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Reso.  No. 

Approved 

Subject 

Summary 

19-0001 

1-22-19 

CS-291.J 

Amendment  2 

Approve  Amendment  No.  2  to  Agreement  No.  CS-291.J,  Communications  Support  for 

Community  Benefits  with  Davis  &  Associates  Communications,  Inc.,  for  continued  planning, 
development,  and  marketing  of  a  comprehensive  communications  strategy;  and  authorize  the 

GM  to  execute  this  amendment  increasing  the  agreement  by  $115,000  and  extending  the  term 
by  nine  months. 

19-0002 

1-22-19 

HH-991 

Approve  an  increase  of  $490,000  to  the  existing  $587,538  cost  contingency,  and  an  increase  of 

68  consecutive  calendar  days,  to  the  existing  26-day  duration  contingency  for  Contract  No.  HH- 
991,  2018  Mountain  Tunnel  Interim  Repairs;  and  authorize  the  GM  to  approve  future 
modifications  to  the  contract  for  a  total  revised  contract  amount  of  up  to  $6,952,924  and  a  total 
revised  contract  duration  of  up  to  350  consecutive  calendar  days. 

19-0003 

1-22-19 

WD-2652 

Accept  work  performed  by  Gordon  N.  Ball,  Inc.  for  Contract  No.  WD-2652,  Bioregional  Habitat 
Restoration  -  San  Antonio  Creek;  approve  Modification  No.  29  (Final)  decreasing  the  contract 
amount  by  $37,881,  increasing  the  contract  duration  by  65  consecutive  calendar  days;  and 
authorize  final  payment  to  the  contractor. 

19-0004 

1-22-19 

WW-622 

Approve  an  increase  of  150  consecutive  calendar  days  to  the  existing  385-day  construction 
contract  duration  contingency  for  Contract  No.  WW-622,  Haight-Ashbury/Tenderloin/Diamond 
Heights  Districts  Sewer  Replacement  and  Pavement  Renovation;  and  authorize  the  GM  to 
approve  future  modifications  to  the  contract  duration  for  a  total  revised  contract  duration  of  up 
to  895  consecutive  calendar  days,  with  no  change  to  contract  amount. 

19-0005 

1-22-19 

WW-625 

Approve  an  increase  of  130  consecutive  calendar  days  to  the  existing  construction  contract 
duration  contingency  for  Contract  No.  WW-625,  Oceanside  Water  Pollution  Control  Plant  Flare 
Control  and  Stack  Upgrade;  and  authorize  the  GM  to  approve  future  modifications  to  the 
contract  duration  for  a  total  duration  of  up  to  880  consecutive  calendar  days,  with  no  change  in 
contract  amount. 

19-0006 

1-22-19 

WW-626 

Accept  work  performed  by  Monterey  Mechanical  Co.  for  Contract  No.  WW-626,  Southeast 

Water  Pollution  Control  Plant  Primary  and  Secondary  Clarifier  Upgrades,  for  a  total  contract 
amount  of  $25,795,341,  and  with  a  total  contract  duration  of  860  consecutive  calendar  days; 
and  authorize  final  payment  to  the  contractor. 

19-0007 

1-22-19 

WW-629 

Approve  an  increase  of  $44,640  to  the  existing  $740,461  construction  cost  contingency  for 
Contract  No.  WW-629,  Various  Locations  Sewer  Replacement  and  Pavement  Renovation  No.  1; 
and  authorize  the  GM  to  approve  future  modifications  to  the  contract  amount  for  a  total 
revised  contract  amount  of  up  to  $8,189,706,  with  no  change  to  the  contract  duration. 
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19-0008 

1-22-19 

WW-631 

Approve  an  increase  of  60  consecutive  calendar  days  to  the  existing  198-day  construction 
duration  contingency  for  Contract  No.  WW-631,  Crocker  Amazon/Excelsior/Ingleside  Districts 
Sewer  Replacement  and  Pavement  Renovation;  and  authorize  the  GM  to  approve  future 
modifications  to  the  contract  duration  for  a  total  revised  contract  duration  of  up  to  763 
consecutive  calendar  days,  with  no  change  to  contract  amount. 

19-0009 

1-22-19 

WW-633 

Approve  an  increase  of  90  consecutive  calendar  days  to  the  existing  180-day  construction 
contract  duration  contingency,  for  Contract  No.  WW-633,  Various  Locations  Sewer 

Replacement  No.  2;  and  authorize  the  GM  to  approve  future  modifications  to  the  contract 
duration  for  a  total  revised  contract  duration  of  up  to  730  consecutive  calendar  days,  with  no 
change  to  contract  amount. 

19-0010 

! 

I 

1-22-19 

WW-636 

Approve  an  increase  of  60  consecutive  calendar  days  to  the  existing  60-day  construction 
duration  contingency  for  Contract  No.  WW-636,  Various  Locations  Sewer  Replacement  and 
Pavement  Renovation  No.  4;  and  authorize  the  GM  to  approve  future  modifications  to  the 
contract  duration  for  a  total  revised  contract  duration  of  up  to  534  consecutive  calendar  days, 
with  no  change  to  contract  amount. 

19-0011 

1-22-19 

CS-317 

Amendment  1 
Amendment  2 

Retroactively  approve  and  ratify  original  not-to-exceed  contract  amount  of  $3,342,840  in 
Agreement  No.  CS-318,  Software  and  Equipment  Maintenance  for  the  WWE's  Distributed 

Control  Systems;  retroactively  approve  and  ratify  Amendment  No.  1,  reflecting  Invensys 

Systems,  Inc.'s  name  change  to  Schneider  Electric  Systems,  USA  Inc.,  and  adding  $578,582  for  a 
total  not-to-exceed  contract  amount  of  $3,921,422;  approve  Amendment  No.  2,  extending  the 
term  by  two  years  for  a  total  agreement  duration  of  seven  years,  with  no  change  in  contract 
amount;  and  authorize  the  GM  to  execute  this  amendment. 

19-0012 

1-22-19 

CS-991 

Amendment  3 

Approve  Amendment  No.  3  to  Agreement  No.  CS-991,  Preliminary  Design  and  Environmental 
Services,  Power  Transmission  Project,  with  URS  Corporation  Americas,  to  provide  technical 
support  services  during  construction  of  the  substructure  work  for  the  Bay  Corridor  Transmission 
and  Distribution  Project;  and  authorize  the  GM  to  execute  this  amendment  to  extend  the 
Agreement  by  five  months,  with  no  change  to  the  agreement  amount;  and  retroactively 
approve  and  ratify  the  initial  executed  contract  duration  of  three  years,  seven  months. 

19-0013 

1-22-19 

WW-2822R2 

Approve  the  plans  and  specifications,  and  award  Contract  No.  WD-2822R2,  Lower  Crystal 

Springs  Dam  (LCSD)  Stilling  Basin  Connecting  Channel,  in  the  amount  of  $4,784,700  and  with  a 
duration  of  485  consecutive  calendar  days,  to  the  lowest,  qualified,  responsible  and  responsive 
bidder,  Anvil  Builders  Inc.,  to  construct  a  channel  between  the  LCSD  Stilling  Basin  and 
downstream  Pond  2,  make  other  upgrades  to  valves  below  LCSD,  and  perform  revegetation  in 
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the  San  Mateo  Creek  riparian  zone. 

19-0014 

1 

1-22-19 

WD-2829R 

Approve  the  plans  and  specifications,  and  award  Contract  No.  WD-2829R,  San  Andreas  Pipeline 
No.  2  Replacement,  in  the  amount  of  $32,087,200,  with  a  duration  of  730  consecutive  calendar 
days,  to  the  lowest,  qualified,  responsible  and  responsive  bidder.  Ranger  Pipelines  Inc.,  to 
replace  four  segments,  approximately  6,500  linear  feet,  of  54"  diameter  of  San  Andreas  Pipeline 
No.  2  in  the  City  of  San  Bruno. 

19-0015 

1-22-19 

WW-682R 

Approve  the  Southeast  Community  Center  at  1550  Evans  Project  and  the  selection  of  Charles 
Pankow  Builders,  Inc.;  award  Contract  No.  WW-682R,  Southeast  Community  Center  at  1550 
Evans,  a  Construction  Manager/General  construction  services  for  the  Project;  and  authorize  the 
GM  to  execute  a  CM/GC  agreement  with  Pankow,  consistent  with  the  requirements  of  Section 
6.68(b)(2)  of  the  SF  Administrative  Code,  for  an  amount  up  to  $71,181,251  and  with  a  duration 
of  1,157  consecutive  calendar  days. 

^  19-0016 

1-22-19 

Termination  of  Lease 
Orchard  Supply 

Company 

Approve  the  terms  and  conditions  of,  and  authorize  the  GM  to  seek  approval  by  the  BOS  and 
Mayor  to  execute,  a  Termination  of  Lease  between  the  CCSF,  through  its  PUC  and  Orchard 

Supply  Company,  LLC,  for  a  portion  of  SFPUC  Parcel  29,  representing  approximately  4.438  acres 
of  land,  in  Millbrae,  CA  at  a  ground  rental  rate  of  approximately  $1,304,915  per  year  over  the 
remaining  five-year  term  of  the  lease. 

19-0017 

1-22-19 

SFPUC  Wildfire 
Mitigation  Plan 

Approve  the  SFPUC  Wildfire  Mitigation  Plan  dated  December  2018,  in  accordance  with  Public 
Utilities  Code  §  8387. 

19-0018 

j 

1 

1-22-19 

Five-Year  Lease  with 
2725  Oakdale  LLC 

Approve  the  terms  and  conditions  of  and  authorize  the  GM  to  execute  a  five-year  lease  with  a 
four-year  option  to  extend  the  term,  with  2725  Oakdale,  LLC,  for  the  SFPUC's  WWE  to  use 
warehouse  and  office  space  and  one  small  parking  lot  located  at  2725  Oakdale  Avenue  in  SF  at 
an  initial  annual  rent  of  $808,090.80,  with  annual  rental  adjustments  based  on  the  CIP. 

19-0019 

1-22-19 

MOU  with  Aquatic 
Science  Center 

Authorize  the  GM  to  execute  a  first  amendment  to  the  MOU  by  and  between  the  SFPUC  and 
the  Aquatic  Science  Center  to  provide  technical  support  for  watershed  management  and 
interpretation  for  the  Alameda  Creek  Watershed  and  the  Bay  Area  Ridge  Trail  in  an  amount  not- 
to-exceed  $1,184,389. 

19-0020 

i  | 

1-22-19 

MOA  with  SFUSD  John 
O'Connell  H.S. 

(CS-1081) 

Approve  Amendment  No.  1  to  the  MOA  with  the  SFUSD  (CS-1081),  increasing  the  agreement  by 
$600,000  and  extending  the  term  by  four  years  and  one  month,  to  continue  integration  of 
SFPUC-specific  project-based  and  work-based  curriculum  into  all  grades  and  to  foster  student 
awareness  and  career  readiness  for  SFPUC  careers;  and  authorize  the  GM  to  execute  this 
amendment. 

19-0021 

1-22-19 

Purchase  and  Sales 

Authorize  the  GM  to  negotiate  and  execute  a  Purchase  and  Sale  Agreement  and  any  related 
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Agreement  with 
Caltrans-2  Rankin 

Street 

documents  with  the  CA  DOT  (Caltrans)  for  the  purchase  of  approximately  1.7  acres  of 
unimproved  real  property  located  at  2  Rankin  Street  in  SF,  also  known  as  Assessor's  Parcel 

Number  5215/016,  for  $8,991,000  to  be  used  for  the  SSIP;  authorize  payment  of  a  5%  deposit  of 
$449,550  to  be  applied  to  the  purchase  price  at  closing,  pending  execution  of  a  Purchase  and 

Sale  Agreement;  retroactively  ratify  and  authorize  the  SFPUC's  holdover  tenancy  at  2  Rankin  St. 
since  December  1,  2018  pursuant  to  the  SFPUC's  existing  lease  with  Caltrans;  and  authorize  the 
SFPUC  to  continue  its  holdover  tenancy  until  the  property  is  conveyed  to  the  SFPUC,  for  a 
period  not-to-exceed  one  year  expiring  on  November  30,  2019  and  an  additional  rent  amount 
of  up  to  $200,000,  for  a  total  not-to-exceed  lease  amount  of  $875,000. 

:  19-0022 

1-22-19 

Lease  with  Arriaza, 

Olson  &  Edward  - 1325  | 
Evans  Street 

Approve  the  terms  and  conditions  of  and  authorize  the  GM  to  execute,  a  five-year  lease,  with  a 
single  three-year  option  to  extend  the  term,  with  Raul  and  Denise  Arriaza,  husband  and  wife,  as 
to  an  undivided  fifty  (50%)  interest  and  Linda  Lee  Olson  and  Carl  Edward  Olson,  husband  and 
wife,  as  to  an  undivided  fifty  (50%)  interest,  collectively  as  Landlord,  for  the  SFPUC  to  use  office 
space  and  parking  located  at  1325A  Evans  Avenue  in  SF  at  an  annual  rent  of  $118,332  for  the 
first  three  years  and  annual  rent  of  $121,882  for  the  fourth  and  fifth  years  of  the  term. 

19-0023 

1-22-19 

MOAfor  Bay  Area 
Regional  Reliability 
Drought  Contingency 
Plan 

Approve  and  authorize  the  GM  to  execute  Amendment  No.  1  to  the  September  28,  2015  MOA 
with  the  Alameda  County  Water  District,  the  Alameda  County  Flood  Control  and  Water 
Conservation  District  -  Zone  7,  the  Bay  Area  Water  Supply  and  Conservation  Agency,  Contra 

Costa  Water  District,  East  Bay  Municipal  Utility  District,  Marin  Municipal  Water  District,  and 

Santa  Clara  Valley  Water  District  for  the  Bay  Area  Regional  Reliability  Drought  Contingency  Plan, 
extending  the  agreement  by  36  months  until  December  31,  2021,  for  a  total  duration  of  75 
months,  and  add  provisions  for  developing  a  Regional  Water  Market  Program  to  help  facilitate 
regional  water  transfers  and  exchanges,  with  no  change  in  agreement  amount. 

19-0024 

|  1-22-19 

Conditional  Finding  of 
Surplus  -  FIOPE  SF 
Project 

Adopt  a  conditional  finding  of  surplus  for  SFPUC  sewer  and  streetlight  easements  encumbering 

SF  Assessor's  Blocks  6310,  6311,  6312,  6313,  6314,  and  6315  and  future  interim  reserved  public 
utility  easements  in  the  Sunnydale  Hope  SF  Project  site;  Authorize  the  GM  to  negotiate  and 
execute  Quitclaim  Deeds  transferring  the  SFPUC's  interest  in  the  Easements  to  the  SF  Housing 
Authority,  subject  to  BOS  and  Mayor's  Approval. 

19-0025 

1-22-19 

Closed  Session 

Antera  Investments  &  Trading  LLC  v.  City  and  County  of  San  Francisco. 

19-0026 

2-12-19 

WD-2742 

Approve  an  increase  of  136  calendar  days  to  the  construction  contract  duration  contingency  for 
Contract  No.  WD-2742, 16-Inch  Ductile  Iron  Water  Main  Replacement  on  7th  St.  from 

Townsend  to  16th  St.;  and  authorize  the  GM  to  approve  future  modifications  to  the  contract 
j  duration  for  a  total  revised  contract  duration  of  up  to  422  consecutive  calendar  days,  with  no 
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change  in  contract  cost  contingency. 

19-0027 

2-12-19 

WW-606R2 

Approve  an  increase  of  340  consecutive  calendar  days  to  the  existing  60-day  construction 
contract  duration  contingency  for  Contract  No.  WW-606R2,  Oceanside  Water  Pollution  Control 
Plant  Door  and  Building  930  Exterior  and  Awning  Improvements;  and  authorize  the  GM  to 
approve  future  modifications  to  the  contract  duration  for  a  total  duration  of  up  to  1,000 
consecutive  calendar  days,  with  no  change  to  the  contract  amount. 

19-0028 

2-12-19 

WW-629 

Approve  an  increase  of  69  consecutive  calendar  days  to  the  existing  54-day  construction 
duration  contingency  for  Contract  No.  WW-629,  Various  Locations  Sewer  Replacement  and 
Pavement  Renovation  No.  1;  and  authorize  the  GM  to  approve  future  modifications  to  the 
contract  duration,  for  a  total  revised  contract  duration  of  up  to  663  consecutive  calendar  days, 
with  no  change  to  the  contract  amount. 

19-0029 

2-12-19 

WW-636 

Approve  an  increase  of  45  consecutive  calendar  days  to  the  existing  120-day  construction 
duration  contingency  for  Contract  No.  WW-636,  Various  Locations  Sewer  Replacement  and 
Pavement  Renovation  No.  4;  and  authorize  the  GM  to  approve  future  modifications  to  the 
contract  duration  for  a  total  revised  contract  duration  of  up  to  579  consecutive  calendar  days, 
with  no  change  to  contract  amount. 

19-0030 

2-12-19 

WW-653 

Accept  work  performed  by  Ranger  Pipelines  Inc.,  for  Contract  No.  WW-653,  Marin  Street  Sewer 
Replacement,  for  a  total  contract  amount  of  $4,999,681  and  a  total  contract  duration  of  491 
consecutive  calendar  days;  and  authorize  final  payment  to  the  contractor. 

19-0031 

2-12-19 

CS-911R 

Amendment  4 

Approve  Amendment  No.  4  to  Agreement  No.  CS-911R,  Construction  Management  Service 
Calaveras  Dam  Replacement  Project,  with  Black  and  Veatch  Corporation,  to  provide  support 
during  completion  of  construction  and  close-out  of  the  project;  and  authorize  the  GM  to 
negotiate  and  execute  this  amendment,  increasing  the  agreement  by  $3,800,000,  and 
extending  the  term  by  10  months. 

19-0032 

19-0033 

19-0034 

19-0035 

2-12-19 

Closed  Session 

Kim  Du  Truong  v.  City  and  County  of  San  Francisco 

Peter  Dayton  v.  City  and  County  of  San  Francisco 

Hanover  Insurance  Company  a/s/o  WYX  Holdings,  Inc.  v.  City  and  County  of  San  Francisco 

David  Alfaro,  et  al.  v.  City  and  County  of  San  Francisco  (Chris  Tilton  &  Blane  Bachelor) 

19-0036 

3-12-19 

PRO. 0100 

Amendment  2 

Approve  Amendment  No.  2  to  Agreement  No.  PR0.0100,  Executive  Search  Services,  with 

Alliance  Resource  Consulting,  LLC,  extending  the  agreement  duration  by  nine  months  for  a  total 
agreement  duration  of  two  years,  to  continue  providing  executive  level  recruitment  searches 
for  the  SFPUC,  and  increasing  the  agreement  by  $80,000  for  a  total  not-to-exceed  agreement 
amount  of  $246,000;  and  authorize  the  GM  to  execute  this  amendment. 
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19-0037 

t 

i  i 

3-12-19 

PRO.0106A-D 

1 

j 

Approve  the  selection  of  KW  Engineering,  Inc.,  Enpowered  Solutions,  LLC,  Enovity  Inc.,  and  TRC 
Energy  Services;  award  Agreement  Nos.  PRO.0106A-D,  Professional  Energy  Engineering 

Consulting  Services,  to  provide  assistance  with  energy  efficiency  projects  and  programs;  and 
authorize  the  GM  to  negotiate  and  execute  four  professional  services  agreements  with  KW 
Engineering,  Inc.  (PRO. 0106. A),  Enpowered  Solutions,  LLC  (PRO. 0106. B),  Enovity  Inc. 

(PRO. 0106. C),  and  TRC  Energy  Services  (PRO.0106.D),  each  for  an  amount  not-to-exceed 
$3,000,000,  and  each  with  a  duration  of  five  years. 

19-0038 

3-12-19 

WD-2855 

Approve  the  plans  and  specifications,  and  award  Contract  No.  WD-2855,  Turner  Dam  Spillway 
and  Pond  F3  East  Erosion  Repair,  in  the  amount  of  $1,498,010,  with  a  duration  of  210 
consecutive  calendar  days,  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  Sukut 
Construction,  LLC,  to  stabilize  and  repair  eroded  areas  at  the  Turner  Dam  Spillway  and  Pond  F3 
East  sites  in  Alameda  County. 

:  19-0039 

I 

i 

= 

3-12-19 

WW-624 

Approve  the  plans  and  specifications,  and  award  Contract  No.  WW-624,  Casitas  Avenue 

Easement  Sewer  Rehabilitation  in  the  amount  of  $557,340,  with  a  duration  of  102  consecutive 
calendar  days  to  the  lowest,  qualified,  responsible,  and  responsive  bidder,  D'Arcy  and  Harty 
Construction,  Inc.,  to  rehabilitate  the  existing  sewers  along  the  Casitas  Easement  Sewer  in  SF. 

:  19-0040 

3-12-19 

WW-633 

Approve  an  increase  of  71  consecutive  calendar  days  to  the  existing  224-day  construction 
contract  duration  contingency  for  Contract  No.  WW-633,  Various  Locations  Sewer  Replacement 
No.  2;  and  authorize  the  GM  to  approve  future  modifications  to  the  contract  duration  for  a  total 
revised  contract  duration  of  up  to  801  consecutive  calendar  days,  with  no  change  to  contract 
amount. 

19-0041 

3-12-19 

Revocable  License  to 

San  Mateo  County 

Approve  the  terms  and  conditions  of  and  authorize  the  GM  to  execute,  a  seven-year  revocable 
license  to  San  Mateo  Co.  to  use  approximately  7,175  square  feet  of  SFPUC  Parcels  2068,  2069, 
and  2070  in  Redwood  City  for  the  construction  and  maintenance  of  a  non-revenue  generating 
public  parking  lot  and  associated  sidewalk  improvements  for  an  annual  use  fee  of  $10,224. 

19-0042 

3-12-19 

Revocable  License  to 
Friends  of  the  Urban 
Forest 

Approve  the  terms  and  conditions  of  and  authorize  the  GM  to  execute,  a  no-fee,  five-year 
revocable  license  to  the  Friends  of  the  Urban  Forest  for  use  of  approximately  2,500  square  feet 
of  Parcel  One  of  Block  3088,  Lot  018  in  SF  for  storage  of  up  to  240  fifteen-gallon  tree  seedlings 
in  movable  container  boxes. 

19-0043 

3-12-19 

CS-246 

Amendment  3 

Approve  Amendment  No.  3  to  Agreement  No.  CS-246,  Technical  Support  Services,  with  Utility 
System  Efficiencies,  Inc.  for  regulatory  support  services;  and  authorize  the  GM  to  execute  this 
amendment  increasing  the  agreement  by  $4,000,000,  for  a  total  not-to-exceed  agreement 
amount  of  $9,000,000,  and  with  a  time  extension  of  one  year,  five  months,  and  13  days,  for  a 
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total  agreement  duration  of  nine  years. 

19-0044 

3-12-19 

JOC-50R2 

Award  Job  Order  Contract  No.  JOC-50R2,  Heating,  Ventilation,  Air  Conditioning  Energy 

Efficiency  (C-20  License)  for  SF,  San  Mateo,  Santa  Clara,  and  Alameda  Counties  to  the  sole, 
responsible  bidder,  ACCO  Engineered  Systems,  Inc.,  for  a  contract  amount  not-to-exceed 
$5,000,000  and  a  contract  duration  of  two  years. 

19-0045 

3-12-19 

10-Yr.  Capital  Plan 

Adopt  the  SFPUC's  10-Year  Capital  Plan  Update  for  FY  2019-20  to  FY  2028-29. 

19-0046 

3-12-19 

Water  Capital  Budget 
increase;  HHWP  Capital 
Budget  FY19-20;  Water 
Supplemental 
Appropriations 

Approve:  (1)  increasing  the  Water  Enterprise  Capital  Budget  by  $26,071,000  for  a  total  budget 
of  $232,986,000;  (2)  increasing  the  Hetch  Hetchy  Water  and  Power  FY  2019-20  Capital  Budget 
by  $27,922,599  for  a  total  budget  of  $227,502,264,  including  $75,911,397  in  Hetch  Hetchy 

Capital  Plan  appropriation  in  FY  2019-20  being  de-appropriated  and  re-appropriated  with  no 
change  to  the  project  budget  total  for  FY  2019-20,  and  de-appropriate  $15,000,000  in 
previously  appropriated  funding  from  the  Power  Enterprise's  Streetlight  project;  and  (3) 
authorize  the  GM  to  seek  Mayor  and  BOS  approval  for  Supplemental  Appropriations  for  the 
Water  Enterprise  in  the  amount  of  $26,071,000  and  for  the  HHWP  Enterprise  in  the  amount  of 
$27,922,599,  as  well  as  associated  bond  authorization  amendments. 

!  19-0047 

3-12-19 

10-Yr.  Financial  Plan 

Adopt  the  SFPUC's  10-Year  Financial  Plan  for  FY  2019-20  through  FY  2028-29. 

19-0048 

3-12-19 

Agreement  with  Cal  ISO 

Retroactively  approve  an  agreement  between  the  CCSF  and  the  Cal  ISO  for  Reliability 

Coordinator  Services;  and  authorize  the  GM  to  seek  retroactive  approval  from  the  BOS. 

19-0049 

3-12-19 

MOU  with  CCSF 

Convention  Facilities 
Department  (Moscone 
West) 

Authorize  the  GM  to  execute  a  Memorandum  of  Understanding  between  the  SFPUC  and  the 
Convention  Facilities  Department  of  the  City  and  County  of  San  Francisco  to  install  a 
photovoltaic  solar  energy  system  at  Moscone  West,  747  Howard  St.  and  set  forth  the  terms 
and  conditions  under  which  the  SFPUC  will  provide  electricity  to  the  facility. 

19-0050 

3-12-19 

SWRCB  Grant  Award 

Authorize  the  GM  to  request  approval  by  the  BOS  to  accept  and  expend  a  grant  award  by  the 
State  Water  Resources  Control  Board  in  the  amount  of  $3,759,822  for  the  planning,  design,  and 
construction  of  the  Baker  Beach  Green  Street  Project. 

19-0051 

19-0060 
;  Replaces 
19-0051 

3-12-19 

Cost  Share  Agreement 
-  Los  Vaqueros 

Reservoir 

Authorize  the  GM  to  negotiate  and  execute  a  Cost  Share  Agreement  with  Contra  Costa  Water 
District,  Zone  7  Water  Agency,  Alameda  County  Water  District,  Bay  Area  Water  Supply  & 
Conservation  Agency,  the  City  of  Brentwood,  East  Bay  Municipal  Utility  District,  Grassland 

Water  District,  San  Luis  &  Delta-Mendota  Water  Authority,  and  Santa  Clara  Valley  Water  District 
for  funding  costs  of  planning  for  the  potential  expansion  of  the  Los  Vaqueros  Reservoir.  SFPUC's 
contribution  to  the  Cost  Share  Agreement  is  for  an  amount  not-to-exceed  $300,000  and  with  a 
duration  of  16  months. 

19-0052 

3-12-19 

PRO. 0086 

Approve  the  selection  of  American  Water  Resources  (AWR);  authorize  the  GM  to  execute 
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Agreement  No.  PR0.0086,  Residential  Water  Service  and  Sewer  Lateral  Service  Line  Protection 
Marketing  Program  with  AWR,  authorizing  AWR  to  market  a  voluntary  water  service  and  sewer 
lateral  insurance  program  to  SFPUC's  residential  customers  in  SF  in  exchange  for  payment  of 
$3.61  per  month  to  the  SFPUC  for  each  enrolled  customer,  with  a  duration  of  four  years  and 
anticipated  revenue  to  SFPUC  of  $1  million  or  more,  subject  to  approval  by  the  BOS. 

19-0053 

3-26-19 

CS-224.A 

Amendment  4 

Approve  Amendment  No.  4  to  Agreement  No.  CS-224.A,  System  Integration  and  Support 

Services  Related  to  Project  Controls,  with  MLok  Consulting,  Inc.,  to  provide  continued 
specialized  system  integration  and  support  services  to  implement  and  improve  the  delivery  of 
capital  improvement  programs  and  capital  projects  for  all  SFPUC  Enterprises;  and  authorize  the 
GM  to  execute  this  amendment,  increasing  the  agreement  amount  by  $1,900,000,  for  a  total 
not-to-exceed  amount  of  $9,500,000,  with  no  change  to  the  contract  duration. 

19-0054 

3-26-19 

CS-350 

Amendment  1 

Approve  Amendment  No.  1  to  Agreement  No.  CS-350,  Living  Machine  Equipment  and  Software 
Maintenance  Agreement  with  Aqua  Nova  Engineering,  PLC,  to  continue  providing  equipment 
and  software  maintenance  services  for  the  Living  Machine  wastewater  treatment  system  at  the 
SFPUC  headquarters  located  at  525  Golden  Gate  Avenue;  and  authorize  the  GM  to  execute  this 
amendment,  extending  the  agreement  duration  by  four  and  one-half  years,  for  a  total 
agreement  duration  of  nine  years  and  six  months,  and  increasing  the  agreement  amount  by 
$432,657,  for  a  total  not-to-exceed  agreement  amount  of  $880,704. 

19-0055 

3-26-19 

JOC-66 

Modification  1 

Approve  Modification  No.  1  to  Job  Order  Contract,  JOC-66,  General  Engineering  (A-License),  for 
San  Joaquin,  Stanislaus  and  Tuolumne  Counties,  with  Sinclair  General  Engineering  Construction, 
Inc.,  to  continue  to  perform  general  building  and  construction  tasks  for  all  SFPUC  Enterprise 
Operations  and  Bureaus,  increasing  the  contract  amount  by  $1,000,000,  and  the  contract 
duration  by  two  years,  for  a  total  contract  amount  not-to-exceed  $3,000,000  and  a  total 
contract  duration  of  five  years. 

19-0056 

3-26-19 

PRO-0004.A-B 
Amendment  1 

Approve  Amendment  No.  1  to  Agreement  No.  PR0.0004.A  with  Hazen  and  Sawyer,  and 
Agreement  No.  PR0.0004.B  with  RMC-SRT,  JV,  As-Needed  Wastewater  Process  Engineering 
Services,  for  continued  process  support  for  WWE  operations  and  projects;  and  authorize  the 

GM  to  execute  this  amendment,  increasing  each  agreement  amount  by  $900,000,  for  a  total 
not-to-exceed  agreement  amount  of  $2,900,000  each,  and  with  a  time  extension  of  20  months 
each,  for  a  total  agreement  duration  of  five  years  and  eight  months  each. 

19-0057 

3-26-19 

Bay  Delta  Voluntary 
Agreement 

Participation 

Adopt  a  resolution  regarding  the  SFPUC's  participation  in  negotiations  with  State  agencies  and 
stakeholders  for  a  voluntary  agreement  as  an  alternative  to  the  amendment  to  the  Water 

Quality  Control  Plan  for  the  San  Francisco  Bay/Sacramento-San  Joaquin  Delta  Estuary  that  the 
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State  Water  Resources  Control  Board  adopted  on  December  12,  2018. 

19-0058 

3-26-19 

MOA  with  US  Dept,  of 
the  Interior  -  NPS 

Authorize  the  GM  to  execute  a  MOA  with  the  US  Department  of  the  Interior,  National  Park 
Service,  to  fund  comprehensive  management,  collaborative  environmental  stewardship,  and 
security  for  the  Watersheds  within  Yosemite  National  Park  supplying  the  SF  Regional  Water 
System,  for  an  amount  not  to  exceed  $33,257,629  and  with  a  duration  of  four  years,  subject  to 
Board  of  Supervisors  approval  under  Charter  Section  9.118. 

:  19-0059 

3-26-19 

MOU  with  TIDA 

Authorize  the  General  Manager  to  execute  a  MOU  with  the  Treasure  Island  Development 
Authority  setting  forth  the  terms  and  conditions  for  the  SFPUC  to  continue  to  provide  utility 
services  for  Naval  Station  Treasure  Island,  with  a  retroactive  start  date  of  October  1,  2018,  and 
ending  on  June  30,  2020. 

19-0060 

Replaces 

Resolution 

19-0051 

3-26-19 

Cost  Share  Agreement 
Los  Vaqueros  Reservoir 

Authorize  the  GM  to  negotiate  and  execute  a  Cost  Share  Agreement  with  Contra  Costa  Water 
District,  Zone  7  Water  Agency,  Alameda  Co.  Water  District,  BAWSCA,  the  City  of  Brentwood, 

East  Bay  Municipal  Utility  District,  Grassland  Water  District,  San  Luis  &  Delta-Mendota  Water 
Authority,  and  Santa  Clara  Valley  Water  District,  for  funding  costs  of  planning  for  the  potential 
expansion  of  the  Los  Vaqueros  Reservoir.  With  this  authorization,  the  SFPUC  increases  its 
maximum  contribution  to  the  Cost  Share  Agreement  from  the  $300,000  approved  on  March  12, 
2019  to  $354,129,  with  no  change  to  the  duration  of  the  agreement.  The  resolution  rescinds 
and  replaces  Resolution  19-0051  adopted  on  March  12,  2019. 

19-0061 

3-26-19 

MOU  with  SFRPD 

SSIP  Baker  Beach 

Green  Streets  Project 

Authorize  the  GM  to  execute  a  MOU  with  the  SF  Recreation  and  Park  Department  setting  forth 
each  agency's  respective  responsibilities  for  the  construction,  operation,  and  maintenance  of 
green  infrastructure  on  El  Camino  del  Mar  in  Lincoln  Park  as  part  of  the  SSIP  Baker  Beach  Green 
Streets  Project. 

19-0062 

3-26-19 

Closed  Session 

David  Alfaro,  et  al.  v.  City  and  County  of  San  Francisco 

19-0063 

4-9-19 

DB-128R2 

Approve  an  increase  of  365  consecutive  calendar  days  to  the  contract  duration  contingency,  for 
Contract  No.  DB-128R2,  Bay  Corridor  Transmission  and  Distribution  -  Phase  1;  and  authorize 
the  GM  to  approve  future  modifications  to  the  contract  for  a  total  revised  contract  duration  of 
up  to  1,036  consecutive  calendar  days,  with  no  change  to  contract  amount. 

19-0064 

4-9-19 

PRO-0076. A-C 
Amendment  1 

Approve  Amendment  No.  1  to  Agreement  Nos.  PR0.0076.A-C,  As-Needed  Engineering  Design 
Services,  with  Kennedy/Jenks-AGS  JV  (PR0.0076.A),  AECOM  Technical  Services,  Inc. 

(PRO. 0076. B),  and  Stantec-WRE  JV  (PRO. 0076. C);  and  authorize  the  GM  to  execute  this 
amendment,  increasing  each  agreement  by  $2,000,000  for  a  total  not-to-exceed  agreement 
amount  of  $6,000,000,  with  no  change  to  contract  duration. 

19-0065 

4-9-19 

PW-006R 

Accept  work  performed  by  Bay  Area  Lightworks,  Inc.,  for  Contract  No.  PW-006R,  Tenderloin 

SFPUC  2018  Resolution  Log 
12/11/2019 


Page  9 


SFPUC  2019  Resolution  Log 


i 

Modification  1 

Pedestrian  Lighting  Improvement;  approve  Modification  No.  1  (Final)  decreasing  the  contract 
amount  by  $64,845  and  increasing  the  contract  duration  by  209  consecutive  calendar  days,  for 
a  total  contract  amount  of  $2,365,415  and  a  total  contract  duration  of  539  consecutive  calendar 
days;  and  authorize  final  payment  to  the  contractor. 

19-0066 

4-9-19 

WD-2707 

Accept  work  performed  by  G4S  Technology  LLC  for  Contract  No.  WD-2707,  As-Needed 

Integration  Services  (Lenel  VAR  Required)  -  2013  to  2015;  approve  Modification  No.  7, 
decreasing  the  contract  amount  by  $258,610,  and  extending  the  contract  duration  by  328 
consecutive  calendar  days,  for  a  total  contract  amount  of  $923,987,  and  a  total  contract 
duration  of  1,569  consecutive  calendar  days;  and  authorize  final  payment  to  the  contractor. 

19-0067 

4-9-19 

WD-2719 

Approve  the  plans  and  specifications,  and  award  Contract  No.  WD-2719,  8-Inch  DIP  and  12-Inch 
ERDIP  Water  Main  Installation  on  22nd  St.  from  Fair  Oaks  St.  to  Hampshire  St.,  in  the  amount  of 
$3,834,874,  with  a  duration  of  615  consecutive  calendar  days,  to  the  lowest,  qualified, 
responsible  and  responsive  bidder,  Mitchell  Engineering. 

19-0068 

4-9-19 

WD-2794A 

Approve  an  increase  of  $1,500,000  to  the  existing  contract  cost  contingency,  and  an  increase  of 
120  consecutive  calendar  days  to  the  contract  duration  contingency  for  Contract  No.  WD- 
2794A,  Sunol  Long  Term  Improvements  -  Sunol  Yard;  and  authorize  the  GM  to  approve  future 
modifications  to  the  contract  for  a  total  contract  amount  of  up  to  $36,454,700  and  a  total 
contract  duration  of  up  to  957  consecutive  calendar  days. 

;  19-0069 

4-9-19 

WD-2850(I) 

Modification  2 

Accept  work  performed  by  Hoseley  Corporation  for  Contract  No.  WD-2850(I),  Crystal 

Springs/San  Andreas  Pipeline  Erosion  Repair,  at  OW-13  and  OW-18;  approve  Modification  No.  2 
(Final),  increasing  the  contract  amount  by  $3,313,  for  a  total  contract  amount  of  $418,040  and 
decreasing  the  contract  duration  by  34  calendar  days  for  a  total  final  duration  of  56  consecutive 
calendar  days;  and  authorize  final  payment  to  the  contractor. 

19-0070 

4-9-19 

WW-618 

Accept  work  performed  by  D'Arcy  and  Harty  Construction,  Inc.,  for  Contract  No.  WW-618, 
Richmond/Sunset  Districts  Sewer  Replacement  and  Pavement  Renovation;  approve 

Modification  No.  5  (Final),  decreasing  the  contract  amount  by  $377,902  for  a  total  contract 
amount  of  $8,989,273;  and  authorize  final  payment  to  the  contractor. 

19-0071 

4-23-19 

MOU  with  Alameda 
County,  Community 
Development  Agency, 
Dept,  of  Agriculture 
Weights  &  Measures 

Authorize  the  GM  to  execute  a  First  Amendment  to  the  MOU  with  Alameda  Co.,  Community 
Development  Agency,  Department  of  Agriculture/Weights  and  Measures  to  continue  to  assist 
the  SFPUC  with  invasive  weed  control  and  rodent  control  at  selected  sites  within  the  SFPUC 
Alameda  Creek  Watershed,  increasing  the  agreement  amount  by  $120,000,  for  a  total  not-to- 
exceed  agreement  amount  of  $195,000,  and  increasing  the  agreement  duration  by  three  years 
for  a  total  agreement  duration  of  six  years. 
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19-0072 

4-23-19 

CS-1000 

Amendment  1 

Approve  Amendment  No.  1  to  Agreement  No.  CS-1000,  As-Needed  Green  Infrastructure  Design 
and  Engineering  Services  with  MWH-AGS,  JV,  extending  the  contract  term  by  one  year,  for  a 
total  term  of  five  years,  to  continue  providing  specialized  green  infrastructure  planning,  design, 
and  engineering  services  on  an  as-needed  basis;  and  authorize  the  GM  to  execute  this 
amendment  with  no  change  in  contract  amount. 

■  19-0073 

4-23-19 

CS-1007 

Amendment  2 

Approve  Amendment  No.  2  to  Agreement  No.  CS-1007,  Structural  Engineering  Services  for  525 
Golden  Gate  with  SOHA  Engineers,  for  continued  structural  engineering  services  including 
support  during  bid,  award,  and  construction  phases;  and  authorize  the  GM  to  execute  this 
amendment,  increasing  the  agreement  by  $40,000,  and  extending  the  duration  by  one  year,  for 
a  total  not-to-exceed  agreement  amount  of  $200,000  and  a  total  agreement  duration  of  five 
years. 

19-0074 

4-23-19 

JOC-65R 

Modification  1 

Approve  Modification  No.  1  to  Job  Order  Contract,  JOC-65R,  General  Engineering  (A-License) 
for  San  Joaquin,  Stanislaus,  and  Tuolumne  Counties,  with  Robert  E.  Boyer  Construction,  Inc.  to 
perform  General  Engineering  construction  tasks  for  SFPUC  Enterprise  Operations  and  Bureaus, 
increasing  the  contract  amount  by  $2,500,000,  for  a  total  contract  amount  not-to-exceed 
$7,500,000. 

19-0075 

4-23-19 

JOC-67 

Modification  1 

Approve  Modification  No.  1  to  Job  Order  Contract,  JOC-67,  Micro-LBE,  Landscaping  (C-27 

License),  for  SF,  San  Mateo,  Santa  Clara  and  Alameda  Counties,  with  SF  Conservation  Corps,  to 
construct,  maintain,  repair,  and  install  landscaping  systems  on  SFPUC  watersheds  and  other 
SFPUC-owned  property,  increasing  the  contract  duration  by  three  years,  for  a  total  contract 
duration  of  five  years,  with  no  change  to  the  contract  amount. 

19-0076 

4-23-19 

WW-654 

Approve  the  plans  and  specifications,  and  award  Contract  No.  WW-654,  Southeast  Water 
Pollution  Control  Plant  Buildings  040,  041,  044,  060,  061,  062,  925,  and  960  Mechanical 
Improvements,  in  the  amount  of  $7,027,000,  with  a  duration  of  660  consecutive  calendar  days, 
to  the  lowest  qualified,  responsible,  and  responsive  bidder.  Cal  State  Constructors,  Inc.,  to 
improve  the  service  and  reliability  of  the  equipment  and  processes  at  Southeast  Plant. 

19-0077 

4-23-19 

WW-655 

Approve  the  plans  and  specifications,  and  award  Contract  No.  WW-655,  As-Needed  Main  Sewer 
Replacement  No.  7,  for  a  total  amount  not-to-exceed  $6,705,115,  to  the  lowest  qualified, 
responsible,  and  responsive  bidder.  Precision  Engineering,  Inc.  to  perform  as-needed  manhole 
to  manhole  segment  main  sewer  replacements  on  short  notice  in  locations  to  be  determined 
throughout  SF. 

19-0078 

4-23-19 

WD-2797 

Approve  the  plans  and  specifications,  and  award  Contract  No.  WD-2797,  SF  Westside  Recycled 
Water  Pump  Station  and  Reservoir,  in  the  amount  of  $15,633,200,  with  a  duration  of  690 
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consecutive  calendar  days,  to  the  lowest  qualified,  responsible,  and  responsive  bidder,  JMB 
Construction,  to  construct  a  new  recycled  water  treatment  pump  station  and  reservoir  within 
Golden  Gate  Park. 


19-0079 

4-23-19 

WW-559R 

Accept  work  performed  by  U.S.  Electric  Technologies,  Inc.  for  Contract  No.  WW-559R,  Fixed  Gas 
Monitoring  System  Upgrades;  approve  Modification  No.  5  (Final),  decreasing  the  contract 
amount  by  $46,945,  for  a  total  contract  amount  of  $2,583,283,  and  a  total  contract  duration  of 
1,640  consecutive  calendar  days;  and  authorize  final  payment  to  the  Contractor. 

19-0080 

4-23-19 

WW-686 

Approve  the  plans  and  specifications,  and  award  Contract  No.  WW-686,  As-Needed  Spot  Sewer 
Replacement  No.  38,  in  an  amount  not-to-exceed  $9,205,823,  and  with  a  duration  of  400 
consecutive  calendar  days,  to  the  sole,  qualified,  responsible,  and  responsive  bidder,  J.  Flores 
Construction  Company,  Inc.,  to  replace  sections  of  existing  sewer  piping,  on  an  as-needed  basis, 
at  locations  to  be  determined  throughout  the  City  of  SF. 

19-0081 

4-23-19 

10-Year  Lease  Term 
Extension  651  Bryant 
Street 

Approve  the  terms  and  conditions  of,  and  authorize  the  GM  to  seek  approval  by  the  BOS  to 
execute,  a  10-year  lease  term  extension  with  William  H.  Banker,  Jr.,  Successor  Trustee  of  The 
Banker  Trust  dated  April  20, 1992,  Fillmore  C.  Marks,  Trustee  of  The  Fillmore  and  Barbara  Marks 
1992  Trust,  Fillmore  Douglas  Marks,  William  C.  Marks,  and  Bradford  F.  Marks,  tenants  in 
common,  for  the  SFPUC's  continued  occupancy  of  warehouse,  yard,  and  office  space  located  at 
651  Bryant  Street,  SF,  for  an  initial  annual  rent  of  $577,920,  with  3%  annual  rental  increases. 

19-0082 

4-23-19 

CWP11001 

Approve  the  project  delivery  method  of  Design-Build-Operate  for  Project  No.  CWP11001,  New 
Treasure  Island  (Tl)  Wastewater  Treatment  Plant  and  for  the  operation,  maintenance,  training, 
and  transfer  of  the  Tl  collection  system;  and  authorize  the  GM  to  seek  approval  by  ordinance 
from  the  BOS  to  use  this  alternative  project  delivery  method  for  the  proposed  design,  build, 
operation,  maintenance,  training,  and  transfer  of  the  project,  and  to  customize  the 
procurement  to  deliver  the  project  in  a  manner  that  is  most  efficient  and  cost-effective. 

19-0083 

4-23-19 

CleanPowerSF 

Customer  Multi-Year 
Service  Agreement 

Approve  a  form  agreement  allowing  CleanPowerSF  customers  to  receive  SuperGreen  100% 
renewable  energy  service  under  a  multi-year  service  agreement;  and  Authorize  the  GM  to  offer 
this  service  agreement  to  any  eligible  CleanPowerSF  customer.  This  agreement  would  allow 
CleanPowerSF  customers  to  become  eligible  for  points  toward  Leadership  in  Energy  and 
Environmental  Design  certification  of  their  building  projects. 

19-0084 

4-23-19 

CUH10101 

Approve  Project  No.  CUH10101,  Reliable  Power  Project,  adopt  the  required  CEQA  Findings  and 
FMND  and  the  MMRP;  and  authorize  the  GM. 

19-0085 

4-23-19 

PRO-0096 

Approve  the  selection  of  AECOM  Technical  Services,  Inc.  to  provide  construction  management 
services  for  the  proposed  Mountain  Tunnel  Improvement  Project;  award  Agreement  No. 
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PRO. 0096,  Mountain  Tunnel  Improvements  Construction  Management  Services;  and  authorize 
the  GM  to  negotiate  and  execute  a  professional  services  agreement  for  a  total  not-to-exceed 
amount  of  $24,500,000,  with  a  duration  of  eight  years,  subject  to  the  BOS  approval. 

19-0086 

4-23-19 

Closed  Session 

Joseph  Alvarado  v.  City  and  County  of  San  Francisco 

19-0187 

5-14-19 

Attestation  of  Veracity 
Hetch  Hetchy  Power 

Approve  execution  of  an  attestation  of  veracity  for  the  SFPUC's  Hetch  Hetchy  Power  2018 

Power  Source  Disclosure  Report  and  submission  of  that  report  to  the  California  Energy 
Commission. 

19-0188 

5-14-19 

Attestation  of  Veracity 
CleanPowerSF 

Approve  execution  of  an  attestation  of  veracity  for  the  SFPUC's  CleanPowerSF  program  2018 
Power  Source  Disclosure  Report  and  submission  of  that  report  to  the  California  Energy 
Commission. 

19-0189 

5-14-19 

PR0.0085A-C 

Approve  the  selection  of  AECOM  Technical  Services,  Inc.,  McMillen  Jacobs,  Joe  Hill  Joint 

Venture  (JV)  (McMillen  Jacobs-Joe  Hill  JV),  and  Stantec  Consulting  Services,  AGS  Inc.  JV  (Stantec- 
AGS  JV);  award  Agreements  Nos.  PR0.0085A-C,  Hetchy  CIP  Regional  As-Needed  Engineering 
Services  to  AECOM  Technical  Services,  Inc.  (PR0.0085.A);  McMillen  Jacobs-Joe  Hill  JV 
(PRO. 0085. B);  and  Stantec-AGS  JV  (PRO. 0085. C),  to  provide  as-needed  engineering  and  design 
services  for  HCIP  and  other  related  projects;  and  authorize  the  GM  to  negotiate  and  execute 
three  professional  services  agreements  with  the  three  selected  consultants,  each  in  an  amount 
not-to-exceed  $4,500,000  and  each  with  a  duration  of  five  years. 

19-0190 

5-14-19 

PRO.OOH4A-D 

Approve  the  selection  of  AECOM/WRE,  Joint  Venture  (JV),  LEE  Incorporated,  Mott 
MacDonald/Dabri,  JV,  and  Stantec/JHCE,  JV;  award  Agreements  Nos.  PR0.00114.A-D,  As- 
Needed  Support  Services  for  Hetch  Hetchy  Water  and  Power  to  AECOM/WRE,  JV  (PRO.0114.A), 
LEE  Incorporated  (PRO.0114.B),  Mott  MacDonald/Dabri,  JV  (PRO.0114.C),  and  Stantec/JHCE,  JV 
(PRO.0114.D);  and  authorize  the  GM  to  negotiate  and  execute  four  professional  services 
agreements  with  the  four  consultants,  each  in  an  amount  not-to-exceed  $5,000,000  and  each 

with  a  duration  of  five  years. 

19-0191 

5-14-19 

WD-2711 

Accept  work  performed  by  M  Squared  Construction,  Inc.,  for  Contract  No.  WD-2711,  8-inch 
Ductile  Iron  Water  Main  Replacement  on  Fell  Street  from  Baker  Street  to  Stanyan  Street; 
approve  Modification  No.  1  (Final),  decreasing  the  contract  amount  by  $301,104  for  a  total 
contract  amount  of  $2,159,526,  with  a  non-compensable  time  extension  of  31  consecutive 
calendar  days,  for  a  total  contract  duration  of  364  consecutive  calendar  days;  and  authorize 
final  payment  to  the  contractor. 

19-0192 

5-14-19 

WW-683R 

Approve  the  plans  and  specifications,  and  award  Contract  No.  WW-683R,  Sansome,  5th,  6th 
(North),  and  Division  Streets  Combined  Sewer  Discharge  Rehabilitation  and  Backflow 
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Prevention,  in  the  amount  of  $4,907,090,  with  a  duration  of  210  consecutive  calendar  days,  to 
the  lowest,  qualified,  responsible  and  responsive  bidder,  Trinet  Construction,  Inc.,  to  perform 
rehabilitation  and  install  backflow  prevention  systems. 

19-0193 

5-14-19 

CDFW  Grant  Fund  Oil 
Spill  Prevention  & 
Response 

Retroactively  authorize  the  GM  to  apply  for,  and  authorize  the  GM  to  accept,  grant  funds  from 
the  CA  Department  of  Fish  and  Wildlife's  Office  of  Spill  Prevention  and  Response  in  the 
amount  of  $35,000  for  the  purchase  of  oil  spill  response  equipment  and  to  secure  staff  training. 

19-0194 

5-14-19 

MOU  with  LAFCo 

Amendment  4 

Approve  Amendment  No.  4  to  the  Memorandum  of  Understanding  (MOU)  between  the  SFPUC 
and  the  SF  Local  Agency  Formation  Commission  (SF  LAFCo);  and  authorize  the  GM  to  execute 
this  amendment  with  a  term  extension  of  one  year,  for  a  total  MOU  term  of  12  years,  subject  to 
BOS  approval  under  Charter  Section  9.118.  This  amendment  would  extend  the  duties 
performed  by  SF  LAFCo  to  monitor  and  advise  the  SFPUC  and  SF  BOS  regarding  the  progress  of 
CleanPowerSF  development  and  implementation. 

19-0095 

5-28-19 

HH-998R 

Accept  work  performed  by  Big  Valley  Electric  for  Contract  No.  HH-988R,  Kirkwood  Penstock 

Short  Term  Risk  Reduction  Measures;  approve  Modification  No.  4  (Final),  decreasing  the 
contract  amount  by  $175,027,  for  a  total  contract  amount  of  $1,157,750,  and  increasing  the 
contract  duration  by  165  consecutive  calendar  days,  for  a  total  contract  duration  of  530 
consecutive  calendar  days;  and  authorize  final  payment  to  the  contractor. 

19-0096 

5-28-19 

WD-2614 

Approve  the  plans  and  specifications,  and  award  Contract  No.  WD-2614,  8-Inch  Ductile  Iron 

Water  Main  Replacement  on  Green  Street  from  Gough  Street  to  Broderick  Street,  in  the  amount 
of  $3,099,469,  with  a  duration  of  495  consecutive  calendar  days,  to  the  qualified  and 
responsible  bidder  with  the  lowest  responsive  bid,  Cratus,  Inc. 

19-0097 

5-28-19 

WW-656 

Approve  an  increase  of  $819,475  to  the  existing  contract  cost  contingency  for  Contract  No. 
WW-656,  As-Needed  Spot  Sewer  Replacement  No.  37;  and  authorize  the  GM  to  approve  future 
modifications  to  the  contract  for  a  total  contract  amount  of  up  to  $9,837,557,  with  no  change  to 
the  contract  duration. 

19-0098 

5-28-19 

JOC-68 

Modification  1 

Approve  Modification  No.  1  to  Job  Order  Contract,  JOC-68,  Micro-LBE,  Landscaping  (C-27 

License)  for  SF,  San  Mateo,  Santa  Clara  and  Alameda  Counties  with  Korotkin  Associates,  to 
construct,  maintain,  repair  and  install  landscaping  systems  on  SFPUC  watersheds  and  other  City- 
owned  property,  increasing  the  contract  duration  by  three  years,  for  a  total  contract  duration  of 
five  years,  with  no  change  to  the  contract  amount. 

19-0099 

5-28-19 

MOA  with  City  of 
Mountain  View 

Approve  the  terms  and  conditions  of,  and  authorize  the  GM  to  seek  approval  from  the  BOS  and 
Mayor  to  execute  a  Memorandum  of  Agreement  with  the  City  of  Mountain  View,  with  a  term 
of  up  to  20  years,  providing  for  the  SFPUC's  issuance  to  Mountain  View  of  eight  revocable 
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licenses  for  use  of  SFPUC  lands  for  public  recreational  purposes  in  exchange  for  Mountain 

View's  grant  to  the  SFPUC  of  nine  easements  and  Mountain  View's  agreement  to  maintain 

SFPUC  Parcel  199-A  in  Mountain  View  and  remove  29  trees  on  other  SFPUC  parcels. 

19-0100 

5-28-19 

Finding  of  Surplus 
Property  (Mission  Rock 
Project  Site) 

Adopt  a  finding  of  surplus  property  for  an  easement  reserved  to  the  SFPUC  for  a  fire  hydrant 
and  waterline  encumbering  SF  Assessor's  Block  8719  Lot  006,  located  in  the  Mission  Rock 

Project  site  presently  under  the  jurisdiction  of  the  Port  of  SF;  and  authorize  the  GM  to  execute 
any  documents  terminating  the  SFPUC's  interests  in  the  easement. 

!  19-0101 

5-28-19 

CS-991 

Amendment  4 

Approve  Amendment  No.  4  to  Agreement  No.  CS-991,  Preliminary  Design  and  Environmental 
Services,  Power  Transmission  Project,  with  URS  Corporation  Americas,  to  continue  providing 
design  and  technical  support  services  for  the  Bay  Corridor  Transmission  and  Distribution 

Project;  and  authorize  the  GM  to  execute  this  amendment  increasing  the  agreement  amount  by 
$4,000,000  and  extend  the  agreement  duration  by  two  years  and  eight  months,  for  a  total 
agreement  amount  of  $11,500,000  and  a  total  agreement  duration  of  11  years  and  eight 
months;  and  to  execute  a  name  change  from  URS  Corporation  Americas  to  URS  Corporation. 

19-0102 

5-28-19 

Wholesale  Revenue 
Requirement  &  Rate 
Schedule  for  FYE  2020 

Adopt  the  proposed  Wholesale  Revenue  Requirement  and  rate  schedule  for  FYE  2020,  as 
applied  to  meter  readings  on  or  after  July  1,  2019,  in  accordance  with  the  terms  of  the  2009 

Water  Supply  Agreement  between  the  CCSF  and  the  Wholesale  Customers,  which  was  approved 
on  April  28,  2009  by  Commission  Resolution  No.  09-0069,  and  amended  and  restated  on 
December  11,  2018  by  Commission  Resolution  No.  18-0212. 

19-0103 

5-28-19 

WSA  655-4th  St. 

Approve  the  Water  Supply  Assessment  for  the  proposed  655  4th  Street  Project. 

Approve  the  Water  Supply  Assessment  for  the  proposed  88  Bluxome  Street  Project. 

19-0104 

5-28-19 

WSA  88  Bluxome  St. 

19-0105 

5-28-19 

WSA  Balboa  Reservoir 

Approve  the  Water  Supply  Assessment  for  the  proposed  Balboa  Reservoir  Project. 

19-0106 

5-28-19 

WSA  598  Brannan  St. 

Approve  the  Revised  Water  Supply  Assessment  for  the  proposed  598  Brannan  Street  Project. 

19-0107 

5-28-19 

WSA  630-698  Brannan 

St.  (Flower  Mart) 

Approve  the  Revised  Water  Supply  Assessment  for  the  proposed  630-698  Brannan  Street 
(Flower  Mart)  Project. 

19-0108 

5-28-19 

WW-647R 

Authorize  the  GM  to  designate:  (1)  a  specific  brand  of  thermal  hydrolysis  system,  from  Cambi®; 
and  (2)  a  specific  brand  of  gas  turbine  from  Solar  Turbines,  as  necessary  items  only  available 
from  one  source  in  the  contract  specifications  for  Contract  No.  WW-647R,  SEP  Biosolids 

Digester  Facilities  Project;  and  authorize  the  GM  to  seek  approval  from  the  purchaser  to 
negotiate  and  execute  sole  source  service  agreements  with  Cambi  and  Solar  Turbine. 

19-0109 

6-11-19 

DB-126 

Approve  the  addition  of  scope  to  provide  Distributed  Control  System  (DCS)  services  at  North 

Shore  Pump  Station  and  an  increase  of  $5,100,000  to  the  existing  $2,042,500  cost  contingency 
for  Contract  No.  DB-126,  WWE  DCS  Upgrades;  and  authorize  the  GM  to  approve  future 
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modifications  to  the  contract  for  a  total  revised  contract  amount  of  up  to  $27,567,500,  with  no 
change  to  the  contract  duration. 

19-0110 

6-11-19 

WW-630 

Accept  work  performed  by  J.  Flores  Construction  for  Contract  No.  WW-630,  As-Needed  Spot 
Sewer  Replacement  No.  35,  for  a  total  contract  amount  of  $8,522,705,  and  with  a  total  contract 
duration  of  409  consecutive  calendar  days;  and  authorize  final  payment  to  the  contractor. 

19-0111 

6-11-19 

MOU  with  Office  of 
Community  Investment 
&  Infrastructure 

Authorize  the  GM  to  execute  a  Memorandum  of  Understanding  with  the  Office  of  Community 
Investment  and  Infrastructure  defining  roles  and  responsibilities  related  to  the  maintenance  of 
green  infrastructure  facilities  that  treat  stormwater  runoff  from  the  public  rights-of-way  in  the 
Mission  Bay  South  redevelopment  project  area. 

19-0112 

6-11-19 

Credit  Facility 
Agreement- Water 
Enterprise  Capital 
Program 

Approve  the  form  of,  and  authorize  the  GM  to  execute,  multiple  documents  together 
constituting  a  credit  facility  agreement  in  the  principal  amount  not  to  exceed  $200  million  with 
Sumitomo  Mitsui  Banking  Corp.  to  replace  an  expiring  agreement  of  the  Water  Interim  Funding 
Program  that  provides  interim  funding  of  the  Water  Enterprise  capital  program,  with  an  initial 
term  of  three  years  and  an  initial  annual  fee  of  $675,800,  and  a  five-year  option  to  extend  for  a 
total  term  of  up  to  eight  years. 

19-0113 

6-11-19 

Revised  WSA  542-550 

Howard  St. 

Approve  the  Revised  Water  Supply  Assessment  for  the  proposed  542-550  Howard  Street 

Project. 

19-0114 

6-11-19 

Revised  WSA  3333 
California  St. 

Approve  the  Revised  Water  Supply  Assessment  for  the  proposed  3333  California  Street 

Project. 

19-0115 

6-11-19 

WSA  30  Van  Ness  Ave. 

Approve  the  Water  Supply  Assessment  for  the  proposed  30  Van  Ness  Avenue  Project. 

19-0116 

6-11-19 

WSA  725  Harrison  St. 

Approve  the  Water  Supply  Assessment  for  the  proposed  725  Harrison  Street  Project. 

19-0117 

6-11-19 

Revised  WSA  10  South 

Van  Ness  Ave. 

Approved  the  Revised  Water  Supply  Assessment  for  the  proposed  10  South  Van  Ness  Project. 

19-0118  6-11-19  Gl  Grant  to  SFUSD,  Approve  the  award  of  a  Green  Infrastructure  Grant  to  the  SFUSD  to  design,  and  if  the  project 

Lafayette  Elementary  proceeds,  construct  stormwater  management  features  at  Lafayette  Elementary  School,  and 


authorize  the  GM  to  execute  the  grant  agreement  for  a  duration  of  20  years  and  for  an  amount 
up  to  $489,142. 


19-0119 

6-11-19 

Closed  Session 

Farmers  Insurance  Exchange  v.  City  and  County  of  San  Francisco 

19-0120 

6-25-19 

Revocable  License  to 
Sequoia  UHSD 

Approve  the  terms  and  conditions  of  and  authorize  the  GM  to  execute  an  eight-year,  no-fee 
revocable  license  to  the  Sequoia  Union  High  School  District,  to  use  approximately  108,950 
square  feet  of  portions  of  SFPUC  Parcels  328-B,  328-C,  and  328-D  adjacent  to  Woodside  High 
School  for  the  operation,  maintenance,  and  repair  of  permitted  improvements,  and  permit 
certain  encroachments  on  the  License  Area. 
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19-0121 

6-25-19 

MOU  with  San  Joaquin 
County  Office  of 
Education 

Authorize  the  GM  to  execute,  on  behalf  of  the  CCSF,  a  MOU  with  the  San  Joaquin  County 

Office  of  Education  to  assist  the  SFPUC  in  meeting  its  workforce  requirements  for  the  HHWP 
and  Power  Capital  Plan  through  worker  participation  in  San  Joaquin,  Tuolumne,  Stanislaus,  and 
Mariposa  Counties,  through  an  agreement  with  an  initial  term  of  three  years,  with  an  option  to 
extend  for  an  additional  two  years,  and  for  an  amount  not-to-exceed  $758,340. 

19-0122 

6-25-19 

HH-989 

Approve  an  increase  of  $1,000,000  to  the  existing  contract  cost  contingency,  and  an  increase  of 
250  consecutive  calendar  days  to  the  contract  duration  contingency  for  Contract  No.  HH-989, 
Holm  Powerhouse  Rehabilitation  &  Kirkwood  Powerhouse  Oil  Containment;  and  authorize  the 

GM  to  approve  future  modifications  to  the  contract  for  a  total  contract  amount  of  up  to 
$11,942,800  and  a  total  revised  contract  duration  of  up  to  891  consecutive  calendar  days. 

19-0123 

6-25-19 

HH-992 

Accept  work  performed  by  Big  Valley  Electric  for  Contract  No.  HH-992,  Modesto  Transmission 

Line  Clearance  Mitigation;  approve  Modification  No.  1  (Final),  increasing  the  contract  amount 
by  $170,387  for  a  total  contract  amount  of  $1,881,387  and  increasing  the  contract  duration  by 

29  consecutive  calendar  days  for  a  total  contract  duration  of  269  consecutive  calendar  days; 
and  authorize  final  payment  to  the  contractor. 

19-0124 

6-25-19 

WD-2668 

Approve  an  increase  to  the  existing  construction  contract  cost  contingency  in  the  amount  of 
$3,000,000  and  an  increase  to  the  existing  contract  duration  contingency  of  253  consecutive 
calendar  days  for  Contract  No.  WD-2668,  Regional  Groundwater  Storage  and  Recovery;  and 
authorize  the  GM,  or  his  designee,  to  approve  future  contract  modifications,  for  a  total  revised 
contract  amount  of  up  to  $62,578,678  and  a  total  revised  contract  duration  of  up  to  1,797 
consecutive  calendar  days. 

19-0125 

6-25-19 

WW-610R 

Accept  work  performed  by  Minerva  Construction  for  Contract  No.  WW-610R,  Visitacion  Valley 
Green  Nodes,  Rutland  St.  Sewer,  and  Sunnydale  Pavement  Improvements;  approve 

Modification  No.  4  (Final)  increasing  the  contract  amount  by  $203,552  for  a  total  contract 
amount  of  $3,983,864  and  increasing  the  contract  duration  by  75  consecutive  calendar  days  for  j 
a  total  contract  duration  of  476  consecutive  calendar  days;  and  authorize  final  payment  to  the 
contractor. 

19-0126 

6-25-19 

WW-659 

Accept  work  performed  by  Azul  Works,  Inc.  for  Contract  No.  WW-659,  Greenhouse  Demolition 
at  1150  Phelps  Street;  approve  Modification  No.  3  (Final)  extending  the  contract  duration  by 

260  consecutive  calendar  days,  for  a  total  contract  duration  of  499  days,  and  a  total  contract 
amount  of  $1,705,971;  and  authorize  final  payment  to  the  contractor. 

19-0127 

6-25-19 

WW-665 

- - 

Approve  the  plans  and  specifications,  and  award  Contract  No.  WW-665,  Southeast  Water 
Pollution  Control  Plant  (SEP)  042-Seismic  Retrofit  and  Rehabilitation,  in  the  amount  of 
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$9,079,210  and  with  a  duration  of  867  consecutive  calendar  days,  to  Western  Water 
Constructors,  Inc.  to  perform  structural,  mechanical,  and  electrical  upgrades  at  various  SEP 
buildings.  This  action  constitutes  the  Approval  Action  for  the  project  for  the  purposes  of  CEQA, 
pursuant  to  Section  31.04(h)  of  the  San  Francisco  Administrative  Code. 

19-0128 

6-25-19 

Revolving  Credit  & 

Term  Loan  Agreement 
Feel  Letter  with 

Toronto-Dominion 

Bank 

Approve  form  of  Revolving  Credit  and  Term  Loan  Agreement  and  Fee  Letter  with  Toronto- 
Dominion  Bank  in  the  principal  amount  not-to-exceed  $75  million  and  a  term  of  three  years, 
with  a  five-year  option  to  extend  for  a  total  potential  term  of  eight  years,  and  a  not-to-exceed 
annual  fee  of  $250,000,  to  replace  an  expiring  agreement  of  the  Wastewater  Interim  Funding 
Program  that  provides  interim  funding  of  the  Wastewater  Enterprise  capital  program;  and 
authorize  the  GM  to  enter  into  the  agreement  with  Toronto-Dominion  Bank. 

19-0129 

6-25-19 

Adjusted  Schedule  of 
CPSF  Rates  &  Charges 

Adopt  a  resolution  confirming  GM  implementation  of  adjusted  schedule  of  CleanPowerSF  rates 
and  charges  to  take  effect  on  or  after  July  1,  2019  in  accordance  with  the  rate-setting 
methodology  adopted  by  the  Commission  on  December  11,  2018  by  Resolution  No.  18-0209  for 
the  SFPUC  Power  Enterprise  CleanPowerSF  program  service  in  SF. 

19-0130 

6-25-19 

CPSF  Renewable 

Energy  Contract  with 
California  Edison  Co. 

Approve  one  renewable  energy  contract  for  CleanPowerSF  between  the  SFPUC  and  Southern 
California  Edison  Company  with  a  term  of  two  years  and  total  costs  of  approximately  $15.8 
million;  and  authorize  the  GM  to  seek  approval  from  the  BOS. 

19-0131 

6-25-19 

Closed  Session 

Shambhala  Healing  Center  v.  City  and  County  of  San  Francisco 

19-0132 

7-23-19 

CS-224.B 

Amendment  2 

Approve  Amendment  No.  2  to  Agreement  No.  CS-224.B,  System  Integration  and  Support 

Services  -  Related  to  Project  Controls  to  continue  to  provide  specialized  system  integration  and 
support  services  for  delivery  of  capital  improvement  programs  and  capital  projects  for  all  SFPUC 
Enterprises;  and  authorize  the  GM  to  execute  this  amendment,  increasing  the  agreement 
amount  by  $500,000  fora  total  not-to-exceed  agreement  amount  of  $9,500,000,  with  no 
change  to  the  agreement  duration. 

19-0133 

7-23-19 

CS-387RR 

Amendment  1 

Approve  Amendment  No.  1  to  Agreement  No.  CS-387RR,  Residential  Graywater  and  Rainwater 
Harvesting  Program,  with  The  Urban  Farmer  Store,  to  continue  to  provide  information,  training, 
on-site  technical  assistance,  and  the  components  necessary  to  install  residential  laundry-to- 
landscape  graywater  systems  and  rainwater  harvesting  systems  for  outdoor  irrigation  at  single 
and  two-unit  residential  homes  in  SF;  and  authorize  the  GM  to  execute  this  amendment, 
increasing  the  contract  by  amount  by  $100,000  and  increasing  the  contract  duration  by  two 
years,  for  a  total  not-to-exceed  agreement  amount  of  $400,000  and  a  total  agreement  duration 
of  six  years;  and  changing  the  contractor's  name  from  The  Urban  Farmer  Store  to  The  Urban 
Farmer  Store,  LP. 
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19-0134 

7-23-19 

DB-127R 

Approve  an  increase  of  $1,000,000  to  the  contract  cost  contingency,  and  an  increase  of  56 
consecutive  calendar  days  to  the  contract  duration  contingency  for  Contract  No.  DB-127R, 
Warnerville  Substation  Rehabilitation;  and  authorize  the  GM  to  approve  future  modifications  to 
the  contract  for  a  total  revised  contract  amount  of  up  to  $24,803,990  and  a  total  revised 
contract  duration  of  up  to  841  consecutive  calendar  days. 

19-0135 

7-23-19 

HH-980 

Approve  an  increase  of  123  consecutive  calendar  days  to  the  contract  duration  contingency  for 
Contract  HH-980,  Lower  Cherry  Aqueduct  Rehabilitation  -  Phase  1;  and  authorize  the  GM  to 
approve  future  modifications  to  the  contract  for  a  total  contract  duration  limit  of  up  to  420 
consecutive  calendar  days,  with  no  change  in  contract  amount. 

19-0136 

7-23-19 

HH-993 

Approve  the  plans  and  specifications,  and  award  Contract  No.  HH-993,  Early  Intake  Switchyard 
Slope  Hazard  Mitigation,  in  the  amount  of  $1,091,240  and  with  a  duration  of  150  consecutive 
calendar  days,  to  the  lowest  responsible  bidder.  Sierra  Mountain  Construction,  Inc.  This  action 
constitutes  the  Approval  Action  for  the  project  for  the  purposes  of  the  California  Environmental 
Quality  Act,  pursuant  to  Section  31.04(h)  of  the  San  Francisco  Administrative  Code. 

i  19-0137 

7-23-19 

HH-996(E) 

Accept  work  performed  by  Sierra  Mountain  Construction,  Inc.  for  Contract  No.  HH-996(E), 
Emergency  Response  Activities  Necessary  to  Restore  Service  in  the  Aftermath  of  the  March 

2018  Storm  Event  in  Moccasin,  CA;  approve  Modification  Nos.  1  and  2  (Final),  increasing  the 
contract  amount  by  $83,907  and  increasing  the  contract  duration  by  one  calendar  day,  for  a 
total  contract  amount  of  $1,083,907  and  a  total  contract  duration  of  241  consecutive  calendar 
days  (approximately  eight  months);  and  authorize  final  payment  to  the  contractor. 

19-0138 

7-23-19 

WD-2706 

Accept  work  performed  by  Fontenoy  Engineering  for  Contract  No.  WD-2706, 12-inch  Ductile 

Iron  Water  Main  Installation  on  Pacheco  Street  from  10th  Ave.  to  Alton  Ave  and  on  various  side 
streets;  approve  Modification  No.  2  (Final),  decreasing  the  contract  by  $110,761,  for  a  total 
contract  amount  of  $3,058,310;  and  authorize  final  payment  to  the  contractor. 

19-0139 

7-23-19 

WD-2797 

Accept  the  work  performed  by  JMB  Construction,  Inc.  for  Contract  No.  WD-2798,  SF  Westside 
Recycled  Water  Project  Pipeline;  Approve  Modification  No.  4  (Final),  decreasing  the  contract 
amount  by  $1,388,159  for  a  total  contract  amount  of  $21,773,085,  and  with  a  total  contract 
duration  of  545  calendar  days;  and  authorize  final  payment  to  the  contractor. 

19-0140 

7-23-19 

WW-631 

Approve  an  increase  of  $79,273  to  the  construction  contract  cost  contingency  for  Contract  No. 
WW-631,  Crocker  Amazon/Excelsior/  Ingleside  Districts  Sewer  Replacement  and  Pavement 
Renovation;  and  authorize  the  GM  to  approve  future  modifications  to  the  contract  for  up  to  a 
total  contract  amount  of  $10,761,635,  with  no  change  in  contract  duration. 

19-0141 

7-23-19 

WW-633 

Approve  an  increase  of  42  consecutive  calendar  days  to  the  existing  295  days  construction 

SFPUC  2018  Resolution  Log  Page  19 

12/11/2019 


SFPUC  2019  Resolution  Log 


contract  duration  contingency  for  Contract  No.  WW-633,  Various  Locations  Sewer  Replacement 
No.  2;  and  authorize  the  GM  to  approve  future  modifications  for  a  total  revised  contract 
duration  of  up  to  843  consecutive  calendar  days,  with  no  change  to  contract  amount. 

19-0142 

7-23-19 

WW-691 

Approve  the  plans  and  specifications  and  award  Contract  No.  WW-691,  Sunset  Boulevard 
Greenway  -  Phase  II  Irving  Street  to  Ulloa  Street  in  the  amount  of  $2,572,351,  with  a  duration 
of  395  consecutive  calendar  days  to  the  lowest  responsive  bidder,  Minerva  Construction,  Inc.  to 
construct  green  infrastructure  in  the  median  west  of  Sunset  Boulevard.  This  action  constitutes 
the  Approval  Action  for  the  project  for  the  purposes  of  California  Environmental  Quality  Act, 
pursuant  to  Section  31.04(h)  of  the  San  Francisco  Administrative  Code. 

19-0143 

7-23-19 

WW-695 

Approve  the  specifications,  and  award  Contract  No.  WW-695,  As-Needed  Sewer  Cleaning  and 
Inspection  (FY20),  in  the  amount  not-to-exceed  $1,747,550,  with  a  duration  of  570  consecutive 
calendar  days,  to  the  lowest  responsive  bidder,  Pipe  and  Plant  Solutions,  Inc.,  to  clean  and 
inspect  existing  sewers  on  an  as-needed  basis  at  locations  to  be  determined  throughout  SF. 

19-0144 

7-23-19 

Purchase  &  Sales 
Agreement  the  Wool 
Ranch 

Approve  the  terms  and  conditions  of  and  authorize  the  GM  to  execute  a  Purchase  and  Sale 
Agreement  in  the  amount  of  $9,650,000  for  the  purchase  of  approximately  787  acres  of 
agricultural  land  commonly  known  as  the  Wool  Ranch,  in  the  unincorporated  Town  of  Sunol  in 
Alameda  County,  CA,  from  Barton  E.  Wool,  Brian  O.  Wool,  as  Trustee  of  the  Jeffrey  B.  Wool 

Living  Trust,  Scott  A.  Wool,  and  Sharon  J.  Wright,  as  tenants  in  common.  This  action  constitutes 
the  Approval  Action  for  the  project  for  the  purposes  of  California  Environmental  Quality  Act, 
pursuant  to  Section  31.04  (h)  of  the  San  Francisco  Administrative  Code. 

:  19-0145 

7-23-19 

Revised  Project  No. 
CWWSIPCSSR03 

Approve  Revised  Project  No.  CWWSIPCSSR03,  Kansas  and  Marin  Streets  Sewer  System 
Improvement,  with  a  new  tunnel  alignment  that  supersedes  the  project  configuration 
previously  approved  by  Commission  Resolution  No.  15-0111.  This  action  constitutes  the 

Approval  Action  for  the  project  for  the  purposes  of  California  Environmental  Quality  Act, 
pursuant  to  Section  31.04(h)  of  the  San  Francisco  Administrative  Code. 

19-0146 

7-23-19 

Project  No. 
CWWSIPCSSR11 

Approve  Project  No.  CWWSIPCSSR11,  Cargo  Way  Sewer  Box  Odor  Reduction.  This  action 
constitutes  the  Approval  Action  for  the  project  for  the  purposes  of  California  Environmental 
Quality  Act,  pursuant  to  Section  31.04(h)  of  the  San  Francisco  Administrative  Code. 

19-0147 

7-23-19 

Hazard  Mitigation 

Grant:  Phase  II  Early 
Intake  Switchyard 

Slope  Stabilization 

Authorize  the  GM  to  request  approval  from  the  BOS  to  accept  and  expend  Hazard  Mitigation 
Grant  funds  in  the  amount  of  $488,259  from  the  Federal  Emergency  Management  Agency  in  for 
Phase  Two  of  the  Early  Intake  Switchyard  Slope  Stabilization  Project. 

19-0148  7-23-19 

JOC-78R 

Award  Job  Order  Contract  No.  JOC-78R,  Micro-LBE  Set  Aside,  General  Engineering  (A-License) 
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for  San  Joaquin,  Stanislaus,  and  Tuolumne  Counties  for  a  not-to-exceed  amount  of  $2,000,000, 
with  a  minimum  guaranteed  amount  of  $50,000,  and  a  duration  of  two  years,  to  the  sole 
responsible  bidder  submitting  a  responsive  bid,  Peterson  Excavation,  Inc.,  to  perform  General 
Engineering  construction  tasks  for  all  SFPUC  Enterprise  Operations  and  Bureaus  in  San  Joaquin, 
Stanislaus,  and  Tuolumne  Counties. 

.  19-0149 

7-23-19 

Cost-Share  Agreement 
Alameda  Co.  &  Union 
Sanitary  Districts 

Authorize  the  GM  to  negotiate  and  execute  a  Cost-Sharing  Agreement  with  the  Alameda 

County  Water  District  and  Union  Sanitary  District  in  an  amount  not-to-exceed  $377,500  and 
with  a  duration  of  30  months  for  consultant  services  to  conduct  a  joint  purified  water  feasibility 
evaluation  study. 

19-0150 

7-23-19 

Project  Labor 

Agreement  (WSIP) 
Second  Amendment 

Approve  the  Second  Addendum  to  the  Water  System  Improvement  Program  (WSIP)  Project 
Labor  Agreement  (PLA)  (1)  extending  the  PLA  to  seven  additional  significant  SFPUC  capital 
projects,  (2)  updating  certain  terms  of  the  PLA  to  be  consistent  with  terms  in  the  2016  Sewer 
System  Improvement  Program  Extension  Agreement,  and  (3)  authorizing  the  GM,  with  the 
approval  of  the  PLA  Joint  Administrative  Committee,  to  add  additional  significant  SFPUC  capital 
projects  to  the  PLA  in  the  future;  and  retroactively  approve  and  ratify  the  prior  actions  of  the 
SFPUC  GM,  with  the  concurrence  of  the  PLA  Joint  Administrative  Committee,  extending  the  PLA 
to  the  Harding  Park  Recycled  Water  Project,  Bay  Corridor  Transmission  and  Distribution  Project, 
Sunol  Long  Term  Improvements  Watershed  Center  Project,  and  Southeast  Community  Center 
Project  at  1550  Evans. 

19-0151 

8-13-19 

PRO. 0029 

Approve  Amendment  No.  2  to  Agreement  No.  PR0.0029,  Project  Pull  Internship  Services,  with 
the  Japanese  Community  Youth  Council,  to  continue  providing  administrative  services  and 
technical  assistance  for  the  Project  Pull  Internship  Program;  and  authorize  the  GM  to  execute 
this  amendment,  increasing  the  agreement  by  $800,000  for  a  total  contract  amount  not-to- 
exceed  $3,300,000,  with  no  change  to  the  contract  duration. 

19-0152 

8-13-19 

PRO. 0118 

Approve  the  selection  of  Carollo  Engineers,  Inc./Water  Resources  Engineering,  Inc.  Joint 

Venture  (Carollo/WRE  JV);  award  Agreement  No.  PRO.0118,  Water  Resources  Professional 
Services,  to  provide  specialized  and  technical  services  for  water  resources  management, 
conservation  planning  and  program  support  for  the  Water  Resources  Division  of  the  Water 
Enterprise;  and  authorize  the  GM  to  negotiate  and  execute  a  professional  services  agreement 
with  Carollo/WRE  JV  for  an  amount  not-to-exceed  $4,000,000,  and  with  a  duration  of  five  years. 

19-0153 

8-13-19 

PRO.0137A-C 

Approve  the  selection  of  Dr.  Gary  Brierly  (DBA  Doctor  Mole  Incorporated),  Dr.  Youssef  Hashash, 
and  Mr.  Frank  Rollo  (DBA  Frank  L.  Rollo,  Consulting  Geotechnical  Engineer);  award  Agreement 
Nos.  PR0.0137.A-C,  Tunnel  Technical  Advisory  Panel  Services,  to  Dr.  Gary  Brierly  (PRO.0137.A), 
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Dr.  Youssef  Hashash  (PRO.0137.B),  and  Mr.  Frank  L.  Rollo  (PRO. 0137. C),  to  provide  technical 
advisory  services  for  SFPUC  tunnel  projects  on  an  as-needed  basis;  and  authorize  the  GM  to 
negotiate  and  execute  three  professional  services  agreements,  each  with  a  duration  of  four 
years,  in  amounts  not-to-exceed  $200,000  for  PRO. 137. A,  $250,000  for  PRO. 137. B,  and 
$200,000  for  PRO. 0137. C. 

19-0154 

8-13-19 

WD-2794A 

Approve  an  increase  in  the  amount  of  $600,000  to  the  existing  contract  cost  contingency  and  an 
increase  of  30  calendar  days  to  the  existing  contract  duration  contingency  for  Contract  No.  WD- 
2794A,  Sunol  Long  Term  Improvements  Sunol  Yard;  and  authorize  the  GM  to  approve  future 
modifications  to  the  contract  for  a  total  contract  amount  of  up  to  $37,054,700  and  a  total 
contract  duration  of  up  to  986  consecutive  calendar  days. 

19-0155 

8-13-19 

WD-2809 

Approve  an  increase  in  the  amount  of  $400,000  to  the  existing  construction  contract  cost 
contingency  and  an  increase  of  250  calendar  days  to  the  existing  contract  duration  contingency 
for  Contract  No.  WD-2809,  SF  Groundwater  Supply  Phase  2;  and  authorize  the  GM  to  approve 
future  modifications  to  the  contract  for  a  total  contract  amount  of  up  to  $11,158,000  and  a 
total  contract  duration  of  up  to  1,075  consecutive  calendar  days. 

19-0156 

J 

8-13-19 

WD-2850(I) 

Ratify  correction  to  the  contract  duration  approved  on  April  9,  2019  in  Resolution  No.  19-0069 
for  Contract  No.  WD-2850(I),  Crystal  Springs/San  Andreas  Pipeline  Erosion  Repair  at  OW-13  and 
OW-18,  to  state  that  Modification  No.  2  (Final)  increased  the  contract  duration  by  22  days  for  a 
final  total  duration  of  112  consecutive  calendar  days. 

19-0157 

8-13-19 

Accept  the  work  performed  by  Kone,  Inc.  for  Contract  No.  WW-597,  Wastewater  Enterprise 
Elevator  Maintenance;  approve  Modification  No.  2  (Final),  decreasing  the  contract  amount  by 
$59,842,  for  a  total  contract  amount  of  $537,127  and  with  a  total  contract  duration  of  1,196 
consecutive  calendar  days;  and  authorize  final  payment  to  the  Contractor. 

19-0158 

8-13-19 

WW-658 

Accept  work  performed  by  Pipe  &  Plant  Solutions,  Inc.  for  Contract  No.  WW-658,  As-Needed 
Cleaning  and  Inspection  of  Large  Sewers;  approve  Modification  No.  4  (Final)  decreasing  the 
contract  amount  by  $21,405  and  decreasing  the  contract  duration  by  326  consecutive  calendar 
days,  for  a  total  contract  amount  of  $2,941,989  and  a  total  contract  duration  of  604  consecutive 
calendar  days;  and  authorize  final  payment  to  the  contractor. 

19-0159 

8-13-19 

WD-2729 

Approve  an  increase  in  the  amount  of  $4,316,159  to  the  existing  contract  cost  contingency,  and 
an  increase  of  220  calendar  days  to  the  existing  contract  duration  contingency,  for  Contract  No. 
WD-2729,  Fish  Passage  Facilities  within  the  Alameda  Creek  Watershed,  a  sub-project  of  the 
Calaveras  Dam  Replacement  Project;  and  authorize  the  GM  to  approve  future  modifications  to 
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the  contract  for  a  total  contract  amount  of  up  to  $44,757,805  and  a  total  contract  duration  of 
up  to  1,289  consecutive  calendar  days. 

19-0160 

8-13-19 

Montara  Mountain 
Rainfall  Prediction  and 
Radio  Equipment 
Replacement  Project 

Adopt  the  Final  Mitigated  Negative  Declaration,  the  Mitigation  Monitoring  and  Reporting 
Program,  and  the  Findings  as  required  by  the  California  Environmental  Quality  Act  (CEQA)  for 
the  Montara  Mountain  Rainfall  Prediction  and  Radio  Replacement  Project;  approve  Montara 
Mountain  Rainfall  Prediction  and  Radio  Replacement  Project  to  install  a  weather  radar  and 
communications  tower  on  Montara  Mountain;  and  authorize  the  GM  to  implement  the  Project. 
This  action  constitutes  the  Approval  Action  for  the  project  for  the  purposes  of  the  CEQA, 
pursuant  to  Section  31.04(h)  of  the  San  Francisco  Administrative  Code. 

19-0161 

8-13-19 

WSA  Potrero  Power 

Station 

Approve  the  Revised  Water  Supply  Assessment  for  the  proposed  Potrero  Power  Station 
Project,  pursuant  to  the  State  of  California  Water  Code  Section  10910  etseq.,  California 
Environmental  Quality  Act  (CEQA)  Section  21151.9,  and  CEQA  Guidelines  Section  15155. 

19-0162 

19-0163 

19-0164 

19-0165 
j  19-0166 

8-13-19 

Closed  Session 

Abuon  Mayen  v.  City  and  County  of  San  Francisco,  et  al 

Federal  Insurance  Co.  a/s/o  CCT  Enterprises  v.  City  and  County  of  San  Francisco 

Property  &  Casualty  Insurance  Co.  of  Flartford  v.  City  and  County  of  San  Francisco 

The  Mint  Collection  HOA  v.  City  and  County  of  San  Francisco 

The  Roman  Catholic  Archbishop  of  San  Francisco,  et  al.  v.  City  and  County  of  San  Francisco,  et  al 

19-0167 

8-27-19 

HH-991 

Accept  work  performed  by  Sierra  Mountain  Construction  Inc.  for  Contract  No.  HH-991,  2018 
Mountain  Tunnel  Interim  Repairs;  approve  Modification  No.  3  (Final),  increasing  the  contract 
amount  by  $297,390  and  increasing  the  contract  duration  by  183  consecutive  calendar  days 
(approximately  six  months)  for  a  total  contract  amount  of  $6,813,006  and  a  total  contract 
duration  of  439  consecutive  calendar  days  (approximately  one  year  and  three  months);  and 
authorize  final  payment  to  the  contractor. 

19-0168 

8-27-19 

WD-2770 

■ 

\ 

Accept  work  performed  by  American  Construction  &  Supply,  Inc.  for  Contract  No.  WD-2770, 
Cathodic  Protection  for  Transmission  Pipelines  at  Various  Locations  -  Phase  1;  approve 
Modification  No.  1  (Final),  increasing  the  contract  amount  by  $444,685  and  increasing  the 
contract  duration  by  324  consecutive  calendar  days,  for  a  total  contract  amount  of  $2,285,425 
and  a  total  contract  duration  of  564  consecutive  calendar  days;  and  authorize  final  payment  to 
the  contractor. 

19-0169 

8-27-19 

WD-2388 

Accept  work  performed  by  Anvil  Builders,  Inc.  for  Contract  No.  WD-2838,  Sunol  Valley  Water 
Treatment  Plant  Powdered  Activated  Carbon  System  for  a  total  contract  amount  of  $6,442,769, 
and  a  total  contract  duration  of  397  consecutive  calendar  days;  and  authorize  final  payment  to 
the  contractor. 
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190170 

8-27-19 

Utility  Facility  Transfer 
Agreement  & 

Temporary  Electric 

Utility  Easement 
Agreement 

Approve  the  terms  and  conditions  and  authorize  the  GM  to  execute  (1)  a  Utility  Facility 

Transfer  and  Grant  of  Easement  Agreement  by  and  among  Alemany  Housing  Associates,  L.P., 
the  Housing  Authority,  and  the  SFPUC,  and  (2)  an  eight-year.  Temporary  Electric  Utility 

Easement  Agreement  between  the  Housing  Authority  and  the  SFPUC.  This  action  constitutes 
the  Approval  Action  for  the  project  for  the  purposes  of  the  California  Environmental  Quality  Act, 
pursuant  to  Section  31.04(h)  of  the  San  Francisco  Administrative  Code. 

19-0171 

8-27-19 

PRO. 0061 

Approve  the  novation  of  Agreement  No.  PRO.0061,  Federal  Legislative  Representation  and 
Advocacy  Services;  authorize  the  GM  to  execute  a  Novation  Agreement  for  the  existing 

Agreement  No.  PRO.0061,  from  Daryl  Owen  Associates,  Inc.,  to  Owen  Evans  Ingols,  Inc.; 
approve  Amendment  No.  2,  increasing  the  agreement  amount  up  to  $20,000,  with  no  change  in 
the  agreement  duration,  for  a  total  not-to-exceed  agreement  amount  of  $1,220,000,  and 
removing  the  requirement  for  5%  withholding  from  each  invoice;  and  authorize  the  General 
Manager  to  execute  this  amendment. 

19-0172 

8-27-19 

Purchase  and  Sale  of 

Real  Estate  (Michael 
Mitchell) 

Approve  the  terms  and  conditions  of,  and  authorize  the  GM  to  execute,  an  Agreement  for 
Purchase  and  Sale  of  Real  Estate  in  the  amount  of  $1,590,000,  plus  related  transaction  costs 
not-to-exceed  $100,000,  for  the  purchase  from  Michael  Mitchell  of  approximately  five  acres  of 
Alameda  Watershed  land,  improved  by  a  2,890  square-foot  single-family  residence  and  certain 
personal  property,  commonly  known  as  12163  Calaveras  Road  in  the  unincorporated  Town  of 
Sunol,  CA.  This  action  constitutes  the  Approval  Action  for  the  project  for  the  purposes  of  CEQA, 
pursuant  to  Section  31.04(h)  of  the  San  Francisco  Administrative  Code. 

19-0173 

8-27-19 

JOC-74 

Award  Job  Order  Contract  No.  JOC-74,  General  Engineering  (A-License)  for  San  Joaquin, 

Stanislaus,  and  Tuolumne  Counties  for  a  not-to-exceed  amount  of  $5,000,000  and  a  duration  of 
two  years,  to  the  sole  responsible  and  responsive  bidder,  Sierra  Mountain  Construction,  Inc.,  to 
perform  General  Engineering  construction  tasks  for  SFPUC  and  Bureaus  in  San  Joaquin, 

Stanislaus,  and  Tuolumne  Counties. 

:  19-0174 

8-27-19 

Mission  Bay  South  Plan 
Infrastructure 

Consent  to  the  terms  and  conditions  for  the  completion  and  acceptance  of  water,  stormwater, 
and  sewer  infrastructure  in  the  Mission  Bay  South  Plan  Area  set  forth  in  the  Letter  Agreement 
dated  July  29,  2019  between  the  Office  of  Community  Investment  and  Infrastructure,  FOCIL- 
MB,  LLC,  and  the  City  and  County  of  San  Francisco. 

19-0175 

9-10-19 

PRO. 0027 

Approve  the  selection  of  The  Allen  Group,  LLC/Hollins  Consulting,  Inc.  Joint  Venture  (TAG/HCI 

JV);  award  Agreement  No.  PR0.0027,  Southeast  Community  Center  at  1550  Evans  Construction 
Management  Staff  Augmentation  Services,  to  assist  SFPUC  staff  in  managing  the  construction  of 
the  new  Southeast  Community  Center  located  at  1550  Evans  Avenue  in  SF;  and  authorize  the 
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GM  to  negotiate  and  execute  a  professional  services  agreement  with  TAG/HCI JV  for  an  amount 
not  to  exceed  $5,000,000,  and  with  a  duration  of  31  months. 

19-0176 

9-10-19 

WW-599R 

Accept  work  performed  by  Cal  State  Constructors,  Inc.  for  Contract  No.  WW-599R,  SEP 

Cryogenic  Oxygen  Plant  Demolition  and  Liquid  Oxygen  System  Upgrades,  for  a  total  contract 
amount  of  $6,531,668,  and  a  total  contract  duration  of  540  consecutive  calendar  days;  and 
authorize  final  payment  to  the  contractor. 

19-0177 

9-10-19 

2019  Public  Health 

Goals  Report 

Public  Hearing:  Consider  accepting  and  provide  response  to  public  comment  on  the  2019  Public 
Health  Goals  Report  for  the  SF  Water  System;  approve  the  report;  and  direct  the  Water  Quality 
Division  Director  to  submit  a  letter  notifying  the  State  Water  Resources  Control  Board,  Division 
of  Drinking  Water  that  the  hearing  was  conducted,  and  that  the  report  is  available. 

!  19-0178 

9-10-19 

Response  to  Civil  Grand 
Jury  Report  (AWSS) 

Approve  the  SFPUC's  response  to  the  relevant  findings  and  recommendations  of  the  July  17, 

2019  Civil  Grand  Jury  Report  entitled,  " Act  Now  Before  It  Is  Too  Late:  Aggressively  Expand  and 
Enhance  Our  High-Pressure  Emergency  Firefighting  Water  System”  and  authorize  and  direct  the 
Commission  President  to  submit  the  Commission's  response  to  the  Civil  Grand  Jury  no  later 
than  September  15,  2019. 

19-0179 

9-10-19 

Public  Utility  Easement 

Consent  to  the  vacation  of  a  portion  of  a  public  utility  easement  encumbering  SF  Block  2923, 

Lot  078,  and  the  City's  Director  of  Property  proposed  transfer  of  the  City's  interest  in  the 
vacated  Easement  to  the  underlying  fee  owners  of  the  property  subject  to  the  Easement. 

19-0180 

10-8-19 

Eight-Year  Revocable 
License  to  City  of  Palo 
Alto 

Approve  the  terms  and  conditions  and  authorize  the  GM  to  execute  a  no-fee,  eight-year 
revocable  license  to  the  City  of  Palo  Alto  for  use  of  approximately  117,038  square  feet  of 

SFPUC  Parcel  Nos.  238,  239,  240,  241,  and  242  in  Palo  Alto  for  a  bicycle  and  pedestrian  pathway 
and  landscaping  with  educational  signage  regarding  the  SFPUC  watershed. 

19-0181 

10-8-19 

CS-991 

Amendment  5 

Approve  Amendment  No.  5  to  Agreement  No.  CS-991,  Preliminary  Design  and  Environmental 
Analysis  Services,  Power  Transmission  Project,  with  URS  Corporation;  and  authorize  the  GM  to 
execute  this  amendment  adjusting  billing  rates  based  on  current  actual  salaries  and  authorizing 
annual  CPI  increases  to  occur  on  January  1  of  each  year,  with  no  change  to  the  agreement 
amount  or  duration. 

;  19-0182 

10-8-19 

CS-192A,  B  &  D 
Amendment  2 

Approve  Amendment  No.  2  to  Agreement  Nos.  CS-192A,  B,  &  D,  Technical  Review  -  Calaveras 
Dam,  with  Eric  Kollgaard  (CS-192A),  I.M.  Idriss  (CS-192B),  and  John  Cassidy  (CS-192D),  for 
continued  participation  in  an  independent  technical  advisory  panel  for  the  Calaveras  Dam 
Replacement  Project;  and  authorize  the  GM  to  execute  Amendment  No.  2  extending  each 
agreement  duration  by  six  months,  for  a  total  duration  of  eight  years,  11  months  for  CS-192A 
and  CS-192B  and  nine  years  for  CS-192D,  with  no  change  to  the  agreements'  amount. 
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19-0183 

10-8-19 

CS-382A  &  B 

Amendment  2 

Approve  Amendment  No.  2  to  Agreement  Nos.  CS-382A  and  B,  Calaveras  Dam  Technical 

Advisory  Panel,  with  Gabriel  Fernandez  (CS-382A)  and  Peter  P.  Aberle,  Inc.  (CS-382B),  for 
continued  participation  in  an  independent  technical  advisory  panel  for  the  Calaveras  Dam 
Replacement  Project;  and  authorize  the  GM  to  execute  Amendment  No.  2,  extending  each 
agreement  duration  by  six  months,  for  a  total  agreement  duration  of  six  years,  two  months  and 
nine  days  per  agreement,  with  no  change  to  the  agreements  amounts. 

19-0184 

10-8-19 

WD-2551 

Accept  work  performed  by  Dragados-USA,  Inc./Flatiron  West,  Inc./Sukut  Construction,  Inc.,  Joint 
Venture  for  Contract  No.  WD-2551,  Calaveras  Dam  Replacement  Project;  approve  Modification 
No.  87  decreasing  the  contract  amount  by  $2,755,884  for  a  total  contract  amount  of 
$567,780,360  and  extending  the  contract  duration  by  22  days  for  a  total  contract  duration  of 
2,889  consecutive  calendar  days;  and  authorize  final  payment  to  the  contractor. 

19-0185 

10-8-19 

WD-2833(E) 

Accept  work  performed  by  Dragados  USA,  Inc./Flatiron  West,  Inc./Sukut  Construction,  Inc.  Joint 
Venture  for  Contract  No.  WD-2833(E),  Temporary  Construction  Bypass  of  Calaveras  Road 
Landslide,  for  a  total  contract  amount  of  $1,260,959  and  a  total  contract  duration  of  60 
consecutive  calendar  days;  and  authorize  final  payment  to  the  contractor. 

19-0186 

10-8-19 

Ratify  Correction  to 
Resolution  19-0125 

WW-610R 

Ratify  correction  to  Resolution  No.  19-0125  approved  on  June  25,  2019  for  Contract  No.  WW- 
610R,  Visitacion  Valley  Green  Nodes,  Rutland  Street  Sewer,  and  Sunnydale  Pavement 
Improvements,  to  state  that  Modification  No.  4  (Final)  increased  the  contract  duration  by  112 
days  (not  75  days),  for  a  final  total  duration  of  513  consecutive  calendar  days  (not  476  days), 
with  no  change  to  the  final  approved  contract  amount. 

19-0187 

10-8-19 

WW-612 

Accept  work  performed  by  Precision  Engineering  for  Contract  No.  WW-612,  Various  Locations 
Sewer  Replacement  and  Pavement  Renovation;  approve  Modification  No.  1  (Final),  decreasing 
the  contract  amount  by  $60,401,  for  a  total  contract  amount  of  $4,771,600,  and  a  total  contract 
duration  of  500  consecutive  calendar  days;  and  authorize  final  payment  to  the  contractor. 

19-0188 

10-8-19 

WW-623 

Accept  work  performed  by  Precision  Engineering,  Inc.  for  Contract  No.  WW-623,  SOMA/Bernal 
Heights/Excelsior  Districts  Sewer  Replacement  and  Pavement  Renovation,  for  a  total  contract 
amount  of  $5,586,692,  and  a  total  contract  duration  of  413  consecutive  calendar  days;  and 
authorize  final  payment  to  the  contractor. 

19-0189 

10-8-19 

WW-692 

Approve  the  plans  and  specifications  and  award  Contract  No.  WW-692,  As-Needed  Spot  Sewer 
Replacement  No.  39,  in  the  amount  not-to-exceed  $8,176,960,  with  a  duration  of  400 
consecutive  calendar  days,  to  the  responsible  and  responsive  bidder.  Precision  Engineering,  Inc., 
to  replace  sections  of  existing  sewer  piping,  on  an  as-needed  basis,  at  locations  to  be 
determined  throughout  San  Francisco. 
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19-0190 

10-8-19 

Modification  to  Non- 
Potable  Grant  Program 

Approve  modification  of  the  SFPUC's  Non-potable  Grant  Program  to  (1)  change  the  name  of 
the  program  to  the  Onsite  Water  Reuse  Grant  Program,  (2)  expand  requirements  for  brewery 
process  water  treatment  systems,  (3)  make  non-substantive  corrections  or  modifications  to  the 
Grant  Program  Rules,  and  (4)  authorize  the  GM  to  approve  future  modifications  to  the  Rules. 

19-0191 

10-8-19 

Revised  Section  G- 

Cross-Connection 

Control 

Adopt  revised  Section  G,  Cross-Connection  Control,  of  the  SFPUC's  Rules  and  Regulations 
Governing  Water  Service  to  Customers  implementing  Article  12A  of  the  San  Francisco  Health 

Code. 

19-0192 

10-8-19 

Resource  Adequacy 
Contracts  for  CPSF 

Approve  two  Resource  Adequacy  (RA)  contracts  for  CleanPowerSF  executed  by  the  GM, 
between  the  SFPUC  and  PG&E,  with  a  term  of  three  years  and  total  cost  of  approximately  $26.1 
million;  approve  the  sale  of  RA  products  to  PG&E  and  Southern  California  Edison  in  an  amount 
not-to-exceed  $3.5  million;  and  authorize  the  GM  to  seek  retroactive  approval  from  the  Board 
of  Supervisors  for  the  RA  contracts. 

19-0193 

10-8-19 

Second  Amendment  to 
Revolving  Credit  & 

Term  Loan  Agreement 
&  Second  Amended  & 
Restated  Fee  Letter 

Approve  form  of  Second  Amendment  to  Revolving  Credit  and  Term  Loan  Agreement  and 

Second  Amended  and  Restated  Fee  Letter  with  State  Street  Bank  and  Trust  Company  to  (1) 
increase  the  principal  amount  by  $100  million  for  a  total  not-to-exceed  amount  of  $200  million, 
and  a  not-to-exceed  annual  fee  of  $800,000,  and  (2)  extend  the  term  by  four  years,  with  a  one- 
year  option  to  extend,  for  a  total  possible  term  of  10  years,  for  the  Wastewater  Interim  Funding 
Program;  and  authorize  the  GM  to  enter  into  the  Second  Amendment  to  Revolving  Credit  and 
Term  Loan  Agreement  and  Second  Amended  and  Restated  Fee  Letter  with  State  Street  Bank 
and  Trust  Company. 

19-0194 

10-8-19 

Green  Infrastructure 

Grant  -  Bessie 
Carmichael  Middle 
School 

Award  a  Green  Infrastructure  Grant  to  the  SFUSD  to  design,  and  if  the  project  proceeds, 
construct  stormwater  management  features  at  Bessie  Carmichael  Middle  School  located  at  824 
Harrison  Street;  authorize  the  GM  to  execute  a  Green  Infrastructure  Grant  Agreement  with 

SFUSD  with  a  duration  of  20  years  and  in  an  amount  up  to  $428,075. 

19-0195 

10-8-19 

CWWSIPSE02 

Approve  modifications  to  Project  No.  CWWSIPSE02,  Southeast  Water  Pollution  Control  Plant 

New  Headworks  Facility,  to  remove  scope  associated  with  conversion  of  Bruce  Flynn  Pump 

Station  to  an  all-weather  pump  station  (Scope  II. A),  and  add  construction  of  a  new  50  million 
gallons  per  day  lift  station  (Scope  II.C),  and  associated  sewer  work  (Scope  II. B),  cumulatively  the 
Modified  Project;  and  authorize  the  GM  to  proceed  with  the  Construction  Phase  of  the 

Modified  Project,  pursuant  to  Construction  Manager/General  Contractor  Agreement  No.  WW- 
628  SEP  New  Headworks  Facility. 

19-0196 

10-8-19 

MOU  with  SFMTA 

L-Taraval  Transit 

Authorize  the  GM  to  execute  a  Memorandum  of  Understanding  with  the  San  Francisco 
Municipal  Transportation  Agency  (SFMTA)  to  set  forth  the  agencies'  respective  responsibilities, 
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Improvement  Project 

; 

including  cost  sharing  allocations,  to  jointly  replace  the  SFPUC's  water  and  sewer  facilities 
and/or  relocate  them  away  from  the  new  railway  tracks  along  Taraval  Street,  from  SF  Zoo  to 
Sunset  Boulevard,  as  part  of  the  SFMTA's  construction  of  Segment  A  of  the  L-Taraval  Transit 
Improvement  Project  -  SF  Zoo  To  Sunset  Boulevard,  for  a  total  estimated  cost  to  the  SFPUC  of 
$11,843,747.  This  action  constitutes  the  Approval  Action  for  the  Project  for  the  purposes  of 

CEQA,  pursuant  to  Section  31.04(h)  of  the  SF  Administrative  Code. 

19-0197 

19-0198 

10-8-19 

Closed  Session 

Pacific  Bell  Telephone  Company  v.  City  and  County  of  San  Francisco 

Joan  Frost  v.  City  and  County  of  San  Francisco 

19-0199 

1 

10-22-19 

WD-2621R 

. 

Approve  an  increase  of  547  consecutive  calendar  days  to  the  existing  contract  duration 
contingency  for  Contract  No.  WD-2621R,  SF  Groundwater  Supply  Well  Stations;  and  authorize 
the  GM  to  approve  future  modifications  to  the  contract  for  a  total  revised  contract  duration  of 
up  to  1,934  consecutive  calendar  days,  with  no  change  in  the  contract  amount. 

19-0200 

10-22-19 

WD-2832 

Accept  work  performed  by  JDB  and  Sons  Construction,  Inc.  for  Contract  No.  WD-2832,  Sunol 
Nursery;  approve  Modification  No. 19  (Final)  decreasing  the  contract  amount  by  $83,969,  for  a 
total  contract  amount  of  $2,220,092,  and  increasing  the  contract  duration  by  317  consecutive 
calendar  days,  for  a  total  duration  of  737  consecutive  calendar  days;  and  authorize  final 
payment  to  the  contractor. 

19-0201 

10-22-19 

WW-657R 

Accept  work  performed  by  Anvil  Builders,  Inc.  for  Contract  No.  WW-657R,  Drumm  and  Jackson 
Streets  Sewer  Improvements;  approve  Modification  No.  4  (Final),  decreasing  the  contract 
amount  by  $1,354,443,  for  a  total  contract  amount  of  $4,363,144  and  a  total  contract  duration 
of  257  consecutive  calendar  days;  and  authorize  final  payment  to  the  contractor. 

19-0202 

10-22-19 

CPSF  Request  for  Offers 
of  Renewable  Energy 
Supplies  (PRO.0153) 

Approve  the  selection  of  a  pool  of  qualified  respondents  to  the  CleanPowerSF  Request  for 

Offers  of  Renewable  Energy  Supplies  (PRO.0153);  authorize  the  GM  to  negotiate  agreement(s) 
with  the  approved  pool  of  qualified  respondents;  conditionally  authorize  the  GM  to  execute  one 
or  more  agreement(s);  and  authorize  the  GM  to  seek  approval  from  the  BOS  to  execute  one  or 
more  agreement(s)  with  the  approved  pool  of  qualified  respondents,  to  the  extent  required. 

19-0203 

10-22-19 

PRO. 0151 

Approve  the  selection  of,  and  award  Grant  Agreement  No.  PRO.0151,  Demonstration  Garden 
Operations  and  Programming,  to  the  SF  Parks  Alliance,  acting  as  the  fiscal  sponsor  for  the 

Garden  for  the  Environment  (GFE),  to  operate  a  public  demonstration  garden  and  deliver 
educational  programming  on  approximately  one-half  acre  of  real  property  under  the  jurisdiction 
of  the  SFPUC  at  7th  Ave.  and  Lawton  Streets,  with  a  term  of  five  years  and  in  an  amount  not-to- 
exceed  $800,000;  and  approve  the  terms  and  conditions  of  and  authorize  the  GM  to  execute  a 
j  five-year,  no-fee  revocable  license  with  the  Parks  Alliance,  as  the  GFE's  fiscal  sponsor,  to  use  the 
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Property  to  perform  GFE's  grant  obligations  under  Agreement  No.  PRO. 0151. 

19-0204 

10-22-19 

Joint  Funding 

Agreement  with  U. S. 
Geological  Survey 

Authorize  the  GM  to  execute  a  Joint  Funding  Agreement  with  the  U.S.  Geological  Survey  for  an 
amount  not-to-exceed  $2,182,525  and  with  a  duration  of  five  years,  to  provide  hydrologic 
monitoring  and  stream  gauge  maintenance  on  the  Tuolumne  River  and  its  tributaries. 

19-0205 

10-22-19 

Policy  for  Rationing  for 
Residential  Water 
Customers  During 

Severe  Drought 

Approve  Direction  to  Staff  Regarding  Development  of  Policy  for  Rationing  for  Residential 

Water  Customers  During  Severe  Drought  instructing  staff  to  review  the  SFPUC's  Retail  Water 
Shortage  Allocation  Plan  during  the  upcoming  2020  Urban  Water  Management  Plan  update, 
and  as  part  of  that  review,  analyze  and  make  recommendations  regarding  three  policy  options 
for  mandatory  residential  rationing  during  a  drought  including  imposing  a  lower  level  of 
rationing  on  residential  customer  classes  with  lower  per  capita  water  consumption  than  those 
with  higher  per  capita  water  consumption. 

.  19-0206 

11-12-19 

CS-224.A 

Amendment  5 

Approve  Amendment  No.  5  to  Agreement  No.  CS-224.A,  System  Integration  and  Support 

Services  -  Related  to  Project  Controls,  with  MLok  Consulting,  Inc.,  to  provide  continued 
specialized  system  integration  and  support  services  for  the  delivery  of  capital  improvement 
programs  and  capital  projects  for  all  SFPUC  Enterprises,  increasing  the  agreement  duration  by 
one  year  for  a  total  duration  of  nine  years,  with  no  change  to  the  agreement  amount;  authorize 
the  GM  to  execute  Amendment  No.  5;  and  ratify  the  issuance  of  Amendment  No.  1  in  2016 
increasing  the  contract  amount  by  $850,000. 

19-0207 

11-12-19 

CS-294.H 

Amendment  2 

Approve  Amendment  No.  2  to  Agreement  No.  CS-294.H,  Health  and  Safety  Hazards  on  Treasure 
Island,  with  Langan  Engineering  &  Environmental  Services,  Inc.,  to  provide  continued  quarterly 
and  annual  updates  to  the  SFPUC  Safe  Practices  Map  and  Health  and  Safety  Requirements 

Matrix;  and  authorize  the  GM  to  execute  this  amendment  increasing  the  agreement  duration  by 
seven  months,  for  a  total  agreement  duration  of  six  years  and  one  month,  with  no  change  in  the 
agreement  amount. 

19-0208 

11-12-19 

CS-1021 

Amendment  2 

Approve  Amendment  No.  2  to  Agreement  No.  CS-1021,  Inventory  Auditing  Services,  with 

Macias  Gini  &  O'Connell  LLP,  for  inventory  auditing  services  consisting  of  a  full  count  for  Hetch 
Hetchy  inventory  locations  and  sample  counts  for  the  remaining  Water  Enterprise  and 
Wastewater  Enterprise  inventory  locations  for  fiscal  year  2020,  increasing  the  agreement 
amount  by  $25,000  for  a  total  not-to-exceed  amount  of  $122,500,  and  extend  the  agreement 
duration  by  one  year,  for  a  total  agreement  duration  of  five  years  and  seven  months;  and 
authorize  the  General  Manager  to  execute  Amendment  No.  2. 

19-0209 

11-12-19 

PRO. 0019. A-D 

Amendment  1 

Approve  Amendment  No.  1  to  Agreement  Nos.  PRO.0019.A-D,  As-Needed  Specialized  and 
Technical  Services,  Water  Enterprise,  with  Brown  &  Caldwell/Geotechnical  Consultants.  Inc., 
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Joint  Venture  (JV)  (PRO.0019.Ah  RMC-Lotus,  JV  (PRO.0019.B),  MWH-JHCE,  JV  (PR0.0019.C),  and 
AECOM-WRE,  JV  (PRO. 0019. D),  and  authorize  the  GM  to  execute  these  amendments  increasing 
each  agreement  amount  by  $2,500,000,  for  a  total  not-to-exceed  agreement  amount  of 
$7,500,000  each,  with  no  change  to  the  agreement  duration. 

19-0210 

11-12-19 

PRO. 0120 

Approve  the  selection  of  CDM  Smith,  Inc.;  award  Agreement  No.  PRO. 0120,  Engineering 

Services  for  Sunol  Valley  Water  Treatment  Plant  Ozonation,  to  provide  planning  and  specialized 
engineering  design  services;  and  authorize  the  GM  to  negotiate  and  execute  a  professional 
services  agreement  with  CDM  Smith,  Inc.  for  an  amount  not-to-exceed  $15,000,000  and  with  a 
duration  of  six  years,  subject  to  BOS  approval  pursuant  to  Charter  Section  9.118. 

19-0211 

11-12-19 

Clean  Water  State 
Revolving  Fund  Loan 
for  the  WWE  Biosolids 
Digester  Facilities 

Project 

Authorize  the  GM  of  to  execute  an  Installment  Sale  Agreement  to  secure  a  Clean  Water  State 
Revolving  Fund  Loan  for  the  Wastewater  Enterprise  Biosolids  Digester  Facilities  Project  in  an 

amount  not-to-exceed  $132,000,000,  with  a  principal  forgiveness  amount  of  up  to  $4,000,000. 

19-0212 

11-12-19 

Clean  Water  State 
Revolving  Fund  Loan 
for  the  WWE  OSP 
Digester  Gas  Utilization 
Upgrade  Project 

Authorize  the  GM  to  execute  an  Installment  Sale  Agreement  to  secure  a  Clean  Water  State 
Revolving  Fund  Loan  for  the  Wastewater  Enterprise  Oceanside  Plant  Digester  Gas  Utilization 
Upgrade  Project,  in  an  amount  not-to-exceed  $54,387,969,  with  a  principal  forgiveness  amount 
of  up  to  $4,000,000. 

19-0213 

11-12-19 

FMND,  MMRP  & 

Findings  -  CUH10221, 
Mountain  Tunnel 
Improvements  Project 

Adopt  the  FMND,  the  MMRP,  and  the  Findings,  as  required  by  the  California  Environmental 
Quality  Act  (CEQA),  for  the  Mountain  Tunnel  Improvements  Project;  approve  Water  Enterprise's 
Project  No.  CUFI10221,  Mountain  Tunnel  Improvements  Project,  to  rehabilitate  and  make 
improvements  to  the  existing  tunnel;  and  authorize  the  GM  to  advertise  plans  and 
specifications  for  construction  of  the  Project.  This  action  constitutes  the  Approval  Action  for  the 
project  for  the  purposes  of  CEQA,  pursuant  to  Section  31.04(h)  of  the  SF  Administrative  Code. 

:  19-0214 

11-12-19 

Safety  Prequalification 
Procedures 

Approve  and  authorize  the  GM  to  implement  Safety  Prequalification  Procedures  to  qualify 
construction  contractors  to  bid  on  SFPUC  public  works  projects. 

19-0215 

11-12-19 

Closed  Session 

Yosemite  Slough  Site,  U.S.  EPA  Region  IX 

:  19-0216 

11-12-19 

Power  Capital 
Improvement  Program 
Appropriation 

Approve  the  de-appropriation  and  re-appropriation  of  $10,371,557  in  existing  Power  Capital 
Improvement  Program  Appropriation  to  the  Power  Asset  Acquisition  Analysis  Project;  and 
Authorize  the  GM  to  seek  Mayor  and  BOS  Approval  of  a  Supplemental  Appropriation  for  this 
change  including  the  de-appropriation  and  re-appropriation  of  $10,371,55  of  Project  Funds, 
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including  the  use  of  Trans  Bay  Cable  License  Payment  Revenue  for  the  Project. 

19-0217 

11-26-19 

PR0.0043 

Amendment  1 

Approve  Amendment  No.  1  to  Agreement  No.  PR0.0043,  As-Needed  Strategic  Planning  Services 
for  the  External  Affairs  Bureau  and  Divisions,  with  RDJ  Enterprises,  LLC,  for  continued  strategic 
planning  services  for  the  External  Affairs  Bureau,  increasing  the  agreement  duration  by  two 
years,  for  a  total  agreement  duration  of  five  years,  with  no  change  to  the  agreement  amount; 
and  authorize  the  GM  to  execute  this  amendment. 

19-0218 

11-26-19 

WD-2548 

Accept  work  performed  by  Western  Water  Constructors,  Inc.,  for  Contract  No.  WD-2548,  Lake 
Merced  Pump  Station  Essential  Upgrades  Project;  approve  Modification  No.  18  (Final), 
decreasing  the  contract  amount  by  $121,493  for  a  total  contract  amount  of  $35,954,987,  and 
increasing  the  contract  duration  by  259  consecutive  calendar  days,  for  a  total  contract  duration 
of  3,484  consecutive  calendar  days;  and  authorize  final  payment  to  the  contractor. 

19-0219 

11-26-19 

WD-2854A 

Approve  the  plans  and  specifications,  and  award  Contract  No.  WD-2854A,  525  Golden  Gate 
Avenue  Roof  Access  and  Fall  Protection  in  the  amount  of  $561,079,  to  the  responsible  bidder 
submitting  the  lowest  responsive  bid,  Buhler  Commercial,  to  install  fall  protection  and  access 
improvements  on  Levels  12  and  14  of  the  San  Francisco  Public  Utilities  Commission 

Headquarters  located  at  525  Golden  Gate  Avenue,  San  Francisco. 

i  19-0220 

11-26-19 

WW-611 

Approve  an  increase  of  87  consecutive  calendar  days  to  the  existing  contract  duration 
contingency  for  Contract  No.  WW-611,  Cutler  Ave.,  Lower  Great  Hwy.,  Sloat  Blvd.,  and  Wawona 
St.  Sewer  Replacement;  and  authorize  the  GM  to  approve  future  contract  modifications  for  a 
total  revised  contract  duration  of  up  to  433  consecutive  calendar  days,  with  no  change  to  the 
contract  amount 

19-0221 

11-26-19 

WW-613 

Approve  an  increase  in  the  amount  of  $500,000  to  the  existing  contract  cost  contingency  and  an 
increase  of  180  calendar  days  to  the  existing  contract  duration  contingency  for  Contract  No. 
WW-613,  SE  Water  Pollution  Control  Plant  Building  521/522  and  Disinfection  Upgrades;  and 
authorize  the  GM  to  approve  future  modifications  to  the  contract  for  a  total  contract  amount  of 
up  to  $30,622,166  and  a  total  contract  duration  of  up  to  1,489  consecutive  calendar  days. 

'  19-0222 

11-26-19 

WW-643R 

Approve  an  increase  of  400  consecutive  calendar  days  to  the  existing  contract  duration 
contingency  for  Contract  No.  WW-643R,  OSP  Building  620  Safety  Improvements;  and  authorize 
the  GM  to  approve  future  contract  modifications  for  a  total  revised  contract  duration  of  up  to 

900  consecutive  calendar  days,  with  no  change  in  the  contract  amount. 

19-0223 

11-26-19 

Large  Landscape  Grant 
Program  Rules 
Amendments 

Approve  amendments  to  the  SFPUC's  Large  Landscape  Grant  Program  Rules  to  (1)  reduce  the 
minimum  irrigated  landscape  size  eligibility  criterion  from  0.5  acres  to  10,000  square  feet 
(approximately  0.25  acres),  (2)  clarify  that  the  Program  provides  funding  for  Landscape  Water 
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Efficiency  Projects  and  Recycled  Water  Projects,  (3)  set  maximum  grant  award  limitations  for 
eligible  projects,  (4)  eliminate  grant  eligibility  for  synthetic  turf  installation  projects,  and  (5) 
make  administrative  and  clarifying  changes. 

19-0224 

11-26-19 

Debt  Management 
Policies  &  Procedures 

Revisions 

Adopt  revisions  to  the  Debt  Management  Policies  and  Procedures  of  the  SFPUC  to  address 
disclosure  requirements,  variable  rate  obligations,  and  Water  Infrastructure  Finance  and 
Innovation  Act  loans. 

19-0225 

11-26-19 

2019  Series  ABCD 

Taxable  Water 

Revenue  Bonds 

Authorize  the  issuance  of  up  to  $850  million  of  the  2019  Series  ABCD  Taxable  Water  Revenue 
Bonds  consisting  of  four  separate  sub-series  of  bonds  (Sub-Series  A  (Refunding  -  Water  System 
Improvement  Project  (WSIP),  Green  Bonds),  Sub-Series  B  (Refunding  -  Hetch  Hetchy),  Sub-Series 
C  (Refunding  -  Local  Water  Main)  and  Sub-Series  D  (WSIP  -  Green  Bonds);  approve  the  form  of, 
and  authorize  the  execution  and  delivery  of,  related  documents  to  (1)  advance  refund  all  or  a 
portion  of  the  2010F,  2011A,  2011B,  2011C  and  2012A  Water  Revenue  Bonds  to  achieve  debt 
service  savings,  and  (2)  Refinance  Outstanding  Taxable  Water  Commercial  Paper;  authorize  the 
General  Manager  to  sell  the  bonds  in  one  or  more  series  on  either  a  competitive  or  negotiated 
basis,  as  the  General  Manager  determines  is  in  the  best  financial  interest  of  the  SFPUC;  and 
delegate  to  the  GM  authority  to  award  each  series  of  bonds  to  the  highest  bidder  (lowest  cost). 

19-0226 

11-26-19 

Development 

Agreement  with  Laurel 
Heights  Partners  (3333 
California) 

Authorize  the  GM  to  consent,  on  behalf  of  the  SFPUC,  to  the  Development  Agreement 
between  the  City  and  County  of  San  Francisco  and  Laurel  Heights  Partners,  LLC  for  the  project 
located  at  3333  California  Street  (Block  1032,  Lot  003),  as  it  relates  to  matters  under  the 

SFPUC's  jurisdiction;  and  adopt  findings  pursuant  to  the  CEQA,  and  a  MMMRP. 

19-0227 

11-26-19 

Amended  and  Restated 
Land  Disposition  and 
Acquisition  Agreement 
with  2000  Marin 
Property,  LP  (639 

Bryant  exchange) 

Adopt  a  declaration  that  the  property  located  at  639  Bryant  Street  (Block  3777,  Lot  052)  is 
surplus  to  the  SFPUC's  utility  needs;  and  authorize  the  GM  execute  an  Amended  and  Restated 
Land  Disposition  and  Acquisition  Agreement  with  2000  Marin  Property,  L.P.  providing  for  the 
City's  transfer  of  639  Bryant  in  exchange  for  acquiring  2000  Marin  Street  (Block  4346,  Lot  003), 
the  relocation  of  the  SFPUC  Power  Enterprise  Utility  Field  Services  to  Port  property,  and  the 
Developer's  reimbursement  of  certain  SFPUC  costs,  subject  to  approval  by  the  BOS.  This  action 
constitutes  the  Approval  Action  for  the  relocation  of  SFPUC  Power  Enterprise  Utility  Field 

Services  to  Port  Properties  for  the  purposes  of  CEQA,  pursuant  to  Section  31.04(h)  of  the  San 
Francisco  Administrative  Code. 

19-0228 

11-26-19 

Closed  Session 

Lionel  Tan  and  Dr.  Ho  Tan  v.  City  and  County  of  San  Francisco 

19-0229 

12-10-19 

CS-338 

Amendment  1 

Approve  Amendment  No.  1  to  Agreement  No.  CS-388,  River  Ecosystem  Science  Support,  with 
McBain  Associates  to  continue  providing  hydrologic,  geomorphic,  biological,  and  other  river 
ecosystem  science  support  services  on  an  as-needed  basis,  increasing  the  agreement  amount  by 
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$700,000  for  a  total  not-to-exceed  agreement  amount  of  $2,200,000,  and  a  time  extension  of 
four  years  for  a  total  agreement  duration  of  nine  years;  and  authorize  the  GM  to  execute  this 
amendment. 

19-0230 

12-10-19 

WD-2693 

Approve  the  plans  and  specifications,  and  award  Contract  No.  WD-2693,  8-Inch  and  12-Inch 
Ductile  Iron  Water  Main  Replacement  on  21st,  Bryant,  Ford,  Hancock,  and  Cumberland  Sts,  in 
the  amount  of  $3,861,835,  and  with  a  duration  of  585  consecutive  calendar  days,  to  the 
responsible  bidder  that  submitted  the  lowest  responsive  bid,  M  Squared  Construction,  Inc.  This 
action  constitutes  the  Approval  Action  for  the  project  for  the  purposes  of  CEQA,  pursuant  to 
Section  31.04(h)  of  the  San  Francisco  Administrative  Code. 

19-0231 

12-10-19 

WW-636 

Accept  work  performed  by  D'Arcy  &  Harty  Construction,  Inc.  for  Contract  No.  WW-636,  Various 
Locations  Sewer  Replacement  and  Pavement  Renovation  No.  4;  approve  Modification  No.  4 
(Final),  decreasing  the  contract  amount  by  $24,447,  for  a  total  contract  amount  of  $5,037,565, 
and  a  total  contract  duration  of  578  consecutive  calendar  days;  and  authorize  final  payment  to 
the  contractor. 

19-0232 

12-10-19 

WD-2794B 

Approve  the  plans  and  specifications,  and  award  Contract  No.  WD-2794B,  Sunol  Long  Term 
Improvements  -  Alameda  Creek  Watershed  Center,  in  the  amount  of  $27,577,000,  with  a 
duration  of  690  consecutive  calendar  days,  to  the  responsible  bidder  submitting  the  lowest 
responsive  bid,  S.J.  Amoroso  Construction,  Inc.,  to  construct  a  new  Alameda  Creek  Watershed 
Center  and  a  2.5-acre  landscape  area  that  resembles  the  middle  and  upper  reaches  of  the 
Alameda  Creek. 

19-0233 

12-10-19 

Green  Infrastructure 
Grant  SFUSD  Lafayette 
Elementary 

Authorize  the  release  of  $391,392  in  construction  funding  for  the  Green  Infrastructure  Grant 
awarded  to  the  SF  Unified  School  District  by  the  SFPUC  on  June  11,  2019  by  Resolution  No.  19- 
0118,  to  construct  stormwater  management  features  at  Lafayette  Elementary  School. 

19-0234 

12-10-19 

Wildfire  Mitigation 

Plan  2020  Update 

Adopt  a  resolution  approving  the  2020  update  to  the  SFPUC  Wildfire  Mitigation  Plan,  pursuant 
to  Public  Utilities  Code  §  8387.  Section  (b)(1)  of  Code  8387  requires  an  annual  update  to  the 
plan,  and  that  the  plan  be  submitted  to  the  CA  Wildfire  Safety  Advisory  Board  on  or  before  July 

1,  2020. 

19-0235 

12-10-19 

v,,...v~w.„ . . 

Onsite  Water  Reuse 
Grant  Program  Rules 

Approve  resolution  modifying  the  SFPUC's  Onsite  Water  Reuse  Grant  Program  Rules  to  (1) 
expand  eligibility  to  certain  projects  that  are  installing  onsite  water  systems  on  a  mandatory 
basis  in  compliance  with  the  Non-potable  Water  Ordinance  (NPO)  that  go  above  and  beyond 
Baseline  NPO  Compliance  (referred  to  as  "Above  and  Beyond  Projects"),  (2)  specify  that 
eligibility  of  Above  and  Beyond  Projects  that  consist  of  multiple  buildings  is  limited  to  projects 
using  a  district-scale  project  approach,  not  projects  using  a  building-scale  approach,  (3)  require 
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19-0236  12-10-19 

all  projects  to  estimate  the  energy  offset  that  could  be  achieved  by  the  project  through  the 
installation  of  a  wastewater  heat  recovery  system;  and  (4)  require  Above  and  Beyond  projects 
that  consist  of  mixed-use  and  multi-family  residential  buildings  that  are  seeking  grant  funding  to 
install  a  wastewater  heat  recovery  system. 

CPSF  Plan  to  Transition 

Residential  Customers 

to  Time-of-Use 

Approve  a  resolution  endorsing  CleanPowerSF's  plan  to  transition  residential  customers  to 
time-of-use  (TOU)  as  the  default  rate  and  to  provide  bill  protection  in  the  form  of  a  one-time 
credit  bill  credit  after  the  first  year  of  TOU  service,  and  direct  staff  to  return  to  the  Commission 
with  a  proposed  TOU  rate  structure  for  consideration  and  possible  implementation  in  2020. 

19-0237 

12-10-19 

Discontinuation  of 
Residential  Water 

Service  for 

Nonpayment  Policy 

Adopt  a  Policy  on  Discontinuation  of  Residential  Water  Service  for  Nonpayment  in  accordance 
with  the  CA  Water  Shutoff  Protection  Act,  the  CA  Water  Shutoff  Protection  Act  CA  Health  & 

Safety  Code  Section  116900  etseq.,  and  amend  Section  D,  Rules  4  and  5  of  the  SFPUC  Rules  and 
Regulations  Governing  Water  Service  to  Customers  to  reference  such  policy. 

19-0238 

12-10-19 

BAWSCA  Pilot  Water 
Transfer 

Approve  and  authorize  the  GM  to  execute  (1)  an  agreement  between  the  Bay  Area  Water 

Supply  and  Conservation  Agency  (BAWSCA)  and  the  SFPUC  regarding  the  operation  and 
allocation  of  costs  for  the  BAWSCA  Pilot  Water  Transfer  to  take  place  in  January  2020,  and  (2) 
an  agreement  among  the  City  of  Hayward,  East  Bay  Municipal  Utility  District,  and  the  SFPUC 
regarding  the  one-time  use  of  the  Hayward  Intertie  for  the  BAWSCA  Pilot  Water  Transfer. 

19-0239 

12-10-19 

Closed  Session 

Luz  de  Verano  Cervantes  v.  City  and  County  of  San  Francisco,  et  al. 
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For  information,  contact  the  Commission  Secretary  at  415-554-3165 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site: 

www.sfwater.orq 

Gavel-to-Gavel  coverage  available  at: 

http://sanfrancisco.qranicus.comA/iewPublisher.php7view  id— 22 


Accessible  Meeting  Policy:  The  San  Francisco  Public  Utilities  Commission  meeting  will  be  held  in  Room  400, 
at  1  Dr.  Carlton  B.  Goodlett  Place  (400  Van  Ness  Ave.),  San  Francisco,  CA.  The  closest  accessible  BART 
station  is  the  Civic  Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible  MUNI  lines  serving  this 
location  are:  MUNI  Metro  Lines  J-Church,  K-Ingleside,  L-Taraval,  M-Ocean  View,  N-Judah  and  T-Third  at  Van 
Ness  and  Civic  Center  Stations;  F-Market;  19-Polk,  47-Van  Ness;  49-Mission-Van  Ness;  5-Fulton;  6-Parnassus, 
21-Hayes;  9-San  Bruno;  and  7-Haight  Noriega.  For  information  about  MUNI  accessible  services  call  701.4485. 

The  meeting  room  is  wheelchair  accessible.  Accessible  curbside  parking  spaces  have  been  designated  on  the 
Van  Ness  Avenue  and  McAllister  Street  perimeters  of  City  Hall  for  mobility-impaired  persons.  There  is 
accessible  parking  available  within  the  Civic  Center  Underground  Parking  Garage  at  the  corner  of  McAllister 
and  Polk  Streets,  and  within  the  Performing  Arts  Parking  Garage  at  Grove  and  Franklin  Streets. 

To  obtain  a  disability-related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain  meeting 
materials  in  alternative  format,  please  contact  Donna  Hood  at  415.554.3165.  Providing  at  least  72  hours  notice 
will  help  to  ensure  availability.  Written  reports  or  background  materials  for  calendar  items  are  available  for 
public  inspection  and  copying  at  525  Golden  Gate  Ave.,  13th  Floor  during  regular  business  hours  and  are 
available  on-line  at  http://www.sfwater,orq/index.aspx?paqe=167. 

To  assist  the  City’s  efforts  to  accommodate  persons  with  severe  allergies,  environmental  illnesses,  multiple 
chemical  sensitivity  or  related  disabilities,  attendees  at  public  meetings  are  reminded  that  other  attendees  may 
be  sensitive  to  various  chemical  based  products.  Please  help  the  City  to  accommodate  these  individuals. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are  prohibited 
at  this  meeting.  Please  be  advised  that  the  President  may  order  the  removal  from  the  meeting  room  of  any 
person(s)  responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other  similar  sound-producing 
electronic  devices. 

Know  Your  Rights  Under  the  Sunshine  Ordinance:  Government's  duty  is  to  serve  the  public,  reaching  its 
decision  in  full  view  of  the  public.  Commissions,  boards,  councils  and  other  agencies  of  the  City  and  County 
exist  to  conduct  the  people's  business.  This  ordinance  assures  that  deliberations  are  conducted  before  the 
people  and  that  City  operations  are  open  to  the  people's  review.  For  more  information  on  your  rights  under 
the  Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance,  contact  Administrator,  by  mail  to  Sunshine 
Ordinance  Task  Force,  1  Dr.  Carlton  B.  Goodlett  Place,  Room  244,  San  Francisco,  CA  94102.4689;  by 
phone  at  554.7724;  by  fax  at  554.7854;  or  by  email  at  sotf@sfgov.org. 

Copies  of  the  Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San 
Francisco  Public  Library  and  on  the  City’s  website  at  http://www.sfgov.org. 
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Lobbyist  Registration  and  Reporting  Requirements:  Individuals  and  entities  that  influence  or  attempt  to 
influence  local  legislative  or  administrative  action  may  be  required  by  the  San  Francisco  Lobbyist  Ordinance  [SF 
Campaign  &  Governmental  Conduct  Code  §2.100]  to  register  and  report  lobbying  activity.  For  more  information 
about  the  Lobbyist  Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van  Ness  Avenue, 
Suite  220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax  (415)  252-3112;  web  site  at 
www.sfqov.org/ethics. 

CEQA  Appeal  Rights  under  Chapter  31  of  the  San  Francisco  Administrative  Code:  If  the  Commission’s 
action  on  a  project  constitutes  the  Approval  Action  for  that  project  (as  defined  in  S.F.  Administrative  Code 
Chapter  31 ,  as  amended,  Board  of  Supervisors  Ordinance  Number  161-1 3),  then  the  CEQA  determination 
prepared  in  support  of  that  Approval  Action  is  thereafter  subject  to  appeal  within  the  time  frame  specified  in  S.F. 
Administrative  Code  Section  31.16.  Typically,  an  appeal  must  be  filed  within  30  calendar  days  of  the  Approval 
Action  for  a  project  that  has  received  an  exemption  or  negative  declaration  pursuant  to  CEQA.  For  information 
on  filing  an  appeal  under  Chapter  31 ,  contact  the  Clerk  of  the  Board  of  Supervisors  at  City  Hall,  1  Dr.  Carlton  B. 
Goodlett  Place,  Room  244,  San  Francisco,  CA  94102,  or  call  (415)  554-5184.  If  the  Planning  Department’s 
Environmental  Review  Officer  has  deemed  a  project  to  be  exempt  from  further  environmental  review,  an 
exemption  determination  has  been  prepared  and  can  be  obtained  on-line  at  http://www.sf- 
planninq.orq/index.aspx?paqe=3447.  Under  CEQA,  in  a  later  court  challenge,  a  litigant  may  be  limited  to  raising 
only  those  issues  previously  raised  at  a  hearing  on  the  project  or  in  written  correspondence  delivered  to  the 
Board  of  Supervisors,  Planning  Commission,  Planning  Department  or  San  Francisco  Public  Utilities 
Commission  at,  or  prior  to,  such  hearing,  or  as  part  of  the  appeal  hearing  process  on  the  CEQA  decision. 


ORDER  OF  BUSINESS 


1.  Call  to  Order 

2.  Roll  Call 

3.  Approval  of  the  Minutes  of  December  11, 2018 

4.  General  Public  Comment  (discussion  only) 

Members  of  the  public  may  address  the  Commission  on  matters  that  are  within 
the  Commission’s  jurisdiction  and  are  not  on  today’s  agenda. 

5.  Communications  (discussion  only) 

a)  Advance  Calendar 

b)  Correspondence  Log 

c)  Contract  Advertisement  Report 

d)  2017  Energy  Benchmarking  Report 

e)  2018  Golden  Pride  Employee  Recognition  Program  Update 

f)  O’Shaughnessy  Dam  Reservations  Quarterly  Report  -  4th  Quarter 

g)  Revised  Declaration  of  Emergency:  Repair  Southeast  Treatment  Plant  Final 
Effluent  Force  Main 

h)  Sewer  Inspection  and  Replacement  Program  Update 

i)  Water  Pipeline  Assessment 

j)  Water  Supply  Agreement  Update 

k)  Water  Supply  Conditions  Update 

6.  Other  Commission  Business  (discussion  only) 

7.  Workforce  Development:  Policy  Objectives  and  Practices  -  Wastewater  Pre- 
Apprenticeship/Stationery  Engineers  Apprenticeship  (discussion  only) 

(Kelly,  Jr.) 

8.  Report  of  the  General  Manager  (discussion  only)  (Kelly,  Jr.) 

a)  Southeast  Community  Facility  Update 

b)  CleanPowerSF  Update 

c)  Report  on  Recent  San  Francisco  Public  Utilities  Commission  Activities, 
Events  and  Announcements 

9.  Update  on  State  Water  Board’s  December  12,  2018  adoption  of  amendment  to 

the  Bay-Delta  Plan  (discussion  only)  (Ritchie) 

10.  Bay  Area  Water  Supply  and  Conservation  Agency  Update  (discussion  only) 

(Sandkulla) 

The  following  matters  before  the  San  Francisco  Public  Utilities  Commission  are 
recommended  for  action  as  stated  by  the  General  Manager  and  City  Attorney, 
where  applicable.  Explanatory  documents  provided  to  the  Commission  in 
connection  with  this  agenda  are  available  for  public  inspection  and  copying  at  the 
Office  of  the  Commission  Secretary,  525  Golden  Gate  Avenue,  13th  Floor,  San 


Francisco,  CA  94102;  Telephone:  (415)  554-3165;  Fax:  (415)  554-3424;  and  are 
available  on-line  at  http://www. sfwater.org/index. aspx?paoe=1 67 


CONSENT  CALENDAR 


11.  All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to  be 
routine  by  the  San  Francisco  Public  Utilities  Commission  and  will  be  acted  upon 
by  a  single  vote  of  the  Commission.  There  will  be  no  separate  discussion  of 
these  items  unless  a  member  of  the  Commission  or  the  public  so  requests,  in 
which  event  the  matter  will  be  removed  from  the  Calendar  and  considered  as  a 
separate  item. 


a) 

190001 

b) 

190002 

C) 

190003 

d) 

190004 

e) 

190005 


Approve  Amendment  No.  2  to  Agreement  No.  CS-291.J,  Communications 
Support  for  Community  Benefits  with  Davis  &  Associates  Communications, 
Inc.,  for  continued  planning,  development,  and  marketing  of  a 
comprehensive  communications  strategy;  and  authorize  the  General 
Manager  to  execute  this  amendment  increasing  the  agreement  by 
$1 15,000,  for  a  total  not-to-exceed  agreement  amount  of  $1 ,1 15,000,  and 
extending  the  term  by  nine  months,  for  a  total  agreement  duration  of  four 
years  and  three  months.  (Ellis) 

Approve  an  increase  of  $490,000  to  the  existing  $587,538  cost  contingency, 
and  an  increase  of  68  consecutive  calendar  days  (approximately  three 
months),  to  the  existing  26-day  duration  contingency  for  Contract  No.  HH- 
991,  2018  Mountain  Tunnel  Interim  Repairs;  and  authorize  the  General 
Manager  to  approve  future  modifications  to  the  contract  for  a  total  revised 
contract  amount  of  up  to  $6,952,924  and  a  total  revised  contract  duration  of 
up  to  350  consecutive  calendar  days.  (How) 

Accept  work  performed  by  Gordon  N.  Ball,  Inc.  for  Contract  No.  WD-2652, 
Bioregional  Habitat  Restoration  -  San  Antonio  Creek;  approve  Modification 
No.  29  (Final)  decreasing  the  contract  amount  by  $37,881  for  a  total 
contract  amount  of  $1 6,1 58,467  and  increasing  the  contract  duration  by  65 
consecutive  calendar  days  (approximately  three  months),  for  a  total  contract 
duration  of  2,018  consecutive  calendar  days;  and  authorize  final  payment  to 
the  contractor.  (How) 

Approve  an  increase  of  150  consecutive  calendar  days  (approximately  five 
months)  to  the  existing  385-day  construction  contract  duration  contingency 
for  Contract  No.  WW-622,  Haight-Ashbury/Tenderloin/Diamond  Heights 
Districts  Sewer  Replacement  and  Pavement  Renovation;  and  authorize  the 
General  Manager  to  approve  future  modifications  to  the  contract  duration  for 
a  total  revised  contract  duration  of  up  to  895  consecutive  calendar  days 
(approximately  two  years  and  five  months),  with  no  change  to  contract 
amount.  (How) 

Approve  an  increase  of  130  consecutive  calendar  days  (approximately  four 
months)  to  the  existing  construction  contract  duration  contingency  for 
Contract  No.  WW-625,  Oceanside  Water  Pollution  Control  Plant  Flare 
Control  and  Stack  Upgrade;  and  authorize  the  General  Manager  to  approve 
future  modifications  to  the  contract  duration  for  a  total  duration  of  up  to  880 


consecutive  calendar  days  (approximately  two  years  and  five  months),  with 
no  change  in  contract  amount.  (How) 


0 

19000B 

g) 

190007 

h) 

190008 


i) 

190009 


j) 

190010 


Accept  work  performed  by  Monterey  Mechanical  Co.  for  Contract  No.  WW- 
626,  Southeast  Water  Pollution  Control  Plant  Primary  and  Secondary 
Clarifier  Upgrades,  for  a  total  contract  amount  of  $25,795,341 ,  and  with  a 
total  contract  duration  of  860  consecutive  calendar  days  (approximately  two 
years  and  four  months);  and  authorize  final  payment  to  the  contractor. 

(How) 

Approve  an  increase  of  $44,640  to  the  existing  $740,461  construction  cost 
contingency  for  Contract  No.  WW-629,  Various  Locations  Sewer 
Replacement  and  Pavement  Renovation  No.  1;  and  authorize  the  General 
Manager  to  approve  future  modifications  to  the  contract  amount  for  a  total 
revised  contract  amount  of  up  to  $8,189,706,  with  no  change  to  the  contract 
duration.  (How) 

Approve  an  increase  of  60  consecutive  calendar  days  (approximately  two 
months)  to  the  existing  198-day  construction  duration  contingency  for 
Contract  No.  WW-631,  Crocker  Amazon/Excelsior/Ingleside  Districts  Sewer 
Replacement  and  Pavement  Renovation;  and  authorize  the  General 
Manager  to  approve  future  modifications  to  the  contract  duration  for  a  total 
revised  contract  duration  of  up  to  763  consecutive  calendar  days 
(approximately  two  years  and  one  month),  with  no  change  to  contract 
amount.  (How) 

Approve  an  increase  of  90  consecutive  calendar  days  (approximately  three 
months)  to  the  existing  180-day  construction  contract  duration  contingency, 
for  Contract  No.  WW-633,  Various  Locations  Sewer  Replacement  No.  2; 
and  authorize  the  General  Manager  to  approve  future  modifications  to  the 
contract  duration  for  a  total  revised  contract  duration  of  up  to  730 
consecutive  calendar  days  (approximately  two  years),  with  no  change  to 
contract  amount.  (How) 

Approve  an  increase  of  60  consecutive  calendar  days  (approximately  two 
months)  to  the  existing  60-day  construction  duration  contingency  for 
Contract  No.  WW-636,  Various  Locations  Sewer  Replacement  and 
Pavement  Renovation  No.  4;  and  authorize  the  General  Manager  to 
approve  future  modifications  to  the  contract  duration  for  a  total  revised 
contract  duration  of  up  to  534  consecutive  calendar  days  (approximately 
one  year  and  six  months),  with  no  change  to  contract  amount.  (How) 


REGULAR  CALENDAR 


12.  Retroactively  approve  and  ratify  original  not-to-exceed  contract  amount  of 

$3,342,840  in  Agreement  No.  CS-318,  Software  and  Equipment  Maintenance 
for  the  Wastewater  Enterprise’s  Distributed  Control  Systems;  retroactively 
approve  and  ratify  Amendment  No.  1,  reflecting  Invensys  Systems,  Inc.’s  name 
190011  change  to  Schneider  Electric  Systems,  USA  Inc.,  and  adding  $578,582  for  a 

total  not-to-exceed  contract  amount  of  $3,921 ,422;  approve  Amendment  No.  2, 
extending  the  term  by  two  years  for  a  total  agreement  duration  of  seven  years, 


13. 

130012 


14. 

i.30013 


15. 

130014 

16. 

,30015 


17. 

10001G 


19001718 


with  no  change  in  contract  amount;  and  authorize  the  General  Manager  to 
execute  this  amendment.  (Norby) 

Approve  Amendment  No.  3  to  Agreement  No.  CS-991,  Preliminary  Design  and 
Environmental  Services,  Power  Transmission  Project,  with  URS  Corporation 
Americas,  to  provide  continuing  technical  support  services  during  construction  of 
the  substructure  work  for  the  Bay  Corridor  Transmission  and  Distribution 
Project;  and  authorize  the  General  Manager  to  execute  this  amendment  to 
extend  the  Agreement  by  five  months  for  a  total  contract  duration  of  nine  years, 
with  no  change  to  the  agreement  amount;  and  retroactively  approve  and  ratify 
the  initial  executed  contract  duration  of  three  years,  seven  months.  (Abueg) 

Approve  the  plans  and  specifications,  and  award  Contract  No.  WD-2822R2, 
Lower  Crystal  Springs  Dam  (LCSD)  Stilling  Basin  Connecting  Channel,  in  the 
amount  of  $4,784,700  and  with  a  duration  of  485  consecutive  calendar  days 
(approximately  one  year  and  five  months),  to  the  lowest,  qualified,  responsible 
and  responsive  bidder,  Anvil  Builders  Inc.,  to  construct  a  channel  between  the 
LCSD  Stilling  Basin  and  downstream  Pond  2,  make  other  upgrades  to  valves 
below  LCSD,  and  perform  revegetation  in  the  San  Mateo  Creek  riparian  zone. 

(How) 

Approve  the  plans  and  specifications,  and  award  Contract  No.  WD-2829R,  San 
Andreas  Pipeline  No.  2  Replacement,  in  the  amount  of  $32,087,200,  with  a 
duration  of  730  consecutive  calendar  days  (two  years),  to  the  lowest,  qualified, 
responsible  and  responsive  bidder,  Ranger  Pipelines  Inc.,  to  replace  four 
segments,  approximately  6,500  linear  feet,  of  54”  diameter  of  San  Andreas 
Pipeline  No.  2  in  the  City  of  San  Bruno.  (How) 

Approve  the  Southeast  Community  Center  at  1550  Evans  Project  and  the 
selection  of  Charles  Pankow  Builders,  Inc.;  award  Contract  No.  WW-682R, 
Southeast  Community  Center  at  1550  Evans,  a  Construction  Manager/General 
construction  services  for  the  Project;  and  authorize  the  General  Manager  to 
execute  a  CM/GC  agreement  with  Pankow,  consistent  with  the  requirements  of 
Section  6.68(b)(2)  of  the  San  Francisco  Administrative  Code,  for  an  amount  up 
to  $71,181 ,251  and  with  a  duration  of  1 ,157  consecutive  calendar  days 
(approximately  three  years  and  three  months).  (How) 

Approve  the  terms  and  conditions  of,  and  authorize  the  General  Manager  to 
seek  approval  by  the  Board  of  Supervisors  and  Mayor  to  execute,  a 
Termination  of  Lease  between  the  City  and  County  of  San  Francisco,  through 
its  Public  Utilities  Commission  as  Landlord,  and  Orchard  Supply  Company,  LLC 
as  Tenant,  for  a  portion  of  SFPUC  Parcel  29,  representing  approximately  4.438 
acres  of  land,  in  Millbrae,  California  at  a  ground  rental  rate  of  approximately 
$1 ,304,91 5  per  year  over  the  remaining  five-year  term  of  the  lease.  (Carlin) 

Approve  the  San  Francisco  Public  Utilities  Commission  Wildfire  Mitigation 
Plan  dated  December  2018,  in  accordance  with  Public  Utilities  Code  §  8387. 

(Ritchie) 


19. 

190018 


20. 


190019 


21. 

190020 


22. 

190021 


23. 

190022 


Approve  the  terms  and  conditions  of,  and  authorize  the  General  Manager  to 
execute  a  five-year  lease  with  a  four-year  option  to  extend  the  term,  with  2725 
Oakdale,  LLC,  for  the  San  Francisco  Public  Utilities  Commission’s  Wastewater 
Enterprise  to  use  warehouse  and  office  space  and  one  small  parking  lot  located 
at  2725  Oakdale  Avenue  in  San  Francisco  at  an  initial  annual  rent  of 
$808,090.80,  with  annual  rental  adjustments  based  on  the  Consumer  Price 
Index.  (Carlin) 

Authorize  the  General  Manager  to  execute  a  first  amendment  to  the 
Memorandum  of  Understanding  by  and  between  the  San  Francisco  Public 
Utilities  Commission  and  the  Aquatic  Science  Center  to  provide  technical 
support  for  watershed  management  and  interpretation  for  the  Alameda  Creek 
Watershed  and  the  Bay  Area  Ridge  Trail  in  an  amount  not-to-exceed 
$1,184,389.  (Ritchie) 

Approve  Amendment  No.  1  to  the  Memorandum  of  Agreement  with  the  San 
Francisco  Unified  School  District  (CS-1081),  increasing  the  agreement  by 
$600,000  and  extending  the  term  by  four  years  and  one  month,  for  a  total 
agreement  amount  of  up  to  $1 ,050,000  and  a  total  duration  of  six  years  and  one 
month,  to  continue  integration  of  SFPUC-specific  project-based  and  work-based 
curriculum  into  all  grades  at  John  O’Connell  High  School,  and  to  foster  student 
awareness  and  career  readiness  for  SFPUC  careers;  and  authorize  the  General 
Manager  to  execute  this  amendment.  (Ellis) 

Authorize  the  General  Manager  to  negotiate  and  execute  a  Purchase  and  Sale 
Agreement  and  any  related  documents  with  the  State  of  California  Department 
of  T ransportation  (Caltrans)  for  the  purchase  of  approximately  1 .7  acres  of 
unimproved  real  property  located  at  2  Rankin  Street  in  San  Francisco, 

California,  also  known  as  Assessor’s  Parcel  Number  5215/016,  for  $8,991 ,000 
to  be  used  for  the  Sewer  System  Improvement  Program;  authorize  payment  of  a 
5%  deposit  of  $449,550  to  be  applied  to  the  purchase  price  at  closing,  pending 
execution  of  a  Purchase  and  Sale  Agreement;  retroactively  ratify  and  authorize 
the  SFPUC’s  holdover  tenancy  at  2  Rankin  Street  since  December  1 , 2018 
pursuant  to  the  SFPUC’s  existing  lease  with  Caltrans;  and  authorize  the  SFPUC 
to  continue  its  holdover  tenancy  until  the  property  is  conveyed  to  the  SFPUC,  for 
a  period  not  to  exceed  one  year  expiring  on  November  30,  2019  and  an 
additional  rent  amount  of  up  to  $200,000,  for  a  total  not-to-exceed  lease  amount 
of  $875,000.  This  action  constitutes  the  Approval  Action  for  the  property 
purchase  for  the  purposes  of  CEQA,  pursuant  to  Section  31 .04(h)  of  the  San 
Francisco  Administrative  Code.  (Carlin) 

Approve  the  terms  and  conditions  of,  and  authorize  the  General  Manager  to 
execute,  a  five-year  lease,  with  a  single  three-year  option  to  extend  the  term, 
with  Raul  and  Denise  Arriaza,  husband  and  wife,  as  to  an  undivided  fifty  (50%) 
interest  and  Linda  Lee  Olson  and  Carl  Edward  Olson,  husband  and  wife,  as  to 
an  undivided  fifty  (50%)  interest,  collectively  as  Landlord,  for  the  SFPUC  to  use 
office  space  and  parking  located  at  1325A  Evans  Avenue  in  San  Francisco  at  an 
annual  rent  of  $1 18,332  for  the  first  three  years  and  annual  rent  of  $121 ,882  for 
the  fourth  and  fifth  years  of  the  term.  (Carlin) 


24.  Approve  and  authorize  the  General  Manager  to  execute  Amendment  No.  1  to 
the  September  28,  201 5  Memorandum  of  Agreement  with  the  Alameda 
County  Water  District,  the  Alameda  County  Flood  Control  and  Water 
Conservation  District  -  Zone  7,  the  Bay  Area  Water  Supply  and  Conservation 
Agency,  Contra  Costa  Water  District,  East  Bay  Municipal  Utility  District,  Marin 
Municipal  Water  District,  and  Santa  Clara  Valley  Water  District  for  the  Bay  Area 
190U23  Regional  Reliability  Drought  Contingency  Plan,  extending  the  agreement  by  36 
months  (three  years)  until  December  31 , 2021 ,  for  a  total  duration  of  75  months 
(approximately  six  years,  three  months),  and  add  provisions  for  developing  a 
Regional  Water  Market  Program  to  help  facilitate  regional  water  transfers  and 
exchanges,  with  no  change  in  agreement  amount.  (Ritchie) 


25. 

190024 


Adopt  a  conditional  finding  of  surplus  for  SFPUC  sewer  and  streetlight 
easements  encumbering  San  Francisco  Assessor’s  Blocks  6310,  631 1 , 6312, 
6313,  6314,  and  6315  and  future  interim  reserved  public  utility  easements  in  the 
Sunnydale  Flope  SF  Project  site;  Authorize  the  General  Manager  to  negotiate 
and  execute  Quitclaim  Deeds  transferring  the  SFPUC’s  interest  in  the 
Easements  to  the  San  Francisco  Flousing  Authority,  subject  to  Board  of 
Supervisors’  and  Mayor’s  Approval.  (Carlin) 


26.  Public  Comment  on  matters  to  be  addressed  during  Closed  Session 


27.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters 
listed  below  as  Conference  with  Legal  Counsel 

The  Commission  will  go  into  Closed  Session  to  discuss  the  following  items: 

28.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (2)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (2)  (action)  (Gessner) 

Unlitiqated  Claim 

Antera  Investments  &  Trading  LLC  v.  City  and  County  of  San  Francisco 
i  Q  H  fj  9  R  Unlitigated  File  No. :  1 9-007 1 0 

Date  Filed:  September  21 ,  2018 

Proposed  settlement  of  claim  with  claimant’s  release  of  all  claims  and  the  City  to 
pay  claimant  $45,848.25 


29.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1 )  (discussion  only)  (Gessner) 


Existing  Litigation 

San  Joaquin  Tributaries  Authority,  et  al  v.  California  State  Water  Resources 
Control  Board 

Tuolumne  Superior  Court  Case  No.:  CU62094 
Date  Filed:  January  10,  2019 


30.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (4)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (4)  (discussion  only)  (Mueller) 

Anticipated  Litigation  as  Plaintiff* 

*Creditor/Claimant 

31 .  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1)  (discussion  only)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Tariff  Withdrawal  per  35.15:  Notice  of  Termination  of  the  1987  CCSF 
Interconnection  Agreement  -  PG&E  Rate  Schedule  FERC  No.  1 14  to  be 
effective  6/30/15. 

Case  No.:  ER1 5-702-000/Date  Filed:  December  23,  2014 

32.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1)  (discussion  only)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Tariff  Withdrawal  per  35.15:  Notice  of  Termination  of  The  CCSF  Facilities 
Charge  Agreement  for  Moscone  to  be  effective  6/30/15. 

Case  No.:  ER1 5-703-000/Date  Filed  December  23,  2014 

33.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1 )  (discussion  only)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

§205(d)  rate  filing  per  35.13  (a)(2)(iii):  City  and  County  of  San  Francisco 
Transmission  Owner  Tariff  Replacement  Agreements  to  be  effective  7/1/15 
Case  No.:  ER1 5-705-000/Date  Filed:  December  23,  2014 

34.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1 )  (discussion  only)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

§205(d)  rate  filing  per  35.13  (a)(2)(iii):  City  and  County  of  San  Francisco 
Wholesale 

Distribution  Tariff  Replacement  Agreements  to  be  effective  7/1/15 


Case  No.:  ER1 5-704-000/Date  Filed:  December  23,  2014 

35.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1 )  (discussion  only)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Notice  of  Termination  of  Facilities  Charge  Agreements  between  PG&E  and  the 

City  and  County  of  San  Francisco 

Case  No.:  ER1 5-735-000/Date  Filed:  December  23,  2014 

36.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1 )  (discussion  only)  (Mueller) 

Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric 
Federal  Energy  Regulatory  Commission 

Complaint  under  Sections  206  and  306  of  the  Federal  Power  Act. 

Case  No.:  ELI  5-3-000/Date  Filed:  October  9,  2014 

Following  Closed  Session,  the  Commission  will  reconvene  in  Open  Session 

37.  Announcement  Following  Closed  Session 

38.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session 
pursuant  to  San  Francisco  Administrative  Code  Section  67.12  (a) 

39.  Other  New  Business  (discussion  only) 

40.  Adjournment 
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1.  Call  to  Order 

Vice  President  (VP)  Caen  called  the  meeting  to  order  at  1:37  PM. 

2.  Roll  Call 

Present:  Caen,  Vietor,  and  Moran 
Excused:  Courtney  and  Kwon 

3.  Approval  of  the  Minutes  of  December  1 1 , 201 8 

On  Motion  to  approve  the  Minutes  of  December  11,  2018: 

Aye:  Caen,  Vietor,  and  Moran 

No  public  comment. 

4.  General  Public  Comment 
None. 

5.  Communications 

a)  Advance  Calendar 

b)  Correspondence  Log 

c)  Contract  Advertisement  Report 

d)  2017  Energy  Benchmarking  Report 

e)  2018  Golden  Pride  Employee  Recognition  Program  Update 

f)  O’Shauqhnessv  Dam  Reservations  Quarterly  Report -4th  Quarter 

g)  Revised  Declaration  of  Emergency:  Repair  Southeast  Treatment  Plant  Final 

Effluent  Force  Main 

h)  Sewer  Inspection  and  Replacement  Program  Update 

VP  Caen  thanked  staff  for  the  good  work  with  sewer  inspection  progress. 

i)  Water  Pipeline  Assessment 

j)  Water  Supply  Agreement  Update 

k)  Water  Supply  Conditions  Update 

Steve  Ritchie,  Assistant  General  Manager  (AGM)  Water,  responded  to  a 
question  from  VP  Caen  regarding  the  snow  pack  amount  and  the  Calaveras 
Dam  level. 

No  public  comment. 

6.  Other  Commission  Business 
None. 

7.  Workforce  Development:  Policy  Objectives  and  Practices  -  Wastewater  Pre- 

Apprenticeship/Stationerv  Engineers  Apprenticeships 
Greg  Norby,  AGM  Wastewater,  introduced  the  item  and  Catherine  Curtis, 
Workforce  Reliability  Manager,  who  presented:  (1)  Background:  (2)  Purpose 
(including  criteria);  (3)  Program  Components:  (4)  Learning  Skills  Assessments: 
(KSA’s  and  field  testing,  answer  keys,  and  process  diagrams);  (5)  Rotation 
Schedules;  6  Partnerships  (internal  and  external);  (6)  Tracking;  (7)  Keys  to 
success;  and  (8)  Accomplishments. 
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Ms.  Curtis  and  General  Manager  (GM)  Kelly,  Jr.  responded  to  a  question  from 
Commissioner  Moran  regarding  increasing  the  scale  of  the  program  to  allow  for 
additional  participants.  Brief  discussion  ensued. 

No  public  comment. 

8.  Report  of  the  General  Manager 

a)  Southeast  Community  Facility  Update 

Yolanda  Manzone,  Director,  Community  Benefits,  presented:  (1)  Project 
timeline  and  outreach  activities  (2011  through  2016);  (2)  Outreach  strategies 
(January  through  August  2016);  (3)  Community  Partners;  (4)  Summary  of 
community  recommendations  (29%  renovate  1800  Oakdale;  71%  build  new 
at  Third  and  Evans;  and  review  of  respondent  demographics);  (5)  Project 
timeline  and  outreach  activities  (October  2016  to  present);  (6)  Southeast 
Community  Facility  Arts  Enrichment  in  Bavview  (March  2017  to  November 
2018);  (7)  Education  and  skill  building  (current  tenants,  planning,  and 
investments  in  Bayview). 

Ms.  Manzone  and  GM  Kelly  Jr.  responded  to  a  question  from  Commissioner 
Vietor  regarding  the  request  for  proposal  timeline  and  desired  outcomes.  GM 
Kelly  provided  additional  information  regarding  the  project. 

GM  Kelly,  Jr.  responded  to  a  question  from  VP  Caen  as  to  the  status  of  the 
City  College  campus  located  near  the  Southeast  Community  Facility. 

No  public  comment. 

b)  CleanPowerSF  (CPSR  Update 

Barbara  Hale,  AGM  Power,  provided  the  update:  (1)  Enrollment:  2,000 
accounts  added  in  January  for  a  total  program  enrollment  of  1 1 1,000 
accounts.  Opt-out  rate  is  3.2%  and  the  SuperGreen  upgrade  rate  is  3.8%. 
The  next  auto-enrollment,  of  approximately  280,000  mostly  residential 
accounts,  will  occur  in  April;  (2)  Rate  Action:  update  on  the  Board  of 
Supervisors  hearing  and  their  support  of  the  Commission’s  rate  action. 
Update  on  the  implementation  timeline  for  new  rates;  (3)  PG&E  bankruptcy: 
filing  expected  on  or  about  January  29th.  AGM  Hale  indicated  no  interruption 
in  CPSF  service  to  customers  is  expected,  however,  the  bankruptcy  could 
interrupt  or  delay  the  remittance  of  customer  payments  to  the  SFPUC. 
Financial  consequences  and  mitigations  are  being  reviewed  with  the 
Controller’s  office. 

No  public  comment. 

c)  Report  on  Recent  San  Francisco  Public  Utilities  Commission  Activities, 

Events  and  Announcements 

None. 
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9.  Update  on  State  Water  Board’s  December  1 2,  201 8  adoption  of  amendment  to 

the  Bav-Delta  Plan 

AGM  Ritchie  provided  the  update:  (1)  Summary;  (2)  State  Water  Board  Action; 

(3)  State  Water  Board  Hearing  presentation  by  Department  of  Water  Resources 

(DRW)  and  Department  of  Fish  and  Wildlife ;  (4)  Tuolumne  River  Proposal: 
(functional  flows,  spill  management  and  habitat  improvements,  Tuolumne  River 
Partnership  Advisory  Committee,  and  environmental  water);  (5)  Inter-basin 
Collaborations;  (6)  Overall  framework  details  to  be  developed;  (7)  State  Water 
Board  action;  (8)  New  actions  for  the  SFPUC:  (water  supplies  to  develop  now); 

(9)  Potential  project  timelines;  (10)  Moving  forward;  (11)  Policy  considerations: 
(water  supply  level-of-service  and  environmental  stewardship  level-of-service). 

AGM  Ritchie  responded  to  a  question  from  Commissioner  Moran  regarding  the 
inter-basin  map  and  what  elements  are  in  place  or  required,  and  what  is  new 
content  in  the  Voluntary  Settlement  Agreement  (VSA).  Discussion  ensued. 

AGM  Ritchie  responded  to  a  question  from  Commissioner  Vietor  regarding  the 
strategy  and  plan  for  Early  Implementation.  She  requested  specifics  on  the 
process  be  presented  at  the  next  meeting. 

AGM  Ritchie  responded  to  a  question  from  Commissioner  Vietor  as  to  when 
peer  review  will  happen. 

AGM  Ritchie  responded  to  a  question  from  Commissioner  Vietor  regarding  the 
are  initial  feasibility  study’s  implementation  being  subject  to  mutual  agreement  of 
the  parties,  and  who  the  “ parties ”  are.  AGM  Ritchie  responded  to  a  follow-up 
question  regarding  stakeholder/NGO  input  into  the  VSA.  She  requested  as 
much  VSA  information  as  possible  be  provided.  She  asked  about  mandated 
projects  that  may  be  in  the  VSA.  Brief  discussion  ensued. 

Public  Comment 

-  Heinrich  Albert,  Sierra  Club  Bay  Chapter,  expressed  disappointment  with  the 
VSA.  He  distributed  and  discussed  a  document  produced  by  Barry  Nelson: 
“Initial  Analysis  of  the  VSA  Framework  presented  to  the  State  Water  Board". 

-  Dave  Warner,  Palo  Alto,  discussed  Commissioner  Vietor’s  proposed 
resolution,  the  VSA,  and  the  lawsuit. 

-  Jeralyn  Moran,  Unitarian  Universalist  Church  of  Palo  Alto,  expressed 
disappointment  with  the  lawsuit  and  asked  that  the  SFPUC  drop  out. 

-  Nicole  Sandkulla,  BAWSCA,  discussed  the  VSA  and  expressed  support. 

1 0.  Bay  Area  Water  Supply  and  Conservation  Agency  (BAWSCA)  Update 
Nicole  Sandkulla,  BAWSCA  CEO,  provided  the  update:  (1)  BAWSCA  Board 
authorized  the  new  Regional  Water  Demand  and  Conservation  Study  which  will 
update  demand  and  conservation  projections  through  2045.  She  noted  the  study 
will  provide  critical  information  to  inform  decisions  and  will  include  stakeholder 
outreach;  (2)  BAWSCA  Board  authorized  participation  in  the  next  planning 
phase  of  Los  Vaqueros  expansion  project;  (3)  BAWSCA  November  2018  total 
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potable  water  use  eight  percent  less  than  November  2013;  and  (4)  BAWSCA 
created  a  short  video  about  BAWSCA  and  the  results  it  has  delivered  for  water 
customers. 


No  public  comment. 


1 1 .  Consent  Calendar: 

a)  Approve  Amendment  No.  2  to  Agreement  No.  CS-291.J,  Communications 

Support  for  Community  Benefits  with  Davis  &  Associates  Communications, 

Inc.,  for  continued  planning,  development,  and  marketing  of  a 
comprehensive  communications  strategy;  and  authorize  the  General 

Manager  to  execute  this  amendment  increasing  the  agreement  by 


$1 15,000,  for  a  total  not-to-exceed  agreement  amount  of  $1 .1 15,000,  and 


extending  the  term  by  nine  months,  for  a  total  agreement  duration  of  four 

years  and  three  months.  (Resolution  19-0001) 


b)  Approve  an  increase  of  $490,000  to  the  existing  $587,538  cost  contingency, 

and  an  increase  of  68  consecutive  calendar  days,  to  the  existing  26-dav 

duration  contingency  for  Contract  No.  HH-991, 2018  Mountain  Tunnel 

Interim  Repairs:  and  authorize  the  General  Manager  to  approve  future 

modifications  to  the  contract  for  a  total  revised  contract  amount  of  up  to 

$6,952,924  and  a  total  revised  contract  duration  of  up  to  350  consecutive 

calendar  days.  (Resolution  19-0002) 


c)  Accept  work  performed  by  Gordon  N.  Ball,  Inc,  for  Contract  No.  WD-2652, 

Bioregional  Habitat  Restoration  -  San  Antonio  Creek;  approve  Modification 

No.  29  (Final)  decreasing  the  contract  amount  by  $37,881  for  a  total 


contract  amount  of  $16,158,467  and  increasing  the  contract  duration  by  65 


consecutive  calendar  days,  for  a  total  contract  duration  of  2,01 8  consecutive 

calendar  days;  and  authorize  final  payment  to  the  contractor.  (Resolution 
19-0003) 


d)  Approve  an  increase  of  150  consecutive  calendar  days  to  the  existing  385- 

dav  construction  contract  duration  contingency  for  Contract  No.  WW-622, 

Haight-Ashbury/Tenderloin/Diamond  Heights  Districts  Sewer  Replacement 

and  Pavement  Renovation:  and  authorize  the  General  Manager  to  approve 

future  modifications  to  the  contract  duration  for  a  total  revised  contract 

duration  of  up  to  895  consecutive  calendar  days,  with  no  change  to  contract 

amount.  (Resolution  19-0004) 


e)  Approve  an  increase  of  130  consecutive  calendar  days  to  the  existing 

construction  contract  duration  contingency  for  Contract  No.  WW-625, 

Oceanside  Water  Pollution  Control  Plant  Flare  Control  and  Stack  Upgrade; 

and  authorize  the  General  Manager  to  approve  future  modifications  to  the 

contract  duration  for  a  total  duration  of  up  to  880  consecutive  calendar  days, 

with  no  change  in  contract  amount.  (Resolution  19-0005) 
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f) 


Accept  work  performed  by  Monterey  Mechanical  Co.  for  Contract  No.  VWV- 

626,  Southeast  Water  Pollution  Control  Plant  Primary  and  Secondary 

Clarifier  Upgrades,  for  a  total  contract  amount  of  $25,795.341 ,  and  with  a 


9) 


total  contract  duration  of  860  consecutive  calendar  days;  and  authorize  final 

payment  to  the  contractor.  (Resolution  19-0006) 

Approve  an  increase  of  $44,640  to  the  existing  $740,461  construction  cost 

contingency  for  Contract  No.  WW-629.  Various  Locations  Sewer 
Replacement  and  Pavement  Renovation  No.  1:  and  authorize  the  General 

Manager  to  approve  future  modifications  to  the  contract  amount  for  a  total 

revised  contract  amount  of  up  to  $8,189,706,  with  no  change  to  the  contract 


duration.  (Resolution  19-0007) 


h)  Approve  an  increase  of  60  consecutive  calendar  days  to  the  existing  198- 
dav  construction  duration  contingency  for  Contract  No.  WW-631 ,  Crocker 

Amazon/Excelsior/Ingleside  Districts  Sewer  Replacement  and  Pavement 
Renovation;  and  authorize  the  General  Manager  to  approve  future 
modifications  to  the  contract  duration  for  a  total  revised  contract  duration  of 

up  to  763  consecutive  calendar  days,  with  no  change  to  contract  amount. 

(Resolution  19-0008) 

i)  Approve  an  increase  of  90  consecutive  calendar  days  to  the  existing  180- 

dav  construction  contract  duration  contingency,  for  Contract  No.  WW-633, 

Various  Locations  Sewer  Replacement  No.  2;  and  authorize  the  General 

Manager  to  approve  future  modifications  to  the  contract  duration  for  a  total 

revised  contract  duration  of  up  to  730  consecutive  calendar  days,  with  no 

change  to  contract  amount.  (Resolution  19-0009) 

j)  Approve  an  increase  of  60  consecutive  calendar  days  to  the  existing  60-dav 

construction  duration  contingency  for  Contract  No.  WW-636,  Various 

Locations  Sewer  Replacement  and  Pavement  Renovation  No.  4;  and 

authorize  the  General  Manager  to  approve  future  modifications  to  the 

contract  duration  for  a  total  revised  contract  duration  of  up  to  534 
consecutive  calendar  days,  with  no  change  to  contract  amount.  (Resolution 
19-0010) 


No  public  comment. 

On  Motion  to  approve  Consent  Calendar  items  11a  through  lOj: 
Aye:  Caen,  Vietor,  and  Moran 


12.  Retroactively  approve  and  ratify  original  not-to-exceed  contract  amount  of 
$3.342,840  in  Agreement  No.  CS-318.  Software  and  Eguipment  Maintenance 


for  the  Wastewater  Enterprise’s  Distributed  Control  Systems;  retroactively 

approve  and  ratify  Amendment  No.  1,  reflecting  Invensvs  Systems,  Inc.’s  name 

change  to  Schneider  Electric  Systems.  USA  Inc.,  and  adding  $578,582  for  a 


total  not-to-exceed  contract  amount  of  $3,921,422;  approve  Amendment  No.  2, 


extending  the  term  by  two  years  for  a  total  agreement  duration  of  seven  years, 
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with  no  change  in  contract  amount;  and  authorize  the  General  Manager  to 

execute  this  amendment.  (Resolution  19-0011) 


No  public  comment. 

On  Motion  to  approve  item  12: 

Aye:  Caen,  Vietor,  and  Moran 

1 3.  Approve  Amendment  No.  3  to  Agreement  No.  CS-991,  Preliminary  Design  and 

Environmental  Services.  Power  Transmission  Proiect,  with  URS  Corporation 

Americas,  to  provide  continuing  technical  support  services  during  construction  of 

the  substructure  work  for  the  Bay  Corridor  Transmission  and  Distribution 

Proiect;  and  authorize  the  General  Manager  to  execute  this  amendment  to 

extend  the  Agreement  bv  five  months  for  a  total  contract  duration  of  nine  years, 

with  no  change  to  the  agreement  amount;  and  retroactively  approve  and  ratify 

the  initial  executed  contract  duration  of  three  years,  seven  months.  (Resolution 

19-0012) 


No  public  comment. 

On  Motion  to  approve  item  13: 

Aye:  Caen,  Vietor,  and  Moran 

14.  Approve  the  plans  and  specifications,  and  award  Contract  No.  WD-2822R2, 

Lower  Crystal  Springs  Dam  (LCSD)  Stilling  Basin  Connecting  Channel,  in  the 

amount  of  $4,784.700  and  with  a  duration  of  485  consecutive  calendar  days,  to 

the  lowest,  qualified,  responsible  and  responsive  bidder,  Anvil  Builders  Inc.,  to 

construct  a  channel  between  the  LCSD  Stilling  Basin  and  downstream  Pond  2, 

make  other  upgrades  to  valves  below  LCSD,  and  perform  reveqetation  in  the 

San  Mateo  Creek  riparian  zone.  (Resolution  19-0013) 


No  public  comment. 


On  Motion  to  approve  item  14: 
Aye:  Caen,  Vietor,  and  Moran 


15. 


Approve  the  plans  and  specifications,  and  award  Contract  No.  WD-2829R,  San 


Andreas  Pipeline  No.  2  Replacement,  in  the  amount  of  $32,087,200,  with  a 


juration  of  730  consecutive  calendar  days,  to  the  lowest,  qualified,  responsible 


and  responsive  bidder.  Ranger  Pipelines  Inc.,  to  replace  four  segments, 

approximately  6.500  linear  feet,  of  54”  diameter  of  San  Andreas  Pipeline  No.  2 

in  the  City  of  San  Bruno.  (Resolution  19-0014) 


No  public  comment. 


On  Motion  to  approve  item  15: 
Aye:  Caen,  Vietor,  and  Moran 
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16.  Approve  the  Southeast  Community  Center  at  1550  Evans  Project  and  the 

selection  of  Charles  Pankow  Builders.  Inc.:  award  Contract  No.  WW-682R, 

Southeast  Community  Center  (SECC)  at  1550  Evans,  a  Construction 

Manaqer/General  construction  services  for  the  Project;  and  authorize  the 

General  Manager  to  execute  a  CM/GC  agreement  with  Pankow.  consistent  with 

the  requirements  of  Section  6.68(b)(2)  of  the  San  Francisco  Administrative 

Code,  for  an  amount  up  to  $71 ,181 ,251  and  with  a  duration  of  1 ,157 

consecutive  calendar  days.  (Resolution  19-0015) 

Shelby  Campbell,  Senior  Project  Manager,  presented  the  update:  (1)  Project 
Timeline:  (2)  Planning  (community  priorities  at  SECC,  facility  space  and 
grounds;  (3)  Architectural  Design:  (concepts  and  features,  materials  and 
elevations,  landscape  concepts,  and  landscape  design);  (4)  Next  steps: 


Ms.  Campbell  responded  to  a  question  from  VP  Caen  as  to  why  the  CM/CG  was 
re-advertised.  GM  Kelly,  Jr.,  provided  additional  comment. 


Commissioner  Vietor  indicated  she  would  like  as  many  sustainability  features 
included  during  construction  to  achieve  the  highest  LEED  rating. 


No  public  comment. 

On  Motion  to  approve  item  16: 

Aye:  Caen,  Vietor,  and  Moran 

17.  Approve  the  terms  and  conditions  of,  and  authorize  the  General  Manager  to 
seek  approval  by  the  Board  of  Supervisors  and  Mayor  to  execute,  a  Termination 

of  Lease  between  the  City  and  County  of  San  Francisco,  through  its  Public 

Utilities  Commission  as  Landlord,  and  Orchard  Supply  Company,  LLC  as 

Tenant,  for  a  portion  of  SFPUC  Parcel  29,  representing  approximately  4.438 

acres  of  land,  in  Millbrae,  California  at  a  ground  rental  rate  of  approximately 

$1 ,304,91 5  per  year  over  the  remaining  five-year  term  of  the  lease.  (Resolution 
19-0016) 

No  public  comment. 

On  Motion  to  approve  item  1 7: 

Aye:  Caen,  Vietor,  and  Moran 

18.  Approve  the  San  Francisco  Public  Utilities  Commission  Wildfire  Mitigation  Plan 

dated  December  2018,  in  accordance  with  Public  Utilities  Code  §  8387, 

(Resolution  19-0017) 

Commissioner  Moran  asked  that  staff  move  with  a  sense  of  urgency  and  asked 
that  close  attention  be  paid  to  regulations. 


No  public  comment. 

On  Motion  to  approve  item  18: 
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Aye:  Caen,  Vietor,  and  Moran 


1 9.  Approve  the  terms  and  conditions  of,  and  authorize  the  General  Manager  to 

execute  a  five-year  lease  with  a  four-year  option  to  extend  the  term,  with  2725 

Oakdale.  LLC,  for  the  San  Francisco  Public  Utilities  Commission’s  Wastewater 

Enterprise  to  use  warehouse  and  office  space  and  one  small  parking  lot  located 

at  2725  Oakdale  Avenue  in  San  Francisco  at  an  initial  annual  rent  of 

$808.090.80,  with  annual  rental  adjustments  based  on  the  Consumer  Price 

Index.  (Resolution  19-0018) 

No  public  comment. 

On  Motion  to  approve  item  19: 

Aye:  Caen,  Vietor,  and  Moran 

20.  Authorize  the  General  Manager  to  execute  a  first  amendment  to  the 
Memorandum  of  Understanding  by  and  between  the  San  Francisco  Public 

Utilities  Commission  and  the  Aquatic  Science  Center  to  provide  technical 

support  for  watershed  management  and  interpretation  for  the  Alameda  Creek 

Watershed  and  the  Bay  Area  Ridge  Trail  in  an  amount  not-to-exceed 

$1 .184,389.  (Resolution  19-0019) 

AGM  Ritchie  responded  to  a  question  from  VP  Ann  as  to  whether  open  trails  are 
involved. 

No  public  comment. 

On  Motion  to  approve  item  20: 

Aye:  Caen,  Vietor,  and  Moran 

21 .  Approve  Amendment  No.  1  to  the  Memorandum  of  Agreement  with  the  San 
Francisco  Unified  School  District  (CS-1081),  increasing  the  agreement  by 

$600.000  and  extending  the  term  bv  four  years  and  one  month,  for  a  total 

agreement  amount  of  up  to  $1 .050,000  and  a  total  duration  of  six  years  and  one 

month,  to  continue  integration  of  SFPUC-specific  project-based  and  work-based 

curriculum  into  all  grades  at  John  O’Connell  High  School,  and  to  foster  student 

awareness  and  career  readiness  for  SFPUC  careers;  and  authorize  the  General 

Manager  to  execute  this  amendment.  (Resolution  19-0020) 

Public  Comment 

-  Susan  Ryan,  Principal,  John  O’Connell  High  School,  discussed  the  program 
and  noted  the  benefits  to  staff  and  students. 

On  Motion  to  approve  item  21: 

Aye:  Caen,  Vietor,  and  Moran 

22.  Authorize  the  General  Manager  to  negotiate  and  execute  a  Purchase  and  Sale 

Agreement  and  any  related  documents  with  the  State  of  California  Department 
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of  Transportation  (Caltrans)  for  the  purchase  of  approximately  1.7  acres  of 

unimproved  real  property  located  at  2  Rankin  Street  in  San  Francisco, 

California,  also  known  as  Assessor’s  Parcel  Number  521 5/016,  for  $8,991 ,000 

to  be  used  for  the  Sewer  System  Improvement  Program;  authorize  payment  of  a 

5%  deposit  of  $449,550  to  be  applied  to  the  purchase  price  at  closing,  pending 


execution  of  a  Purchase  and  Sale  Agreement;  retroactively  ratify  and  authorize 

the  SFPUC’s  holdover  tenancy  at  2  Rankin  Street  since  December  1 , 201 8 

pursuant  to  the  SFPUC’s  existing  lease  with  Caltrans;  and  authorize  the  SFPUC 

to  continue  its  holdover  tenancy  until  the  property  is  conveyed  to  the  SFPUC,  for 

a  period  not  to  exceed  one  year  expiring  on  November  30,  2019  and  an 
additional  rent  amount  of  up  to  $200,000,  for  a  total  not-to-exceed  lease  amount 


of  $875,000.  This  action  constitutes  the  Approval  Action  for  the  property 


purchase  for  the  purposes  of  CEQA,  pursuant  to  Section  31 .04(h)  of  the  San 

Francisco  Administrative  Code.  (Resolution  19-0021) 


No  public  comment. 


On  Motion  to  approve  item  22: 
Aye,  Caen,  Vietor,  and  Moran 


23.  Approve  the  terms  and  conditions  of,  and  authorize  the  General  Manager  to 

execute,  a  five-year  lease,  with  a  single  three-vear  option  to  extend  the  term, 

with  Raul  and  Denise  Arriaza,  husband  and  wife,  as  to  an  undivided  fifty  (50%) 

interest  and  Linda  Lee  Olson  and  Carl  Edward  Olson,  husband  and  wife,  as  to 

an  undivided  fifty  (50%)  interest,  collectively  as  Landlord,  for  the  SFPUC  to  use 

office  space  and  parking  located  at  1325A  Evans  Avenue  in  San  Francisco  at  an 

annual  rent  of  $1 1 8,332  for  the  first  three  years  and  annual  rent  of  $1 21 ,882  for 


the  fourth  and  fifth  years  of  the  term.  (Resolution  19-0022) 


No  public  comment. 


On  Motion  to  approve  item  23: 

Aye:  Caen,  Vietor,  and  Moran 

24.  Approve  and  authorize  the  General  Manager  to  execute  Amendment  No.  1  to 

the  September  28,  2015  Memorandum  of  Agreement  with  the  Alameda  County 

Water  District,  the  Alameda  County  Flood  Control  and  Water  Conservation 

District  -  Zone  7,  the  Bay  Area  Water  Supply  and  Conservation  Agency,  Contra 

Costa  Water  District.  East  Bay  Municipal  Utility  District,  Marin  Municipal  Water 

District,  and  Santa  Clara  Valiev  Water  District  for  the  Bay  Area  Regional 

Reliability  Drought  Contingency  Plan,  extending  the  agreement  by  36  months 

(three  years)  until  December  31 , 2021 ,  for  a  total  duration  of  75  months 

(approximately  six  years,  three  months),  and  add  provisions  for  developing  a 

Regional  Water  Market  Program  to  help  facilitate  regional  water  transfers  and 

exchanges,  with  no  change  in  agreement  amount.  (Resolution  19-0023) 

At  his  request,  AGM  Ritchie  provided  clarification  for  Commissioner  Moran  as  to 
who  are  parties  to  the  agreement. 
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No  public  comment. 


On  Motion  to  approve  item  24: 

Aye:  Caen,  Vietor,  and  Moran 

25.  Adopt  a  conditional  finding  of  surplus  for  SFPUC  sewer  and  streetlight 
easements  encumbering  San  Francisco  Assessor’s  Blocks  6310,  6311, 6312, 

6313,  6314,  and  6315  and  future  interim  reserved  public  utility  easements  in  the 

Sunnvdale  Hope  SF  Project  site;  Authorize  the  General  Manager  to  negotiate 

and  execute  Quitclaim  Deeds  transferring  the  SFPUC’s  interest  in  the 

Easements  to  the  San  Francisco  Housing  Authority,  subject  to  Board  of 

Supervisors’  and  Mayor’s  Approval.  (Resolution  19-0024) 

No  public  comment. 

On  Motion  to  approve  item  25: 

Aye:  Caen,  Vietor,  and  Moran 

The  Commission  read  the  Closed  Session  items. 

26.  Public  Comment  on  matters  to  be  addressed  during  Closed  Session 

None. 

27.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters 

listed  below  as  Conference  with  Legal  Counsel 

On  Motion  to  assert  attorney-client  privilege. 

Aye:  Caen,  Vietor,  and  Moran 

The  Commission  entered  Closed  Session  at  3:46  PM. 

28.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (2)  and  San  Francisco  Administrative  Code  Section  67.10 

(d)  (2) 

Unlitioated  Claim 

Antera  Investments  &  Trading  LLC  v.  City  and  County  of  San  Francisco 

Unlitiaated  File  No.:  19-00710 

Date  Filed:  September  21 ,  2018 

Proposed  settlement  of  claim  with  claimant’s  release  of  all  claims  and  the  City  to 

oav  claimant  $45.848.25 

(Resolution  19-0025) 

29.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 

(dill) 

Existing  Litigation 
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San  Joaquin  Tributaries  Authority .  et  al  v.  California  State  Water  Resources 

Control  Board 

Tuolumne  Superior  Court  Case  No.:  CU62094 

Date  Filed:  January  10,  2019 

30.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (4)  and  San  Francisco  Administrative  Code  Section  67.10 

(d)  (4) 

Anticipated  Litigation  as  Plaintiff* 

*Creditor/Claimant 

31 .  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 

(dllH 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Tariff  Withdrawal  per  35.15:  Notice  of  Termination  of  the  1987  CCSF 

Interconnection  Agreement  -  PG&E  Rate  Schedule  FERC  No.  1 14  to  be 

effective  6/30/15. 

Case  No.:  ER1 5-702-000/Date  Filed:  December  23,  2014 

32.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 

(d)  (1.1 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Tariff  Withdrawal  per  35.15:  Notice  of  Termination  of  The  CCSF  Facilities 

Charge  Agreement  for  Moscone  to  be  effective  6/30/15. 

Case  No.:  ER1 5-703-000/Date  Filed  December  23,  2014 

33.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 

(dim 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

$205(d)  rate  filing  per  35.13  (a)(2)(iii):  City  and  County  of  San  Francisco 

Transmission  Owner  Tariff  Replacement  Agreements  to  be  effective  7/1/15 

Case  No.:  ER1 5-705-000/Date  Filed:  December  23,  2014 

34.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 

(d)(1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 
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§205(d)  rate  filing  per  35.13  (a)(2)(iii):  City  and  County  of  San  Francisco 

Wholesale 

Distribution  Tariff  Replacement  Agreements  to  be  effective  7/1/15 

Case  No.:  ER1 5-704-000/Date  Filed:  December  23,  2014 

35.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 

(d)(1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Notice  of  Termination  of  Facilities  Charge  Agreements  between  PG&E  and  the 

City  and  County  of  San  Francisco 

Case  No.:  ER1 5-735-000/Date  Filed:  December  23,  2014 

36.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 

(d)(1) 

Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Complaint  under  Sections  206  and  306  of  the  Federal  Power  Act- 

Case  No.:  ELI  5-3-000/Date  Filed:  October  9,  2014 

The  Commission  exited  Closed  Session  at  5:15  PM. 

37.  Announcement  Following  Closed  Session 

VP  Caen  announced  that  the  settlement  was  approved  for  item  28  and  no  other 
action  was  taken. 

38.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session 

pursuant  to  San  Francisco  Administrative  Code  Section  67.12  (a) 

On  Motion  not  to  disclose: 

Aye:  Caen,  Vietor,  and  Moran 

39.  Other  New  Business 
None. 

40.  Adjournment 

President  Courtney  adjourned  the  meeting  at  5:15  PM. 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


19-0001 


WHEREAS,  On  September  21,  2015,  pursuant  to  the  authority  granted  by  Commission 
Resolution  No.  09-0017,  the  General  Manager  of  the  San  Francisco  Public  Utilities  Commission 
(SFPUC)  executed  Agreement  No.  CS-291.J,  Communications  Support  for  Community  Benefits, 
in  the  amount  of  $600,000,  and  with  a  term  of  three  years  concluding  on  September  20,  2018, 
with  Davis  &  Associates  Communications,  Inc.;  and 

WHEREAS,  Amendment  No.  1  was  issued  by  staff  on  March  15,  2016  to  continue 
communications  support,  increasing  the  amount  by  $400,000  for  a  total  not-to-exceed  agreement 
amount  of  $1,000,000,  and  extending  the  agreement  term  by  six  months  to  March  20,  2019,  in 
order  to  continue  strategic  planning,  program  support,  and  communications  strategy  development 
for  the  Southeast  Community  Facility  and  Community  Benefits  program;  and 

WHEREAS,  Amendment  No.  2  is  being  requested  for  an  additional  $1 15,000  and  a  time 
extension  of  nine  months,  increasing  the  total  not-to-exceed  agreement  amount  to  $1,115,000 
and  total  agreement  duration  to  four  years  and  three  months  to  December  20,  2019,  to  support 
project  management  and  event  planning  for  the  2019  Golden  Pride  Recognition  Program  and 
Southeast  Community  Facility  community  events,  implementation  of  the  2018  Employee 
Engagement  Survey  recommendations,  and  communications  support  for  SFPUC  External  Affairs 
Bureau;  and 

WHEREAS,  A  Contract  Monitoring  Division  (CMD)  sub  consulting  goal  of  20%  Local 
Business  Enterprise  participation  of  the  total  value  of  services  to  be  provided  has  been 
established  for  this  agreement;  and 

WHEREAS,  Funds  for  this  agreement  are  available  from  Project  No.  10026772  -  FY 
2018-19  External  Affairs  Operating  Budget  and  Project  No.  10033711  -  add-back  funding  for  the 
Employee  Recognition  Program;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  2  to  Agreement 
No.  CS-291.J,  Communications  Support  for  Community  Benefits,  with  Davis  &  Associates 
Communications,  Inc.  for  continued  planning,  development,  and  marketing  of  a  comprehensive 
communications  strategy,  and  authorizes  the  General  Manager  of  the  SFPUC  to  execute  this 
amendment,  increasing  the  agreement  by  $115,000  for  a  total  agreement  amount  of  $1,1 15,000 
and  extending  the  term  by  nine  months,  for  a  total  agreement  duration  of  four  years  and  three 
months. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  January  22,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


19-0002 


WHEREAS,  On  April  24,  2018,  per  Resolution  No.  18-0062,  this  Commission  approved 
the  award  of  Hetch  Hetchy  Water  &  Power  Program-funded  Contract  No.  HH-991,  2018 
Mountain  Tunnel  Interim  Repairs;  and 

WHEREAS,  The  construction  contract  Notice-to-Proceed  date  was  set  for  June  18,  2018; 
and 

WHEREAS,  The  original  contract  amount  was  for  $5,875,386  and  the  original  contract 
duration  was  256  consecutive  calendar  days;  and 

WHEREAS,  Section  6.22(h)  of  the  Administrative  Code  requires  that  any  cumulative 
increase  in  contract  price  or  duration  in  excess  of  10%  of  the  original  contract  prices  or  duration 
be  approved  by  the  Commission;  and 

WHEREAS,  An  increase  of  $490,000  to  the  existing  $587,538  cost  contingency,  and  an 
increase  of  68  consecutive  calendar  days  to  the  existing  26-day  duration  contingency  are  being 
requested  to  complete  needed  repairs  to  Kirkwood  Bypass  Chamber  and  to  reconcile  a 
discrepancy  in  the  ,  contract  documents  as  to  contract  duration  for  a  total  cost  contingency  of 
$1,077,538  and  a  total  duration  contingency  of  94  consecutive  calendar  days;  and 

WHEREAS,  The  Contract  Monitoring  Division  (CMD)  waived  the  Local  Business 
Enterprise  Subcontracting  requirements  for  this  contract;  and 

WHEREAS,  Funds  are  available  in  CUH 10220  -  Mountain  Tunnel  Inspection  &  Repairs; 
now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  an  increase  of  $490,000  to  the 
contract  cost  contingency  and  an  increase  of  68  consecutive  calendar  days  to  the  contract 
duration  contingency  for  Hetch  Hetchy  Water  &  Power  Program-funded  Contract  No.  HH-991, 
2018  Mountain  Tunnel  Interim  Repairs,  for  a  total  cost  contingency  of  $1,077,538  and  a  total 
duration  contingency  of  94  consecutive  calendar  days;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  authorizes  the  General  Manager,  or  his 
designee,  to  consider  and,  if  appropriate,  approve  future  modifications  for  a  total  contract  amount 
of  up  to  $6,952,924  and  a  total  contract  duration  of  up  to  350  consecutive  calendar  days. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  January  22,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0003 


WHEREAS,  Construction  has  been  completed  for  Contract  No.  WD-2652,  Bioregional 
Habitat  Restoration  -  San  Antonio  Creek,  by  the  contractor,  Gordon  N.  Ball,  Inc.;  and 

WHEREAS,  On  November  8,  2011,  per  Resolution  No.  11-0188,  this  Commission 
awarded  Contract  No.  WD-2652,  Bioregional  Habitat  Restoration  -  San  Antonio  Creek,  to  the 
lowest,  qualified  responsible  and  responsive  bidder,  Gordon  N.  Ball  Inc.;  and 

WHEREAS,  The  original  contract  amount  was  $12,947,400  and  the  original  contract 
duration  was  1,830  consecutive  calendar  days;  and 

WHEREAS,  The  construction  contract  Notice  To  Proceed  date  was  set  for  December  27, 
201 1 ; and 

WHEREAS,  Modification  Nos.  1-10  were  issued  by  staff  for  $853,525  within  the 
existing  10%  contract  contingency  to  address  various  changed  conditions,  including  cattle  guard 
allowance,  rootwad  and  log  thermal  treatment  units,  credit  for  cancellation  of  woody  debris, 
electrical  solar  paneled  cattle  wire  installation  and  removal,  credit  for  reduction  in  rootwads  and 
logs,  cattle  watering  support,  watershed  keepers’  road  and  fence,  bridge  abutment  redesign,  cattle 
gate  purchase  and  installation,  realignment  of  an  irrigation  line,  revisions  to  type  and  quantity  of 
plants  and  additional  acreage  plantings,  submerging  irrigation  supply  pump  and  piping,  and 
credit  for  lowered  level  of  stormwater  compliance  required  after  reassessment,  increasing  the 
contract  amount  to  $13,800,925;  and 

WHEREAS,  Section  6.22(h)  of  the  Administrative  Code  requires  that  any  cumulative 
increase  in  contract  price  or  duration  in  excess  of  10%  of  the  original  contract  price  or  duration 
be  approved  by  this  Commission;  and 

WHEREAS,  On  May  14,  2013,  per  Resolution  No.  13-0069,  this  Commission  approved 
an  increase  to  the  contract  cost  contingency  in  the  amount  of  $979,457  to  address  various 
changed  conditions,  for  a  total  contract  amount  of  up  to  $15,221,597;  and 

WHEREAS,  Modification  Nos.  1 1-26  were  issued  pursuant  to  Resolution  No.  13-0069  in 
the  total  amount  of  $1,379,331  to  address  various  changed  conditions,  including  installing 
concrete  pad  bases  for  two  water  tanks,  obtaining  a  cost  proposal  for  solar  powered  irrigation 
system,  hydro-seeding  in  graded  topsoil,  modification  of  the  stream  channel  for  overall  system 
performance,  repairing  storm  related  damage  to  structures  and  irrigation  system,  repairing  and 
revising  the  irrigation  system  and  providing  for  hand  watering,  purchase  and  installation  of  diesel 
pump  to  replace  the  damaged  solar  pump,  creek  remediation  plantings,  purchase  of  a  storage  for 
all-terrain  vehicle,  bridge  guardrail  installation,  diesel  pump  operation  and  maintenance,  credit 
for  non-salvageability  of  thermal  treatment  units,  drought  related  pump  problems,  removal  and 
reinstallation  of  cattle  guard  at  a  new  location,  and  credit  for  reduction  of  long-term  monitoring, 
increasing  the  contract  amount  to  $15,180,256;  and 


WHEREAS,  On  September  8,  2015,  per  Resolution  No.  15-0186,  this  Commission 
approved  an  increase  to  the  contract  cost  contingency  in  the  amount  of  $1,098,897,  and  an 
increase  to  the  contract  duration  contingency  in  the  amount  of  182  consecutive  calendar  days, 
due  to  pathogen  infestation  onsite  and  drought  conditions  necessitating  an  estimated  extra  year  of 
maintenance  and  watering,  for  a  total  contract  cost  of  up  to  $16,320,494  and  a  total  contract 
duration  of  up  to  2,195  consecutive  calendar  days;  and 

WHEREAS,  Modification  Nos.  27-28  were  issued  pursuant  to  Resolution  No.  15-0186 
increasing  the  contract  costs  in  the  total  amount  of  $1,016,091  and  increasing  the  contract 
duration  by  123  consecutive  calendar  days  to  address  various  changed  conditions,  including 
remediation  of  pathogens  through  solarization  and  restoring  the  long  term  plant  establishment 
period  to  three  years,  increasing  the  contract  amount  to  $16,196,348  and  increasing  the  contract 
duration  to  1,953  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  29  (Final)  is  being  requested  to  decrease  the  contract 
amount  by  $37,881  and  increase  the  contract  duration  by  65  consecutive  calendar  days, 
decreasing  the  final  contract  amount  to  $16,158,467,  and  increasing  the  final  contract  duration  to 
2,018  consecutive  calendar  days  to  close  out  this  contract;  and 

WHEREAS,  The  Contract  Monitoring  Division  (CMD)  established  a  Local  Business 
Enterprise  (LBE)  subcontractor  participation  goal  of  13%  for  this  contract,  and  the  CMD 
determined  that  the  contractor  made  a  good  faith  effort  to  comply  with  its  LBE  subcontracting 
goal  by  achieving  a  final  LBE  participation  of  15.37%;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUW38802  -  Bioregional  Habitat 
Restoration;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  accepts  work  performed  by  Gordon  N.  Ball 
Inc.  for  Water  Enterprise,  Water  System  Improvement  Program  funded  Contract  No.  WD-2652, 
Bioregional  Habitat  Restoration  -  San  Antonio  Creek;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  approves  Modification  No.  29  (Final), 
decreasing  the  contract  amount  by  $37,881  and  increasing  the  contract  duration  by  65 
consecutive  calendar  days,  for  a  total  contract  amount  of  $16,158,467  and  a  total  contract 
duration  of  2,0 1 8  consecutive  calendar  days,  and  authorizes  final  payment  to  the  contractor. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  January  22,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0004 


WHEREAS,  On  June  14,  2016,  per  Resolution  No.  06-0114,  this  Commission  approved 
the  award  of  Wastewater  Enterprise  (WWE),  Renewal  and  Replacement  (R&R)  and  San 
Francisco  Public  Works  (SFPW)  Pavement  Renovation  Program  funded  Contract  No.  WW-622, 
Haight-Ashbury/Tenderloin/Diamond  Heights  Sewer  Replacement  and  Pavement  Renovation,  to 
M.  Hernandez  Construction,  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-to-Proceed  date  was  set  for  September  6, 
2016;  and 

WHEREAS,  The  original  contract  amount  was  for  $4,286,775  and  the  original  contract 

duration  was  360  consecutive  calendar  days;  and 

\  ■  ■  y  7  ?  .  . 

WHEREAS,  Section  6.22(h)(2)  of  the  Administrative  Code  requires  that  any  cumulative 
increase  in  contract  duration  in  excess  of  10%  of  the  original  contract  duration  be  approved  by 
the  Commission;  and 

WHEREAS,  On  September  12,  2017,  per  Resolution  No.  17-0190,  this  Commission 
approved  an  increase  in  the  construction  duration  contingency  in  the  amount  of  164  consecutive 
calendar  days  thereby  increasing  the  total  contract  duration  limit  to  560  consecutive  calendar 
days  with  no  change  in  contract  amount;  and 

WHEREAS,  On  April  24,  2018,  per  Resolution  No.  18-0067,  this  Commission  approved 
an  increase  in  the  contract  cost  contingency  in  the  amount  of  $352,032  and  an  increase  in  the 
construction  duration  contingency  of  125  consecutive  calendar  days,  thereby  increasing  the  total 
contract  amount  to  $5,067,485  and  the  total  contract  duration  limit  to  685  consecutive  calendar 
days;  and 

WHEREAS,  On  May  22,  2018,  per  Resolution  No.  18-0088,  this  Commission  approved 
an  increase  in  the  construction  duration  contingency  in  the  amount  of  60  consecutive  calendar 
days  thereby  increasing  the  total  contract  duration  limit  to  745  consecutive  calendar  days  with  no 
change  in  contract  amount;  and 

WHEREAS,  An  increase  to  the  contract  duration  contingency  in  the  amount  of  150 
consecutive  calendar  days  is  requested  for  additional  time  to  coordinate  and  finalize  the  actual 
schedule  with  the  San  Francisco  Municipal  Transportation  Authority  for  MUNI  overhead  contact 
system  (OCS)  line  and  inspector  support  services  related  to  the  contract  work  on  Eddy  Street, 
increasing  the  contract  duration  contingency  to  535  consecutive  calendar  days,  for  a  total  revised 
contract  duration  of  up  to  895  consecutive  calendar  days;  and 

WHEREAS,  The  Contract  Monitoring  Division  (CMD)  established  a  Local  Business 
Enterprise  (LBE)  subcontracting  requirement  of  20%  for  this  construction  contract,  and  the 
contractor  committed  to  a  LBE  participation  of  20.42%  with  its  bid  submittal;  and 

WHEREAS,  Funds  are  available  from  San  Francisco  Public  Utilities  Commission  WWE 
R&R  Project  No.  10015663  Haight-Ashbury/Tenderloin/Diamond  Heights  Sewer  Replacement 
and  SFPW  Project  No.  10002463  Haight-Ashbury/Tenderloin/Diamond  Heights  Pavement 
Renovation;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  an  increase  to  the  contract  duration 
contingency  in  the  amount  of  150  consecutive  calendar  days  for  WWE,  R&R  and  SFPW 
Pavement  Renovation  Program  funded  Contract  No.  WW-622,  Haight- 
Ashbury/Tenderloin/Diamond  Heights  Districts  Sewer  Replacement  and  Pavement  Renovation, 
increasing  the  total  duration  contingency  to  535  consecutive  calendar  days;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager, 
or  his  designee,  to  consider  and,  if  appropriate,  approve  future  modiiications  to  the  contract 
duration  for  a  total  duration  of  up  to  895  consecutive  calendar  days,  with  no  change  to  the 
contract  amount. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  January  22,  2019. 


Secretary ,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0005 


WHEREAS,  On  August  9,  2016,  per  Resolution  No.  16-0161,  this  Commission  approved 
the  award  of  Wastewater  Enterprise  (WWE),  Renewal  and  Replacement  (R&R)  funded  Contract 
No.  WW-625,  Oceanside  Water  Pollution  Control  Plant  Flare  Control  and  Stack  Upgrade,  to 
JMB  Construction,  Inc.;  and 

WHEREAS;  The  construction  contract  Notice-to-Proceed  date  was  set  for  October  17, 
2016; and 

WHEREAS,  The  original  contract  amount  was  for  $3,437,000  and  the  original  contract 
duration  was  600  consecutive  calendar  days;  and 

WHEREAS,  Section  6.22(h)(2)  of  the  Administrative  Code  requires  that  any  cumulative 
increase  in  contract  duration  in  excess  of  10%  of  the  original  contract  duration  be  approved  by 
the  Commission;  and 

WHEREAS,  On  June  12,  2018,  per  Resolution  No.  18-0096,  this  Commission  approved 
an  increase  to  the  construction  duration  contingency  in  the  amount  of  90  consecutive  calendar 
days  to  complete  scope  items  due  to  unforeseen  delays  in  obtaining  the  required  air  board 
regulatory  permit,  for  a  total  revised  contract  duration  contingency  of  150  consecutive  calendar 
days  and  a  revised  contract  duration  of  up  to  750  consecutive  calendar  days;  and 

WHEREAS,  The  project  has  encountered  issues  associated  with  control  panel  electrical 
modifications;  and 

WHEREAS,  An  increase  in  the  contract  duration  contingency  in  the  amount  of  130 
consecutive  calendar  days  is  being  requested  due  to  issues  associated  with  control  panel 
electrical  modifications,  increasing  the  contract  duration  contingency  to  280  consecutive 
calendar  days;  and 

WHEREAS,  The  Contract  Monitoring  Division  established  a  Local  Business  Enterprise 
(LBE)  subcontracting  goal  of  20%  for  this  construction  contract,  and  the  contractor  committed  to 
a  LBE  participation  of  28%  with  its  bid  submittal,  and  this  amount  remains  unchanged;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CWWRNRTF46,  OSP  Flare  Control 
and  Stack  Upgrade;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  an  increase  to  the  existing  contract 
duration  contingency  in  the  amount  of  130  consecutive  calendar  days  for  WWE,  R&R-funded 
Contract  No.  WW-625,  Oceanside  Water  Pollution  Control  Plant  Flare  Control  and  Stack 
Upgrade,  with  JMB  Construction,  Inc.,  for  a  total  contract  duration  contingency  of  280 
consecutive  calendar  days;  and  be  it 


FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager, 
or  his  designee,  to  consider  and,  if  appropriate,  to  approve  any  future  modifications  to  the 
contract  duration  for  a  total  contract  duration  of  up  to  880  consecutive  calendar  days,  with  no 
change  to  the  contract  amount. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  o  f  January  22,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0006 


WHEREAS,  Construction  has  been  completed  for  Wastewater  Enterprise  (WWE),  Sewer 
System  Improvement  (SSIP)-funded  Contract  No.  WW-626,  Southeast  Water  Pollution  Control 
Plant  (SEP)  Primary  and  Secondary  Clarifier  Upgrades,  by  the  contractor,  Monterey  Mechanical 
Co.;  and 

WHEREAS,  On  January  12,  2016,  by  Resolution  No.  16-0014,  this  Commission  awarded 
Contract  No.  WW-626  SEP  Primary  and  Secondary  Clarifier  Upgrades,  in  the  amount  of 
$23,588,000,  to  the  lowest,  ^qualified  responsible  and  responsive  bidder,  Monterey  Mechanical 
Co.;  and 

WHEREAS,  The  construction  contract  Notice-to-Proceed  date  was  set  for  March  14, 
2016,  with  an  original  schedule  of  670  consecutive  calendar  days  and  the  contract  work  was 
completed  in  860  consecutive  calendar  days  on  July  21,  2018;  and 

WHEREAS,  The  original  contract  amount  was  for  $23,588,000  and  the  original  contract 
duration  was  670  consecutive  calendar  days;  and 

WHEREAS,  Modification  Nos.  1-15  were  issued  within  the  10%  contingency  for 
$2,242,944  and  40  consecutive  calendar  days,  increasing  the  contract  amount  to  $25,830,944, 
and  increasing  the  contract  duration  to  7 10  consecutive  calendar  days;  and 

WHEREAS,  On  March  13,  2018,  per  SFPUC  Resolution  No.  18-0036,  this  Commission 
approved  an  increase  to  the  contract  duration  contingency  of  123  consecutive  calendar  days  to 
account  for  issues  with  start-up  and  testing  of  certain  electrical/mechanical  equipment,  for  a  total 
contract  duration  contingency  of  190  consecutive  calendar  days  and  a  total  contract  duration 
limit  of  860  consecutive  calendar  days;  and 

WHEREAS,  Modification  Nos.  16-17  were  issued  -reducing  the  contract  amount  by 
$35,602  and  increasing  the  duration  by  150  calendar  days  to  reconcile  unused  bid  item  amounts, 
account  for  issues  with  start-up  and  testing  of  certain  electrical/mechanical  equipment, 
decreasing  the  contract  amount  to  $25,795,341  and  increasing  the  contract  duration  to  860 
consecutive  calendar  days;  and 

WHEREAS,  The  Contract  Monitoring  Division  (CMD)  established  a  Local  Business 
Enterprise  (LBE)  subcontracting  requirement  of  20%  for  this  contract  and  CMD  determined  that 
the  contractor  made  a  good  faith  effort  to  comply  with  the  LBE  subcontracting  requirement  by 
achieving  a  final  LBE  participation  of  26.13%;  and 


WHEREAS,  Funds  are  available  from  Project  No.  CWWSIPSE04  -  SEP  Primary  and 
Secondary  Clarifier  Upgrades;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  accepts  work  performed  by  Monterey 
Mechanical  Co.  for  WWE,  SSIP-funded  Contract  No.  WW-626,  SEP  Primary  and  Secondary 
Clarifier  Upgrades,  for  a  total  contract  amount  of  $25,795,341,  and  with  a  total  contract  duration 
of  860  consecutive  calendar  days,  and  authorizes  final  payment  to  the  contractor. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  January  22,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


19-0007 


WHEREAS,  On  May  23,  2017,  per  Resolution  No.  17,0115,  this  Commission  approved 
the  award  of  Wastewater  Enterprise  (WWE),  Renewal  and  Replacement  (R&R)  Program  and 
San  Francisco  Public  Works  (SFPW)  Street  Resurfacing  Program-funded  Contract  No.  WW-629, 
Various  Locations  Sewer  Replacement  and  Pavement  Renovation  No.  1,  to  Shaw  Pipelines,  Inc.; 
and 

WHEREAS,  The  construction  contract  Notice-to-Proceed  date  was  set  for  September  18, 
2017; and 

WHEREAS,  The  original  contract  amount  was  for  $7,404,605  and  the  original  contract 
duration  was  540  consecutive  calendar  days;  and 

WHEREAS,  Section  6.22(h)(1)  of  the  Administrative  Code  requires  that  any  cumulative 
increase  in  contract  cost  in  excess  of  10%  of  the  original  contract  price  be  approved  by  the 
Commission;  and 

WHEREAS,  An  increase  to  the  contract  cost  contingency  in  the  amount  of  $44,640  is 
requested  to  perform  additional  sewer  replacement  work  to  reflect  change  orders  due  to  differing 
site  conditions  and  actual  quantities  performed,  for  a  total  cost  contingency  of  $785,101;  and 

WHEREAS,  The  Contract  Monitoring  Division  (CMD)  established  a  Local  Business 
Enterprise  (LBE)  subcontracting  requirement  of  20%  for  this  construction  contract,  and  the 
contractor  committed  to  a  LBE  subcontracting  participation  of  24.07%  with  its  bid  submittal,  and 
this  amount  remains  unchanged;  and 

WHEREAS,  Funds  are  available  from  San  Francisco  Public  Utilities  Commission  WWE 
R&R  Project  No.  10015673,  Various  Locations  Sewer  Replacement  No.  1  and  SFPW  Project 
No.  10030746  Various  Locations  Pavement  Renovation;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  an  increase  to  the  contract  cost 
contingency  in  the  amount  of  $44,640  for  WWE,  R&R  and  SFPW  Pavement  Renovation-funded 
Contract  No.  WW-629,  Various  Locations  Sewer  Replacement  and  Pavement  Renovation  No.  1; 
with  Shaw  Pipelines,  Inc.,  increasing  the  total  cost  contingency  to  $785,101;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager, 
or  his  designee,  to  consider  and,  if  appropriate,  to  approve  future  modifications  to  the  contract 
for  a  total  contract  amount  of  up  to  $8,189,706,  with  no  change  in  the  contract  duration. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  January  22,  2019. 


Secretary ,  Public  Utilities  Commission 


■ 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0008 


WHEREAS,  On  December  13,  2016,  per  Resolution  No.  16-0250,  this  Commission 
approved  the  award  of  Wastewater  Enterprise  (WWE),  Renewal  and  Replacement  (R&R),  San 
Francisco  Public  Works  (SFPW)  Pavement  Renovation  Program  and  San  Francisco  Municipal 
Transportation  Agency  (SFMTA)  funded  Contract  No.  WW-631,  Crocker 
Amazon/Excelsior/Ingleside  Districts  Sewer  Replacement  and  Pavement  Renovation  to  Precision 
Engineering,  Inc.;  and  '  v; 

WHEREAS,  The  construction  contract  Notice-to-Proceed  date  was  set  for  February  27, 
2017;  and 

WHEREAS,  The  original  contract  amount  was  for  $9,711,239  and  the  original  contract 
duration  was  505  consecutive  calendar  days;  and 

WHEREAS,  Section  6.22(h)(2)  of  the  Administrative  Code  requires  that  any  cumulative 
increase  in  contract  duration  in  excess  of  10%  of  the  original  contract  duration  be  approved  by 
the  Commission;  and 

WHEREAS,  On,  April  24,  2018,  per  Resolution  No.  18-0068,  this  Commission  approved 
an  increase  in  the  construction  duration  contingency  in  the  amount  of  147  consecutive  calendar 
days  thereby  increasing  the  total  contract  duration  limit  to  703  consecutive  calendar  days,  with 
no  change  in  contract  amount;  and 

WHEREAS,  An  additional  increase  to  the  contract  duration  contingency  in  the  amount  of 
60  consecutive  calendar  days  is  requested  for  additional  time  needed  to  coordinate  and  finalize 
the  actual  schedule  with  Department  of  Technology  (DTIS)  for  fire  alarm  box  pole  relocation 
services  related  to  the  contract  work  on  Chicago  Way,  increasing  the  contract  duration 
contingency  to  258  consecutive  calendar  days,  for  a  total  revised  contract  duration  of  up  to  763 
consecutive  calendar  days;  and 

WHEREAS,  The  Contract  Monitoring  Division  established  a  Local  Business 
Enterprise  (LBE)  subcontracting  requirement  of  20%  for  this  construction  contract,  and  the 
contractor  committed  to  a  LBE  subcontracting  participation  of  20. 17%  with  its  bid  submittal,  and 
this  amount  remains  unchanged;  and 

WHEREAS,  Funds  are  available  from  SFPUC  WWE  R&R  Project  No.  10031245, 
Crocker  Amazon/Excelsior/Ingleside  Districts  Sewer  Replacement,  PW  Project  No.  10002439 
and  SFMTA  Project  No.  1001 1899;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  an  increase  to  the  contract  duration 
contingency  in  the  amount  of  60  consecutive  calendar  days  to  the  existing  contract  duration 
contingency  for  WWE  R&R,  PW  Pavement  Renovation  and  SFMTA  Program  funded  Contract 
No.  WW-63 1 ,  Crocker  Amazon/Excelsior/Ingleside  Districts  Sewer  Replacement  and  Pavement 
Renovation,  increasing  the  total  duration  contingency  to  258  consecutive  calendar  days;  and  be  it 


FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager, 
or  his  designee,  to  consider  and,  if  appropriate,  to  approve  future  modifications  to  the  contract 
duration  for  a  total  duration  of  up  to  763  consecutive  calendar  days,  with  no  change  in  the 
contract  amount. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  January  22,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  19-0009 


WHEREAS,  On  February  28,  2017,  per  Resolution  No.  17-0036,  this  Commission 
approved  the  award  of  Wastewater  Enterprise  (WWE),  Renewal  and  Replacement  (R&R) 
Program  and  San  Francisco  Public  Works  (SFPW)  Pavement  Renovation  and  Curb  Ramp 
Programs-funded  Contract  No.  WW-633.  Various  Locations  Sewer  Replacement  No.  2,  to  Shaw 
Pipeline,  Inc;  and 

WHEREAS,  The  construction  contract  Notice-to-Proceed  date  was  set  for  May  1,  2017; 
and 


WHEREAS,  The  original  contract  amount  was  for  $6,704,098  and  the  original  contract 
duration  was  460  consecutive  calendar  days;  and 

WHEREAS  Section  6.22(h)(2)  of  the  Administrative  Code  requires  that  any  cumulative 
increase  in  contract  duration  in  excess  of  10%  of  the  original  contract  duration  be  approved  by 
the  Commission;  and 

WHEREAS,  On  June  12,  2018,  per  Resolution  No.  18-0097,  this  Commission  approved 
an  increase  in  the  construction  duration  contingency  in  the  amount  of  134  consecutive  calendar 
days  to  provide  additional  time  needed  to  procure  materials  related  to  the  relocation  of  an 
Auxiliary  Water  Supply  System  (AWSS)  lateral  crossing  the  sewer  trench  near  the  intersection 
of  Beach  Street  and  Divisadero  Street,  due  to  differing  site  conditions,  thereby  increasing  the 
total  contract  duration  limit  to  640  consecutive  calendar  days,  with  no  change  in  contract 
amount;  and 

WHEREAS,  An  additional  increase  to  the  contract  duration  contingency  in  the  amount  of 
90  consecutive  calendar  days  is  requested  for  additional  time  needed  by  the  foundry  to  complete 
the  fabrication  of  the  AWSS  pipe  fittings  required  for  the  relocation  of  an  AWSS  lateral  crossing 
the  sewer  trench  and  to  complete  sewer  installation  work  on  Beach  Street  from  Broderick  Street 
to  Divisadero  Street;  and 

WHEREAS,  The  Contract  Monitoring  Division  (CMD)  established  a  Local  Business 
Enterprise  (LBE)  subcontracting  requirement  of  20%  for  this  construction  contract,  and  the 
contractor  committed  to  a  LBE  subcontracting  participation  of  20.45%  with  its  bid  submittal,  and 
this  remains  unchanged;  and 

WHEREAS,  Funds  are  available  from  San  Francisco  Public  Utilities  Commission  WWE 
R&R  Project  No.  10015674  Various  Locations  Sewer  Replacement  No.  2,  SFPW  Project  No. 
10030362  Various  Locations  Curb  Ramps  and  SFPW  Project  No.  10031011  Various  Locations 
Pavement  Renovation;  now  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  an  increase  to  the  contract  duration 
contingency  in  the  amount  of  90  consecutive  days  for  WWE,  R&R  Program  and  SFPW 
Pavement  Renovation  and  Curb  Ramp  Programs-funded  Contract  No.  WW-633,  Various 
Locations  Sewer  Replacement  No.  2;  and  be  it 


FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager 
or  his  designee,  to  consider  and,  if  appropriate,  approve  future  modifications  to  the  contract 
duration  for  a  total  contract  duration  of  up  to  730  consecutive  calendar  days,  with  no  change  in 
the  contract  amount. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  January  22,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0010 


WHEREAS,  On  May  23,  2017,  per  Resolution  No.  17-0116,  this  Commission  approved 
the  award  of  Wastewater  Enterprise  (WWE),  Renewal  and  Replacement  (R&R)  Program  and 
San  Francisco  Public  Wprks  (SFPW)  Street  Resurfacing  Program  funded  Contract  No.  WW-636, 
Various  Locations  Sewer  Replacement  and  Pavement  Renovation  No.  4,  to  D'Arcy  &  Harty 
Construction,  Inc.;  and 

WHEREAS,  On  August  8,  2017,  per  Resolution  No.  17-0177,  this  Commission  approved 
a  correction  of  Resolution  No.  17-01 16  to  state  the  contract  duration  as  414  consecutive  calendar 
days,  which  inadvertently  had  not  been  included  in  Resolution  No.  17-0016;  and 

WHEREAS,  The  construction  contract  Notice-to-Proceed  date  was  set  for  October  23, 
2017;  and 

WHEREAS,  The  original  contract  amount  was  for  $5,062,012  and  the  original  contract 
duration  was  414  consecutive  calendar  days;  and 

WHEREAS,  Section  6.22(h)(2)  of  the  Administrative  Code  requires  that  any  cumulative 
increase  in  contract  duration  in  excess  of  10%  of  the  original  contract  duration  be  approved  by 
the  Commission;  and 

WHEREAS,  On,  September  11,  2018,  per  Resolution  No.  18-0147,  this  Commission 
approved  an  increase  in  the  construction  duration  contingency  in  the  amount  of  19  consecutive 
calendar  days  to  coordinate  utility  relocation  and  final  paving  operations,  thereby  increasing  the 
total  contract  duration  limit  to  474  consecutive  calendar  days,  with  no  change  in  contract 
amount;  and 

WHEREAS,  An  increase  to  the  contract  duration  contingency  in  the  amount  of  60 
consecutive  calendar  days  is  requested  for  additional  time  to  complete  paving  restoration 
contract  work,  increasing  the  total  contract  duration  contingency  to  120  consecutive  calendar 
days,  for  a  total  revised  contract  duration  of  up  to  534  consecutive  calendar  days;  and 

WHEREAS,  The  Contract  Monitoring  Division  (CMD)  established  a  Local  Business 
Enteiprise  (LBE)  subcontracting  requirement  of  20%  for  this  construction  contract,  and  the 
contractor  committed  to  a  LBE  subcontracting  participation  of  28.15%  with  its  bid  submittal,  and 
this  amount  remains  unchanged;  and 

WHEREAS,  Funds  are  available  from  SFPUC  WWE  R&R  Project  No.  10015676 
Various  Locations  Sewer  Replacement  No.  4  and  SFPW  Project  No.  10015676  Various 
Locations  Street  Resurfacing;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  an  increase  to  the  contract  duration 
contingency  in  the  amount  of  60  consecutive  calendar  days  for  WWE,  R&R  Program  and  SFPW 
Street  Resurfacing  Program-funded  Contract  No.  WW-636,  Various  Locations  Sewer 
Replacement  and  Pavement  Renovation  No.  4,  increasing  the  total  duration  contingency  to  120 
consecutive  calendar  days;  and  be  it 


FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager, 
or  his  designee,  to  consider  and,  if  appropriate,  to  approve  future  modifications  to  the  contract 
for  a  total  duration  of  up  to  534  consecutive  calendar  days,  with  no  change  in  the  contract 
amount. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  January  22,  2019. 


Secretary ,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0011 


WHEREAS,  The  Wastewater  Enterprise  (WWE)  of  the  San  Francisco  Public  Utilities 
Commission  (SFPUC)  relies  on  Distributed  Control  Systems  (DCS)  to  manage  its  processes 
and  maintain  compliance  with  regulatory  permits  issued  by  the  State  of  California;  and 

WHEREAS,  On  September  24,  2013,  by  Resolution  No.  13-0142,  this  Commission 
awarded  Agreement  No.  CS-318,  Software  and  Equipment  Maintenance  for  Wastewater 
Enterprise’s  DSC  to  Invensys  Systems,  Inc.  (Invensys)  in  the  amount  of  $1,421,422  and  a  total 
duration  of  five  years;  and 

WHEREAS,  Due  to  delays,  the  contract  did  not  actually  begin  until  February  1,  2014; 
and 

WHEREAS,  Although  Resolution  No.  13-0142  authorized  a  contract  amount  of 
$1,421,422,  the  executed  contract  was  for  a  not-to-exceed  amount  of  $3,342,840,  of  which 
$2,500,000  was  set  aside  for  optional  upgrades;  and 

WHEREAS,  After  commencement  of  Agreement  No.  CS-318,  Schneider  Electric 
Systems,  USA  Inc.  (Schneider)  acquired  Invensys;  and 

WHEREAS,  On  January  31,  2017,  the  parties  executed  Amendment  No.  1  to  the 
Agreement  whereby  the  contract  was  amended  to  reflect  the  Contractor’s  name  change  from 
Invensys  Systems,  Inc.  to  Schneider  Electric  Systems  USA,  Inc.,  the  contract’s  effective  date 
was  revised  from  November  1,  2013  to  February  1,  2014  and  the  contract  end  date  was  revised 
from  October  31,  2016  to  January  31,  2019,  and  the  contract  not  to  exceed  amount  was 
increased  by  $578,582  for  a  total  of  $3,921,422,  of  which  $2,500,000  remained  as  a  set  aside 
for  optional  upgrades;  and 

WHEREAS,  SFPUC  now  seeks  retroactive  Commission  approval  and  ratification  of  the 
not-to-exceed  amount  in  the  original  executed  Agreement  and  Amendment  No.  1,  and  also 
seeks  approval  to  execute  Amendment  No.  2  to  extend  the  contract  duration  by  two  years 
through  January  31,  2021,  for  a  total  duration  of  seven  years  and  no  change  in  contract 
amount;  and 

WHEREAS,  Pursuant  to  Chapter  14B  of  the  San  Francisco  Administrative  Code,  the 
Contract  Monitoring  Division  Local  Business  Enterprise  sub-consulting  requirements  have  been 
waived  for  this  agreement;  and 

WHEREAS,  Funds  for  this  agreement  are  available  from  Wastewater  Enterprise’s 
Operating  Funds;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  retroactively  approves  and  ratifies  the 
execution  of  the  original  Agreement  No.  CS-318,  Software  and  Equipment  Maintenance  for  the 
Wastewater  Enterprise’s  Distributed  Control  Systems,  with  a  not-to-exceed  amount  ot 
$3,342,840;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  retroactively  approves  and 
ratifies  the  execution  of  Amendment  No.  1  to  the  Agreement  increasing  the  Agreement  by 
$578,582,  for  a  total  not-to-exceed  amount  of  $3,921,422,  and  changing  the  contractor’s  name 
from  Invensys  Systems,  Inc.  to  Schneider  Electric  Systems,  USA  Inc.;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  2  to 
the  Agreement,  extending  the  term  by  two  years  to  January  31,  2021  for  a  total  agreement 
duration  of  seven  years,  with  no  change  in  contract  amount,  and  authorizes  the  General  Manager 
to  execute  Amendment  No.  2. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  January  22,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  19-0012 

WHEREAS,  On  June  8,  2010,  pursuant  to  Resolution  No.  10-0091,  this  Commission 
awarded  Agreement  No.  CS-991,  Preliminary  Design  and  Environmental  Analysis  Services, 
Power  Transmission  Project,  and  authorized  the  General  Manager  of  the  San  Francisco  Public 
Utilities  Commission  (SFPUC)  to  negotiate  and  execute  a  professional  services  agreement,  in  the 
amount  of  $5,000,000,  and  with  a  term  of  three  years,  six  months,  concluding  on  February  1, 
2014,  with  URS  Corporation  Americas  (URS);  and 

WHEREAS,  Due  to  a  delay  in  issuance  of  the  notice  to  URS  to  begin  work  on  the 
contract,  the  contract  was  issued  with  a  term  of  three  years,  seven  months,  one  month  longer  than 
authorized  by  Resolution  No.  10-0091;  and 

WHEREAS,  On  January  14,  2014,  pursuant  to  Resolution  No.  14-0001,  this  Commission 
approved  Amendment  No.  1  to  extend  the  duration  of  the  contract  by  five  years  to  ensure 
consultant  continuity;  and 

WHEREAS,  On  May  24,  2016,  pursuant  to  Resolution  No.  16-0093,  this  Commission 
approved  Amendment  No.  2  to  increase  contract  capacity  by  $2,500,000,  for  a  total  not-to-exceed 
contract  amount  of  $7,500,000,  in  order  to  allow  35%  design  of  the  Bay  Division  Corridor 
Transmission  Distribution  Project;  and 

WHEREAS,  Amendment  No.  3  is  requested  to  increase  the  contract  duration  by  five 
months  for  a  total  contract  duration  of  nine  years,  with  no  change  to  the  agreement  amount,  to 
provide  continuity  in  consultant  services  and  technical  construction  support  during  construction; 
and 


WHEREAS,  Staff  is  also  requesting  that  the  Commission  retroactively  approve  the 
execution  of  the  Agreement  with  an  initial  term  of  three  years,  seven  months,  which  is  one 
month  longer  than  authorized  by  Resolution  No.  10-0091;  and 

WHEREAS,  A  Contract  Monitoring  Division  (CMD)  sub  consulting  goal  of  14%  Local 
Business  Enterprise  participation  (of  the  total  value  of  services  to  be  provided)  has  been 
established  for  this  agreement;  and 

WHEREAS,  Funds  for  this  agreement  are  available  from  Hetchy  index  codes  CUH971 
and  CUH991;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  3  to  Agreement 
No.  CS-991,  Preliminary  Design  and  Environmental  Services,  Power  Transmission  Project,  with 
URS  Corporation  Americas,  and  authorizes  the  General  Manager  to  execute  this  amendment  to 
extend  the  Agreement  by  five  months  for  a  total  contract  duration  of  nine  years  with  no  change 
to  the  agreement  amount;  and  be  it 


FURTHER  RESOLVED,  That  this  Commission  hereby  retroactively  approves  and 
ratifies  the  execution  of  the  Agreement  with  an  initial  term  of  three  years,  seven  months  due  to  a 
delay  in  issuance  of  the  notice  to  the  contractor  to  begin  work  on  the  contract. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  January  22,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


19-0013 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  advertised  Water  Supply 
Improvement  Program  (WSIP)-funded  Contract  No.  WD-2822R2,  Lower  Crystal  Springs  Dam  Stilling 
Basin  Connecting  Channel,  on  October  9,  2018;  and 

WHEREAS,  The  Engineer’s  Estimate  is  $5,600,000  for  this  construction  contract  work  to  build 


the  Lower  Crystal  Springs  Dam  (LCSD)  Stilling  Basin  Connecting  Channel  to  improve  fish  habitat  in 


San  Mateo  Creek  and  to  make  upgrades/repairs  to  nearby  valves  and  pipes;  and 

WHEREAS,  Three  (3)  bids  was  received  and  opened  publicly  on  November  15,  2018;  and 

WHEREAS,  SFPUC  staff  and  Contract  Monitoring  Division  (CMD)  review  of  the  bids  for 
qualifications,  responsibility,  responsiveness,  and  application  of  bid  preferences  resulted  in  the 
establishment  of  Anvil  Builders  Inc.  as  the  lowest  qualified,  responsible  and  responsive  bidder;  and 

WHEREAS,  The  CMD  established  a  Local  Business  Enterprise  (LBE)  subcontracting 
requirement  of  12%  for  this  contract,  and  the  contractor  committed  to  a  LBE  participation  of  12.4%  with 
it  bid  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance  with  the 
Equal  Benefits  Provisions  of  Chapter  12B  of  the  City’s  Administrative  Code  either  at  the  time  of  the 
award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the  bidder  to  obtain 
compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the  next  lowest,  responsible 
and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of  the  City;  and 

WHEREAS,  On  October  15,  2010,  by  Resolution  10-0175,  this  Commission  adopted  the  CEQA 
findings  for  the  Lower  Crystal  Springs  Dam  Improvements  Environmental  Impact  Report  (EIR)  and 
approved  the  Project.  On  September  17,  2015  and  on  December  7,  2017,  the  Planning  Department 
reviewed  the  Lower  Crystal  Springs  Stilling  Basin  Connecting  Channel  Project  and  the  Lower  Crystal 
Springs  Dam  Improvements  Project  EIR  and  determined  that  there  were  no  substantive  changes  in  the 
project  and  no  additional  CEQA  review  was  required;  and 

WHEREAS,  Funds  are  available  from  WSEP  Project  No.  CUWPW10101  (Peninsula  Closeout 
Project);  now  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and  awards 
WSIP  funded  Contract  No.  WD-2822R2,  Lower  Cherry  Springs  Dam  Stilling  Basin  Connecting 
Channel,  in  the  amount  of  $4,784,700,  with  a  contract  duration  of  485  consecutive  calendar  days,  to  the 
lowest  qualified,  responsible  and  responsive  bidder,  Anvil  Builders  Inc. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  January  22,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0014 


WHEREAS,  On  October  9,  2018,  the  San  Francisco  Public  Utilities  Commission 
(SFPUC)  advertised  Water  Enterprise,  A  Bonds,  Local  and  Regional-funded  Contract  No.  WD- 
2829R,  San  Andreas  Pipeline  No.  2  Replacement;  and 

WHEREAS,  The  Engineer’s  Estimate  is  between  $29,000,000  and  $34,000,000  for  this 
construction  contract  work  to  replace  four  segments,  approximately  6,500  linear  feet,  of  54 
diameter  lockbar  steel,  of  the  San  Andreas  Pipeline  No.  2  in  the  City  of  San  Bruno;  and 

WHEREAS,  The  contract  duration  is  730  consecutive  calendar  days;  and 

WHEREAS,  Two  (2)  bids  were  received  and  opened  publicly  on  November  15,  2018; 
and 

WHEREAS,  SFPUC  staff  and  Contract  Monitoring  Division  (CMD)  review  of  the  bids 
for  qualifications,  responsibility,  responsiveness  and  application  of  bid  preferences  resulted  in 
the  establishment  of  Ranger  Pipelines  Inc.  as  the  lowest,  qualified,  responsible  and  responsive 
bidder;  and 

WHEREAS,  The  CMD  established  a  Local  Business  Enterprise  (LBE)  subcontracting 
requirement  of  1  1%  for  this  contract,  and  the  contractor  committed  to  a  LBE  participation  of 
1 1.32%  with  its  bid  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City’s  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may  resuit  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUW2730504,  San  Andreas  Pipeline 
No.  2  Replacement;  and 

WHEREAS,  On  October  17,  2013,  the  San  Francisco  Planning  Commission  certified  the 
Peninsula  Pipelines  Seismic  Upgrade  Project  Final  Environmental  Impact  Report  (FEIR),  on 
October  22,  2013,  this  Commission  adopted  the  CEQA  findings  and  approved  this  Project  by 
Commission  Resolution  No.  13-0161,  and  on  April  12,  2017,  the  Planning  Department 
completed  an  Addendum  to  the  FEIR  for  the  San  Andreas  Pipeline  No.  2  Replacement  Project,  a 
copy  of  which  is  on  file  with  the  Commission;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  Water  Enterprise,  A  Bonds,  Local  and  Regional-funded  Contract  No.  WD-2829R,  San 
Andreas  Pipeline  No.  2  Replacement,  in  the  amount  of  $32,087,200,  with  a  duration  ot  730 
consecutive  calendar  days,  to  the  lowest,  qualified,  responsible  and  responsive  bidder.  Ranger 
Pipelines  Inc. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  January  22,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.: _ 19-0015 


WHEREAS,  Built  by  the  City  and  County  of  San  Francisco  in  the  1980s,  the  existing 
Southeast  Community  Facility  located  at  1800  Oakdale  Avenue  has  operated  in  accordance 
with  the  1981  State  Water  Resources  Control  Board  Order  No.  WQG  81-1  to  provide  residents 
of  the  Bayview  Hunters  Point  community  with  meaningful  economic  and  workforce 
development  opportunities;  and 

WHEREAS,  On  November  8,  2016,  by  Resolution  No.  16-0233,  the  Commission 
endorsed  the  findings  of  the  San  Francisco  Public  Utilities  Commission  (SFPUC)’s  community 
outreach  process  which  established  a  strong  community  preference  for  building  a  new 
Southeast  Community  Center  (SECC)  campus  at  1550  Evans  (the  Project),  rather  than 
renovating  the  existing  facility;  and 

WHEREAS,  The  objectives  of  the  Project  are  to  adhere  to  the  198 1  State  Water 
Resources  Control  Board  Order  to  continue  to  provide  residents  of  the  Bayview  Hunters  Point 
community  with  meaningful  economic  and  workforce  development  opportunities;  and 

WHEREAS,  The  new  SECC  at  1550  Evans  involves  the  construction  of  two  LEED 
Gold  buildings  that  will  include  a  childcare  center,  cafe,  multipurpose  space,  offices,  a 
community  room  pavilion,  and  over  two  acres  of  activated  open  space;  and 

WHEREAS,  In  December  2017,  the  SFPUC  General  Manager  determined  that  the 
Construction  Manager/General  Contractor  (CM/GC)  project  delivery  method  was  necessary  and 
appropriate  to  achieve  cost  savings  and  time  efficiencies  and  that  it  is  in  the  public’s  best 
interest  to  successfully  complete  the  proposed  Project;  and 

WHEREAS,  On  October  30,  2018,  the  Planning  Department  determined  that  the 
Southeast  Community  Center  Project  No.  CWWFAC03,  is  exempt  from  the  California 
Environmental  Quality  Act  (CEQA)  under  CEQA  Guidelines  Section  15061(b)(3),  General 
Rule  Exclusion;  and 

WHEREAS,  On  December  1 1,  2018,  the  Board  of  Supervisors  passed  Ordinance  No. 
306-18  and  on  December  21,  2018,  the  Mayor  signed  the  Ordinance,  amending  the  Planning 
Code  and  Zoning  Map  to  allow  for  the  Project  at  1550  Evans;  and 

WHEREAS,  On  October  26,  2018,  the  SFPUC  issued  a  Request  for  Qualifications  and 
Proposals  (RFQ&P)  for  the  Wastewater  Enterprise  (WWE),  Capital  Improvement  Program 
(CLP)-funded  Contract  No.  WW-682R,  Construction  Manager/General  Contractor  (CM/GC)  for 
the  new  Southeast  Community  Center  at  1550  Evans;  and 

WHEREAS,  On  November  13,  2018,  three  (3)  proposals  were  received  from  Charles 
Pankow  Builders,  Inc.  (Pankow),  Webcor  Construction  LP  (Webcor),  and  Swinerton  Builders 
(Swinerton);  and 


WHEREAS,  The  SFPUC  convened  scoring  panels  to  review  and  score  the  proposals 
submitted  in  response  to  the  RFQ&P,  and,  on  December  6,  2018,  conduct  and  score  the  oral 
interviews,  in  accordance  with  the  criteria  stated  in  the  RFQ&P;  and 

WHEREAS,  Based  upon  the  results  of  scoring  the  technical  proposals,  cost  proposals, 
community  benefits  proposals,  and  interviews,  SFPUC  staff  determined  Pankow  to  be  the 
highest  ranking  team  providing  the  best  value  to  the  SFPUC;  and 

WHEREAS,  SFPUC  staff  recommends  awarding  Contract  No.  WW-682R,  Southeast 
Community  Center  at  1550  Evans,  CM/GC  agreement,  to  Pankow  and  authorizing  the  General 
Manager  to  negotiate  and  execute  the  CM/GC  agreement,  and,  upon  certification  of  the 
agreement,  to  issue  Notice-to-Proceed  for  pre-construction  services  and  construction  services; 
and 

WHEREAS,  The  CM/GC  agreement  is  for  a  total  contract  amount  of  $7 1 , 1 8 1 ,25 1 , 
consisting  of  $605,280  for  pre-construction  services  and  $70,575,971  for  construction  services; 
and 

WHEREAS,  The  estimated  contract  duration  is  1,157  consecutive  calendar  days  from 
NTP  to  completion;  and 

WHEREAS,  SFPUC  and  Contract  Monitoring  Division  (CMD)  staff  review  of  the 
proposals  for  qualifications,  responsibility,  responsiveness  and  application  resulted  in  the 
determination  that  Pankow  was  the  highest-ranked,  qualified,  responsible  and  responsive  bidder; 
and 


WHEREAS,  The  CMD  established  a  Local  Business  Enterprise  (LBE)  subcontracting 
requirement  of  20%  for  this  contract  and  the  contractor  has  committed  to  meet  or  exceed  this 
LBE  requirement;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City’s  Administrative  Code  either  at 
the  time  of  the  award,  or  within  two  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  a  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CWWFAC03,  Southeast  Community 
Center;  and 

WHEREAS,  Pre-construction  services  under  this  agreement  will  commence  upon 
certification  of  the  CM/GC  agreement  and  issuance  of  a  NTP  for  pre-construction  services; 
now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  Southeast  Community  Center  at 
1550  Evans  Project,  Project  No.  CWWFAC03;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  awards  WWE,  CIP-funded 
Contract  No.  682R,  Southeast  Community  Center  at  1550  Evans,  in  the  amount  up  to 
$71,181,251  and  with  a  duration  of  1,157  consecutive  calendar  days,  to  the  highest-ranked, 
qualified,  responsible  and  responsive  proposer,  Pankow;  and  be  it 


FURTHER  RESOLVED,  That  this  Commission  authorizes  the  General  Manager  to 
execute  a  CM/GC  agreement  with  Pankow,  consistent  with  the  requirements  of  Section 
6.68(b)(2)  of  the  San  Francisco  Administrative  Code. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  January  22,  2019. 


Secretary,  Public  Utilities  Commission 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0016 


WHEREAS,  The  City  and  County  of  San  Francisco  (City)  owns  in  fee  certain  real 
property  in  Millbrae,  California,  under  the  jurisdiction  of  the  San  Francisco  Public  Utilities 
Commission  (SFPUC)  designated  as  SFPUC  Parcel  29,  and  also  known  as  San  Mateo  County 
APN  093-220-0 101;  and 

WHEREAS,  The  City,  acting  through  the  SFPUC,  entered  into  a  Ground  Lease  dated 
April  26,  1984  (Lease)  with  the  predecessor  of  Orchard  Supply  Company,  LLC  (Tenant)  for  the 
lease  of  a  portion  of  such  property  consisting  of  approximately  4.7505  acres  of  land  commonly 
known  as  900  El  Camino  Real,  Millbrae  (Premises)  for  an  initial  term  of  30  years,  with  two 
options  to  extend  for  periods  of  10  years  each;  and 

WHEREAS,  Tenant  exercised  the  first  option  to  extend  the  term  of  the  Lease  for  10 
years,  commencing  on  May  1,  2014,  at  an  annual  rent  of  $1,1 17,432  subject  to  a  CPI  adjustment 
on  May  1,  2019,  which  is  anticipated  to  increase  the  rent  to  an  estimated  $1,304,915  for  the 
remainder  of  the  Lease  term;  and 

WHEREAS,  The  City  and  Tenant  entered  into  a  First  Amendment  to  Ground  Lease  dated 
August  4,  2016  (the  “First  Amendment”)  that  reduced  the  size  of  the  Premises  by  13,623  square 
feet  to  accommodate  the  SFPUC’ s  new  groundwater  storage  and  pump  station  facility  located  on 
the  Premises;  and 

WHEREAS,  Total  lost  rent  from  the  early  termination  of  the  lease  is  approximately 
$6,525,000;  and 

WHEREAS,  Tenant  has  constructed  substantial  improvements  on  the  Premises  including 
a  retail  store,  warehouse,  and  restaurant;  and 

WHEREAS,  Under  the  terms  of  the  Lease,  all  of  Tenant’s  improvements  to  the  Premises 
become  the  property  of  the  SFPUC  upon  early  termination  of  the  Lease,  at  SFPUC’s  option;  and 

WHEREAS,  Tenant  desires  to  terminate  the  Lease  and  surrender  the  Premises  as  of  April 
30,  2019;  and 

WHEREAS,  The  SFPUC  desires  to  terminate  the  Lease  and  gain  possession  of  the 
Premises  as  of  April  30,  2019;  and 

WHEREAS,  the  early  termination  of  the  Lease  is  expected  to  result  in  the  following 
significant  utility  benefits  to  the  SFPUC:  (i)  the  SFPUC  will  be  able  to  use  an  existing  warehouse 
on  the  Premises  as  additional  Utility  Plumbers  storage  and  workshop  space,  and  other  storage  to 
serve  workers  displaced  by  unsafe  conditions  at  the  old  Utility  Plumbers  shop,  and  thereby  save 
the  estimated  costs  (approximately  $1.3  million)  of  constructing  a  new  warehouse  at  its  Millbrae 
Yard,  (ii)  future  rent  from  a  lease  of  the  remaining  lands  and  improvements  that  will  not  be  used 
for  a  new  Utility  Plumbers  storage  facility  and  workshop  (Remaining  Premises)  is  expected  to 
significantly  exceed  the  lost  ground  rent  because  Tenant’s  improvements  will  become  the 
property  of  the  SFPUC  upon  termination,  enabling  the  SFPUC  to  re-lease  the  Remaining 


Premises  at  full  market  rental  rates,  as  opposed  to  the  current  CPI-adjusted  ground  rent  Tenant 
will  pay  over  the  remaining  term  of  the  Lease,  (iii)  the  SFPUC  will  benefit  from  the  full  retail 
rental  income  from  the  leasing  of  a  restaurant  located  on  the  Remaining  Premises  (under  the 
terms  of  the  Lease,  the  SFPUC  does  not  share  in  this  sublease  rent,  currently  estimated  at 
$150,000  per  year),  and  (iv)  termination  of  the  Lease  will  provide  the  SFPUC  with  greater 
flexibility  to  address  persistent  pedestrian  safety  issues  on  El  Camino  posed  by  the  current 
configuration  of  the  driveway  shared  by  both  the  SFPUC’ s  Millbrae  Yard  and  Tenant;  and 

WHEREAS,  The  utility  benefits  from  the  early  termination  are  projected  to  exceed  the 
total  lost  ground  rent  resulting  from  the  early  termination;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  ratifies,  approves  and  authorizes  all  actions 
heretofore  taken  by  any  City  official  in  connection  with  this  Termination  Agreement  and,  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  approves  the  terms  and 
conditions  of  this  Termination  Agreement;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  SFPUC  to  seek 
approval  by  the  Board  of  Supervisors  and  Mayor  for  the  SFPUC  General  Manager  to  execute  the 
Termination  Agreement;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  SFPUC  General 
Manager  to  enter  into  any  amendments  or  modifications  to  this  Termination  Agreement, 
including  without  limitation,  the  exhibits,  that  the  General  Manager  determines,  in  consultation 
with  the  City  Attorney,  are  in  the  best  interest  of  the  City;  do  not  materially  increase  the 
obligations  or  liabilities  of  the  City;  are  necessary  or  advisable  to  effectuate  the  purposes  and 
intent  of  the  Termination  Agreement  or  this  resolution;  and  are  in  compliance  with  all  applicable 
laws,  including  the  City  Charter. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  January  22,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


19-0017 


WHEREAS,  Senate  Bill  1028,  adopted  in  2016  and  codified  as  Public  Utilities  Code  §§ 
8385-8387,  requires  the  SFPUC  to  "construct,  maintain,  and  operate  its  electrical  lines  and 
equipment  in  a  manner  that  will  minimize  the  risk  of  catastrophic  wildfire  posed  by  those 
electrical  lines  and  equipment."  §  8387(a);  and 

WHEREAS,  Public  Utilities  Code  §  8387(b),  requires  SFPUC  to  “determine  whether  any 
of  its  lines  and  equipment  are  located  in  an  “area  that  has  a  significant  risk  of  catastrophic 
wildfire  resulting  from  those  electrical  lines  and  equipment;  and 

WHEREAS,  On  September  25,  2018,  by  Resolution  No.  18-0160,  this  Commission  (a) 
found  that  SFPUC  owns  and  operates  overhead  electrical  lines  and  equipment  that  present  a 
significant  risk  of  wildfire  because  they  are  located  in  areas  the  CPUC  and  United  States  Forest 
Service  have  designated  as  high  fire  danger  zones  and  (b)  approved  the  development  of  a 
Wildfire  Mitigation  Plan  to  be  presented  to  the  Commission  for  approval;  and 

WHEREAS,  Public  Utilities  Code  §  8387(c)  requires  that  if  the  SFPUC  finds  that  it  has 
facilities  in  such  an  area,  it  must  adopt  mitigation  measures  to  reduce  the  risk;  and 

WHEREAS,  The  SFPUC  owns  and  operates  overhead  electrical  lines  and  equipment  that 
present  a  significant  risk  of  wildfire  because  they  are  located  in  areas  the  CPUC  and  United 
States  Forest  Service  (USFS)  have  designated  as  high  fire  danger  zones;  and 

WHEREAS,  Staff  developed  a  2018  Wildfire  Mitigation  Plan  based  on  the  requirements 
of  SB  1028;  now,  therefore,  be  it 

RESOLVED,  That  the  Commission  approves  the  2018  Wildfire  Mitigation  Plan 
presented  for  adoption  at  the  January  22,  2019  Commission  meeting. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  January  22,  2019. 


Secretary,  Public  Utilities  Commission 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  19-0018 


WHEREAS,  2725  Oakdale,  LLC,  a  California  limited  liability  company,  as  landlord 
(Landlord),  desire  to  lease  to  the  City  and  County  of  San  Francisco  (City),  acting  through  the  San 
Francisco  Public  Utilities  Commission  (SFPUC),  as  tenant,  the  use  of  a  building  consisting  of 
approximately  51,442  square  feet  of  warehouse  and  office  space,  together  with  one  adjoining 
parking  lot,  at  2725  Oakdale  Avenue  in  San  Francisco  (together,  the  Premises)  at  an  initial  rental 
rate  of  $67,340.90  per  month  or  $808,090.80  per  year;  and 
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WHEREAS,  The  SFPUC  seeks  to  rent  the  Premises  to  provide  critical  space  near  the 
Southeast  Pollution  Control  Plant  (SEP)  for  displaced  Wastewater  Enterprise  (WWE) 
warehouse,  exterior  yard  storage  and  office  space  for  various  Sewer  System  Improvement 
Program  (SSEP)  projects  and  the  construction  of  the  new  Southeast  Community  Facility  at  1550 
Evans  Avenue;  and 

WHEREAS,  The  proposed  lease  of  the  Premises  provides  the  SFPUC  with  an 
opportunity  to  acquire  scarce  industrial  space  in  an  ideal  location,  because  of  the  Premises’ 
immediate  availability  and  relative  proximity  to  the  SEP;  and 

WHEREAS,  The  City,  through  the  SFPUC,  as  tenant,  desires  to  enter  in  a  five-year  lease 
(Lease),  with  Landlord  for  the  use  of  Premises  an  initial  rental  rate  of  $67,340.90  per  month 
($808,090.80  per  year),  with  automatic  annual  rental  adjustments  based  on  the  Consumer  Price 
Index;  and 

WHEREAS,  The  Lease  provides  the  City,  through  the  SFPUC,  with  one  option  to  extend 
the  Lease  for  four  years,  to  be  exercised  at  the  SFPUC’ s  sole  discretion  and  requiring  approval 
by  this  Commission  at  a  future  date;  and 

WHEREAS,  Funding  for  the  rent  payments  is  available  from  the  Wastewater  Enterprise’s 
Renewal  and  Replacement  Project  10031247;  and 

WHEREAS,  Entering  into  this  lease  does  not  constitute  a  project  under  California 
Environmental  Quality  Act  Guidelines  Section  15378  because  there  would  be  no  physical  change 
in  the  environment;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  terms  and  conditions  of  the 
Lease;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  ratifies,  approves,  and  authorizes 
all  actions  heretofore  taken  by  any  City  official  in  connection  with  the  Lease;  and  be  it 


FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  and  directs  the 
General  Manager  of  the  SFPUC  to  execute  the  Lease;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager 
of  the  SFPUC  to  execute  any  amendments  or  modifications  to  the  Lease,  including  without 
limitation,  the  exhibits,  that  the  General  Manager  determines,  in  consultation  with  the  City 
Attorney,  are  in  the  best  interest  of  the  City,  do  not  increase  the  rent  or  otherwise  materially 
increase  the  obligations  or  liabilities  of  the  City,  are  necessary  or  advisable  to  effectuate  the 
puiposes  and  intent  of  the  lease  or  this  resolution,  and  are  in  compliance  with  all  applicable  laws, 
including  the  City  Charter. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  January  22,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


19-0019 


WHEREAS,  The  SFPUC  in  Resolution  No.  16-0222  dated  October  25,  2016,  authorized 
the  General  Manager  to  execute  a  Memorandum  of  Understanding  (MOU)  by  and  between  the 
San  Francisco  Public  Utilities  Commission  (SFPUC)  and  the  Aquatic  Science  Center  to  provide 
technical  support  for  watershed  management  and  interpretation  for  the  San  Mateo  and  Pilarcitos 
Creek  watersheds;  and 

WHEREAS,  The  original  MOU  had  a  duration  of  five  years  (60  months)  and  an 
approved  budget  of  $773,679;  and 

WHEREAS,  The  parties  desire  to  enter  into  the  first  amendment  to  the  Memorandum  of 
Understanding  to  conduct  a  carbon  study  of  the  Alameda  Creek  Watershed  and  develop  four 
interpretive  panels  focused  on  the  Hetchy  Hetchy  Regional  Water  System  for  the  Summit 
Reservoir-Twin  Peaks  Reservoir  Bay  Area  Ridge  Trail  Connector;  and 

WHEREAS,  Funds  in  the  amount  of  $410,710  for  this  amendment  will  be  available  from 
Watershed  Protection  funds  25960/232421/15415/10014854/0001;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager  of  the  San 
Francisco  Public  Utilities  Commission  to  execute  a  first  amendment  to  the  Memorandum  of 
Understanding  with  the  Aquatic  Science  Center  for  an  amount  not-to-exceed  $1,184,389,  with  no 
change  to  the  total  duration  of  sixty  (60)  months. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  January  22,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


19-0020 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  is  facing  a 
workforce  gap  and  is  committed  to  advancing  its  succession  planning  goals  through  engagement 


WHEREAS,  The  SFPUC  is  equipped  to  provide  valuable  hands-on  exposure  to  youth 


regarding  careers  and  projects  in  the  water,  wastewater,  and  power  industries  thereby  advancing 
a  clear  utility  puipose  of  workforce  succession  planning;  and 

WHEREAS,  The  SFPUC  values  education  and  workforce  development  as  core 
components  of  its  Community  Benefits  Policy;  and 

WHEREAS,  The  San  Francisco  Unified  School  District  (SFUSD)  is  committed  to 
providing  hands-on  work  experience  and  project-based  learning  to  its  students  as  part  of  its 
Vision  2025  strategic  plan;  and 

WHEREAS,  John  O’Connell  High  School  has  an  emphasis  on  trades  and  skills 
development,  and  is  uniquely  positioned  to  support  the  development  of  Vision  2025  programs 
and  curricula  that  connect  to  water,  power,  and  sewer  industries;  and 

WHEREAS,  On  May  26,  2015,  by  Resolution  15-0121,  this  Commission  authorized  the 
General  Manager  of  the  SFPUC  to  execute  a  Memorandum  of  Agreement  (MOA)  with  SFUSD 
in  the  amount  of  $450,000  with  a  two  year  term,  to  integrate  SFPUC-specific  work-based  and 
project-based  learning  throughout  John  O’Connell  High  School’s  curricula  and  develop  a 
pipeline  of  skilled  workers  who  can  join  the  SFPUC  workforce  upon  graduation  from  high 
school  and/or  college;  and 

WHEREAS,  SFPUC  and  SFUSD  desire  to  enter  into  Amendment  No.  1  to  the  MOA  to 
extend  the  term  by  four  years  and  one  month  and  increase  the  amount  by  $600,000,  for  a  total 
agreement  amount  of  $1,050,000,  and  a  total  duration  of  six  years  and  one  month,  to  continue 
integration  of  SFPUC-specific  project-based  and  work-based  curriculum  into  all  grades  at  John 
O’Connell  High  School,  and  to  foster  student  awareness  and  career  readiness  for  SFPUC  careers; 
and  ; 

WHEREAS,  Funds  for  Amendment  No.l  will  be  available  at  the  time  of  award  of  the 
agreement  from  High  School  to  Career  Pipeline  add-back  funds  (Project  No.  10033711)  and 
Youth  Employment  programmatic  funds  (Project  No.  10025785);  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager  of  the 
SFPUC  to  execute  a  Amendment  No.  1  to  the  Memorandum  of  Agreement  with  SFUSD 
increasing  the  agreement  by  $600,000  and  extending  the  term  by  four  years  and  one  month  for  a 
total  agreement  amount  not  to  exceed  $1,050,000,  and  a  total  duration  of  six  years  and  one 
month. 

/  hereby  certify  that  the  foregoing  was  adopted  by  the  Public  Utilities  Commission  at  its  meeting  of 
January  22,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0021 


WHEREAS,  The  City  and  County  of  San  Francisco  (City),  through  its  Public  Utilities 
Commission  (SFPUC),  leases  certain  real  property  owned  by  the  State  of  California,  through  its 
Department  of  Transportation  (Caltrans)  at  2  Rankin  Street  in  San  Francisco,  California 
(Property);  and 

WHEREAS,  City  desires  to  purchase  the  Property  to  reduce  the  need  for  leased  space  for 
storage  and  construction  staging  for  Sewer  System  Improvement  Program  (SSIP)  projects;  and 

WHEREAS,  The  SFPUC  and  Caltrans  desire  to  enter  into  a  Purchase  and  Sale 
Agreement  (Agreement)  for  the  purchase  and  sale  of  the  Property  for  the  fair  market  value  of 
$8,991,000;  and 

WHEREAS,  Caltrans  requires  payment  of  a  5%  deposit  in  the  amount  of  $449,550  to  be 
applied  to  the  purchase  price  at  closing;  and 

WHEREAS,  The  SFPUC  currently  occupies  the  Property  for  storage  and  construction 
staging  under  an  existing  lease  with  Caltrans  (Lease),  which  the  Commission  authorized  on 
October  27,  2015  by  Resolution  No.  15-0220  for  a  term  of  three  years  and  an  amount  not-to- 
exceed  $675,000;  and 

WHEREAS,  The  Lease  expired  November  30,  2017,  and  consistent  with  Section  32  of 
the  Lease,  SFPUC  has  been  in  a  holdover  tenancy  at  the  Property  since  that  time;  and 

WHEREAS,  SFPUC  desires  to  continue  occupying  the  Property  on  a  month-to-month 
basis  as  a  holdover  under  the  Lease  at  the  current  rate  of  $17,680  per  month  plus  annual 
Consumer  Price  Index  increases  until  the  SFPUC  acquires  the  Property  (for  a  period  not  to 
exceed  one  year  ending  on  November  30,  2019),  and  for  up  to  an  additional  $200,000  in  rent  for 
a  total  not-to-exceed  rent  of  $875,000;  and 

WHEREAS,  On  July  18,  2017  the  Planning  Department  determined  that  purchase  of  the 
property  is  categorically  exempt  from  the  California  Environmental  Quality  Act  (CEQA)  and  the 
CEQA  Guidelines  under  Section  15301,  Class  1  (Existing  Facilities);  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  authorizes  and  directs  the  SFPUC  General 
Manager  to  negotiate  and  execute  the  Agreement  to  purchase  the  Property  for  the  fair  market 
value  of  $8,991,000  for  storage  and  construction  staging  throughout  the  course  of  the  SSIP;  and 
be  it 

FURTHER  RESOLVED,  That  pending  SFPUC  General  Manager  execution  of  the 
Agreement,  this  Commission  hereby  authorizes  and  directs  the  SFPUC  to  issue  a  check  to 
Caltrans  in  the  amount  of  $449,550  to  be  applied  to  the  purchase  price  at  closing;  and  be  it 


FURTHER  RESOLVED,  That  this  Commission  hereby  retroactively  ratifies  and 
authorizes  the  SFPUC’s  holdover  tenancy  at  the  Property  since  December  1,  2018  in  accordance 
with  Section  32  of  the  Lease,  and  authorizes  the  SFPUC  to  continue  its  holdover  tenancy  until 
the  Property  is  conveyed  to  the  SFPUC,  for  a  period  not  to  exceed  one  year  expiring  on 
November  30,  2019,  and  with  an  additional  rent  amount  of  up  to  $200,000,  for  a  total  not-to- 
exceed  lease  amount  of  $875,000;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  ratifies,  approves  and  authorizes 
all  actions  heretofore  taken  by  any  City  official  in  connection  with  the  Lease  and  the  Agreement; 
and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  SFPUC  General 
Manager  to  enter  into  any  amendments  or  modifications  to  the  Agreement,  including  without 
limitation,  the  exhibits,  that  the  General  Manager  determines,  in  consultation  with  the  City 
Attorney,  are  in  the  best  interest  of  the  City;  do  not  materially  increase  the  obligations  or 
liabilities  of  the  City;  are  necessary  or  advisable  to  effectuate  the  purposes  and  intent  of  the 
Agreement  or  this  resolution;  and  are  in  compliance  with  all  applicable  laws,  including  the  City 
Charter. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  January  22,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  19-0022 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  seeks  to  re-lease 
approximately  3,287  square  feet  of  space  in  a  two-story  office  building  (Building)  commonly 
known  as  1301  Evans  Avenue,  San  Francisco,  California,  that  includes  the  street  address  of 
1325 A  Evans  Avenue,  plus  three  designated  parking  stalls  located  in  the  rear  of  the  Building, 
together  referred  to  as  the  Premises;  and 
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WHEREAS,  The  SFPUC’s  Health  and  Safety  Division  (H&S)  has  occupied  the  Premises 
since  January  1,  2009  pursuant  to  a  lease  dated  October  7,  2008  (Original  Lease)  with  Raul  and 
Denise  Arriaza,  husband  and  wife,  as  to  an  undivided  fifty  (50%)  interest,  and  Linda  Lee  Olson 
and  Carl  Edward  Olson,  husband  and  wife,  as  to  an  undivided  fifty  (50%)  interest,  together  as 
Landlord  (Landlord)  and  authorized  by  this  Commission  pursuant  to  the  Resolution  No.  08- 
0136;  and 

WHEREAS,  Pursuant  to  the  Original  Lease,  the  SFPUC  exercised  its  option  to  extend  the 
Lease  term  for  an  additional  three  years,  extending  the  term  to  December  3 1 ,  2018;  and 

WHEREAS,  Landlord  and  the  City,  through  the  SFPUC,  desire  to  enter  into  a  new  five-year 
lease  of  the  Premises  to  the  City  and  County  of  San  Francisco  (City),  through  the  SFPUC,  as 
tenant,  with  one  option  to  extend  the  Lease  for  three  years,  at  an  initial  rental  rate  of  $9,861  per 
month  (or  $118,332  per  year)  for  the  first  three  years,  and  then  $10,156.83  per  month  (or 
$121,882  per  year)  for  the  fourth  and  five  years  of  the  term;  and 

WHEREAS,  Funding  for  the  rent  payments  is  available  from  Health  and  Safety 
Operating  Budget  Chart  of  Accounts  No.  27180-292645-10000-10026772-0007-530000;  and 

WHEREAS,  This  action  does  not  constitute  a  project  under  the  California  Environmental 
Quality  Act  (CEQA)  Guidelines  Section  15378  because  there  would  be  no  change  in  the  physical 
environment;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  terms  and  conditions  of  the 
Lease;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  ratifies,  approves,  and  authorizes 
all  actions  heretofore  taken  by  any  City  official  in  connection  with  the  Lease;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  and  directs  the 
General  Manager  of  the  SFPUC  to  execute  the  Lease;  and  be  it 


FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager 
of  the  SFPUC  to  execute  any  amendments  or  modifications  to  the  Lease,  including  without 
limitation,  the  exhibits,  that  the  General  Manager  determines,  in  consultation  with  the  City 
Attorney,  are  in  the  best  interest  of  the  City,  do  not  increase  the  rent  or  otherwise  materially 
increase  the  obligations  or  liabilities  of  the  City,  are  necessary  or  advisable  to  effectuate  the 
purposes  and  intent  of  the  lease  or  this  resolution,  and  are  in  compliance  with  all  applicable  laws, 
including  the  City  Charter. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  January  22,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0023 


WHEREAS,  The  Alameda  County  Water  District,  Bay  Area  Water  Supply  and 
Conservation  Agency,  Contra  Costa  Water  District,  East  Bay  Municipal  Utility  District,  Marin 
Municipal  Water  District,  San  Francisco  Public  Utilities  Commission,  Santa  Clara  Valley  Water 
District,  and  Zone  7  Water  Agency  (referred  to  collectively  as  the  “Parties”)  own  and  operate 
independent  water  systems  that  collectively  serve  the  needs  of  over  7  million  residents  and 

businesses  in  the  San  Francisco  Bay  Region;  and 
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WHEREAS,  The  Parties  recognize  that  integrated  utilization  of  capacity  in  existing 
infrastructure  and  new  interconnections  or  facilities  may  provide  water  supply  reliability  and/or 
water  quality  benefits  to  multiple  agencies  or  other  regional  partners  and  the  public  we  all  serve; 
and 

WHEREAS,  The  SFPUC  approved  a  set  of  foundational  principles  related  to  Regional 
Reliability  on  May  27,  2014  by  Resolution  14-0085,  and  the  other  Parties  similarly  adopted  the 
guiding  principles;  and 

WHEREAS,  On  June  23,  2015,  this  Commission  approved  Resolution  15-0147  to  enter 
into  a  Memorandum  of  Agreement  (MOA)  with  the  Parties  with  a  SFPUC  contribution  of  up  to 
$50,000  to  develop  the  Bay  Area  Regional  Reliability  (BARR)  Drought  Contingency  Plan 
(Plan);  and 

WHEREAS,  The  MOA  was  executed  on  September  38,  2015  and  had  an  initial  term  of 
39  months  erroneously  stated  as  30  months  in  Resolution  15-0147;  and 

WHEREAS,  The  Parties  received  a  grant  of  $200,000  from  the  U.S.  Bureau  of 
Reclamation  in  support  of  the  BARR  Plan,  which  identified  15  short-  and  long-term  actions  that 
the  Parties  could  consider  to  increase  water  supply  reliability  in  the  region;  and 

WHEREAS,  One  of  the  actions  identified  in  the  BARR  Plan  was  the  implementation  of  a 
Regional  Water  Market  Program  to  help  facilitate  regional  transfers  and  exchanges;  and 

WHEREAS,  The  Regional  Water  Market  Program  received  additional  support  from  the 
U.S.  Bureau  of  Reclamation  in  the  amount  of  a  $400,000  grant  received  by  East  Bay  Municipal 
Utilities  District;  and 

WHEREAS,  Amendment  No.  1  to  the  MOA  will  extend  the  duration  of  the  agreement 
between  Parties  to  December  31,  2021  and  incorporate  provisions  so  that  the  Parties  can 
continue  to  work  cooperatively  on  developing  a  Regional  Water  Market  Program;  and 

WHEREAS,  There  are  no  direct  costs  to  the  SFPUC  associated  with  Amendment  No.  1, 
but  the  SFPUC  agrees  to  provide  in-kind  staff  support  of  an  estimated  value  of  less  than  $10,000 
toward  the  development  of  a  Regional  Water  Market  Program;  and 

WHEREAS,  Services  began  in  September  of  2015  and  will  end  in  December  2021  with 
this  Amendment  No.  1,  increasing  the  total  duration  of  the  agreement  to  75  months;  now, 
therefore,  be  it 

RESOLVED,  That  the  Commission  ratifies  the  39-month  term  of  the  original  MOA 
erroneously  stated  as  30  months  in  Resolution  15-0147;  and  be  it  further 


RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager  of  the  San 
Francisco  Public  Utilities  Commission  to  execute  Amendment  No.  1  to  the  Memorandum  of 
Agreement  with  the  Alameda  County  Water  District,  Contra  Costa  Water  District,  Bay  Aiea 
Water  Supply  and  Conservation  Agency,  East  Bay  Municipal  Utility  District,  Marin  Municipal 
Water  District,  the  Santa  Clara  Valley  Water  District,  and  Zone  7  Water  Agency  for  an  extension 
of  36  months,  with  a  total  duration  of  seventy-five  (75)  months,  with  in-kind  staff  support  from 
the  SFPUC. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  January  22,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0024 


WHEREAS,  The  Sunnydale  HOPE  SF  Project  (Project)  is  a  public  purpose,  master- 
planned  revitalization  of  the  Sunnydale-Velasco  public  housing  site  into  a  new  mixed-income 
housing  development  with  affordable  and  market  rate  housing,  community  and  retail  spaces,  and 
new  infrastructure,  including  streets,  utilities,  and  open  spaces;  and 

WHEREAS,  The  50-acre  Project  site  is  located  in  Visitacion  Valley  bounded  generally 
by  Assessor’s  Parcel  Block  No.  6220  on  the  north,  Velasco  Avenue  and  Assessor’s  Parcel  Block 
Nos.  6332  and  6331  on  the  south,  Assessor’s  Parcel  Block  Nos.  6220  and  6316  on  the  west,  and 
Hahn  Street  on  the  east,  and  including  Sunnydale  Avenue,  Blythdale  Avenue,  Brookdale 
Avenue,  and  Santos  Street  (Project  Site);  and 

WHEREAS,  The  Project  Site  and  buildings  located  thereon  are  owned  and  operated  by 
the  San  Francisco  Housing  Authority  (SFHA)  and  contain  775  units  of  public  housing;  and 

WHEREAS,  The  City  and  County  of  San  Francisco  (City),  through  the  San  Francisco 
Public  Utilities  Commission  (SFPUC),  owns  easements  that  encumber  real  property  in  the 
Project  Site,  including  three-foot  wide  streetlight  easements  in  Blocks  6310,  6311,  6312,  6313, 
6314,  and  6315;  a  10-foot  wide  sewer  easement  in  Block  6311;  and  a  portion  of  a  30-foot  wide 
sewer  easement  in  Block  6312  (together,  the  Easements);  and 

WHEREAS,  The  City  is  vacating  and  quitclaiming  to  SFHA  streets  within  the  Project 
Site  and  will  reserve  interim  public  utility  easements  for  active  facilities;  and 

WHEREAS,  In  2016,  the  City,  the  SFHA  and  Sunnydale  Development  Co.,  LLC 
(Developer),  entered  into  a  Development  Agreement  (DA),  to  which  the  SFPUC  consented  by 
Resolution  No.  16-0262.  In  consenting  to  the  DA,  the  SFPUC  agreed  to  the  City’s  acceptance  of 
the  dedication  of  new  infrastructure  within  public  streets  and  easements  serving  the  Project  and 
constructed  in  accordance  with  the  DA  (Replacement  Infrastructure),  as  well  as  the  termination 
of  the  City’s  interests  in  the  Easements;  and 

WHEREAS,  The  Project  has  requested  that  the  City  terminate  the  SFPUC’s  interest  in 
the  Easements  in  phases  corresponding  to  the  development,  and  convey  all  of  City’s  right,  title, 
and  interest  in  the  Easements  to  the  SFHA  so  the  Project  may  proceed  with  construction;  and 

WHEREAS,  SFPUC  staff  has  reviewed  the  SFPUC  facilities  within  the  Easements  and 
determined  that  the  Easements  are  comprised  of  SFPUC  facilities  that  will  be  replaced  by  new 
SFPUC  facilities  (Replacement  Infrastructure)  of  equal  or  greater  value  in  the  newly  constructed 
public  right-of-way  and  easements;  and 

WHEREAS,  The  SFPUC  will  have  no  further  use  for  such  SFPUC  facilities  in  the 
Easements  and  interim  reserved  public  utility  easements  once  the  Replacement  Infrastructure  is 
built;  and 


WHEREAS,  The  SFPUC  has  determined  that  vacation  of  the  SFPUC’s  interests  in  the 
Easements  is  within  the  scope  of  the  FSEIR,  and  that  these  documents  are  adequate  for  the 
SFPUC's  use  in  authorizing  the  General  Manager  to  negotiate  and  execute  Quitclaim  Deeds.  The 
FSEIR  and  other  materials  that  are  part  of  the  record  of  this  approval  are  available  for  public 
review  at  the  offices  of  the  Planning  Department,  1650  Mission  Street,  4th,  suite  400,  San 
Francisco,  CA;  and 

WHEREAS,  California  Streets  and  Highways  Code  Section  8300  et  seq.  and  San 
Francisco  Public  Works  Code  Section  787(a)  set  forth  the  procedures  that  the  City  follows  to 
vacate  public  service  easements.  In  accordance  with  the  prescribed  procedures,  the  San 
Francisco  Board  of  Supervisors  will  consider  authorization  of  an  ordinance  providing  for  the 
conditional  vacation  of  the  Easements;  and 

WHEREAS,  The  Project  will  be  developed  in  phases,  with  each  phase  subject  to  a  final 
map,  and  termination  of  the  SFPUC’s  interest  in  the  Easements  will  only  occur  following  Board 
of  Supervisors  approval  of  a  final  map  for  the  corresponding  phase;  and 

WHEREAS,  The  City,  acting  through  the  Planning  Department,  fulfilled  the  procedural 
requirements  of  the  California  Environmental  Quality  Act  (CEQA;  Cal.  Pub.  Res.  Code  Section 
21000  et  seq.)  and  the  State  CEQA  Guidelines  (Cal.  Admin.  Code  Title  14,  Section  15000  et 
seq.).  An  Environmental  Impact  Report/Environmental  Impact  Statement  (EIR/EIS)  was 
prepared  for  the  SF  Hope  Sunnydale  Project  (Planning  Department  Case  No.  2010.0305E)  and  a 
Final  EIR/EIS  (FEIR/EIS))  was  certified  by  the  Planning  Commission  on  July  9,  2015  by  Motion 
No.  M- 19409;  and 

WHEREAS,  On  November  11,  2016,  the  Planning  Commission  adopted  the  CEQA 
findings,  including  a  Statement  of  Overriding  Considerations  and  a  Mitigation,  Monitoring  and 
Reporting  Program  (MMRP)  and  approved  the  Project  by  Motion  No.  M- 19784;  and 

WHEREAS,  On  December  13,  2016,  this  Commission,  by  Resolution  No.  16-0262, 
consented  to  the  DA  between  the  City,  the  SFHA  and  Sunnydale  Development  Co.,  LLC  as  it 
relates  to  matters  under  the  SFPUC’s  jurisdiction,  and  adopted  findings,  pursuant  to  the 
California  Environmental  Quality  Act  (CEQA),  including  a  statement  of  overriding 
considerations  and  a  Mitigation  and  Monitoring  and  Reporting  Program  (MMRP).  The  proposed 
easement  vacations  are  within  the  scope  of  the  project  considered  in  the  Final  EIR;  and 

WHEREAS,  There  have  been  no  substantial  changes  to  the  project  since  approval,  or 
changes  in  circumstance  that  would  result  in  new  significant  environmental  effects  or  an  increase 
in  the  severity  of  previously  identified  significant  impacts,  and  there  is  no  new  information  of 
substantial  importance  that  would  change  the  conclusions  set  forth  in  the  FSEIR;  now,  therefore, 
be  it 

RESOLVED,  That  this  Commission  hereby  finds  that,  upon  meeting  the  relevant 
conditions  set  forth  in  California  Streets  and  Highways  Code  Section  8300  et  seq.  and  San 
Francisco  Public  Works  Code  Section  787(a),  the  Easements  and  interim  reserved  public  utility 
easements  are  conditionally  surplus  and  unnecessary  for  any  prospective  SFPUC  utility  uses,  as 
provided  by  the  DA;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  finds  that  the  Easements  will  be 
surplus  to  the  SFPUC’s  utility  needs  and  vacated  on  the  General  Manager’s  determination  that 
either  (1)  the  Easement  facilities  have  been  replaced  with  the  Replacement  Infrastructure,  or  (2) 
the  City  is  reserving  sufficient  interim  rights  for  the  Easement  facilities  that  will  terminate  on 
acceptance  of  the  Replacement  Infrastructure  or  earlier,  at  the  Public  Works  Director's  discretion 
and  after  consultation  with  the  SFPUC  General  Manager;  and  be  it 


FURTHER  RESOLVED,  That  this  Commission  hereby  finds  that  the  reserved  interim 
public  utility  easements  will  be  surplus  to  the  SFPUC’s  utility  needs  and  may  be  terminated  on 
acceptance  of  the  Replacement  Infrastructure  or  earlier,  at  the  Public  Works  Director’s  discretion 
and  after  consultation  with  the  SFPUC  General  Manager;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  authorizes  the  General  Manager  of  the 
SFPUC  and/or  City  s  Director  of  Property  to  negotiate  the  terms  of  the  Easement  quitclaim 
deeds;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  ratifies,  approves  and  authorizes 
all  actions  heretofore  taken  by  any  City  official  in  connection  with  the  Easement  vacation;  and 
be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  SFPUC  General 
Manager  and/oi  the  Diiector  of  Property  to  enter  into  any  amendments  or  modifications  to  the 
Easement  quitclaim  deeds,  including  without  limitation,  the  exhibits,  that  the  General  Manager 
or  Director  of  Piopeity  deteimines,  in  consultation  with  the  City  Attorney,  are  in  the  best  interest 
of  the  City,  do  not  materially  increase  the  obligations  or  liabilities  of  the  City;  are  necessary  or 
advisable  to  effectuate  the  purposes  and  intent  of  the  Easement  quitclaim  deeds  or  this 
resolution;  and  are  in  compliance  with  all  applicable  laws,  including  the  City  Charter;  and  be  it 

FURTHER  RESOLVED,  That,  upon  approval  by  City's  Board  of  Supervisors  and  the 
Mayor,  this  Commission  authorizes  the  Director  of  Property  and/or  the  SFPUC  General  Manager 
to  execute  and  deliver  the  quitclaim  deeds  conveying  the  SFPUC’s  interests  in  the  Easements  to 
the  SFHA;  and  be  it 

FURTHER  RESOLVED,  That  upon  approval  by  City's  Board  of  Supervisors  and  the 
Mayor,  this  Commission  authorizes  the  Director  of  Property  and/or  the  General  Manager  of  the 
SFPUC  to  take  any  and  all  other  steps  they,  in  consultation  with  the  City  Attorney,  deem 
necessary  and  advisable  to  effectuate  the  purpose  and  intent  of  this  Resolution. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  January  22,  2019. 


Secretary,  Public  Utilities  Commission 
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Accessible  Meeting  Policy:  The  San  Francisco  Public  Utilities  Commission  meeting  will  be  held  in  Room  400, 
at  1  Dr.  Carlton  B.  Goodlett  Place  (400  Van  Ness  Ave.),  San  Francisco,  CA.  The  closest  accessible  BART 
station  is  the  Civic  Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible  MUNI  lines  serving  this 
location  are:  MUNI  Metro  Lines  J-Church,  K-Ingleside,  L-Taraval,  M-Ocean  View,  N-Judah  and  T-Third  at  Van 
Ness  and  Civic  Center  Stations;  F-Market;  19-Polk,  47-Van  Ness;  49-Mission-Van  Ness;  5-Fulton;  6-Parnassus, 
21-Hayes;  9-San  Bruno;  and  7-Haight  Noriega.  For  information  about  MUNI  accessible  services  call  701.4485. 

The  meeting  room  is  wheelchair  accessible.  Accessible  curbside  parking  spaces  have  been  designated  on  the 
Van  Ness  Avenue  and  McAllister  Street  perimeters  of  City  Flail  for  mobility-impaired  persons.  There  is 
accessible  parking  available  within  the  Civic  Center  Underground  Parking  Garage  at  the  corner  of  McAllister 
and  Polk  Streets,  and  within  the  Performing  Arts  Parking  Garage  at  Grove  and  Franklin  Streets. 

To  obtain  a  disability-related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain  meeting 
materials  in  alternative  format,  please  contact  Donna  Hood  at  415.554.3165.  Providing  at  least  72  hours  notice 
will  help  to  ensure  availability.  Written  reports  or  background  materials  for  calendar  items  are  available  for 
public  inspection  and  copying  at  525  Golden  Gate  Ave.,  13th  Floor  during  regular  business  hours  and  are 
available  on-line  at  http://www.sfwater.orq/index.aspx?paqe=167. 

To  assist  the  City’s  efforts  to  accommodate  persons  with  severe  allergies,  environmental  illnesses,  multiple 
chemical  sensitivity  or  related  disabilities,  attendees  at  public  meetings  are  reminded  that  other  attendees  may 
be  sensitive  to  various  chemical  based  products.  Please  help  the  City  to  accommodate  these  individuals. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are  prohibited 
at  this  meeting.  Please  be  advised  that  the  President  may  order  the  removal  from  the  meeting  room  of  any 
person(s)  responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other  similar  sound-producing 
electronic  devices. 

Know  Your  Rights  Under  the  Sunshine  Ordinance:  Government's  duty  is  to  serve  the  public,  reaching  its 
decision  in  full  view  of  the  public.  Commissions,  boards,  councils  and  other  agencies  of  the  City  and  County 
exist  to  conduct  the  people's  business.  This  ordinance  assures  that  deliberations  are  conducted  before  the 
people  and  that  City  operations  are  open  to  the  people's  review.  For  more  information  on  your  rights  under 
the  Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance,  contact  Administrator,  by  mail  to  Sunshine 
Ordinance  Task  Force,  1  Dr.  Carlton  B.  Goodlett  Place,  Room  244,  San  Francisco,  CA  94102.4689;  by 
phone  at  554.7724;  by  fax  at  554.7854;  or  by  email  at  sotf@sfgov.org. 

Copies  of  the  Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San 
Francisco  Public  Library  and  on  the  City’s  website  at  http://www.sfgov.org. 
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Lobbyist  Registration  and  Reporting  Requirements:  Individuals  and  entities  that  influence  or  attempt  to 
influence  local  legislative  or  administrative  action  may  be  required  by  the  San  Francisco  Lobbyist  Ordinance  [SF 
Campaign  &  Governmental  Conduct  Code  §2.100]  to  register  and  report  lobbying  activity.  For  more  information 
about  the  Lobbyist  Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van  Ness  Avenue, 
Suite  220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax  (415)  252-3112;  web  site  at 
www.sfqov.org/ethics. 

CEQA  Appeal  Rights  under  Chapter  31  of  the  San  Francisco  Administrative  Code:  If  the  Commission’s 
action  on  a  project  constitutes  the  Approval  Action  for  that  project  (as  defined  in  S.F.  Administrative  Code 
Chapter  31,  as  amended,  Board  of  Supervisors  Ordinance  Number  161-13),  then  the  CEQA  determination 
prepared  in  support  of  that  Approval  Action  is  thereafter  subject  to  appeal  within  the  time  frame  specified  in  S.F. 
Administrative  Code  Section  31.16.  Typically,  an  appeal  must  be  filed  within  30  calendar  days  of  the  Approval 
Action  for  a  project  that  has  received  an  exemption  or  negative  declaration  pursuant  to  CEQA.  For  information 
on  filing  an  appeal  under  Chapter  31 ,  contact  the  Clerk  of  the  Board  of  Supervisors  at  City  Hall,  1  Dr.  Carlton  B. 
Goodlett  Place,  Room  244,  San  Francisco,  CA  94102,  or  call  (415)  554-5184.  If  the  Planning  Department’s 
Environmental  Review  Officer  has  deemed  a  project  to  be  exempt  from  further  environmental  review,  an 
exemption  determination  has  been  prepared  and  can  be  obtained  on-line  at  http://www.sf- 
planninq.orq/index.aspx?paqe=3447. Under  CEQA,  in  a  later  court  challenge,  a  litigant  may  be  limited  to  raising 
only  those  issues  previously  raised  at  a  hearing  on  the  project  or  in  written  correspondence  delivered  to  the 
Board  of  Supervisors,  Planning  Commission,  Planning  Department  or  San  Francisco  Public  Utilities 
Commission  at,  or  prior  to,  such  hearing,  or  as  part  of  the  appeal  hearing  process  on  the  CEQA  decision. 


ORDER  OF  BUSINESS 


1.  Call  to  Order 

2.  Roll  Call 

3.  Approval  of  the  Minutes  of  January  22,  2019 

4.  General  Public  Comment  (discussion  only) 

Members  of  the  public  may  address  the  Commission  on  matters  that  are  within 
the  Commission’s  jurisdiction  and  are  not  on  today’s  agenda. 

5.  Communications  (discussion  only) 

a)  Advance  Calendar 

b)  Correspondence  Log 

c)  Contract  Advertisement  Report 

d)  Annual  Report  on  Dry  Year  Supply  Progress  Pursuant  to  AB1823 

e)  Lake  Merced  Update 

f)  Water  Supply  Conditions  Update 

g)  Water  System  Improvement  Program  Status  of  Construction  Change  Orders 

6.  Other  Commission  Business  (discussion  only) 

7.  2017-2018  Annual  Financial  Statements  (KPMG)  (discussion  only)  (Sandler) 

i.  Hetch  Hetchy  Water  &  Power  and  CleanPowerSF 

ii.  Water  Enterprise 

iii.  Wastewater  Enterprise 

8.  Report  of  the  General  Manager  (discussion  only)  (Kelly,  Jr.) 

a)  CleanPowerSF  Update 

b)  Water  Enterprise  Capital  Improvement  Program  Quarterly  Report 

c)  Water  System  Improvement  Program  Local  and  Regional  Quarterly  Reports 

d)  Report  on  Recent  San  Francisco  Public  Utilities  Commission  Activities, 
Events  and  Announcements 

9.  Update  on  State  Water  Board’s  Bay-Delta  Plan  Amendment  and  Voluntary 

Agreement  Negotiations  (discussion  only)  (Ritchie) 

The  following  matters  before  the  San  Francisco  Public  Utilities  Commission  are 
recommended  for  action  as  stated  by  the  General  Manager  and  City  Attorney, 
where  applicable.  Explanatory  documents  provided  to  the  Commission  in 
connection  with  this  agenda  are  available  for  public  inspection  and  copying  at  the 
Office  of  the  Commission  Secretary,  525  Golden  Gate  Avenue,  13th  Floor,  San 
Francisco,  CA  94102;  Telephone:  (415)  554-3165;  Fax:  (415)  554-3424;  and  are 
available  on-line  at  http://www. sfwater.org/index. aspx?page=1 67 

CONSENT  CALENDAR 

10.  All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to  be 
routine  by  the  San  Francisco  Public  Utilities  Commission  and  will  be  acted  upon 
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by  a  single  vote  of  the  Commission.  There  will  be  no  separate  discussion  of 
these  items  unless  a  member  of  the  Commission  or  the  public  so  requests,  in 
which  event  the  matter  will  be  removed  from  the  Calendar  and  considered  as  a 
separate  item. 


a) 


b) 
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Approve  an  increase  of  136  calendar  days  (approximately  five  months)  to 
the  existing  26-day  construction  contract  duration  contingency  for  Contract 
No.  WD-2742,  16-Inch  Ductile  Iron  Water  Main  Replacement  on  7th  Street 
from  Townsend  to  16th  Street;  and  authorize  the  General  Manager  to 
approve  future  modifications  to  the  contract  duration  for  a  total  revised 
contract  duration  of  up  to  422  consecutive  calendar  days  (approximately 
one  year  and  two  months),  with  no  change  in  contract  cost  contingency. 

(How) 

Approve  an  increase  of  340  consecutive  calendar  days  (approximately  1 1 
months)  to  the  existing  60-day  construction  contract  duration  contingency 
for  Contract  No.  WW-606R2,  Oceanside  Water  Pollution  Control  Plant 
Door  and  Building  930  Exterior  and  Awning  Improvements;  and  authorize 
the  General  Manager  to  approve  future  modifications  to  the  contract 
duration  for  a  total  duration  of  up  to  1 ,000  consecutive  calendar  days 
(approximately  two  years  and  nine  months),  with  no  change  to  the  contract 
amount.  (How) 

Approve  an  increase  of  69  consecutive  calendar  days  (approximately  two 
months)  to  the  existing  54-day  construction  duration  contingency  for 
Contract  No.  WW-629,  Various  Locations  Sewer  Replacement  and 
Pavement  Renovation  No.  1;  and  authorize  the  General  Manager  to 
approve  future  modifications  to  the  contract  duration,  for  a  total  revised 
contract  duration  of  up  to  663  consecutive  calendar  days  (approximately 
one  year  and  10  months),  with  no  change  to  the  contract  amount.  (How) 

Approve  an  increase  of  45  consecutive  calendar  days  (approximately  one 
and  one-half  months)  to  the  existing  120-day  construction  duration 
contingency  for  Contract  No.  WW-636,  Various  Locations  Sewer 
Replacement  and  Pavement  Renovation  No.  4;  and  authorize  the  General 
Manager  to  approve  future  modifications  to  the  contract  duration  for  a  total 
revised  contract  duration  of  up  to  579  consecutive  calendar  days 
(approximately  one  year  and  seven  months),  with  no  change  to  contract 
amount.  (How) 

Accept  work  performed  by  Ranger  Pipelines  Inc.,  for  Contract  No.  WW- 
653,  Marin  Street  Sewer  Replacement,  for  a  total  contract  amount  of 
$4,999,681  and  a  total  contract  duration  of  491  consecutive  calendar  days 
(approximately  one  year  and  four  months;)  and  authorize  final  payment  to 
the  contractor.  (How) 


REGULAR  CALENDAR 


1 1 .  Discussion  of  proposed  amendment  to  Rule  6  of  the  San  Francisco  Public 
Utilities  Commission’s  Rules  of  Order,  moving  the  date  of  the  annual  election 
of  officers  from  October  to  February  of  each  year,  (discussion  only)  (Caen) 
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18.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1)  (action  item)  (Gessner) 


Existing  Litigation 

David  Alfaro,  et  at.  v.  City  and  County  of  San  Francisco 
San  Francisco  Superior  Court  No.  CGC-1 5-547492 
Date  Filed:  August  20,  2015 

Proposed  settlement  of  action  as  to  property  claims  of  two  of  numerous 
plaintiffs:  (1)  Chris  Tilton  and  Blane  Bachelor  ($301,000),  and  (2)  Victoria 
Sanchez  ($79,500).  Several  co-plaintiffs  remain  in  litigation. 

19.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1 )  (discussion  only)  (Mueller) 

Existing  Litigation 

Pacific  Gas  &  Electric  Corporation 

Case  No.  19-30088/Date  Filed:  January  29,  2019 

Case  No.  19-30089/Date  Filed:  January  29,  2019 

United  States  Bankruptcy  Court,  Northern  District  of  California 

20.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1 )  (discussion  only)  (Mueller) 

Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 
Docket  No.  ELI  9-38-000/Date  Filed:  January  28,  2019 
Federal  Energy  Regulatory  Commission 

21.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1 )  (discussion  only)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Tariff  Withdrawal  per  35.15:  Notice  of  Termination  of  the  1987  CCSF 
Interconnection  Agreement  -  PG&E  Rate  Schedule  FERC  No.  1 14  to  be 
effective  6/30/15. 

Case  No.  ER1 5-702-000/Date  Filed:  December  23,  2014 

22.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1 )  (discussion  only)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 
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1 2.  Approve  Amendment  No.  4  to  Agreement  No.  CS-91 1 R,  Construction 

Management  Service  -  Calaveras  Dam  Replacement  Project,  with  Black  and 
Veatch  Corporation,  to  provide  support  during  completion  of  construction  and 
close-out  of  the  project;  and  authorize  the  General  Manager  to  negotiate  and 
execute  this  amendment,  increasing  the  agreement  by  $3,800,000  for  a  total 
not-to-exceed  amount  of  $7 1 ,800,000,  and  extending  the  term  by  1 0  months  for 
a  total  not-to-exceed  duration  of  nine  years,  eight  months,  subject  to  the  Board 
of  Supervisors  approval  pursuant  to  Charter  Section  9.1 1 8.  (How) 

3.  Public  Comment  on  matters  to  be  addressed  during  Closed  Session 

4.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters 
listed  below  as  Conference  with  Legal  Counsel 

The  Commission  will  go  into  Closed  Session  to  discuss  the  following  items: 

15.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (2)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (2)  (action)  (Gessner) 

Unlitiqated  Claim 

Kim  Du  Truong  v.  City  and  County  of  San  Francisco 
Unlitigated  File  No.  19-00232 
Date  Filed:  July  30,  2018 

Proposed  settlement  of  claim  with  claimant’s  release  of  all  claims  and  the  City  to 
pay  claimant  $36,090. 

16.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1)  (action)  (Gessner) 

Existing  Litigation 

Peter  Dayton  v.  City  and  County  of  San  Francisco 
San  Francisco  Superior  Court  Case  No.  CGC-1 7-557549 
Date  Filed:  March  15,  2017 

Proposed  settlement  of  lawsuit  with  plaintiff’s  release  of  all  claims  and  the  City 
to  pay  plaintiff  $60, 000. 

17.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1)  (action)  (Gessner) 

Existing  Litigation 

Hanover  Insurance  Company  a/s/o  WYX  Holdings,  Inc.  v.  City  and  County  of 
San  Francisco 

San  Francisco  Superior  Court  Case  No.  CGC-1 8-5661 42 
Date  Filed:  April  30,  2018 

Proposed  settlement  of  lawsuit  with  plaintiff’s  release  of  all  claims  and  the  City 
to  pay  plaintiff  $62,500. 


Tariff  Withdrawal  per  35.15:  Notice  of  Termination  of  The  CCSF  Facilities 
Charge  Agreement  for  Moscone  to  be  effective  6/30/15. 

Case  No.  ER1 5-703-000/Date  Filed  December  23,  2014 

23.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1 )  (discussion  only)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

§205(d)  rate  filing  per  35.13  (a)(2)(iii):  City  and  County  of  San  Francisco 
Transmission  Owner  Tariff  Replacement  Agreements  to  be  effective  7/1/15 
Case  No.  ER1 5-705-000/Date  Filed:  December  23,  2014 

24.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1 )  (discussion  only)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

§205(d)  rate  filing  per  35. 1 3  (a)(2)(iii):  City  and  County  of  San  Francisco 
Wholesale 

Distribution  Tariff  Replacement  Agreements  to  be  effective  7/1/15 
Case  No.  ER1 5-704-000/Date  Filed:  December  23,  2014 

25.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1 )  (discussion  only)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Notice  of  Termination  of  Facilities  Charge  Agreements  between  PG&E  and  the 

City  and  County  of  San  Francisco 

Case  No.  ER1 5-735-000/Date  Filed:  December  23,  2014 

26.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1 )  (discussion  only)  (Mueller) 

Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric 
Federal  Energy  Regulatory  Commission 

Complaint  under  Sections  206  and  306  of  the  Federal  Power  Act. 

Case  No.  ELI  5-3-000/Date  Filed:  October  9,  2014 

Following  Closed  Session,  the  Commission  will  reconvene  in  Open  Session 
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27.  Announcement  Following  Closed  Session 

28.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session 
pursuant  to  San  Francisco  Administrative  Code  Section  67.12  (a) 

29.  Other  New  Business  (discussion  only) 

30.  Adjournment 
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1.  Call  to  Order 

Vice  President  (VP)  Caen  called  the  meeting  to  order  at  1:34  PM. 

2.  Roll  Call 

Present:  Caen,  Vietor,  Moran  and  Kwon 
Excused:  Courtney 

3.  Approval  of  the  Minutes  of  January  22,  201 9 

On  Motion  to  approve  the  Minutes  of  January  22,  2019: 

Aye:  Caen,  Vietor,  Moran  and  Kwon 

No  public  comment. 

4.  General  Public  Comment 

-  Francisco  DaCosta  asked  that  the  Commission  investigate  the  Sewer 
System  Improvement  Program  and  stated  a  representative  from  District  10 
should  be  involved  in  the  project.  He  asked  how  much  of  the  $10B  has  been 
set  aside  for  community  benefits. 

-  Derek  L.  Toliver,  San  Francisco,  stated  he  applied  for  the  position  of 
Executive  Director  of  the  Southeast  Facility  Commission  and  did  not  get  an 
interview.  He  discussed  his  educational  background  and  work  experience 
and  questioned  the  application  and  selection  process. 

General  Manager  (GM)  Kelly,  Jr.,  stated  the  Southeast  Facility  Commission  has 
the  authority  to  direct  appoint  their  Executive  Director  and  determine  their 
selection  process.  He  will  inform  the  Commission  of  Mr.  Toliver’s  concerns. 

5.  Communications 

a)  Advance  Calendar 

b)  Correspondence  Log 

c)  Contract  Advertisement  Report 

d)  Annual  Report  on  Dry  Year  Supply  Progress  Pursuant  to  AB1823 

e)  Lake  Merced  Update 

Steve  Ritchie,  Assistant  General  Manager  (AGM)  Water,  responded  to  a 
question  from  VP  Caen  regarding  the  clean-up  of  the  Lake  and  surrounding 
property.  In  response  to  a  follow-up  question  he  discussed  the  expenses 
insurance  covered  and  those  the  SFPUC  was  required  to  pay. 

AGM  Ritchie  responded  to  a  question  from  Commissioner  Kwon  regarding 
the  MOU  with  the  Recreation  and  Park  Department. 

f)  Water  Supply  Conditions  Update 

g)  Water  System  Improvement  Program  Status  of  Construction  Change  Orders 

Public  Comment 

-  Francisco  DaCosta  discussed  the  Lake  Merced  hearing  and  community 
concerns  expressed  at  that  time.  He  noted  the  impact  of  contamination  on 
the  watershed  from  the  Presidio  to  Lake  Merced. 


6.  Other  Commission  Business 


None. 


7 ■  2017-2018  Annual  Financial  Statements 

i-  Hetch  Hetchv  Water  &  Power  and  CleanPowerSF 

ii.  Water  Enterprise 

iii.  Wastewater  Enterprise 

Nancy  Horn,  Deputy  Chief  Financial  Officer,  presented  the  2017-2018 
Audited  Financial  Statements.  She  stated  it  is  the  second  year  of  including 
CleanPowerSF  as  separate  financials  within  Hetch  Hetchy  Water  and  Power. 
She  indicated  that  for  the  10th  consecutive  year  there  was  a  clean  audit  with 
no  material  misstatements  or  internal  control  deficiencies. 

Ms.  Horn  introduced  Ms.  Nancy  Rose,  Partner,  KPMG,  who  presented  audit 
results  for  the  year  ending  June  30,  2018. 

Ms.  Rose  stated  the  independent  auditor’s  report  of  the  financial  statements 
resulted  in  unqualified  (clean)  opinions  for  Water,  Wastewater,  and  Hetch 
Hetchy  Water  and  Power  and  CleanPowerSF.  She  indicated  there  were  no 
reported  deficiencies  or  instances  of  non-compliance  in  the  “Report  on 
Internal  Control  over  Financial  Reporting  and  Compliance  and  other  Matters 
Based  on  an  Audit  of  Financial  Statements  Performed  in  Accordance  with 
Government  Auditing  Standards.  ” 

Ms.  Rose  continued  with  the  audit  results:  (1)  An  Emphasis  of  Matter 
paragraph  was  applied  to  Water,  Wastewater  and  Hetch  Hetchy;  (2)  Audit 
misstatements:  no  corrected  or  uncorrected  audit  misstatements  identified; 

(3)  Review  of  significant  accounting  policies;  (4)  Review  of  significant 
judgments  and  accounting  estimates;  (5)  Management  of  override  controls; 
(6)  Subsequent  events  summary:  Hetch  Hetchy:  (PG&E  bankruptcy);  (7) 
Internal  control  related  matters:  KPMG  responsibilities;  (8)  No  material 
weaknesses  or  significant  deficiencies  identified;  (9)  Required 
communications  and  other  matters;  and  (10)  Responsibilities. 

Commissioner  Moran  thanked  Ms.  Rose  for  her  presentation  and  for 
explaining  GASB  75  (other  post-employment  benefits).  VP  Caen  requested 
Ms.  Rose  provide  additional  information  on  GASB  75. 

Commissioner  Vietor  asked  Ms.  Rose  if  GASB  is  considering  to  add  the 
value  of  water  as  an  asset.  Eric  Sandler,  AGM  Business  Services  and  CFO, 
provided  additional  response. 

No  public  comment. 

8.  Report  of  the  General  Manager 
a)  CleanPowerSF  (CPSF)  Update 

Barbara  Hale,  AGM  Power,  provided  the  update:  (1)  Enrollment:  111,000 
customer  accounts  being  served,  with  4,200  SuperGreen  upgrades  and  a 
steady  opt-out  rate  of  3.2%.  The  next  auto  enrollment  will  take  place  in  April; 
(2)  PG&E  rates:  California  PUC  (CPUC)  issued  alternate  rate  proposal  and 
how  exit  fee  (PCIA)  is  calculated.  CPUC  action  on  the  alternate  proposal 


anticipated  February  21st,  with  generation  rates  and  PCI  A  changes  in  effect 
April  or  May.  Until  that  time,  CPSF  rates  will  not  change;  (3)  PG&E 
bankruptcy  filing:  Update  on  the  impact  to  CPSF  and  CCA’s  from  PG&E’s 
stopping  or  delaying  payment  remittance  to  due  to  bankruptcy.  PG&E  made 
a  request  to  the  court  that  CCA  remittance  continue.  The  court  issued  orders 
for  PG&E  to  continue  payments. 

AGM  FI  ale  responded  to  a  question  from  VP  Caen  as  to  whether  all  CCA 
programs  are  dependent  on  PG&E. 

AGM  Hale  responded  to  a  question  from  Commissioner  Vietor  regarding  the 
bankruptcy  filing  and  payment  remittance  under  any  PG&E  organizational 
restructure. 

No  public  comment. 

b)  Water  Enterprise  Capital  Improvement  Program  Quarterly  Report 

Dan  Wade,  Director,  Water  Capital  Projects  and  Programs,  reviewed 
highlights  of  the  reporting  period:  Sunol  Yard  Long  Term  Improvements, 
Powdered  Activated  Carbon,  San  Andreas  Pipeline  No.  2  Replacement  bid 
update;  San  Francisco  Recycled  Water  Treatment  Plant,  and  local  water 
pipeline  replacement  status.  He  touched  on  the  Jobs  Training  and 
Opportunities  Program. 

AGM  Ritchie  responded  to  a  question  from  Commissioner  Vietor  regarding 
the  Watershed  Center.  Brief  discussion  ensued. 

No  public  comment. 

c)  Water  System  Improvement  Program  (WSIP)  Local  and  Regional  Quarterly 

Reports 

Mr.  Wade  noted  the  WSIP  project  is  97%  complete  with  $4,422M  expended 
and  $365M  remaining.  He  provided  updates  regarding  the  Calaveras  Dam 
Replacement  Project,  Bio-Regional  Habitat  Restoration  -  Monitoring,  and 
Lower  Crystal  Springs  Dam  Bridge. 

Mr.  Wade  responded  to  a  question  from  Commissioner  Moran  regarding  the 
graph  located  in  Appendix  C. 

No  public  comment. 

d)  Report  on  Recent  San  Francisco  Public  Utilities  Commission  Activities, 

Events  and  Announcements 

None. 

9.  Update  on  State  Water  Board’s  Bay-Delta  Plan  Amendment  and  Voluntary 

Agreement  Negotiations 

AGM  Ritchie  provided  the  update:  (1)  Review  of  State  Water  Board  actions;  (2) 
State  Water  Board’s  direction  to  staff;  (3)  Basic  elements  of  Tuolumne  River 
proposed  15-year  Voluntary  Agreement;  (4)  Recent  activities;  and  (5) 


Preparation  of  a  resolution  for  Commission  consideration  on  February  26,  2019 
and  suggested  resolution  elements. 

AGM  Ritchie  responded  to  a  guestion  from  Commissioner  Vietor  regarding  the 
need  for  specific  outcomes  and  ultimate  goals  for  a  healthy  ecosystem  and 
biological  objectives  within  the  proposed  resolution. 

AGM  Ritchie  responded  to  a  question  from  Commissioner  Vietor  regarding  the 
peer  review  process  and  how  tools  for  input  will  be  handled.  Discussion  ensued 
on  modeling,  science,  and  peer  review. 

Commissioner  Moran  discussed  the  importance  of  modeling  and  peer  review 
transparency  as  well  as  the  need  for  field  testing.  He  expressed  support  for 
Commissioner  Vietor’s  emphasis  on  setting  realistic  objectives  and  the  need  for 
on-going  processes  to  assess  progress  and  take  corrective  action,  if  needed. 

AGM  Ritchie  responded  to  a  question  from  Commissioner  Moran  as  to  how  far 
along  the  process  will  be  by  March  1st. 

Public  Comment 

-  Barry  Nelson,  Golden  Gate  Salmon  Association,  stated  science  gets 
resolved  via  the  peer  review  process,  and  noted  a  request  was  made  for 
peer  review.  He  discussed  the  Voluntary  Settlement  Agreement. 

-  Spreck  Rosekrans,  Restore  Hetch  Hetchy,  stated  Restore  Hetch  Hetchy  has 
no  position  on  the  Bay  Delta  Plan.  He  indicated  the  Commission  isn’t  taking 
the  State  Board  plan  seriously  and  asked  what  will  happen  if  the  SFPUC  has 
to  give  up  additional  water. 

10.  Consent  Calendar: 

a)  Approve  an  increase  of  136  calendar  days  to  the  existing  26-dav 
construction  contract  duration  contingency  for  Contract  No.  WD-2742,  16- 

Inch  Ductile  Iron  Water  Main  Replacement  on  7th  Street  from  Townsend  to 

16th  Street;  and  authorize  the  General  Manager  to  approve  future 
modifications  to  the  contract  duration  for  a  total  revised  contract  duration  of 

up  to  422  consecutive  calendar  days,  with  no  change  in  contract  cost 

contingency.  (Resolution  19-0026) 

b)  Approve  an  increase  of  340  consecutive  calendar  days  to  the  existing  60- 

dav  construction  contract  duration  contingency  for  Contract  No.  WW-606R2, 

Oceanside  Water  Pollution  Control  Plant  Door  and  Building  930  Exterior  and 

Awning  Improvements;  and  authorize  the  General  Manager  to  approve 

future  modifications  to  the  contract  duration  for  a  total  duration  of  up  to 

1 .000  consecutive  calendar  days,  with  no  change  to  the  contract  amount. 

(Resolution  19-0027) 

c)  Approve  an  increase  of  69  consecutive  calendar  days  to  the  existing  54-dav 

construction  duration  contingency  for  Contract  No.  WW-629,  Various 

Locations  Sewer  Replacement  and  Pavement  Renovation  No.  1;  and 

authorize  the  General  Manager  to  approve  future  modifications  to  the 

contract  duration,  for  a  total  revised  contract  duration  of  up  to  663 


consecutive  calendar  days,  with  no  change  to  the  contract  amount. 

(Resolution  19-0028) 

d)  Approve  an  increase  of  45  consecutive  calendar  days  to  the  existing  120- 
day  construction  duration  contingency  for  Contract  No.  WW-636,  Various 

Locations  Sewer  Replacement  and  Pavement  Renovation  No.  4:  and 

authorize  the  General  Manager  to  approve  future  modifications  to  the 

contract  duration  for  a  total  revised  contract  duration  of  up  to  579 
consecutive  calendar  days,  with  no  change  to  contract  amount.  (Resolution 
19-0029) 

e)  Accept  work  performed  by  Ranger  Pipelines  Inc.,  for  Contract  No.  WW-653, 

Marin  Street  Sewer  Replacement,  for  a  total  contract  amount  of  $4,999.681 

and  a  total  contract  duration  of  491  consecutive  calendar  days;  and 

authorize  final  payment  to  the  contractor.  (Resolution  19-0030) 

No  public  comment. 

On  Motion  to  approve  Consent  Calendar  items  11a  through  lOe: 

Aye:  Caen,  Vietor,  Moran,  and  Kwon 

1 1  •  Discussion  of  proposed  amendment  to  Rule  6  of  the  San  Francisco  Public 

Utilities  Commission’s  Rules  of  Order,  moving  the  date  of  the  annual  election  of 

officers  from  October  to  February  of  each  year. 

VP  Caen  requested  that  the  Commission  consider  a  change  to  Rule  6  of  the 
Rules  of  Order  to  move  the  date  of  the  annual  election  of  officers  from  the  first 
meeting  of  October  to  the  second  meeting  February  of  each  year.  She  indicated 
that  if  she  assumes  the  remainder  of  President  Courtney’s  term  she  would  serve 
as  President  for  eight  months.  In  October,  during  the  normal  election  period  and 
rotation  of  officers,  she  would  serve  another  12-month  term  fora  total  term  of  20 
months.  She  stated  she  wants  to  serve  a  full  12-month  term,  not  an  eight  or  20- 
month  term. 

Commissioner  Vietor  discussed  the  reason  behind  the  2012  change  of  Rule  6  to 
move  the  election  of  officers  to  October  to  coincide  with  the  August  end  of 
Commission  appointment.  She  expressed  reservations  with  proposed  February 
election  which  would  affect  officer  terms,  depending  on  appointment  date. 

Discussion  ensued  on  traditional  rotation  of  officers,  guidance  of  the  established 
rules,  and  how  to  fill  officer  vacancies. 

Commissioner  Vietor  recommended  holding  a  special  election  in  February  to 
address  the  current  vacancy,  followed  by  the  regular  election  of  officers  in 
October.  The  importance  of  maintaining  the  traditional  rotation  of  officers  was 
expressed  by  the  Commission,  along  with  additional  discussion  reqardinq 
options. 

After  further  discussion,  the  Commission  decided  that  an  election  of  officers 
would  be  held  at  the  February  26th  regular  meeting.  Those  elected  would 
complete  the  remaining  eight  months  of  the  current  term,  with  the  regular 
election  taking  place  in  October. 


No  public  comment. 


12.  Approve  Amendment  No.  4  to  Agreement  No.  CS-91 1 R,  Construction 

Management  Service  -  Calaveras  Dam  Replacement  Project,  with  Black  and 

Veatch  Corporation,  to  provide  support  during  completion  of  construction  and 

close-out  of  the  project;  and  authorize  the  General  Manager  to  negotiate  and 

execute  this  amendment,  increasing  the  agreement  by  $3,800,000  for  a  total 


not-to-exceed  amount  of  $71,800,000,  and  extending  the  term  by  10  months  for 


1  1  i  —  -  i  —  -  -  - . -  -  — 

a  total  not-to-exceed  duration  of  nine  years,  eight  months,  subject  to  the  Board 

of  Supervisors  approval  pursuant  to  Charter  Section  9.1 18.  (Resolution  19- 
0031) 


No  public  comment. 


On  Motion  to  approve  item  12: 

Aye:  Caen,  Vietor,  Moran,  and  Kwon 

The  Commission  Secretary  read  the  Closed  Session  items. 

13.  Public  Comment  on  matters  to  be  addressed  during  Closed  Session 

None. 

14.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters 

listed  below  as  Conference  with  Legal  Counsel 

On  Motion  to  assert  attorney-client  privilege. 

Aye:  Caen,  Vietor,  Moran,  and  Kwon 


The  Commission  entered  Closed  Session  at  3:40  PM. 


15.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (2)  and  San  Francisco  Administrative  Code  Section  67.10 

(d)  (2) 

Unlitigated  Claim 

Kim  Du  Truong  v.  City  and  County  of  San  Francisco 

Unlitigated  File  No.  19-00232 

Date  Filed:  July  30,  2018 

settlement  of  claim  with  claimant’s  release  of  all  claims  and  the  City  to  pay 

claimant  $36,090. 

(Resolution  19-0032) 

16.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67  10 

(d)(1). 

Existing  Litigation 

Peter  Dayton  v.  City  and  County  of  San  Francisco 
San  Francisco  Superior  Court  Case  No.  CGC-1 7-557549 

Date  Filed:  March  15.  2017 


Proposed  settlement  of  lawsuit  with  plaintiff’s  release  of  all  claims  and  the  City 

to  pay  plaintiff  $60,000. 

(Resolution  19-0033) 

17.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 

(d),(1). 

Existing  Litigation 

Hanover  Insurance  Company  a/s/o  WYX  Holdings,  Inc,  v.  City  and  County  of 

San  Francisco 

San  Francisco  Superior  Court  Case  No.  CGC-1 8-5661 42 

Date  Filed:  April  30,  2018 

Proposed  settlement  of  lawsuit  with  plaintiffs  release  of  all  claims  and  the  City 

to  pay  plaintiff  $62,500. 

(Resolution  19-0034) 

18.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)(1)  and  San  Francisco  Administrative  Code  Section  67.10 

(d)(1) 

Existing  Litigation 

David  Alfaro,  et  at.  u.  City  and  County  of  San  Francisco 

San  Francisco  Superior  Court  No.  CGC-1 5-547492 

Date  Filed:  August  20 ,  2015 

Proposed  settlement  of  action  as  to  property  claims  of  two  of  numerous 

plaintiffs:  (1)  Chris  Tilton  and  Blane  Bachelor  ($301,000),  and  (2)  Victoria 

Sanchez  ($79,500).  Several  co-plaintiffs  remain  in  litigation. 

(Resolution  19-0035)  Tilton/Bachelor 

Sanchez  settlement  will  be  rescheduled  to  the  February  26,  2019  meeting. 

19.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 

(d)(1) 

Existing  Litigation 

Pacific  Gas  &  Electric  Corporation 

Case  No.  19-30088/Date  Filed:  January  29,  2019 

Case  No.  19-30089/Date  Filed:  January  29,  2019 

United  States  Bankruptcy  Court.  Northern  District  of  California 

20.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 

(d)(1) 

Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 

Docket  No.  ELI  9-38-000/Date  Filed:  January  28.  2019 

Federal  Energy  Regulatory  Commission 

21 .  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 

MU) 

Existing  Litigation: 


Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Tariff  Withdrawal  per  35.15:  Notice  of  Termination  of  the  1987  CCSF 

Interconnection  Agreement  -  PG&E  Rate  Schedule  FERC  No.  1 14  to  be 

effective  6/30/15. 

Case  No.  ER1 5-702-000/Date  Filed:  December  23,  2014 

22.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 

(d)(1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Tariff  Withdrawal  per  35.15:  Notice  of  Termination  of  The  CCSF  Facilities 

Charge  Agreement  for  Moscone  to  be  effective  6/30/15. 

Case  No.  ER1 5-703-000/Date  Filed  December  23,  2014 

23.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 

(d)(1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

§205(d)  rate  filing  per  35.13  (a)(2)(iii):  City  and  County  of  San  Francisco 

Transmission  Owner  Tariff  Replacement  Agreements  to  be  effective  7/1/15 

Case  No.  ER1 5-705-000/Date  Filed:  December  23,  2014 

24.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 

(d)(1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

5205(d)  rate  filing  per  35.13  (a)(2)(iii):  City  and  County  of  San  Francisco 

Wholesale 

Distribution  Tariff  Replacement  Agreements  to  be  effective  7/1/1 5 

Case  No.  ER1 5-704-000/Date  Filed:  December  23.  2014 

25.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67,10 

(d)  (11 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Notice  of  Termination  of  Facilities  Charge  Agreements  between  PG&E  and  the 

City  and  County  of  San  Francisco 

Case  No.  ER1 5-735-000/Date  Filed:  December  23,  2014 

26.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 

(d)(1) 


Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Complaint  under  Sections  206  and  306  of  the  Federal  Power  Act- 

Case  No.  ELI  5-3-000/Date  Filed:  October  9,  2014 


The  Commission  exited  Closed  Session  at  3:57  PM. 

27.  Announcement  Following  Closed  Session 

VP  Caen  announced  that  settlements  were  reached  on  items  15  through  18. 

28.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session 

pursuant  to  San  Francisco  Administrative  Code  Section  67.12  (a) 

On  Motion  not  to  disclose  discussions. 

Aye:  Caen,  Vietor,  Moran,  and  Kwon 

29.  Other  New  Business 
None. 

30. 


Adjournment 

Vice  President  Caen  adjourned  the  meeting  at  3:58  PM. 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0026 


WHEREAS,  On  October  24,  2017,  per  Resolution  No.  17-0216,  this  Commission 
approved  the  award  of  Water  Enterprise  Local  Conveyance/Distribution  System  Program  funded 
Contract  No.  WD-2742,  16-Inch  Ductile  Iron  Water  Main  Replacement  on  7th  Street  from 
Townsend  to  16th  Street  to  P  &  J  Utility  Co.;  and 

WHEREAS,  The  construction  contract  Notice-to-Proceed  date  was  set  for  February  5 
2018;  and 

WHEREAS,  The  original  contract  amount  was  $1,986,746  and  the  original  contract 
duration  was  260  consecutive  calendar  days;  and 

WHEREAS,  Section  6.22(h)  of  the  Administrative  Code  requires  that  any  cumulative 
increases  in  contract  price  or  duration  in  excess  of  10%  of  the  original  contract  price  or  duration 
be  approved  by  the  Commission;  and 

WHEREAS,  Modification  Nos.  1-2  were  issued  by  staff  in  the  amount  of  $192,768, 
increasing  the  contract  amount  to  $2,179,514,  and  by  26  consecutive  calendar  days,  increasing 
the  contract  duration  to  286  consecutive  calendar  days,  to  reflect  costs  associated  with 
installation  ot  a  pipe  joint  wrap  system  to  satisfy  state  requirements  for  separation  distance 
between  water  and  sewer  pipelines,  to  increase  bid  item  quantities  associated  with  unforeseen 
conditions,  and  to  account  for  delays  associated  with  unforeseen  field  conditions;  and 

WHEREAS,  An  increase  of  136  consecutive  calendar  days  to  the  duration  contingency  is 
being  requested,  for  a  total  contract  duration  contingency  of  162  consecutive  calendar  days  and  a 
total  contract  duration  of  up  to  422  consecutive  calendar  days,  to  account  for  delays  associated 
with  unforeseen  field  conditions,  hazardous  soil  investigations  and  soil  disposal  approvals,  and 
pre-  and  post-construction  survey  monument  work;  and 

WHEREAS,  the  Contract  Monitoring  Division  (CMD)  established  a  Local  Business 
Enteiprise  (LBE)  subcontracting  participation  requirement  of  20%  for  this  contract,  and  CMD 
determined  that  the  contractor  complied  with  the  Chapter  14B  pre-award  requirements  by 
committing  to  a  LBE  participation  of  19.88%  with  its  bid  submittal,  and  this  amount  remains; 
now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  an  increase  to  the  contract  duration 
contingency  in  the  amount  of  136  calendar  days,  for  a  total  contract  duration  contingency  of  162 
calendar  days  for  Water  Enterprise  Local  Conveyance/Distribution  System  Program-funded 
Contract  No.  WD-2742,  16-Inch  Ductile  Iron  Water  Main  Replacement  on  7th  Street  from 
Townsend  to  16th  Street;  and  be  it 


FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager, 
or  his  designee,  to  consider  and,  if  appropriate,  to  approve  any  future  modifications  to  the 
contract  duration  for  a  total  contract  duration  of  up  to  422  consecutive  calendar  days,  with  no 
change  in  the  contract  amount. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  February  12,  2019. 


Secretary ,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0027 


WHEREAS,  On  December  13,  2016,  per  Resolution  No.  16-0249,  this  Commission 
approved  the  award  of  Wastewater  Enterprise  (WWE),  Sewer  System  Improvement  Program 
(SSIP),  and  Water  Enterprise  Local  Water  Capital  Improvement  Program  jointly  funded  Contract 
No.  WW-606R2,  Oceanside  Water  Pollution  Control  Plant  Door  and  Building  930  Exterior  and 
Awning  Improvements,  to  Trinet  Construction  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-to-Proceed  date  was  set  for  March  14, 
2017; and 

WHEREAS,  The  original  contract  amount  was  for  $4,049,000  and  the  original  contract 
duration  was  600  consecutive  calendar  days;  and 

WHEREAS,  Section  6.22(h)  of  the  Administrative  Code  requires  that  any  cumulative 
increase  in  contract  cost  or  duration  in  excess  of  10%  of  the  original  contract  cost  or  duration  be 
approved  by  this  Commission;  and 

WHEREAS,  The  project  has  encountered  issues  associated  with  furnishing  and  installing 
the  new  awning  assembly;  and 

WHEREAS,  An  increase  in  the  contract  duration  contingency  in  the  amount  of  340 
consecutive  calendar  days  is  being  requested  due  to  the  stainless-steel  frame  material 
finish/polish  requirements  and  associated  material  supply  delays,  increasing  the  contract  duration 
contingency  to  400  consecutive  calendar  days,  for  a  total  revised  contract  duration  of  up  to  1,000 
consecutive  days;  and 

WHEREAS,  The  Contract  Monitoring  Division  established  a  Local  Business  Enterprise 
(LBE)  subcontracting  goal  of  20%  for  this  construction  contract,  and  the  contractor  committed  to 
a  LBE  participation  of  28. 1%  with  its  bid  submittal,  and  this  amount  remains  unchanged;  and 

WHEREAS,  Funds  are  available  from  WWE,  SSIP  CWWSIPTPOP05  and  Water 
Enterprise,  Local  Water  Program  CUW30201;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  an  increase  to  existing  contract 
duration  in  the  amount  of  340  consecutive  calendar  days  for  WWE,  SSIP,  and  Water  Enterprise 
jointly  funded  Contract  No.  WW-606R2,  Oceanside  Water  Pollution  Control  Plant  Door  and 
Building  930  Exterior  and  Awning  Improvements,  with  Trinet  Construction  Inc.,  for  a  total 
contract  duration  contingency  of  400  consecutive  calendar  days;  and  be  it 


FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager 
(or  his  designee)  to  consider  and,  if  appropriate,  to  approve  any  future  modifications  to  the 
contract  duration  for  a  total  contract  duration  of  up  to  1,000  consecutive  calendar  days,  with  no 
change  to  the  contract  amount. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  February  12,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  19-0028 


WHEREAS,  On  May  23,  2017,  per  Resolution  No.  17-0115,  this  Commission  approved 
the  award  of  Wastewater  Enterprise  (WWE),  Renewal  and  Replacement  (R&R)  Program  and 
San  Francisco  Public  Works  (SFPW)  Street  Resurfacing  Program-funded  Contract  No.  WW-629, 
Various  Locations  Sewer  Replacement  and  Pavement  Renovation  No.  1,  to  Shaw  Pipelines,  Inc.; 
and 

WHEREAS,  The  construction  contract  Notice-to-Proceed  date  was  set  for  September  18, 
2017; and 

WHEREAS,  The  original  contract  amount  was  for  $7,404,605  and  the  original  contract 
duration  was  540  consecutive  calendar  days;  and 

WHEREAS,  Section  6.22(h)  of  the  Administrative  Code  requires  that  any  cumulative 
increase  in  contract  cost  or  duration  in  excess  of  10%  of  the  original  contract  cost  or  duration  be 
approved  by  the  Commission;  and 

WHEREAS,  On  January  22,  2019,  per  Resolution  No.  19-0017  this  Commission 
approved  an  increase  in  the  contract  cost  contingency  in  the  amount  of  $44,640  to  perform 
additional  sewer  replacement  work  to  reflect  change  orders  due  to  differing  site  conditions, 
thereby  increasing  the  total  contract  cost  to  $8,189,706,  with  no  change  in  contract  duration;  and 

WHEREAS,  An  increase  in  the  contract  duration  contingency  in  the  amount  of  69  days  is 
requested  for  additional  time  to  complete  sewer  replacement  work  due  to  differing  site 
conditions,  for  a  total  revised  contract  duration  up  to  663  consecutive  calendar  days;  and 

WHEREAS,  The  Contract  Monitoring  Division  (CMD)  established  a  Local  Business 
Enterprise  (LBE)  subcontracting  requirement  of  20%  for  this  construction  contract,  and  the 
contractor  committed  to  a  LBE  subcontracting  participation  of  24.07%  with  its  bid  submittal,  and 
this  amount  remains  unchanged;  and 

WHEREAS,  Funds  are  available  from  San  Francisco  Public  Utilities  Commission  WWE 
R&R  Project  No.  10015673,  Various  Locations  Sewer  Replacement  No.  1  and  SFPW  Project 
No.  10030746  Various  Locations  Pavement  Renovation;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  an  increase  to  the  contract  duration 
contingency  in  the  amount  of  69  days  for  WWE,  R&R  and  SFPW  Pavement  Renovation-funded 
Contract  No.  Various  Locations  Sewer  Replacement  and  Pavement  Renovation  No.  1,  increasing 
the  total  contract  duration  contingency  to  123  consecutive  calendar  days;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager, 
or  his  designee,  to  consider  and,  if  appropriate,  to  approve  future  modifications  to  the  contract 
for  a  total  duration  up  to  663  consecutive  calendar  days,  with  no  change  in  the  contract  amount. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 


■  r  :  A 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0029 


WHEREAS,  On  May  23,  2017,  per  Resolution  No.  17-01 16,  this  Commission  approved 
the  award  of  Wastewater  Enterprise  (WWE),  Renewal  and  Replacement  (R&R)  Program  and 
San  Francisco  Public  Works  (SFPW)  Street  Resurfacing  Program-funded  Contract  No.  WW-636, 
Various  Locations  Sewer  Replacement  and  Pavement  Renovation  No.  4,  to  D’Arcy  &  Harty 
Construction,  Inc.;  and 

WHEREAS,  On  August  8,  2017,  per  Resolution  No.  17-0177,  this  Commission  approved 
a  correction  to  Resolution  No.  17-01 16  to  state  the  contract  duration  as  414  consecutive  calendar 
days,  which  inadvertently  had  not  been  included  in  Resolution  No.  17-0016;  and 

WHEREAS,  The  construction  contract  Notice-to-Proceed  date  was  set  for  October  23, 
2017; and 

WHEREAS,  The  original  contract  amount  was  for  $5,062,012  and  the  original  contract 
duration  was  414  consecutive  calendar  days;  and 

WHEREAS,  Section  6.22(h)  of  the  Administrative  Code  requires  that  any  cumulative 
increase  in  contract  cost  or  duration  in  excess  of  10%  of  the  original  contract  cost  or  duration  be 
approved  by  the  Commission;  and 

WHEREAS,  On,  September  11,  2018,  per  Resolution  No.  18-0147,  this  Commission 
approved  an  increase  in  the  construction  duration  contingency  in  the  amount  of  19  consecutive 
calendar  days  to  coordinate  utility  relocation  and  final  paving  operations,  thereby  increasing  the 
total  contract  duration  limit  to  474  consecutive  calendar  days,  with  no  change  in  contract 
amount;  and 

WHEREAS,  On,  January  22,  2019,  per  Resolution  No.  19-0010  this  Commission 
approved  an  increase  in  the  contract  duration  contingency  in  the  amount  of  60  consecutive 
calendar  days  for  additional  time  to  complete  paving  restoration  contract  work,  thereby 
increasing  the  total  contract  duration  limit  to  534  consecutive  calendar  days,  with  no  change  in 
contract  amount;  and 

WHEREAS,  An  additional  increase  in  the  contract  duration  contingency  in  the  amount  of 
45  consecutive  calendar  days  is  requested  for  additional  time  to  complete  paving  restoration 
contract  work  as  a  result  of  inclement  weather,  thereby  increasing  the  total  contract  duration 
limit  to  579  consecutive  calendar  days;  and 

WHEREAS,  The  Contract  Monitoring  Division  established  a  Local  Business 
Enterprise  (LBE)  subcontracting  requirement  of  20%  for  this  construction  contract,  and  the 
contractor  committed  to  a  LBE  subcontracting  participation  of  28.15%  with  its  bid  submittal  and 
this  amount  remains  unchanged;  and 

WHEREAS,  Funds  are  available  from  SFPUC  WWE  R&R  Project  No.  10015676 
Various  Locations  Sewer  Replacement  No.  4  and  SFPW  Project  No.  10015676  Various 
Locations  Street  Resurfacing;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  an  increase  to  the  contract  duration 
contingency  in  the  amount  of  45  consecutive  calendar  days  for  WWE,  R&R  Program  and  SFPW 
Street  Resurfacing  Program-funded  Contract  No.  WW-636,  Various  Locations  Sewer 
Replacement  and  Pavement  Renovation  No.  4,  increasing  the  total  duration  contingency  to  165 
consecutive  calendar  days;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager, 
or  his  designee,  to  consider  and,  if  appropriate,  to  approve  future  modifications  to  the  contract 
for  a  total  duration  of  up  to  579  consecutive  calendar  days,  with  no  change  in  the  contract 
amount. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  February  12,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


19-0030 


WHEREAS,  Construction  has  been  completed  for  Sewer  System  Improvement  Program 
(SSIP)-funded  Contract  No.  WW-653,  Marin  Street  Sewer  Replacement,  by  the  contractor, 
Ranger  Pipelines  Inc.;  and 

WHEREAS,  On  February  28,  2017,  by  Resolution  No.  17-0037,  this  Commission 
awarded  Contract  No.  WW-653,  Marin  Street  Sewer  Replacement,  in  the  amount  of  $4,860,250, 
to  the  lowest,  qualified  responsible  and  responsive  bidder,  Ranger  Pipelines  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-to-Proceed  date  was  set  for  April  17,  2017, 
with  an  original  schedule  of  310  consecutive  calendar  days  and  the  contract  work  was  completed 
in  491  consecutive  calendar  days  on  August  21,  2018;  and 

WHEREAS,  The  original  contract  amount  was  for  $4,860,250  and  the  original  contract 
duration  was  310  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  1  was  issued,  within  the  10%  contingency  for  $139,431, 
to  address  various  contract  changes  due  to  unforeseen  site  condition  and  bid  quantity 
reconciliation,  increasing  the  total  contract  amount  to  $4,999,681;  and 

WHEREAS,  On  May  22,  2018,  by  Resolution  No.  18-0089,  this  Commission  approved 
an  increase  to  the  contract  duration  contingency  of  150  consecutive  calendar  days,  for  a  total 
contract  duration  contingency  of  181  days,  and  a  total  contract  duration  limit  of  491  consecutive 
calendar  days;  and 

WHEREAS,  Modification  No.  2  was  issued  for  a  time  extension  of  181  consecutive 
calendar  days  for  negotiations  of  change  orders  related  to  unforeseen  site  conditions,  increasing 
the  contract  duration  to  491  consecutive  calendar  days;  and 

WHEREAS,  The  Contract  Monitoring  Division  (CMD)  established  a  Local  Business 
Enterprise  (LBE)  subcontracting  requirements  of  20%  for  this  construction  contract,  and  the 
contractor  committed  to  a  LBE  subcontracting  participation  of  22.60%  with  its  bid  submittal; 
CMD  has  determined  the  contractor  substantially  complied  with  the  LBE  subcontracting 
requirements  by  achieving  a  final  LBE  subcontracting  participation  of  22.55%;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CWWSIPCSPS05;  now,  therefore,  be 
it 

RESOLVED,  That  this  Commission  hereby  accepts  work  performed  by  Ranger  Pipeline 
Inc.  for  SSIP-funded  Contract  No.  WW-653,  Marin  Street  Sewer  Replacement,  for  a  total 
contract  amount  of  $4,999,681  and  a  total  contract  duration  of  491  consecutive  calendar  days, 
and  authorizes  final  payment  to  the  contractor. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  February  1 


Secretary ,  Public  Utilities  Commission 


A  v 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0031 

WHEREAS,  On  June  8,  2010,  per  Resolution  No.  10-0096,  this  Commission  awarded 
Agreement  No.  CS-911R,  Construction  Management  (CM)  Services  -  Calaveras  Dam 
Replacement  Project  with  a  not-to-exceed  amount  of  $38,000,000,  and  a  duration  of  up  to  five 
years  and  six  months,  to  conclude  no  later  than  February  2,  2016,  to  Black  and  Veatch 
Corporation,  subject  to  Board  of  Supervisors’  approval  pursuant  to  Charter  section  9. 1 18;  and 

WHEREAS,  On  July  12,  2011,  per  Resolution  No.  11-0114,  this  Commission  authorized 
Amendment  No.  1  to  extend  the  agreement  duration  by  six  months  for  a  total  agreement  duration 

of  up  to  six  years,  with  no  change  to  the  agreement  value,  however  the  amendment  was  never 
executed;  and 

WHEREAS,  On  February  24,  '2015,  per  Resolution  No.  15-0056,  this  Commission 
authorized  Amendment  No.  2  (referenced  in  the  Commission  Agenda  and  Resolution  as 
Amendment  2A  )  to  increase  the  agreement  by  $500,000  (an  amount  not  requiring  Board  of 
Supervisors  approval),  to  avoid  disruption  to  CM  services  while  Amendment  No.  3,  described 
below,  was  under  review  by  the  Board  of  Supervisors;  and 

WHEREAS,  Amendment  No.  2  also  extended  the  term  of  the  agreement  by  six  months 
pursuant  to  the  authority  previously  granted  by  Resolution  No.  11-0114;  and 

WHEREAS,  On  February  24,  2015,  per  Resolution  No.  15-0055,  this  Commission 
authorized  Amendment  No.  3  (although  referenced  in  the  Commission  Agenda  and  Resolution  as 
“Amendment  2”),  to  extend  the  agreement  duration  by  two  years,  10  months,  for  a  total 
agreement  duration  of  eight  years,  10  months,  and  to  increase  the  agreement  value  by 
$30,000,000,  subject  to  Board  of  Supervisors  approval  which  was  obtained  by  Board  Resolution 
No.  104-15;  and 

WHEREAS,  Amendment  No.  3  was  ultimately  executed  for  $29,500,000  because  of  the 
$500,000  previously  added  by  Amendment  No.  2  as  authorized  by  Resolution  No.  15-0056;  and 

WHEREAS,  Amendments  Nos.  2  and  3  together  provided  a  total  not-to-exceed  contract 
amount  of  $68,000,000  and  a  total  not-to-exceed  contract  duration  of  eight  years,  10  months;  and 

WHEREAS,  Amendment  No.  4  is  being  requested  to  increase  the  not-to-exceed 
agreement  amount  by  $3,800,000,  for  a  total  not-to-exceed  agreement  amount  of  $71,800,000, 
and  to  extend  the  term  by  10  months,  for  a  total  agreement  duration  of  up  to  nine  years,  eight 
months,  concluding  on  March  29,  2020,  in  order  to  provide  continued  construction  management 
support  during  the  extended  duration  of  construction  of  the  project  and  to  close  out  the  project 
once  construction  is  complete;  and 

WHEREAS,  The  Contract  Monitoring  Division  established  a  subconsulting  goal  of  14% 
Local  Business  Enteiprise  participation  of  the  total  labor  value  of  the  services  to  be  provided, 
excluding  specialized  natural  occurring  asbestos  compliance  monitoring  and  advisory  services; 
and 


WHEREAS,  Funds  for  this  agreement  are  available  from  Project  CUW37401  -  Calaveras 
Dam  Replacement;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  4  to  Water 
Enterprise,  Water  System  Improvement  Program-funded  Agreement  No.  CS-911R,  Construction 
Management  (CM)  Services  -  Calaveras  Dam  Replacement  Project,  with  Black  and  Veatch 
Corporation,  to  provide  construction  management  services  through  the  end  of  the  close-out 
period  of  the  project  and  authorizes  the  General  Manager  to  negotiate  and  execute  Amendment 
No.  4,  increasing  the  agreement  by  $3,800,000  for  a  total  not-to-exceed  agreement  amount  of 
$71,800,000,  and  extending  the  term  by  10  months,  for  a  total  agreement  duration  of  nine  years, 
eight  months,  subject  to  Board  of  Supervisors  approval  pursuant  to  Charter  Section  9.1 18. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  February  12.  2019. 


Secretary ,  Public  Utilities  Commission 
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AGENDA 

Tuesday,  March  12,  2019 

RESCHEDULED  REGULAR  MEETING 
NOTE  EARLIER  START  TIME 
11:00  A.M. 

1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 

Commissioners 

Ann  Moller  Caen,  Vice  President 
Francesca  Vietor 
Anson  Moran 
Ike  Kwon 


Harlan  L.  Kelly,  Jr. 

General  Manager 


Donna  Hood 

Secretary 


For  information,  contact  the  Commission  Secretary  at  415-554-3165 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site: 
www.sfwater.org 

Gavel-to-Gavel  coverage  available  at: 
http://sanfrancisco.qranicus.comA/iewPublisher.php7view  id=22 


Accessible  Meeting  Policy:  The  San  Francisco  Public  Utilities  Commission  meeting  will  be  held  in  Room  400, 
at  1  Dr.  Carlton  B.  Goodlett  Place  (400  Van  Ness  Ave.),  San  Francisco,  CA.  The  closest  accessible  BART 
station  is  the  Civic  Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible  MUNI  lines  serving  this 
location  are:  MUNI  Metro  Lines  J-Church,  K-Ingleside,  L-Taraval,  M-Ocean  View,  N-Judah  and  T-Third  at  Van 
Ness  and  Civic  Center  Stations;  F-Market;  19-Polk,  47-Van  Ness;  49-Mission-Van  Ness;  5-Fulton;  6-Parnassus, 
21-Hayes;  9-San  Bruno;  and  7-Haight  Noriega.  For  information  about  MUNI  accessible  services  call  701.4485. 

The  meeting  room  is  wheelchair  accessible.  Accessible  curbside  parking  spaces  have  been  designated  on  the 
Van  Ness  Avenue  and  McAllister  Street  perimeters  of  City  Flail  for  mobility-impaired  persons.  There  is 
accessible  parking  available  within  the  Civic  Center  Underground  Parking  Garage  at  the  corner  of  McAllister 
and  Polk  Streets,  and  within  the  Performing  Arts  Parking  Garage  at  Grove  and  Franklin  Streets. 

To  obtain  a  disability-related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain  meeting 
materials  in  alternative  format,  please  contact  Donna  Hood  at  415.554.3165.  Providing  at  least  72  hours  notice 
will  help  to  ensure  availability.  Written  reports  or  background  materials  for  calendar  items  are  available  for 
public  inspection  and  copying  at  525  Golden  Gate  Ave.,  13th  Floor  during  regular  business  hours  and  are 
available  on-line  at  http://www.sfwater.org/index. 330x70306=1 67. 

To  assist  the  City’s  efforts  to  accommodate  persons  with  severe  allergies,  environmental  illnesses,  multiple 
chemical  sensitivity  or  related  disabilities,  attendees  at  public  meetings  are  reminded  that  other  attendees  may 
be  sensitive  to  various  chemical  based  products.  Please  help  the  City  to  accommodate  these  individuals. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are  prohibited 
at  this  meeting.  Please  be  advised  that  the  President  may  order  the  removal  from  the  meeting  room  of  any 
person(s)  responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other  similar  sound-producing 
electronic  devices. 

Know  Your  Rights  Under  the  Sunshine  Ordinance:  Government's  duty  is  to  serve  the  public,  reaching  its 
decision  in  full  view  of  the  public.  Commissions,  boards,  councils  and  other  agencies  of  the  City  and  County 
exist  to  conduct  the  people's  business.  This  ordinance  assures  that  deliberations  are  conducted  before  the 
people  and  that  City  operations  are  open  to  the  people’s  review.  For  more  information  on  your  rights  under 
the  Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance,  contact  Administrator,  by  mail  to  Sunshine 
Ordinance  Task  Force,  1  Dr.  Carlton  B.  Goodlett  Place,  Room  244,  San  Francisco,  CA  94102.4689;  by 
phone  at  554.7724;  by  fax  at  554.7854;  or  by  email  at  sotf@sfgov.org. 

Copies  of  the  Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San 
Francisco  Public  Library  and  on  the  City’s  website  at  http://www.sfgov.org. 
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Lobbyist  Registration  and  Reporting  Requirements:  Individuals  and  entities  that  influence  or  attempt  to 
influence  local  legislative  or  administrative  action  may  be  required  by  the  San  Francisco  Lobbyist  Ordinance  [SF 
Campaign  &  Governmental  Conduct  Code  §2.100]  to  register  and  report  lobbying  activity.  For  more  information 
about  the  Lobbyist  Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van  Ness  Avenue, 
Suite  220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax  (415)  252-3112;  web  site  at 
www.sfqov.org/ethics. 

CEQA  Appeal  Rights  under  Chapter  31  of  the  San  Francisco  Administrative  Code:  If  the  Commission’s 
action  on  a  project  constitutes  the  Approval  Action  for  that  project  (as  defined  in  S.F.  Administrative  Code 
Chapter  31,  as  amended,  Board  of  Supervisors  Ordinance  Number  161-13),  then  the  CEQA  determination 
prepared  in  support  of  that  Approval  Action  is  thereafter  subject  to  appeal  within  the  time  frame  specified  in  S.F. 
Administrative  Code  Section  31 .1 6.  Typically,  an  appeal  must  be  filed  within  30  calendar  days  of  the  Approval 
Action  for  a  project  that  has  received  an  exemption  or  negative  declaration  pursuant  to  CEQA.  For  information 
on  filing  an  appeal  under  Chapter  31,  contact  the  Clerk  of  the  Board  of  Supervisors  at  City  Hall,  1  Dr.  Carlton  B. 
Goodlett  Place,  Room  244,  San  Francisco,  CA  94102,  or  call  (415)  554-5184.  If  the  Planning  Department’s 
Environmental  Review  Officer  has  deemed  a  project  to  be  exempt  from  further  environmental  review,  an 
exemption  determination  has  been  prepared  and  can  be  obtained  on-line  at  http://www.sf- 
planninq.orq/index.aspx?paqe=3447. Under  CEQA,  in  a  later  court  challenge,  a  litigant  may  be  limited  to  raising 
only  those  issues  previously  raised  at  a  hearing  on  the  project  or  in  written  correspondence  delivered  to  the 
Board  of  Supervisors,  Planning  Commission,  Planning  Department  or  San  Francisco  Public  Utilities 
Commission  at,  or  prior  to,  such  hearing,  or  as  part  of  the  appeal  hearing  process  on  the  CEQA  decision. 


ORDER  OF  BUSINESS 


1.  Call  to  Order 

2.  Roll  Call 

3.  Special  Election  of  Officers:  Discussion  and  possible  action  to  elect  a 

Commission  President  and  Vice  President,  each  to  serve  a  partial  term 

ending  the  first  meeting  of  October  2019. 

4.  Approval  of  the  Minutes  of  February  12,  2019 

5.  General  Public  Comment  (discussion  only) 

Members  of  the  public  may  address  the  Commission  on  matters  that  are 

within  the  Commission’s  jurisdiction  and  are  not  on  today’s  agenda. 

6.  Communications  (discussion  only) 

a)  Advance  Calendar 

b)  Correspondence  Log 

c)  Contract  Advertisement  Report 

d)  Declaration  of  Emergency:  2019  February  Transmission  Line  Incident 

e)  Annual  Power  Risk  Management  Plan 

f)  Water  Enterprise  Land  and  Vegetation  Management  Memo 

g)  Water  Supply  Conditions  Update 

7.  Other  Commission  Business  (discussion  only) 

8.  Report  of  the  General  Manager  (discussion  only) 

a)  CleanPowerSF  Update 

b)  Auxiliary  Water  Supply  System  Update 

c)  Report  on  Recent  San  Francisco  Public  Utilities  Commission  Activities, 
Events  and  Announcements 

The  following  matters  before  the  San  Francisco  Public  Utilities  Commission  are 
recommended  for  action  as  stated  by  the  General  Manager  and  City  Attorney, 
where  applicable.  Explanatory  documents  provided  to  the  Commission  in 
connection  with  this  agenda  are  available  for  public  inspection  and  copying  at 
the  Office  of  the  Commission  Secretary,  525  Golden  Gate  Avenue,  13th  Floor, 
San  Francisco,  CA  94102;  Telephone:  (415)  554-3165;  Fax:  (415)  554-3424; 
and  are  available  on-line  at  http://www. sfwater. org/index. aspx ?paqe- 167 

CONSENT  CALENDAR 

9.  All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to  be 
routine  by  the  San  Francisco  Public  Utilities  Commission  and  will  be  acted  upon 
by  a  single  vote  of  the  Commission.  There  will  be  no  separate  discussion  of 
these  items  unless  a  member  of  the  Commission  or  the  public  so  requests,  in 
which  event  the  matter  will  be  removed  from  the  Calendar  and  considered  as  a 
separate  item. 


a) 

190036 

b) 

190037 

C) 

190038 

d) 

190039 

e) 

130040 

f) 

-fro  hnr 

g) 


Approve  Amendment  No.  2  to  Agreement  No.  PRO. 01 00,  Executive 
Search  Services,  with  Alliance  Resource  Consulting,  LLC,  extending  the 
agreement  duration  by  nine  months  for  a  total  agreement  duration  of  two 
years,  to  continue  providing  executive  level  recruitment  searches  for  the 
San  Francisco  Public  Utilities  Commission,  and  increasing  the  agreement 
by  $80,000  for  a  total  not-to-exceed  agreement  amount  of  $246,000;  and 
authorize  the  General  Manager  to  execute  this  amendment.  (Carlin) 

Approve  the  selection  of  KW  Engineering,  Inc.,  Enpowered  Solutions,  LLC, 
Enovity  Inc.,  and  TRC  Energy  Services;  award  Agreement  Nos. 
PRO.0106A-D,  Professional  Energy  Engineering  Consulting  Services,  to 
provide  assistance  with  energy  efficiency  projects  and  programs;  and 
authorize  the  General  Manager  to  negotiate  and  execute  four  professional 
services  agreements  with  KW  Engineering,  Inc.  (PRO.0106.A),  Enpowered 
Solutions,  LLC  (PRO. 0106. B),  Enovity  Inc.  (PRO. 0106. C),  and  TRC  Energy 
Services  (PRO. 01 06. D),  each  for  an  amount  not-to-exceed  $3,000,000, 
and  each  with  a  duration  of  five  years.  (Hale) 

Approve  the  plans  and  specifications,  and  award  Contract  No.  WD-2855, 
Turner  Dam  Spillway  and  Pond  F3  East  Erosion  Repair,  in  the  amount  of 
$1 ,498,01 0,  with  a  duration  of  21 0  consecutive  calendar  days 
(approximately  seven  months),  to  the  lowest,  qualified,  responsible  and 
responsive  bidder,  Sukut  Construction,  LLC,  to  stabilize  and  repair  eroded 
areas  at  the  Turner  Dam  Spillway  and  Pond  F3  East  sites  in  Alameda 
County.  (How) 

Approve  the  plans  and  specifications,  and  award  Contract  No.  WW-624, 
Casitas  Avenue  Easement  Sewer  Rehabilitation,  in  the  amount  of  $557,340, 
with  a  duration  of  102  consecutive  calendar  days  (approximately  three  and 
one-half  months)  to  the  lowest,  qualified,  responsible,  and  responsive 
bidder,  D’Arcy  and  Harty  Construction,  Inc.,  to  rehabilitate  the  existing 
sewers  along  the  Casitas  Easement  Sewer  within  San  Francisco.  (How) 

Approve  an  increase  of  71  consecutive  calendar  days  (approximately  two 
and  one-half  months)  to  the  existing  224-day  construction  contract  duration 
contingency  for  Contract  No.  WW-633,  Various  Locations  Sewer 
Replacement  No.  2;  and  authorize  the  General  Manager  to  approve  future 
modifications  to  the  contract  duration  for  a  total  revised  contract  duration  of 
up  to  801  consecutive  calendar  days  (approximately  two  years  and  three 
months),  with  no  change  to  contract  amount.  (How) 

Approve  the  selection  of  Harty  Pipelines,  Inc.,  and  Precision  Engineering, 
Inc.;  award  Contract  No.  WW-680R.Ato  Harty  Pipelines,  Inc.,  and 
Contract  No.  WW-680R.B  to  Precision  Engineering,  Inc.,  to  provide  as- 
needed  replacement  of  localized  sections  of  sewer  pipelines  at  locations  to 
be  determined  within  the  City  and  County  of  San  Francisco;  and  authorize 
the  General  Manager  to  execute  WW-680R.A  with  Harty  Pipelines,  Inc.,  and 
WW-680R.B  with  Precision  Engineering,  Inc.,  each  in  an  amount  not-to- 
exceed  $2,000,000,  and  each  with  a  duration  of  two  years.  (How) 

Approve  the  terms  and  conditions  of,  and  authorize  the  General  Manager  to 
execute,  a  seven-year  revocable  license  to  San  Mateo  County  to  use 


19004\ 


approximately  7,175  square  feet  of  SFPUC  Parcels  2068,  2069,  and  2070  in 
Redwood  City,  California  for  the  construction  and  maintenance  of  a  non¬ 
revenue  generating  public  parking  lot  and  associated  sidewalk 
improvements  for  an  annual  use  fee  of  $10,224.  (Carlin) 


i9004lh) 


Approve  the  terms  and  conditions  of,  and  authorize  the  General  Manager  to 
execute,  a  no-fee,  five-year  revocable  license  to  the  Friends  of  the  Urban 
Forest  for  use  of  approximately  2,500  square  feet  of  Parcel  One  of  Block 
3088,  Lot  018  in  San  Francisco,  California  for  storage  of  up  to  240  fifteen- 
gallon  tree  seedlings  in  movable  container  boxes.  This  action  constitutes  the 
Approval  Action  for  the  project  for  the  purposes  of  CEQA,  pursuant  to 
Section  31 .04(h)  of  the  San  Francisco  Administrative  Code.  (Carlin) 


REGULAR  CALENDAR 


10.  Discussion  and  possible  action  to  adopt  a  resolution  regarding  the  San 

Francisco  Public  Utilities  Commission’s  participation  in  negotiations  with 
ft  &  State  agencies  and  stakeholders  for  a  voluntary  agreement  as  an 

[f  oft  alternative  to  the  amendment  to  the  Water  Quality  Control  Plan  for  the  San 

Francisco  Bay/Sacramento-San  Joaquin  Delta  Estuary  that  the  State  Water 
Resources  Control  Board  adopted  on  December  12,  2018.  (Ritchie) 


11. 

131)043 


Approve  Amendment  No.  3  to  Agreement  No.  CS-246,  Technical  Support 
Services,  with  Utility  System  Efficiencies,  Inc.  for  regulatory  support  services; 
and  authorize  the  General  Manager  to  execute  this  amendment  increasing  the 
agreement  by  $4,000,000,  for  a  total  not-to-exceed  agreement  amount  of 
$9,000,000,  and  with  a  time  extension  of  one  year,  five  months,  and  13  days,  for 
a  total  agreement  duration  of  nine  years.  (Ritchie) 


12. 

190044 


Award  Job  Order  Contract  No.  JOC-50R2,  Heating,  Ventilation,  Air 
Conditioning  Energy  Efficiency  (C-20  License)  for  San  Francisco,  San  Mateo, 
Santa  Clara,  and  Alameda  Counties  to  the  sole,  responsible  bidder,  ACCO 
Engineered  Systems,  Inc.,  for  a  contract  amount  not-to-exceed  $5,000,000  and 
a  contract  duration  of  two  years.  (How) 


190045  13 


Discussion  and  possible  action  to  adopt  the  San  Francisco  Public  Utilities 
Commission’s  10-Year  Capital  Plan  Update  for  FY  2019-20  to  FY  2028-29. 

(Sandler) 


14. 


19004G 


Discussion  and  possible  action  to:  (1)  increase  the  Water  Enterprise  Capital 
Budget  by  $26,071 ,000  for  a  total  budget  of  $232,986,000;  (2)  increase  the 
Hetch  Hetchy  Water  and  Power  FY  2019-20  Capital  Budget  by  $27,922,599 
for  a  total  budget  of  $227,502,264,  including  $75,91 1 ,397  in  Hetch  Hetchy 
Capital  Plan  appropriation  in  FY  2019-20  being  de-appropriated  and  re- 
appropriated  with  no  change  to  the  project  budget  total  for  FY  2019-20,  and  de- 
appropriate  $15,000,000  in  previously  appropriated  funding  from  the  Power 
Enterprise’s  Streetlight  project;  and  (3)  authorize  the  General  Manager  to  seek 
Mayor  and  Board  of  Supervisors  approval  for  Supplemental  Appropriations 
for  the  Water  Enterprise  in  the  amount  of  $26,071 ,000  and  for  the  Hetch 
Hetchy  Water  and  Power  Enterprise  in  the  amount  of  $27,922,599,  as  well  as 
associated  bond  authorization  amendments.  (Sandler) 


130047  is. 
19004$6' 


17. 


30043 


18. 

i  3UJ50 


19. 


20. 

130052 


21. 


Discussion  and  possible  action  to  adopt  the  San  Francisco  Public  Utilities 
Commission  10-Year  Financial  Plan  for  FY  2019-20  through  FY  2028-29. 

(Sandler) 

Retroactively  approve  an  agreement  between  the  City  and  County  of  San 
Francisco  and  the  California  Independent  System  Operator  for  Reliability 
Coordinator  Services;  and  authorize  the  General  Manager  to  seek  retroactive 
approval  from  the  San  Francisco  Board  of  Supervisors.  (Ritchie) 

Authorize  the  General  Manager  to  execute  a  Memorandum  of  Understanding 
between  the  SFPUC  and  the  Convention  Facilities  Department  of  the  City  and 
County  of  San  Francisco  to  install  a  photovoltaic  solar  energy  system  at 
Moscone  West,  747  Howard  Street  and  set  forth  the  terms  and  conditions  under 
which  the  SFPUC  will  provide  electricity  to  the  facility.  This  action  constitutes  the 
Approval  Action  for  the  project  for  the  purposes  of  CEQA,  pursuant  to  Section 
31 .04(h)  of  the  San  Francisco  Administrative  Code.  (Hale) 

Authorize  the  General  Manager  to  request  approval  by  the  Board  of  Supervisors 
to  accept  and  expend  a  grant  award  by  the  State  Water  Resources  Control 
Board  in  the  amount  of  $3,759,822  for  the  planning,  design,  and  construction  of 
the  Baker  Beach  Green  Street  Project.  (Norby) 

Authorize  the  General  Manager  to  negotiate  and  execute  a  Cost  Share 
Agreement  with  Contra  Costa  Water  District,  Zone  7  Water  Agency,  Alameda 
County  Water  District,  Bay  Area  Water  Supply  &  Conservation  Agency,  the  City 
of  Brentwood,  East  Bay  Municipal  Utility  District,  Grassland  Water  District,  San 
Luis  &  Delta-Mendota  Water  Authority,  and  Santa  Clara  Valley  Water  District  for 
funding  costs  of  planning  for  the  potential  expansion  of  the  Los  Vaqueros 
Reservoir.  SFPUC’s  contribution  to  the  Cost  Share  Agreement  is  for  an  amount 
not-to-exceed  $300,000  and  with  a  duration  of  16  months.  (Ritchie) 

Approve  the  selection  of  American  Water  Resources  (AWR);  authorize  the 
General  Manager  to  execute  Agreement  No.  PRO. 0086,  Residential  Water 
Service  and  Sewer  Lateral  Service  Line  Protection  Marketing  Program  with 
AWR,  authorizing  AWR  to  market  a  voluntary  water  service  and  sewer  lateral 
insurance  program  to  SFPUC’s  residential  customers  in  San  Francisco  in 
exchange  for  payment  of  $3.61  per  month  to  the  SFPUC  for  each  enrolled 
customer,  with  a  duration  of  four  years  and  anticipated  revenue  to  SFPUC  of  $1 
million  or  more,  subject  to  approval  by  the  Board  of  Supervisors  under  Charter 
Section  9.1 18(a).  (Norby) 

Other  New  Business  (discussion  only) 


22.  Adjournment 


San  l-rancisco 
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1. 


Call  to  Order 

Vice  President  (VP)  Caen  called  the  meeting  to  order  at  12:08  PM. 

2.  Roll  Call 

Present:  Caen,  Vietor,  and  Moran  and  Kwon 

The  Commission  Secretary  announced  that  Consent  Calendar  item  9f  was 
removed  from  the  agenda. 

3.  Special  Election  of  Officers:  Discussion  and  possible  action  to  elect  a 
Commission  President  and  Vice  President  (VP),  each  to  serve  a  partial  term 

ending  the  first  meeting  of  October  2019. 

Commissioner  Moran  nominated  Commissioner  Caen  as  President. 
Nomination  accepted. 

No  public  comment. 

On  Motion  to  approve  the  nomination  of  Commissioner  Caen  as  President: 
Aye:  Caen,  Vietor,  Moran  and  Kwon 

Commissioner  Kwon  nominated  Commissioner  Vietor  as  VP.  Nomination 
accepted. 

No  public  comment. 

On  Motion  to  approve  the  nomination  of  Commissioner  Vietor  as  VP: 

Aye:  Caen,  Vietor,  Moran  and  Kwon 

4.  Approval  of  the  Minutes  of  February  12,  2019 

No  public  comment. 

On  Motion  to  approve  the  Minutes  of  February  12,  2019: 

Aye:  Caen,  Vietor,  Moran  and  Kwon 

5.  General  Public  Comment 
None. 

6.  Communications 

a)  Advance  Calendar 

b)  Correspondence  Log 

President  Caen  noted  the  letter  that  was  submitted  by  Laborers 
International  Union  of  North  America,  Local  Union  No.  261. 

c)  Contract  Advertisement  Report 

d)  Declaration  of  Emergency:  2019  February  Transmission  Line  Incident 

e)  Annual  Power  Risk  Management  Plan 
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f)  Water  Enterprise  Land  and  Vegetation  Management  Memo 

g)  Water  Supply  Conditions  Update 

No  public  comment 

7.  Other  Commission  Business 

President  Caen  requested  a  security  update  be  scheduled  for  Closed 
Session  at  a  later  date. 

No  public  comment. 

8.  Report  of  the  General  Manager 

a)  CleanPowerSF  Update 

Barbara  Hale,  Assistant  General  Manager  (AGM)  Water,  provided  the 
update:  (1)  Enrollment:  3.3%  opt-out  rate  and  3.8%  SuperGreen 
upgrade  rate.  Next  auto  enrollment  of  approximately  280,000  mostly 
residential  customers  will  begin  in  April.  Enrollment  notices  are  being 
sent.  (2)  PG&E  Rate  Update:  California  Public  Utilities  Commission 
(CPUC)  voted  for  the  alternate  proposal  and  2019  Exit  Fee  and 
Generation  Rate  looks  favorable,  with  the  Exit  Fee  reduced  by  5%>,  on 
average.  PG&E  has  30  days  to  file  rates  with  the  CPUC  (anticipated 
March  23rd). 

AGM  Hale  responded  to  a  question  from  Commissioner  Moran  regarding 
PG&E’s  Exit  Fee  reduction. 

AGM  Hale  responded  to  a  question  from  President  Caen  regarding  the 
April  customer  enrollment. 

No  public  comment 

b)  Auxiliary  Water  Supply  System  (AWSS)  Update 

John  Scarpulla  provided  the  update:  (1)  What  is  the  AWSS;  (2) 
Partnerships;  (3)  Key  Earthquake  Safety  and  Emergency  Response 
(ESER)  projects  under  construction;  (4)  Development  projects;  (5) 
Potential  projects  for  future  funding;  (6)  Westside  Potable  AWSS;  (7) 
Water  sources  for  Westside  Potable  AWSS  (Sunset  Reservoir  and  Lake 
Merced);  and  (8)  Conceptual  alignment  for  a  Westside  Potable  AWSS. 

Mr.  Scarpulla  responded  to  a  question  from  President  Caen  regarding 
AWSS  fire  hydrants  located  in  the  southwest  part  of  the  City. 

No  public  comment 

c)  Report  on  Recent  San  Francisco  Public  Utilities  Commission  Activities, 

Events  and  Announcements 

None. 


0 
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The  Commission  Secretary  re-announced  that  Consent  Calendar  item  9f  was 
removed  from  the  agenda. 


9.  Consent  Calendar: 

a)  Approve  Amendment  No.  2  to  Agreement  No.  PRO.OIOO,  Executive  Search 

Services,  with  Alliance  Resource  Consulting,  LLC,  extending  the  agreement 

duration  by  nine  months  for  a  total  agreement  duration  of  two  years,  to 

continue  providing  executive  level  recruitment  searches  for  the  San 

Francisco  Public  Utilities  Commission,  and  increasing  the  agreement  by 


$80,000  for  a  total  not-to-exceed  agreement  amount  of  $246,000;  and 


authorize  the  General  Manager  to  execute  this  amendment.  (Resolution  19- 

0036) 


b)  Approve  the  selection  of  KW  Engineering,  Inc,,  Enpowered  Solutions,  LLC, 

Enovitv  Inc.,  and  TRC  Energy  Services;  award  Agreement  Nos. 
PRQ.0106A-D,  Professional  Energy  Engineering  Consulting  Services,  to 

provide  assistance  with  energy  efficiency  projects  and  programs;  and 

authorize  the  General  Manager  to  negotiate  and  execute  four  professional 

services  agreements  with  KW  Engineering,  Inc.  (PRQ.0106.A),  Enpowered 

Solutions,  LLC  (PRQ.0106.B),  Enovitv  Inc.  (PRQ.0106.C),  and  TRC  Energy 

Services  (PRQ.0106.D),  each  for  an  amount  not-to-exceed  $3,000,000, 

and  each  with  a  duration  of  five  years.  (Resolution  19-0037) 

c)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WD-2855, 

Turner  Dam  Spillway  and  Pond  F3  East  Erosion  Repair,  in  the  amount  of 

$1,498,010,  with  a  duration  of  210  consecutive  calendar  days,  to  the  lowest, 

qualified,  responsible  and  responsive  bidder,  Sukut  Construction,  LLC,  to 

stabilize  and  repair  eroded  areas  at  the  Turner  Dam  Spillway  and  Pond  F3 

East  sites  in  Alameda  County.  (Resolution  19-0038) 

d)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WW-624, 

Casitas  Avenue  Easement  Sewer  Rehabilitation,  in  the  amount  of  $557,340, 

with  a  duration  of  102  consecutive  calendar  days  to  the  lowest,  qualified, 

responsible,  and  responsive  bidder,  D’Arcv  and  Hartv  Construction.  Inc.,  to 

rehabilitate  the  existing  sewers  along  the  Casitas  Easement  Sewer  within 

San  Francisco.  (Resolution  19-0039) 

e)  Approve  an  increase  of  71  consecutive  calendar  days  to  the  existing  224- 

dav  construction  contract  duration  contingency  for  Contract  No.  WW-633, 

Various  Locations  Sewer  Replacement  No.  2;  and  authorize  the  General 

Manager  to  approve  future  modifications  to  the  contract  duration  for  a  total 

revised  contract  duration  of  up  to  801  consecutive  calendar  days  with  no 

change  to  contract  amount.  (Resolution  19-0040) 

f)  — Approve  the  selection  of  Harty  Pipelines,  Inc.,  and  Precision  Engineering, 

Inc.;  award  Contfact  No.  WW-680R.A  to  Harty  Pipelines,  Inc.,  and  Contract 

No.  WW-680R.B  to  Precision  Engineering,  Inc.,  to  provide  as-needed 

replacement  of  localized  sections  of  sewer  pipelines  at  locations  to  be 

determined  within  the  City  and  County  of  San  Francisco;  and  authorize  the 

General  Manager  to  execute  WW-680R.A  with  Harty  Pipelines,  Inc.,  and 
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WW-680R.B  with  Precision-Engineering,  Inc.,  each  in  an  amount  not-to 

exceed  $2,000,000,  and  each  with  a  duration  of  two  years. 


g)  Approve  the  terms  and  conditions  of,  and  authorize  the  General  Manager  to 

execute,  a  seven-year  revocable  license  to  San  Mateo  County  to  use 

approximately  7,175  square  feet  of  SFPUC  Parcels  2068,  2069,  and  2070  in 

Redwood  City,  California  for  the  construction  and  maintenance  of  a  non¬ 

revenue  generating  public  parking  lot  and  associated  sidewalk 
improvements  for  an  annual  use  fee  of  $10,224.  (Resolution  19-0041) 


h)  Approve  the  terms  and  conditions  of,  and  authorize  the  General  Manager  to 

execute,  a  no-fee,  five-year  revocable  license  to  the  Friends  of  the  Urban 

Forest  for  use  of  approximately  2,500  square  feet  of  Parcel  One  of  Block 

3088,  Lot  018  in  San  Francisco,  California  for  storage  of  up  to  240  fifteen- 

gallon  tree  seedlings  in  movable  container  boxes.  This  action  constitutes  the 

Approval  Action  for  the  project  for  the  purposes  of  CEQA,  pursuant  to 

Section  31 .04(h)  of  the  San  Francisco  Administrative  Code.  (Resolution  19- 
0042) 


No  public  comment. 


On  Motion  to  approve  Consent  Calendar  9a  through  9e  and  9g  through  9h: 
Aye:  Caen,  Vietor,  Moran,  and  Kwon 


10.  Discussion  and  possible  action  to  adopt  a  resolution  regarding  the  San 

Francisco  Public  Utilities  Commission’s  participation  in  negotiations  with  State 

agencies  and  stakeholders  for  a  voluntary  agreement  as  an  alternative  to  the 

amendment  to  the  Water  Quality  Control  Plan  for  the  San  Francisco 
Bav/Sacramento-San  Joaguin  Delta  Estuary  that  the  State  Water  Resources 

Control  Board  adopted  on  December  12,  2018, 


Ellen  Levin,  Deputy  Assistant  General  Manager  (DAGM)  Water,  stated  her 
presentation  was  prepared  prior  to  the  submission  of  the  proposed  alternative 
resolution  and  covers  the  resolution  as  published:  (1)  Review  of  State  Water 
Board  actions  and  direction  to  staff;  (2)  Basic  elements  of  Tuolumne  River 
proposed  15-year  Voluntary  Agreement  (VA)  Draft  Term  Sheet;  (3)  Recent 
activities;  (4)  Summary  of  the  published  resolution. 


Public  Comment 

-  Chris  Schutes,  California  Sportfishing  Protection  Alliance,  requested  a  peer 
review  of  the  Don  Pedro  fish  population  model  and  Tuolumne  River 
Management  Plan  model.  He  asked  that  the  resolution  be  tabled,  and  the 
SFPUC  business  model  be  changed.  He  distributed  additional  comments  in 
writing. 

-  Nicole  Sandkulla,  BAWSCA,  expressed  support  for  the  resolution  included 
with  the  published  packet.  She  discussed  two  items  that  should  be  included 
in  the  proposed  alternative  resolution. 

-  Doug  Obegi,  Natural  Resources  Defense  Council,  stated  the  Voluntary 
Settlement  Agreement  is  inadequate  to  protect  and  restore  the  health  of  the 
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Tuolumne  River.  He  emphasized  the  need  for  peer  review  and  discussed 
diversions. 

-  Konrad  Fisher,  Water  Climate  Trust,  urged  the  Commission  to  protect 
municipal  water  supplies,  salmon  and  endangered  species  recovery,  and  the 
rights  to  sustenance  fishing  and  flow-dependent  cultural  practices. 

-  Denise  Louie,  Center  for  Biological  Diversity,  urged  the  Commission  to  reject 
the  resolution,  the  alternative  plan,  and  to  withdrawal  from  the  lawsuit. 

-  Barry  Nelson,  Golden  Gate  Salmon  Association,  expressed  opposition  to  the 
Voluntary  Settlement  Agreement.  He  distributed  an  ‘Analysis  of  the  Bay- 
Delta  Voluntary  Agreement’’.  He  commented  on  peer  review,  the  need  to 
avoid  delay,  and  double-counting  of  water  and  habitat  in  the  Voluntary 
Settlement  Agreement. 

VP  Vietor  thanked  everyone  for  their  comments.  She  briefly  addressed  the 
proposed  alternative  resolution  and  requested  that  the  item  be  continued  to  the 
March  26th  meeting  to  enable  the  incorporation  of  comments  made  and  to  allow 
for  additional  considerations.  She  indicated  her  proposed  alternative  resolution 
addressed  issues  that  were  omitted  from  the  published  version,  including  the 
lack  of  mention  of  the  condition  of  the  Bay  Delta  and  decline  of  salmon.  She 
noted  the  importance  of  maintaining  the  water  supply  for  all  customers,  of 
meeting  contractual  obligations,  and  the  need  for  balance  between  both.  She 
stated  quick  movement  is  required  for  early  implementation  and  habitat 
restoration  projects,  and  the  pursuit  of  adaptive  management,  monitoring  plans, 
and  specific  outcomes  and  objectives  for  the  health  of  the  river. 

On  Motion  to  continue  item  10  to  the  March  26,  2019  meeting: 

Aye:  Caen,  Vietor,  Moran,  and  Kwon 

Commissioner  Moran  thanked  VP  Vietor  for  her  leadership.  He  noted  the 
proposed  alternative  resolution  is  a  work  in  progress  and  it  has  not  been 
reviewed  by  the  City  Attorney,  which  is  required  as  part  of  the  process.  He 
stated  a  change  in  the  SFPUC  business  model  is  not  needed,  and  indicated  the 
Commission  takes  an  active  role,  when  appropriate.  He  stated  the  resolution  is 
forward-looking  and  focuses  on  dealing  with  the  issues  and  needs  of  all 
involved.  He  stated  it  is  a  tricky  issue  between  Delta  and  Tuolumne  goals  and 
what  the  SFPUC  can  control.  He  noted  the  goal  is  that  the  fish  and  Delta  thrive. 
He  stated  that  the  SFPUC  will  commit  to  what  it  can  control  and  try  to  influence 
decisions  which  it  cannot  control. 

At  the  request  of  President  Caen,  GM  Kelly  outlined  the  approach  going 
forward. 


1 .  Approve  Amendment  No.  3  to  Agreement  No.  CS-246,  Technical  Support 

Services,  with  Utility  System  Efficiencies.  Inc,  for  regulatory  support  services; 

and  authorize  the  General  Manager  to  execute  this  amendment  increasing  the 

agreement  by  $4,000,000,  for  a  total  not-to-exceed  agreement  amount  of 


$9,000,000,  and  with  a  time  extension  of  one  year,  five  months,  and  13  days,  for 


a  total  agreement  duration  of  nine  years,  (Resolution  19-0043) 
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In  response  to  a  question  from  Commissioner  Moran,  DAGM  Levin  stated  this  is 
the  last  amendment. 


No  public  comment. 

On  Motion  to  approve  item  11: 

Aye:  Caen,  Vietor,  Moran,  and  Kwon 

12.  Award  Job  Order  Contract  No.  JOC-5QR2,  Heating,  Ventilation.  Air  Conditioning 

Energy  Efficiency  (C-20  License)  for  San  Francisco.  San  Mateo,  Santa  Clara. 

and  Alameda  Counties  to  the  sole,  responsible  bidder.  ACCO  Engineered 

Systems,  Inc.,  for  a  contract  amount  not-to-exceed  $5,000,000  and  a  contract 

duration  of  two  years.  (Resolution  19-0044) 


No  public  comment. 


On  Motion  to  approve  item  12: 

Aye:  Caen,  Vietor,  Moran,  and  Kwon 

The  Commission  Secretary  called  items  13  and  14  together. 

1 3.  Discussion  and  possible  action  to  adopt  the  San  Francisco  Public  Utilities 

Commission’s  10-Year  Capital  Plan  Update  for  FY  2019-20  to  FY  2028-29. 

(Resolution  19-0045) 


14.  Discussion  and  possible  action  to:  (1)  increase  the  Water  Enterprise  Capital 


Budget  by  $26,071 ,000  for  a  total  budget  of  $232,986,000:  (2)  increase  the 


Hetch  Hetchy  Water  and  Power  FY  2019-20  Capital  Budget  by  $27,922,599  for 


a  total  budget  of  $227,502,264,  including  $75,91 1 ,397  in  Hetch  Hetchv  Capital 


Plan  appropriation  in  FY  2019-20  being  de-appropriated  and  re-appropriated 

with  no  change  to  the  project  budget  total  for  FY  2019-20,  and  de-appropriate 

$15,000.000  in  previously  appropriated  funding  from  the  Power  Enterprise’s 


Streetlight  project;  and  (3)  authorize  the  General  Manager  to  seek  Mayor  and 

Board  of  Supervisors  approval  for  Supplemental  Appropriations  for  the  Water 

Enterprise  in  the  amount  of  $26,071 ,000  and  for  the  Hetch  Hetchv  Water  and 
Power  Enterprise  in  the  amount  of  $27,922,599,  as  well  as  associated  bond 

authorization  amendments.  (Resolution  19-0046) 


Eric  Sandler,  AGM  Business  Services  and  CFO,  began  with  a  review  of 
Commission  action  items  and  a  review  of  the  10-Year  Capital  Plan 
development.  He  continued  with  a  presentation  of  the  following:  (1)  10-Year 
Capital  Plan  Summary:  FY  2019-2029  approved  ($8,623.4M)  and  FY  2020-2029 
proposed  ($8, 150.8M)  (AWSS  consolidated  into  Public  Safety  section  of  the 
citywide  Capital  Plan);  (2)  Proposed  10-Year  Capital  Plan  -  $8.  IB;  (3)  10-Year 
Capital  Plan  summary,  including  project  changes  from  prior  Plan,  if  any,  for 
Water,  AH/SS,  Wastewater,  and  Hetchy;  (4)  FY  2020-29  Water  Enterprise  10- 
Year  Capital  Plan  -  $1.6B  (spending  and  sources);  (5)  FY  2020-29  Wastewater 
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Enterprise  10-Year  Capital  Plan  -  $5.3B  (spending  and  sources);  (6)  FY  2020-29 
Hetchy/Water  and  Power  10-Year  Capital  Plan  -  $1.6B  (spending  and  sources); 
(6)  FY  2020-29  Hetchy/Water  and  Power  10-Year  Capital  Plan  -  $1.6B 
(spending  and  sources),  and  FY  2019-20  capital  budget  amendment;  (7)  FY 
2019-20  Bond  Financing  Authorization  Amendments  for  Water  (+$26.1  M),  and 
Hetchy  Water/Power  (+$27. 9M) 

Commissioner  Kwon  departed  the  meeting  room  at  1:30  PM. 

Public  Comment  item  13  and  14 

-  Nicole  Sandkulla,  BAWSCA,  expressed  support  for  items  13  and  14  and  for 
supply  diversification. 

On  Motion  to  approve  item  13: 

Aye:  Caen,  Vietor,  and  Moran 

On  Motion  to  approve  item  14: 

Aye:  Caen,  Vietor,  and  Moran 

Commissioner  Kwon  returned  to  the  meeting  room  at  1:36  PM. 

1 5.  Discussion  and  possible  action  to  adopt  the  San  Francisco  Public  Utilities 

Commission  10-Year  Financial  Plan  for  FY  2019-20  through  FY  2028-29. 

(Resolution  19-0047) 

CFO  Sandler  outlined  what  is  new  in  the  10-Year  Financial  Plan.  He  reviewed: 
(1)  Key  assumptions  for  Water  Enterprise,  Water  sales  volumes,  and  Water 
Enterprise  projections;  (2)  Key  assumptions  for  Wastewater  Enterprise: 
Wastewater  sales  volumes,  Wastewater  Enterprise  projections,  combined  water 
and  wastewater  retail  rate  changes,  combined  water,  wastewater  average  single 
family  monthly  bill;  and  utility  affordability;  (3)  Key  assumptions  for  Hetch  Hetchy 
Water  and  Power  Enterprise:  Power  Enterprise  sales  volumes,  Hetch  Hetchy 
Water  and  Power  projections,  and  selected  average  power  rates;  Key 
assumptions  for  CleanPowerSF:  CleanPowerSF  sales  volumes,  and 
CleanPowerSF  projections. 

CFO  Sandler  responded  to  a  question  from  VP  Vietor  as  to  the  possibility  of  the 
City  taking  over  PG&E  assets,  and  if  so,  if  would  it  affect  financial  projections. 

No  public  comment. 

On  Motion  to  approve  item  15: 

Aye:  Caen,  Vietor,  Moran,  and  Kwon 

16.  Retroactively  approve  an  agreement  between  the  City  and  County  of  San 

Francisco  and  the  California  Independent  System  Operator  for  Reliability 

Coordinator  Services;  and  authorize  the  General  Manager  to  seek  retroactive 
approval  from  the  San  Francisco  Board  of  Supervisors.  (Resolution  19-0048) 
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No  public  comment. 

On  Motion  to  approve  item  16: 

Aye:  Caen,  Vietor,  Moran,  and  Kwon 

17.  Authorize  the  General  Manager  to  execute  a  Memorandum  of  Understanding 

between  the  SFPUC  and  the  Convention  Facilities  Department  of  the  City  and 

County  of  San  Francisco  to  install  a  photovoltaic  solar  energy  system  at 
Moscone  West,  747  Howard  Street  and  set  forth  the  terms  and  conditions  under 

which  the  SFPUC  will  provide  electricity  to  the  facility.  This  action  constitutes  the 

Approval  Action  for  the  project  for  the  purposes  of  CEQA,  pursuant  to  Section 

31 .04(h)  of  the  San  Francisco  Administrative  Code.  (Resolution  19-0049) 

AGM  Hale  responded  to  a  question  from  Commissioner  Moran  regarding  the 
“Chart  of  Accounts”. 


No  public  comment. 

On  Motion  to  approve  item  17: 

Aye:  Caen,  Vietor,  Moran,  and  Kwon 


18.  Authorize  the  General  Manager  to  request  approval  by  the  Board  of  Supervisors 

to  accept  and  expend  a  grant  award  by  the  State  Water  Resources  Control 

Board  in  the  amount  of  $3,759,822  for  the  planning,  design,  and  construction  of 


the  Baker  Beach  Green  Street  Project.  (Resolution  19-0050) 
No  public  comment. 


On  Motion  to  approve  item  18: 

Aye:  Caen,  Vietor,  Moran,  and  Kwon 


19.  Authorize  the  General  Manager  to  negotiate  and  execute  a  Cost  Share 

Agreement  with  Contra  Costa  Water  District.  Zone  7  Water  Agency,  Alameda 

County  Water  District,  Bay  Area  Water  Supply  &  Conservation  Agency,  the  City 

of  Brentwood.  East  Bay  Municipal  Utility  District.  Grassland  Water  District,  San 

Luis  &  Delta-Mendota  Water  Authority,  and  Santa  Clara  Valiev  Water  District  for 

funding  costs  of  planning  for  the  potential  expansion  of  the  Los  Vagueros 

Reservoir.  SFPUC’s  contribution  to  the  Cost  Share  Agreement  is  for  an  amount 

not-to-exceed  $300,000  and  with  a  duration  of  16  months.  (Resolution  19-0051) 


No  public  comment. 


On  Motion  to  approve  item  19: 

Aye:  Caen,  Vietor,  Moran,  and  Kwon 

20.  Approve  the  selection  of  American  Water  Resources  (AWR);  authorize  the 

General  Manager  to  execute  Agreement  No.  PRO, 0086,  Residential  Water 

Service  and  Sewer  Lateral  Service  Line  Protection  Marketing  Program  with 
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AWR,  authorizing  AWR  to  market  a  voluntary  water  service  and  sewer  lateral 

insurance  program  to  SFPUC’s  residential  customers  in  San  Francisco  in 

exchange  for  payment  of  $3.61  per  month  to  the  SFPUC  for  each  enrolled 


customer,  with  a  duration  of  four  years  and  anticipated  revenue  to  SFPUC  of  $1 

million  or  more,  subject  to  approval  by  the  Board  of  Supervisors  under  Charter 

Section  9.1 18(a).  (Resolution  19-0052) 


Michael  Tran,  Wastewater  Enterprise,  began  the  presentation  with  an  overview 
of  the  Collection  System,  noting  the  estimated  111,500  eligible  program 
accounts.  He  reviewed  the  sewer  service  and  water  service  laterals,  typical 
household  configuration  and  homeowner’s  water  and  sewer  lateral 
responsibilities.  Mr.  Tran  provided  and  contact  overview,  AWR  authorizations, 
program  offerings,  costs,  and  highlights.  He  concluded  with  review  of  the 
contract  timeline  and  next  steps. 


Mr.  Tran  responded  to  a  question  from  VP  Vietor  regarding  homes  that  have 
lateral-to-lateral  situations.  Brief  discussion  ensued. 


Mr.  Tran  responded  to  a  follow-up  question  from  VP  Vietor  regarding  what  the 
insurance  will  cover.  He  noted  that  policy  and  marketing  materials  will  be  clear 
as  to  coverage  and  exclusions. 

Commissioner  Moran  indicated  that  it  needs  to  be  made  clear  that  the  insurance 
is  not  the  product  of  the  SFPUC,  is  voluntary  to  customers  and  that  it  is  their 
choice  to  whether  purchase  the  insurance. 

Greg  Norby,  AGM  Wastewater,  responded  to  a  question  from  Commissioner 
Vietor  regarding  home  point-of-sale  and  coverage.  GM  Kelly  provided  additional 
response.  Brief  discussion  ensued. 

Mr.  Tran  responded  to  a  question  from  Commissioner  Moran  regarding 
coverage  for  multi-unit  buildings. 


No  public  comment. 

On  Motion  to  approve  item  20: 

Aye:  Caen,  Vietor,  Moran,  and  Kwon 

21 .  Other  New  Business 
None. 


22.  Adjournment 

President  Caen  adjourned  the  meeting  at  2:24  PM. 


SFPUC  MINUTES  -  MARCH  12,  2019 


10 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


19-0036 


WHEREAS,  pursuant  to  San  Francisco  Public  Utilities  Commission  (SFPUC)  Resolution 
09-0017,  the  General  Manager  may  award  and  enter  into  non-construction-related  Professional 
Services  Agreements  with  a  not-to-exceed  value  under  $1  million;  and 

WHEREAS,  On  January  18,  2018,  the  General  Manager,  through  a  competitive  process, 
awarded  PR0.0100  Alliance  Resource  Consulting  LLC  in  the  amount  of  $66,000  and  with  a 
term  of  one  year,  to  provide  executive  level  recruitment  services  for  the  SFPUC;  and 

WHEREAS,  Agreement  No.  PR0.0100  was  competitively  procured  as  required  by  San 
Francisco  Administrative  Code  Chapter  21.1  through  a  Request  for  Qualifications  (RFQ  -  DHR 
2016-01)  issued  by  the  Department  of  Human  Resources  on  February  16,  2016,  from  which  the 
Department  selected  Contractor  as  a  qualified  respondent  pursuant  to  the  RFQ;  and 

WHEREAS,  On  August  23,  2018,  staff  issued  Amendment  No.  1,  to  increase  the 
agreement  by  $100,000,  for  a  total  not-to-exceed  amount  of  $166,000,  and  to  extend  the  duration 
by  three  months  to  continue  providing  executive  level  recruitment  services  and 

WHEREAS,  Amendment  No.  2  is  being  requested  to  increase  the  agreement  by  $80,000 
and  to  extend  the  term  of  the  agreement  by  nine  months,  for  a  total  not-to-exceed  amount  of 
$246,000  and  a  total  agreement  duration  of  two  years,  in  order  to  continue  to  provide  executive 
level  recruitment  services  for  the  SFPUC;  and 

WHEREAS,  Pursuant  to  RFQ  #DHR2016-01  issued  by  the  Department  of  Human 
Resources,  there  are  no  local  business  enterprise  (LBE)  subcontracting  goals  for  this  agreement; 
and 

WHEREAS,  Funds  for  this  agreement  are  available  from  Power  Enterprise,  Wastewater 
Enterprise,  and  Water  Enterprise  operating  funds;  now  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  2  to  Agreement 
No.  PR0.0100,  Executive  Search  Services  with  Alliance  Resource  Consulting  LLC,  and 
authorizes  the  General  Manager  of  the  SFPUC  to  execute  this  amendment,  increasing  the  amount 
of  the  agreement  by  $80,000,  for  a  total  not-to-exceed  agreement  amount  of  $246,000,  and  with 
a  duration  extension  of  nine  months,  for  a  total  agreement  duration  of  two  years. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  March  12,  2019. 


Secretary,  Public  Utilities  Commission 


-A  .  J 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0037 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  requires  the 
assistance  of  consultants  possessing  specialized  energy  engineering  expertise  to  assist  the  Power 
Enterprise  in  providing  energy  efficiency  services  to  its  customers  and  furthering  SFPUC’ s  clean 
energy  goals;  and 

WHEREAS,  It  is  necessary  to  procure  the  services  of  qualified  consulting  firms  to 
provide  specialized  energy  engineering  and  program  design  services  to  supplement  SFPUC 
Power  Enterprise  staff;  and 

WHEREAS,  The  estimated  cost  of  services  is  $3,000,000  per  contractor;  and 

WHEREAS,  The  SFPUC  advertised  a  Request  for  Proposals  for  up  to  four  professional 
energy  engineering  consulting  services  on  October  29,  2018;  and 

WHEREAS,  Services  are  anticipated  to  begin  in  April  2019  and  end  in  April  2024,  with 
the  duration  of  each  agreement  being  five  years;  and 

WHEREAS,  SFPUC  staff  and  Contract  Monitoring  Division  (CMD)  review  of  the 
proposals  resulted  in  the  establishment  of  KW  Engineering,  Inc.,  Enpowered  Solutions,  LLC, 
Enovity  Inc.,  and  TRC  Energy  Services  as  the  four  top-scoring,  best  qualified  consulting  firms; 
and 

WHEREAS,  A  CMD  subconsulting  goal  of  2.8%  Minority  Business  Enterprise,  2.0% 
Women’s  Business  Enterprise,  and  2.2%  Other  Business  Enterprise  (OBE)  for  a  total  of  7% 

Local  Business  Enterprise  participation  (of  the  total  value  of  services  to  be  provided)  has  been 
established  for  this  agreement;  and 

WHEREAS,  Failure  to  reach  successful  agreement  on  contract  terms  and  conditions 
within  30  days  of  the  date  of  the  Commission  award  may  result  in  award  of  the  contract  to  the 
next  highest  ranked  proposer,  or  re-advertising  and  re-selecting  consultants  at  the  discretion  of 
the  City;  and 

WHEREAS,  The  firms  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City’s  Administrative  Code  either  at 
the  time  of  the  award,  or  within  two  (2)  weeks  of  the  date  of  the  Commission  award;  failure  of 
the  bidder  to  obtain  compliance  certification  from  CMD  may,  in  the  General  Manager’s  sole 
discretion,  result  in  award  of  the  agreement  to  the  next  highest  ranked  proposer,  or  re-advertising 
and  re-selecting  consultants  at  the  discretion  of  the  City;  and 

WHEREAS,  Funds  for  these  four  agreements  will  be  available  at  the  time  of  award  of  the 
agreements  from  Authority  15375  -  SF  Electrical  Reliability,  Transbay  Project  Funds;  Authority 
15404  -  Hetchy  Cap  &  Trade  Allowances;  Authority  15372,  Project  10014230  -  Energy 
Efficiency  Retail  Customers;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  selection  of,  and  awards  Power 
Enterprise  project-funded  Agreement  PRO.0106.A  to  KW  Engineering,  Inc.,  PRO.0106B  to 
Enpowered  Solutions,  LLC,  PRO. 0106. C  to  Enovity  Inc.,  and  PRO. 0106. D  to  TRC  Energy 
Services,  to  provide  professional  energy  engineering  consulting  services;  and  be  it  further 

RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager  to  negotiate 
and  execute  four  (4)  professional  services  agreements,  PRO.0106A-D,  each  for  an  amount  not- 
to-exceed  $3,000,000  for  a  cumulative  total  amount  of  $12,000,000,  and  each  with  a  duration  of 
five  (5)  years,  or,  in  the  event  negotiations  are  not  successful  or  City  requirements  are  not 
satisfied,  to  negotiate  and  execute  a  professional  services  agreement  with  the  next  highest  ranked 
proposer. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  March  12,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  19-0038 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  advertised  Water 
Enterprise,  Water  System  Improvement  Program  (WSIP)  and  Capital  Improvement  Program 
(CIP)  funded  Contract  No.  WD-2855,  Turner  Dam  Spillway  and  Pond  F3  East  Erosion  Repair, 
on  November  9,  2018;  and 

WHEREAS,  The  Engineer’s  Estimate  is  $2,900,000  for  this  construction  contract  work  to 
stabilize  and  repair  eroded  areas  downslope  of  the  Turner  Dam  Spillway  and  Pond  F3  East  sites; 
and 


WHEREAS,  The  contract  duration  is  210  consecutive  calendar  days;  and 

WHEREAS,  Six  (6)  bids  were  received  and  opened  publicly  on  December  13,  2018;  and 

WHEREAS,  SFPUC  staff  and  Contract  Monitoring  Division  (CMD)  review  of  the  bids 
for  qualifications,  responsibility,  responsiveness  and  application  of  bid  preferences  resulted  in 
the  establishment  of  Sukut  Construction,  LLC  as  the  lowest,  qualified,  responsible,  and 
responsive  bidder;  and 

WHEREAS,  The  CMD  established  a  Local  Business  Enterprise  (LBE)  subcontracting 
requirement  of  20%  for  this  contract,  and  the  contractor  committed  to  a  LBE  participation  of 
22.62%  with  its  bid  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City’s  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUW2740400/CUWSVI0101,  San 
Antonio  Dam  and  Reservoir/WSIP  Closeout  -  Sunol  Valley  Region;  and 

WHEREAS,  On  July  31,  2017  the  Planning  Department  determined  that  emergency 
repairs  at  the  Turner  Dam  Spillway  are  statutorily  exempt  form  the  California  Environmental 
Quality  Act  (CEQA)  Guidelines  under  Section  15269  a,  b.  and  c;  and 

WHEREAS,  On  September  25,  2012  this  Commission,  by  Resolution  12-0174,  adopted 
the  Final  Environmental  Impact  Report  (FEIR)  for  the  San  Antonio  Backup  Pipeline  Project, 
which  was  certified  by  the  Planning  Commission  on  September  20,  2012,  and  the  Mitigation  and 
Monitoring  Reporting  Program  (MMRP)  and  approved  the  Project.  On  May  3,  2017  the  Planning 
Department  reviewed  the  proposed  repairs  at  Pond  F3-East  and  determined  that  these  repairs 
would  not  result  in  any  substantive  environmental  impacts  that  were  not  analyzed  in  the  FEIR  for 
the  project;  now  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  Water  Enterprise,  WSEP  and  CIP-  funded  Contract  No.  WD-2855,  Turner  Dam  Spillway 
and  Pond  F3  East  Erosion  Repair,  in  the  amount  of  $1,498,010,  with  a  contract  duration  of  210 
consecutive  calendar  days,  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  Sukut 
Construction,  LLC. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  March  12,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


19-0039 


WHEREAS,  Wastewater  Enterprise  (WWE),  Renewal  and  Replacement  (R&R) 
Program-funded  Contract  No.  WW-624,  Casitas  Avenue  Easement  Sewer  Rehabilitation,  was 
advertised  on  December  21,  2018;  and 

WHEREAS,  The  Engineer’s  Estimate  is  $620,000  for  this  construction  contract  work  to 
rehabilitate  the  existing  sewers  along  the  Casitas  Easement  Sewer  within  San  Francisco;  and 

WHEREAS,  The  contract  duration  is  102  consecutive  calendar  days;  and 

WHEREAS,  Three  (3)  bids  were  received  and  opened  publicly  on  January  17,  2019;  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  and  Contract 
Monitoring  Division  (CMD)  review  of  the  bids  for  qualifications,  responsibility,  responsiveness, 
and  application  of  bid  preferences  resulted  in  the  establishment  of  D'Arcy  and  Harty 
Construction,  Inc.  as  the  lowest,  qualified,  responsible,  and  responsive  bidder;  and 

WHEREAS,  The  CMD  established  a  Local  Business  Enterprise  (LBE)  participation 
subcontracting  requirement  of  10%  for  this  contract,  and  the  contract  submitted  to  a  LBE 
participation  of  10.4%  with  its  bid  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City’s  Administrative  Code  either  at 
the  time  of  the  award,  or  within  two  (2)  weeks  of  the  date  of  the  Commission  award;  failure  of 
the  bidder  to  obtain  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to 
the  next  lowest,  responsible,  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion 
of  the  City;  and 

WHEREAS,  Funds  are  available  from  Project  No.  10030786,  Casitas  Avenue  Easement 
Sewer  Rehabilitation;  and 

WHEREAS,  This  Contract  does  not  constitute  a  project  under  the  California 
Environmental  Quality  Act  (CEQA)  Guidelines  under  Section  15378  because  there  would  be  no 
physical  change  in  the  environment;  now,  therefore,  be  it: 

RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  WWE,  R&R  Program-funded  Contract  No.  WW-624,  Casitas  Avenue  Easement  Sewer 
Rehabilitation,  in  the  amount  of  $557,340,  with  a  contract  duration  of  102  consecutive  calendar 
days,  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  D'Arcy  and  Harty  Construction, 
Inc. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  March  12,  20 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0040 


WHEREAS,  On  February  28,  2017,  per  Resolution  No.  17-0036,  this  Commission 
approved  the  award  of  Wastewater  Enterprise  (WWE),  Renewal  and  Replacement  (R&R) 
Program  and  San  Francisco  Public  Works  (SFPW)  Pavement  Renovation  and  Curb  Ramp 
Programs-funded  Contract  No.  WW-633,  Various  Locations  Sewer  Replacement  No.  2,  to  Shaw 
Pipeline,  Inc;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  set  for  May  1,  2017; 
and 

WHEREAS,  The  original  contract  amount  was  for  $6,704,098  and  the  original  contract 
duration  was  460  consecutive  calendar  days;  and 

WHEREAS  Section  6.22(h)  of  the  Administrative  Code  requires  that  any  cumulative 
increase  in  contract  cost  or  duration  in  excess  of  10%  of  the  original  contract  cost  or  duration  be 
approved  by  the  Commission;  and 

WHEREAS,  On  June  12,  2018,  per  Resolution  No.  18-0097,  this  Commission  approved 
an  increase  in  the  construction  duration  contingency  in  the  amount  of  134  consecutive  calendar 
days  to  provide  additional  time  needed  to  procure  materials  related  to  the  relocation  of  an 
Auxiliary  Water  Supply  System  (AWSS)  lateral  crossing  the  sewer  trench  near  the  intersection 
of  Beach  Street  and  Divisadero  Street,  thereby  increasing  the  total  contract  duration  limit  to  640 
consecutive  calendar  days,  with  no  change  in  contract  amount;  and 

WHEREAS,  On  January  22,  2019,  per  Resolution  No.  19-0009,  this  Commission 
approved  an  increase  in  the  construction  duration  contingency  in  the  amount  of  90  consecutive 
calendar  days  for  additional  time  needed  by  the  foundry  to  complete  the  fabrication  of  the  AWSS 
pipe  fittings  required  for  the  relocation  of  an  AWSS  lateral  crossing  the  sewer  trench,  thereby 
increasing  the  total  contract  duration  limit  to  730  consecutive  calendar  days,  with  no  change  to 
the  contract  amount;  and 

WHEREAS,  An  additional  increase  to  the  contract  duration  contingency  in  the  amount  of 
7 1  consecutive  calendar  days  is  requested  for  additional  time  to  complete  the  relocation  of  an 
AWSS  lateral  crossing  the  sewer  trench  and  sewer  installation  work  on  Beach  Street  from 
Broderick  Street  to  Divisadero  Street;  and 

WHEREAS,  The  Contract  Monitoring  Division  established  a  Local  Business  Enterprise 
(LBE)  subcontracting  requirement  of  20%  for  this  construction  contract,  and  the  contractor 
committed  to  a  LBE  subcontracting  participation  of  20.45%  with  its  bid  submittal,  and  this 
remains  unchanged;  and 

WHEREAS,  Funds  are  available  from  San  Francisco  Public  Utilities  Commission  WWE 
R&R  Project  No.  10015674  Various  Locations  Sewer  Replacement  No.  2,  SFPW  Project  No. 
10030362  Various  Locations  Curb  Ramps  and  SFPW  Project  No.  10031011  Various  Locations 
Pavement  Renovation;  now  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  an  increase  to  the  contract  duration 
contingency  in  the  amount  of  71  consecutive  days  for  WWE,  R&R  Program  and  SFPW 
Pavement  Renovation  and  Curb  Ramp  Programs-funded  Contract  No.  WW-633,  Various 
Locations  Sewer  Replacement  No.  2;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager 
or  his  designee,  to  consider  and,  if  appropriate,  approve  future  modifications  to  the  contract 
duration  for  a  total  contract  duration  of  up  to  801  consecutive  calendar  days,  with  no  change  in 
the  contract  amount. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  March  12,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0041 


WHEREAS,  The  City  and  County  of  San  Francisco  (City)  owns  certain  real  property 
under  the  jurisdiction  of  the  San  Francisco  Public  Utilities  Commission  (SFPUC)  designated  as 
SFPUC  Parcel  Nos.  2068,  2069,  and  2070,  located  adjacent  to  341  Berkshire  Avenue  in 
Redwood  City,  California  (License  Area);  and 

WHEREAS,  The  SFPUC  currently  operates  and  maintains  three  subsurface  water 
transmission  pipelines  under  the  License  Area;  and 

WHEREAS,  San  Mateo  County  (Licensee)  proposes  to  use  the  surface  of  the  License 
Area  pursuant  to  a  seven-year  license  (License)  from  the  City  at  an  annual  use  fee  of  $10,224 
that  would  allow  San  Mateo  County  to  construct  and  maintain  a  parking  lot  that  is  free  and  open 
to  the  public  (Parking  Lot)  with  16  parking  stalls  and  sidewalk  improvements  (Improvements)  to 
serve  the  local  community’s  need  for  additional  parking;  and 

WHEREAS,  The  re-paved  surface  of  the  Parking  Lot  will  help  to  protect  the  SFPUC’ s 
subsurface  water  transmission  pipelines  at  no  cost  to  the  SFPUC  and  there  will  be  no  parking 
meters  on  the  License  Area;  and 

WHEREAS,  The  $10,224  use  fee  reflects  the  fair  market  value  of  the  License  Area  over 
a  seven-year  term,  including  four  percent  annual  escalations  per  year,  minus  a  credit  provided  to 
Licensee  for  Licensee’s  cost  of  constructing  the  Improvements  ($272,079),  which  are  permament 
improvements  to  the  area  which  serve  to  protect  SFPUC’ s  subsurface  assets;  and 

WHEREAS,  The  SFPUC  desires  to  enter  into  the  License;  and 

WHEREAS,  On  February  23,  2017  the  San  Mateo  County  Planning  and  Building 
Department  determined  that  the  proposed  project  is  categorically  exempt  from  the  California 
Environmental  Quality  Act  (CEQA)  under  Public  Resources  Code  Section  21152(b)  and  CEQA 
Guidelines  Section  15311,  Class  11,  Accessory  Structures:];  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  ratifies,  approves,  and  authorizes  all  actions 
heretofore  taken  by  any  City  official  in  connection  with  this  License;  and,  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  approves  the  terms  and 
conditions  of  this  License;  and,  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  and  directs  the 
SFPUC  General  Manager  to  execute  the  License;  and,  be  it 


FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  SFPUC  General 
Manager  to  enter  into  any  amendments  or  modifications  to  this  License,  including  without 
limitation,  the  exhibits,  that  the  General  Manager  determines,  in  consultation  with  the  City 
Attorney,  are  in  the  best  interest  of  the  City;  do  not  materially  increase  the  obligations  or 
liabilities  of  the  City;  are  necessary  or  advisable  to  effectuate  the  purposes  and  intent  of  the 
License  or  this  resolution;  and  are  in  compliance  with  all  applicable  laws,  including  the  City 
Charter. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  March  12,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  19-0042 


WHEREAS,  The  City  and  County  of  San  Francisco  (City)  owns  certain  real  property 
presently  under  the  jurisdiction  of  the  San  Francisco  Public  Utilities  Commission  (SFPUC)  at 
Parcel  No.  I  of  Block  3088,  Lot  018  in  San  Francisco  (Property)  which  is  currently  vacant  and 
has  an  unpaved  surface;  and 

WHEREAS,  The  Friends  of  the  Urban  Forest  (Licensee)  is  a  non-profit  organization, 
committed  to  revitalizing  the  City’s  urban  forest,  building  the  community,  and  taking  a  local 
leadership  role  in  mitigating  global  environmental  problems  through  the  act  of  planting  trees; 
and 


WHEREAS,  Licensee  employs  an  average  of  21  part-time  employees  and  22  full-time 
employees  who  are  provided  full  medical,  dental,  and  vision  coverage,  and  paid  leave.  Licensee 
plays  an  important  role  in  workforce  development  by  providing  entry-level  opportunities  for 
valuable  work  experience  enabling  workers  to  qualify  for  high-paying  jobs  in  City  agencies  and 
other  public  agencies;  and 

WHEREAS,  In  2014,  by  Resolution  No.  14-0091,  this  Commission  awarded  a  grant  to 
Licensee  to  implement  the  Sidewalk  Garden  Project,  a  project  designed  to  educate  private 
property  owners  about  the  SFPUC’ s  combined  sewer  system  and  to  work  with  residents  to 
remove  impervious  concrete  and  create  sidewalk  gardens  to  allow  rainwater  to  be  absorbed  into 
the  ground;  and 

WHEREAS,  Licensee  desires  to  obtain  a  no-fee,  five-year  revocable  license  (License)  to 
store  up  to  240  fifteen-gallon  tree  seedlings  in  movable  container  boxes  on  the  Property  for 
subsequent  planting  along  City  streets  and  sidewalks  and  in  school  yards;  and 

WHEREAS,  The  proposed  License  will  benefit  the  SFPUC’ s  stormwater  management 
goals  because  the  trees  stored  on  the  License  Area  when  planted  will  reduce  stormwater  runoff, 
reduce  the  SFPUC’ s  operational  costs  to  maintain  and  clean  such  stormwater  run-off,  generate 
cleaner  water  for  the  SFPUC’ s  combined  sewer  system,  and  recharge  the  City’s  underground 
aquifer,  and  the  Property  currently  is  vacant  and  has  an  unpaved  surface;  and 

WHEREAS,  The  SFPUC  desires  to  enter  into  the  License;  and 

WHEREAS,  The  SFPUC  adopted  the  2015  Real  Estate  Guidelines  on  January  30,  2015, 
which  provide  that  the  SFPUC  may  issue  a  revocable  license  with  no  use  fee  to  a  nonprofit 
organization  with  a  charitable  purpose  if  the  license  benefits  the  SFPUC’ s  primary  utility 
purpose;  and 

WHEREAS,  Licensee  is  a  nonprofit  organization  with  a  charitable  purpose  under 
Section  5.3.2  of  the  2015  Real  Estate  Guidelines;  and 

WHEREAS,  The  proposed  License  will  benefit  the  SFPUC’s  primary  utility  purposes  by 
eliminating  SFPUC  maintenance  costs  for  the  Property  and  benefiting  the  SFPUC’s  stormwater 
goals  as  stated  above;  and 


WHEREAS,  On  September  12,  2018  the  Planning  Department  determined  that  this 
project  is  categorically  exempt  from  the  California  Environmental  Quality  Act  (CEQA) 
Guidelines  under  Section  15303,  Class  3,  New  Construction  or  Conversion  of  Small  Structures; 
now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  ratifies,  approves,  and  authorizes  all  actions 
heretofore  taken  by  any  City  official  in  connection  with  this  License;  and,  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  approves  the  terms  and 
conditions  of  this  License;  and,  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  and  directs  the 
SFPUC  General  Manager  to  execute  the  License;  and,  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  SFPUC  General 
Manager  to  enter  into  any  amendments  or  modifications  to  this  License,  including  without 
limitation,  the  exhibits,  that  the  General  Manager  determines,  in  consultation  with  the  City 
Attorney,  are  in  the  best  interest  of  the  City;  do  not  materially  increase  the  obligations  or 
liabilities  of  tb  City;  are  necessary  or  advisable  to  effectuate  the  purposes  and  intent  of  the 
Licer  or  th  resolution;  and  are  in  compliance  with  all  applicable  laws,  including  the  Ci 
Charter. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  March  12,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


19-0043 


WHEREAS,  On  December  11,  2012,  by  Resolution  12-0229,  this  Commission  awarded 
Agreement  No.  CS-246,  Technical  Support  Services,  and  authorized  the  General  Manager  of  the 
San  Francisco  Public  Utilities  Commission  (SFPUC)  to  negotiate  and  execute  a  professional 
services  agreement  with  Utility  System  Efficiencies,  Inc.  (USE)  in  the  amount  of  $2,000,000  and 
with  a  term  of  four  years,  six  months,  18  days,  concluding  on  June  30,  2017;  and 

WHEREAS,  This  Commission  approved  Amendment  No.  1  by  Resolution  16-0157  to 
extend  the  agreement  term  by  one  year,  to  June  30,  2018,  in  order  to  ensure  the  availability  of 
USE  consulting  support  during  Hetch  Hetchy  Water  and  Power’s  (HHWP's)  next  Western 
Electricity  Coordinating  Council  (WECC)  Compliance  Audit;  and 

WHEREAS,  This  Commission  approved  Amendment  No.  2  by  Resolution  17-0119  to 
increase  the  not-to-exceed  agreement  amount  by  $3,000,000  and  to  extend  the  agreement  term 
by  two  years  to  June  30,  2020,  for  a  total  not-to-exceed  agreement  amount  of  $5,000,000  and  a 
total  not-to-exceed  agreement  duration  of  seven  years,  six  months,  and  18  days;  and 

WHEREAS,  Amendment  No.  3  is  being  requested  to  increase  the  not-to-exceed 
agreement  amount  by  $4,000,000  and  to  extend  the  agreement  term  by  one  year,  five  months, 
and  13  days,  to  December  1 1,  2021,  for  a  total  not-to-exceed  agreement  amount  of  $9,000,000 
and  a  total  not-to-exceed  agreement  duration  of  nine  years;  and 

WHEREAS,  Pursuant  to  Chapter  14B.8  of  the  San  Francisco  Administrative  Code,  the 
San  Francisco  Contract  Monitoring  Division  has  waived  the  Local  Business  Enterprise 
subcontracting  requirement  for  this  agreement;  and 

WHEREAS,  Funds  for  this  agreement  will  be  available  from  current  and  future 
appropriations  to  HHWP  programmatic  project  PUH504  WECC/NERC  Compliance;  now, 
therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  3  to  project- 
funded  Agreement  No.  CS-246,  Technical  Support  Services,  with  USE  and  authorizes  the 
General  Manager  of  the  SFPUC  to  execute  this  amendment,  increasing  the  agreement  amount  by 
$4,000,000,  for  a  total  not-to-exceed  agreement  amount  of  $9,000,000,  and  with  a  time  extension 
of  one  year,  five  months,  and  13  days,  for  a  total  agreement  duration  of  nine  years. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  March  12,  2019. 


Secretary,  Public  Utilities  Commission 


V, 


l\ 


... 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  19-0044 

WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  advertised  Job 
Order  Contract  (JOC)  No.  JOC-50R2,  Heating,  Ventilation,  Air  Conditioning  (HVAC)  Energy 
Efficiency  (C-20  License)  for  San  Francisco,  San  Mateo,  Santa  Clara  and  Alameda  Counties,  on 
September  27,  2018;  and 

WHEREAS,  The  not-to-exceed  contract  amount  is  $5,000,000  with  a  guaranteed  minimum 
amount  of  $50,000  for  this  construction  contract  to  accomplish  HVAC  Energy  Efficiency 
construction  work  for  all  SFPUC  enteiprises,  operations,  and  bureaus;  and 

WHEREAS,  The  contract  duration  is  two  (2)  years;  and 

-v  A  j v 

WHEREAS,  This  contract  does  not  fall  within  the  definition  of  a  project  under  California 
Environmental  Quality  Act  (CEQA)  Guidelines  Section  15378(b)(4)  and  no  task  order  will  be 
issued  for  construction  under  this  contract  until  the  appropriate  CEQA  document  is  prepared, 
reviewed  and  considered  prior  to  task  order  release;  and 

WHEREAS,  The  work  under  this  JOC  has  been  competitively  bid  and  basis  of  selecting  a 
contractor  is  the  sole,  responsible,  responsive  bidder  for  the  work  under  these  subsequent  Task 
Orders;  and 

WHEREAS,  One  (1)  bid  was  received  and  opened  publicly  on  October  18,  2018;  and 

WHEREAS,  The  Award  Criteria  Figure  from  ACCO  Engineered  Systems,  Inc.  was 
1.3584;  and 

WHEREAS,  Contract  Monitoring  Division  (CMD)  established  a  Local  Business  Enterprise 
(LBE)  subcontracting  requirement  of  8%  for  this  contract,  and  the  contractor  committed  to  meeting 
a  LBE  subcontracting  participation  of  10%;  and 

WHEREAS,  SFPUC  staff  review  of  the  bidder’s  qualifications  determined  that  ACCO 
has  met  the  minimum  qualifications;  and 


WHEREAS,  SFPUC  staff  conducted  analysis  of  outreach  and  a  review  of  contract 
requirements  to  determine  whether  modifications  to  either  would  likely  result  in  additional 
responsive  bids  if  the  contract  were  to  be  bid  for  a  fourth  time;  and 

WHEREAS,  The  General  Manager  determined  that  the  SFPUC  likely  will  not  benefit 
from  modification,  re-advertising,  or  re-bidding  of  the  contract;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance  with 
the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City’s  Administrative  Code  either  at  the  time 
of  the  award,  or  within  two  (2)  weeks  of  the  date  of  the  Commission  award;  failure  of  the  bidder 
to  obtain  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the  next 
lowest,  responsible,  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of  the 
City;  and 


WHEREAS,  Funds  will  be  available  from  various  SFPUC  Enterprise  Funds  when  Task 
Orders  are  issued;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  awards  Job  Order  Contract  No.  JOC-50R2, 
HVAC  Energy  Efficiency  (C-20  License)  for  San  Francisco,  San  Mateo,  Santa  Clara  and  Alameda 
Counties,  for  work  to  be  performed  under  future  Task  Orders,  which  will  identify  the  scope  of 
work,  cost,  and  duration  of  various  discrete  construction  activities,  for  a  not-to-exceed  amount  of 
$5,000,000  with  a  minimum  guaranteed  amount  of  $50,000,  and  a  duration  of  two  years,  to  the 
sole  qualified  bidder,  responsible,  and  responsive  bidder,  ACCO  Engineered  Systems,  Inc. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  March  12,  2019. 


Secretary ,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


19-0045 


WHEREAS,  City  Charter  Section  8B.123  requires  the  San  Francisco  Public  Utilities 
Commission  to  annually  hold  public  hearings  to  review,  update,  and  adopt  a  long-term  Capital 
Plan  covering  projects  during  the  next  10-year  period,  including  cost  estimates  and  schedules; 
and 

WHEREAS,  San  Francisco  Administrative  Code  Section  3.20requires  that,  by  March 
1st  of  each  odd-numbered  year,  the  City  Administrator  shall  submit  to  the  Mayor  and  Board  of 
Supervisors  a  ten-year  capital  expenditure  plan;  and 

WHEREAS,  At  the  March  12,  2019,  regularly  scheduled  Commission  meeting, 
SFPUC  Finance  Division  staff  presented  the  proposed  10-Year  Capital  Plan  for  FY  2019-20  to 
FY  2028-29,  a  copy  of  which  is  attached  to  this  resolution,  with  a  total  budget  of  $8.15  billion; 
and 

WHEREAS,  The  Commission’s  approved  10-Year  Capital  Plan  for  FY  2019-20  to  FY 
2028-29  will  be  submitted  to  the  City  Administrator,  Mayor,  and  Board  of  Supervisors;  now, 
therefore  be  it 

RESOLVED,  The  attached  San  Francisco  Public  Utilities  Commission  FY  2019-20  to 
FY  2028-29  10-Year  Capital  Plan  totaling  $8.15  billion  is  hereby  adopted. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  March  12,  2019. 


Secretary,  Public  Utilities  Commission 


■ 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  _ 19-0046 

WHEREAS,  On  February  13,  2018,  the  San  Francisco  Public  Utilities  Commission 
(SFPUC)  approved  the  FY  2018-19  and  FY  2019-20  Capital  Improvement  Budget  through 
Resolution  No.  18-0024  for  the  Water  Enterprise,  Wastewater  Enterprise,  and  Hetch  Hetchy 
Water  and  Power,  including  the  Power  Enterprise;  and 

WHEREAS,  On  June  12,  2018,  the  San  Francisco  Board  of  Supervisor  approved  the 
FY  2019-20  Water  Enterprise  Capital  Budget,  Ordinance  140-18  for  $206,915,00,  and  the 
Hetch  Hetchy  Water  and  Power  Capital  Budget,  Ordinance  139-18  for  $199,579,665;  and 

WHEREAS,  The  SFPUC  General  Manager  recommends  that  the  SFPUC  request  a 
supplemental  appropriation  to  the  approved  FY  2019-20  Capital  Improvement  Budget  for  the 
Water  Enterprise  and  Hetch  Hetchy  Water  and  Power  Enterprise  including  the  Power 
Enterprise,  and  a  de-obligation  of  $15  million  in  FY  2018-19  to  Power  Enterprise’s 
Streetlight  project;  and 

WHEREAS,  The  Water  Enterprise  Capital  Budget  for  FY  2019-20  will  be  increased 
by  $26,071,000  to  a  total  of  $232,986,000  to  fund  Regional  and  Local  water  diversification 
projects  and  associated  financing  costs;  and 

WHEREAS,  The  Hetchy  Water  and  Power  Enterprise  budget  for  FY  2019-20  will  be 
increased  by  $27,922,599  to  a  total  of  $227,502,264  to  expedite  work  on  the  Bay  Corridor 
Transmission/Distribution  Project  and  associated  financing  costs;  and 

WHEREAS,  $75,911,397  of  the  Hetch  Hetchy  Capital  Plan  appropriation  for  FY 
2019-20  is  being  de-appropriated  and  re-appropriated  with  no  change  to  the  project  budget 
total  for  FY  2019-20;  and 

WHEREAS,  The  Power  Enterprise  is  de-appropriating  $15,000,000  for  FY  2018-19 
in  previously  appropriated  project  funds  from  the  Streetlight  Project  to  assist  in  funding  the 
Bay  Corridor  Project  and  increase  reserves;  and 

WHEREAS,  Funding  is  available  from  Water  Enterprise  Revenue  Bonds  (Regional) 
in  the  amount  of  $20,571,000,  Water  Enterprise  Revenue  Funds  (Local)  in  the  amount  of 
$5,500,000,  Power  Enterprise  Power  Revenue  Bonds  in  the  amount  of  $25,745,570,  and 
Water  Revenue  Bonds  issued  for  Hetch  Hetchy  Project  in  the  amount  of  $2,177,029;  and 

WHEREAS,  This  action  does  not  constitute  a  project  under  California  Environmental 
Quality  Act  (CEQA)  Guidelines  Section  15378  because  there  would  be  no  physical  change  in 
the  environment.  Environmental  review  under  CEQA  would  be  completed  prior  to  any 
subsequent  action  by  this  Commission  to  approve  a  project  or  award  of  any  construction 
contract;  now  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  adopts  the  proposed  amendments  to  the 
FY  2019-20  Water  Enterprise  and  Hetch  Hetchy  Water  and  Power  including  the  Power 
Enterprise  Capital  Project  budgets,  and  authorizes  the  General  Manager  to  request  the  Mayor 
to  recommend  to  the  Board  of  Supervisors  a  supplemental  appropriation,  including  financing 
costs,  in  the  amount  of  $26,071,000  for  the  Water  Enterprise  and  $27,922,599  for  Hetchy 
Water  and  Power  Enterprise,  including  the  de-appropriation  and  re-appropriation  of 
$75,911,397  in  the  FY  2019-20  Hetch  Hetchy  Water  &  Power  approved  project  budget  and 
the  de-obligation  of  $15,000,000  in  the  Power  Enterprise’s  Streetlight  Project;  and  be  it 

FURTHER  RESOLVED,  That  the  General  Manager  of  the  SFPUC  is  authorized  to 
make  further  technical  adjustments  to  these  approved  amounts  as  may  be  necessary,  or  upon 
further  direction  from  the  Commission;  and  be  it 

FURTHER  RESOLVED,  The  General  Manager  is  hereby  authorized  and  directed  to 
submit  to  the  Board  of  Supervisors,  proposed  ordinances  authorizing  the  issuance  of  not  to 
exceed  $35,084,529  aggregate  principal  amount  of  Water  Revenue  Bonds  and  other  forms  of 
indebtedness,  including  commercial  paper  and  State  Revolving  Fund  (SRF)  loans,  and 
$44,970,469  aggregate  principal  amount  of  Power  Revenue  Bonds  and  other  forms  of 
indebtedness,  including  commercial  paper  and  loans,  subject  to  the  terms  of  Charter  Sections 
9.107(6)  and  9.107(8).  The  General  Manager  shall  return  to  this  Commission  and  the  Board 
of  Supervisors  for  a  subsequent  discretionary  approval  of  any  disclosure  and  security 
documents  prepared  in  connection  with  the  issuance  of  such  Bonds  and  other  forms  of 
indebtedness  to  finance  these  capital  improvement  program  projects. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  March  12,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  19-0047 


WHEREAS,  The  General  Manager  of  the  San  Francisco  Public  Utilities  Commission 
(SFPUC)  and  staff  presented  to  the  Commission  at  a  public  hearing  held  on  March  12,  2019,  the 
proposed  SFPUC  10-Year  Financial  Plan  for  the  period  FY  2019-20  through  FY  2028-29  for  the 
Water  Enterprise,  Wastewater  Enterprise,  Hetch  Hetchy  Water  and  Power  including  the  Power 
Enterprise,  and  CleanPowerSF  (10-Year  Financial  Plan),  a  copy  of  which  is  attached  hereto  and 
is  on  file  with  the  Commission  Secretary;  and 

WHEREAS,  It  is  recommended  that  governmental  entities  maintain  a  multi-year 
financial  plan  to  forecast  future  fiscal  operations  and  revenue  requirements  for  their  customers 
and  stakeholders;  and 

WHEREAS,  It  is  further  recommended  that  future  year  revenue  requirement  impacts  be 
considered  when  making  budgetary  decisions;  and 

WHEREAS,  The  10-Year  Financial  Plan  is  mandated  by  City  Charter  Section  8B.123 
and  is  updated  annually  as  a  part  of  the  budget  process;  and 

WHEREAS,  The  10-Year  Financial  Plan  will  also  be  used  to  meet  the  City  Charter 
Section  9.119  requirement  for  a  5-Year  Financial  Plan  for  non-general  fund  departments;  now, 
therefore,  be  it 

RESOUVED,  That  this  Commission  adopts  the  San  Francisco  Public  Utilities 
Commission  10-Year  Financial  Plan  for  FY  2019-20  through  FY  2028-29  for  the  Water 
Enterprise,  Wastewater  Enterprise,  Hetch  Hetchy  Water  and  Power  including  the  Power 
Enterprise,  and  CleanPowerSF. 

I  hereby  certify  that  the  foregoing  was  adopted  by  the  Public  Utilities  Commission  at  its  meeting 
of  March  12,  2019. 


Secretary,  Public  Utilities  Commission 


/ 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  19-0048 


WHEREAS,  The  North  American  Electric  Reliability  Corporation  (NERC)  requires  all 
registered  Transmission  Operators  (TOP)  to  perform  a  real-time  assessment  of  their  transmission 
system.  As  a  registered  TOP,  this  requirement  applies  to  Hetch  Hetchy  Water  and  Power 
(HHWP);  and 


WHEREAS,  Peak  Reliability  developed  a  Hosted  Advanced  Application  (HAA)  to  assist 
TOPs  in  performing  the  real-time  assessments  required  by  NERC.  The  San  Francisco  Public 
Utilities  Commission  (SFPUC)  entered  into  Agreement  No.  CS-1084  with  Peak  Reliability 
(“Peak  Agreement”)  to  fulfill  NERC’s  requirements;  and 

WHEREAS,  In  July  of  2018,  Peak  Reliability  announced  that  it  would  cease  operations 
as  of  the  end  of  2019;  and 

WHEREAS,  In  August  2018,  the  CAISO  filed  for  Federal  Energy  Regulatory 
Commission  (FERC)  approval  of  amendments  to  its  tariff  to  allow  CAISO  to  provide  Reliability 
Coordinator  (RC)  services  similar  to  those  provided  to  HHWP  under  the  Peak  Agreement. 
CAISO’s  tariff  amendments  included  a  pro  forma  Reliability  Coordinator  Services  Agreement 
(RCSA),  which  FERC  approved  on  November  14,  2018,  with  an  effective  date  of  November  15, 
2018; and 

WHEREAS,  Once  Peak  Reliability  completes  winding  down,  CAISO  will  be  the  only 
entity  in  California  certified  by  NERC  to  provide  the  RC  services  required  under  the  Standard. 
CAISO  set  forth  a  strict  schedule  for  transitioning  TOPs  to  its  RC  services,  requiring  TOPs  to 
execute  an  RCSA  with  CAISO  on  a  compressed  timeline;  and 

WHEREAS,  The  Western  Electricity  Coordinating  Council  (WECC),  which  enforces 
NERC  standards  in  the  Western  region,  has  authority  to  impose  substantial  monetary  penalties 
on  TOPs  for  failure  to  perform  the  real-time  analyses  required  by  the  standards;  and 

WHEREAS,  The  estimated  cost  of  services  is  $150,000  per  year;  funds  are  available 
from  Hetch  Hetchy  Water  and  Power  Operating  and  Programmatic  budgets;  and 

WHEREAS,  The  General  Manager  executed  the  RCSA  on  January  7,  2019;  now, 
therefore,  be  it 


RESOLVED,  That  the  Commission  retroactively  approves  the  Agreement  between  the 
City  and  County  of  San  Francisco  and  the  California  Independent  System  Operator  for 
Reliability  Coordinator  Services  and  authorizes  the  General  Manager  of  the  San  Francisco  Public 
Utilities  Commission  to  seek  retroactive  approval  from  the  San  Francisco  Board  of  Supervisors. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  March  12,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


19-0049 


WHEREAS,  The  Memorandum  of  Understanding  (MOU)  between  the  San  Francisco 
Public  Utilities  Commission  and  the  Convention  Facilities  Department  of  the  City  and  County  of 
San  Francisco  (CFD)  authorizes  the  SFPUC  to  install  a  photovoltaic  solar  energy  system  at 
Moscone  West,  747  Howard  Street,  and  sets  forth  the  terms  and  conditions  under  which  the 
SFPUC  will  provide  electricity  to  the  facility;  and 

WHEREAS,  Services  are  anticipated  to  begin  on  February  28,  2019  and  end  on  February 
28,  2029,  for  a  total  duration  of  10  years;  and 

WHEREAS,  On  January  31,  2019  the  Planning  Department  determined  that  this  Project 
is  statutorily  exempt  from  environmental  review  under  Public  Resources  Code  (PRC)  Section 
21080.35;  and 

WHEREAS,  Funds  for  this  agreement  are  available  from  Chart  of  Account  Small 
Renewables  15400-10014653;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager  to  execute  a 
MOU  with  the  CFD  for  installation  of  a  photovoltaic  solar  energy  system  at  Moscone  West,  747 
Howard  Street  for  a  total  duration  of  10  years. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  March  12,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.:  19-0050 

WHEREAS,  On  August  28,  2012,  this  Commission  approved  Resolution  12-0156,  which 
authorized  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  to  proceed  with  planning 
and  development  of  the  Sewer  System  Improvement  Program  (SSIP),  including  eight  green 
infrastructure  early  implementation  projects  as  part  of  Phase  I  of  SSIP;  and 

WHEREAS,  The  SSIP  Phase  1  planning  process  identified  the  Baker  Beach  Green  Street 
Project  (the  Project)  as  a  possible  green  infrastructure  project  in  the  Richmond  Watershed  to 
reduce  stormwater  runoff  into  the  City's  combined  sewer  system  and  improve  the  streetscape, 
utilizing  permeable  paving,  bio-retention  bulbouts,  detention  galleries,  infiltration  galleries,  and 
rain  gardens;  and 

WHEREAS,  The  SFPUC  applied  for  and  has  been  awarded  a  Proposition  1  Storm  Water 
Grant  using  re-appropriated  Proposition  50  funds  from  the  State  Water  Resources  Control  Board 
(State  Water  Board)  in  the  amount  of  $3,759,822  for  the  planning,  design,  and  construction  of 
the  Project;  and 

WHEREAS,  SFPUC  matching  funds  for  implementation  of  the  Project  of  at  least  50%  of 
the  total  grant  eligible  Project  costs  are  available  through  CWWSIPFCDB05;  and 

WHEREAS,  The  SFPUC  desires  to  receive  the  State  grant  funds  and  is  willing  to 
cooperate  in  fulfilling  State  Water  Board  obligations  under  the  State  grant  requirements  set  forth 
in  the  Prop  50  Clean  Beaches  Program  Storm  Water  Construction/Implementation  Grant 
agreement  (Grant  Agreement),  a  copy  of  which  is  attached  hereto;  and 

WHEREAS,  On  June  4,  2015  the  Planning  Department  determined  that  the  Project  is 
categorically  exempt  from  the  California  Environmental  Quality  Act  (CEQA)  and  the  CEQA 
Guidelines  under  Section  15301  (Existing  Facilities),  Class  1;  and 

WHEREAS,  In  accordance  with  Section  10.170-1  of  the  San  Francisco  Administrative 
Code,  approval  by  the  San  Francisco  Board  of  Supervisors  is  required  to  accept  and  expend  the 
grant  funds;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager  or  designee 
to  execute  the  Grant  Agreement  with  the  State  Water  Board  for  an  amount  not-to-exceed 
$3,759,822,  subject  to  approval  by  the  Board  of  Supervisors;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager 
or  designee  to  enter  into  any  modifications  to  the  Grant  Agreement  that  the  General  Manager 
determines,  in  consultation  with  the  City  Attorney,  are  in  the  best  interests  of  the  City  and  do  not 
materially  increase  the  obligations  or  liabilities  of  the  City,  are  necessary  or  advisable  to 
effectuate  the  purposes  of  the  Grant  or  this  Resolution,  and  are  in  compliance  with  all  applicable 
laws,  including  the  City's  Charter;  and  be  it 


FURTHER  RESOLVED,  That  this  Commission  certifies  that  the  General  Manager, 
Deputy  General  Manager,  Chief  Operating  Officer,  Assistant  General  Manager  of  the 
Wastewater  Enterprise,  Chief  Financial  Officer,  or  the  Sewer  System  Improvement  Program 
Director,  or  their  designees,  are  designated  to  provide  the  assurances,  certifications,  and 
commitments  required  for  the  Grant  Agreement  and  to  carry  out  the  responsibilities  under  the 
Grant  Agreement,  including  certifying  disbursement  requests  on  behalf  of  SFPUC  and 
complying  with  applicable  requirements;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  recommends  that  the  San  Francisco 
Board  of  Supervisors  authorize  the  SFPUC  to  accept  and  expend  the  grant  funds. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  March  12,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0051 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission’s  (SFPUC’s)  mission  is  to 
provide  its  customers  with  high  quality,  efficient  and  reliable  water,  power,  and  sewer  services  in 
a  manner  that  is  inclusive  of  environmental  and  community  interests,  and  that  sustains  the 
resources  entrusted  to  its  care;  and 

WHEREAS,  Contra  Costa  Water  District  (CCWD),  together  with  the  other  local  water 
agencies,  the  California  Department  of  Water  Resources,  and  other  federal  and  state  agencies, 
executed  the  Memorandum  of  Understanding  regarding  the  CALFED  Bay-Delta  Program 
Studies  on  the  Expansion  of  Los  Vaqueros  Reservoir  in  2001  (2001  LV  MOU),  as  amended  and 
extended  through  December  31,  2016,  which  BAWSCA  signed  on  June  25,  2001,  and  SFPUC 
signed  on  November  26,  2001;  and 

WHEREAS,  CCWD  completed  the  initial  phase  of  Los  Vaqueros  Reservoir  expansion  to 
a  capacity  of  160,000  acre-feet  in  2012;  and 

WHEREAS,  CCWD  is  planning  the  second  phase  of  the  Los  Vaqueros  Reservoir 
Expansion  Project  to  store  up  to  275,000  acre-feet  of  water  (Project),  which  would  include 
construction  of  a  pipeline  between  CCWD’s  Transfer  Pump  Station  and  the  California 
Department  of  Water  Resources’  California  Aqueduct  at  Bethany  Reservoir  (the  Transfer- 
Bethany  Pipeline),  providing  a  means  for  delivery  of  water  to  the  Hetch  Hetchy  Regional  Water 
System  service  area;  and 

WHEREAS,  By  Resolution  No.  16-0258,  this  Commission  approved  SFPUC’s 
participation  in  planning  for  the  Project  through  submission  of  a  funding  application  to  the 
California  Water  Commission  for  implementation  funding,  with  an  initial  SFPUC  contribution  of 
$100,000;  and 

WHEREAS,  The  California  Water  Commission  determined  that  the  Project  was  eligible 
for  up  to  $459  million  of  grant  funding,  including  $13.65  million  of  early  funding;  and 

WHEREAS,  Continued  planning  of  the  Project  includes  completion  of  environmental 
review,  a  financial  evaluation  of  the  Project,  development  of  a  governance  structure  for  agencies 
who  decide  to  participate  in  the  Project,  consultations  for  Project  permitting  and  advancing  the 
design  of  the  Project;  and 

WHEREAS,  The  SFPUC  recognizes  that  there  are  potential  water  supply  reliability 
benefits  to  its  customers  associated  with  an  expanded  Los  Vaqueros  Reservoir;  and 


WHEREAS,  Under  the  proposed  Cost  Share  Agreement  with  Contra  Costa  Water 
District,  Zone  7  Water  Agency,  Alameda  County  Water  District,  Bay  Area  Water  Supply  & 
Conservation  Agency,  the  City  of  Brentwood,  East  Bay  Municipal  Utility  District,  Grassland 
Water  District,  San  Luis  &  Delta-Mendota  Water  Authority,  and  Santa  Clara  Valley  Water 
District  (“Local  Agency  Partners”)  the  costs  of  the  planning  will  be  allocated  equally  among  the 
parties  pursuant  to  the  proposed  Cost  Share  Agreement,  with  SFPUC’ s  share  not-to-exceed 
$300,000  ;  and 

WHEREAS,  This  Cost  Share  Agreement  does  not  constitute  a  “project”  under  California 
Environmental  Quality  Act  Guidelines  Section  15378  because  there  would  be  no  physical  change 
in  the  environment;  and 

WHEREAS,  CCWD  will  contract  with  and  manage  the  project  environmental, 
engineering,  and  financial  modeling  consultants  providing  support  to  the  Project;  and 

WHEREAS,  The  SFPUC  will  provide  a  contribution  not  to  exceed  $300,000  to  CCWD 
to  be  used  for  funding  costs  of  planning  for  the  Project,  including  the  cost  for  consultant  support; 
now,  therefore  be  it 

RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager  to  negotiate 
and  execute  a  Cost  Share  Agreement  with  Contra  Costa  Water  District  and  Local  Agency 
Partners  for  an  amount  not-to-exceed  $300,000,  and  with  a  total  duration  of  sixteen  (16)  months, 
including  any  amendments  thereto,  that  the  General  Manager,  in  consultation  with  the  City 
Attorney,  determines  are  in  the  best  interests  of  the  SFPUC  and  the  City,  do  not  materially 
decrease  the  benefits  to  the  SFPUC  or  the  City,  and  do  not  materially  increase  the  obligations  or 
liability  of  the  SFPUC  or  the  City. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  March  12,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0052 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  seeks  to  enter  into 
an  agreement  with  a  qualified  proposer  to  market  a  voluntary  water  service  and  sewer  lateral 
protection  marketing  program  to  SFPUC’s  residential  customers  whose  water  service  line  is 
equal  to  or  less  than  two  inches;  and 

WHEREAS,  SFPUC’s  residential  customers  should  be  informed  of  their  maintenance 
and  repair  responsibilities  for  water  and  sewer  lines  under  the  San  Francisco  Public  Works  Codes 
and  should  receive  help  to  better  prepare  to  meet  those  obligations  when  repairs  are  required;  and 

WHEREAS,  The  Request  for  Proposals  was  advertised  on  January  26,  2018  and  two 
responses  were  received;  and 

WHEREAS,  The  Agreement  is  anticipated  to  begin  in  June  2019  and  end  in  June  2023, 
with  a  duration  of  four  (4)  years;  and 

WHEREAS,  Review  of  the  proposals  resulted  in  the  establishment  of  American  Water 
Resources  as  the  highest  scoring,  responsible,  and  qualified  proposer;  and 

WHEREAS,  In  exchange  for  SFPUC  endorsement  of  American  Water  Resources’ 
insurance  product  and  use  of  SFPUC  logo,  American  Water  Resources  will  compensate  SFPUC 
a  monthly  fee  of  $3.61  for  each  customer  enrolled  in  its  water  service  and  sewer  lateral 
protection  program;  and 

WHEREAS,  Because  the  anticipated  revenue  to  the  SFPUC  under  this  Agreement  is  $1 
million  or  more,  the  Agreement  requires  approval  of  the  Board  of  Supervisors  under  Charter 
Section  9.1  18(a);  and 

WHEREAS,  The  Contract  Monitoring  Division  (CMD)  subconsulting  goals  are  not 
applicable  for  this  agreement;  and 

WHEREAS,  The  firms  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City’s  Administrative  Code  either  at 
the  time  of  the  award  or  within  two  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may,  in  the  General  Manager’s  sole 
discretion,  result  in  re-advertising  and  re-selecting  consultants  at  the  discretion  of  the  City;  now, 
therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  selection  of  American  Water 
Resources  and  authorizes  the  General  Manager  to  execute  Agreement  No.  PRO.OOB6, 
Residential  Service  Line  Protection  Marketing  Program,  with  American  Water  Resources  to 
market  a  voluntary  water  service  and  sewer  lateral  protection  program  to  SFPUC’s  residential 
customers  whose  water  service  line  is  equal  to  or  less  than  two  inches,  with  a  duration  ot  four 
years  and  potential  revenue  to  SFPUC  of  $  1  million  or  more,  subject  to  approval  by  the  Board 
of  Supervisors  under  Charter  Section  9. 1 18(a). 

1  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  March  12,  2019. 


Secretary,  Public  Utilities  Commission 


San  Francisco 

Water  -ver  Sewer 


Services  of  the  San  Francisco  Public  Utilities  Commission 


San  Francisco  Public  Utilities  Commission 

City  and  County  of  San  Francisco 
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Mayor 
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Tuesday,  March  26,  2019 
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1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
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Anson  Moran 
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Harlan  L.  Kelly,  Jr. 
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For  information,  contact  the  Commission  Secretary  at  415-554-3165 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site: 
www.sfwater.org 

Gavel-to-Gavel  coverage  available  at: 
http://sanfrancisco.qranicus.comA/iewPubiisher.php7view  id=22 


Accessible  Meeting  Policy:  The  San  Francisco  Public  Utilities  Commission  meeting  will  be  held  in  Room  400, 
at  1  Dr.  Carlton  B.  Goodlett  Place  (400  Van  Ness  Ave.),  San  Francisco,  CA.  The  closest  accessible  BART 
station  is  the  Civic  Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible  MUNI  lines  serving  this 
location  are:  MUNI  Metro  Lines  J-Church,  K-Ingleside,  L-Taraval,  M-Ocean  View,  N-Judah  and  T-Third  at  Van 
Ness  and  Civic  Center  Stations;  F-Market;  19-Polk,  47-Van  Ness;  49-Mission-Van  Ness;  5-Fulton;  6-Parnassus, 
21 -Hayes;  9-San  Bruno;  and  7-Haight  Noriega.  For  information  about  MUNI  accessible  services  call  701 .4485. 

The  meeting  room  is  wheelchair  accessible.  Accessible  curbside  parking  spaces  have  been  designated  on  the 
Van  Ness  Avenue  and  McAllister  Street  perimeters  of  City  Hall  for  mobility-impaired  persons.  There  is 
accessible  parking  available  within  the  Civic  Center  Underground  Parking  Garage  at  the  corner  of  McAllister 
and  Polk  Streets,  and  within  the  Performing  Arts  Parking  Garage  at  Grove  and  Franklin  Streets. 

To  obtain  a  disability-related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain  meeting 
materials  in  alternative  format,  please  contact  Donna  Hood  at  415.554.3165.  Providing  at  least  72  hours  notice 
will  help  to  ensure  availability.  Written  reports  or  background  materials  for  calendar  items  are  available  for 
public  inspection  and  copying  at  525  Golden  Gate  Ave.,  13th  Floor  during  regular  business  hours  and  are 
available  on-line  at  http://www. sfwater.org/index. aspx?paqe=1 67. 

To  assist  the  City’s  efforts  to  accommodate  persons  with  severe  allergies,  environmental  illnesses,  multiple 
chemical  sensitivity  or  related  disabilities,  attendees  at  public  meetings  are  reminded  that  other  attendees  may 
be  sensitive  to  various  chemical  based  products.  Please  help  the  City  to  accommodate  these  individuals. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are  prohibited 
at  this  meeting.  Please  be  advised  that  the  President  may  order  the  removal  from  the  meeting  room  of  any 
person(s)  responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other  similar  sound-producing 
electronic  devices. 

Know  Your  Rights  Under  the  Sunshine  Ordinance:  Government's  duty  is  to  serve  the  public,  reaching  its 
decision  in  full  view  of  the  public.  Commissions,  boards,  councils  and  other  agencies  of  the  City  and  County 
exist  to  conduct  the  people's  business.  This  ordinance  assures  that  deliberations  are  conducted  before  the 
people  and  that  City  operations  are  open  to  the  people's  review.  For  more  information  on  your  rights  under 
the  Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance,  contact  Administrator,  by  mail  to  Sunshine 
Ordinance  Task  Force,  1  Dr.  Carlton  B.  Goodlett  Place,  Room  244,  San  Francisco,  CA  94102.4689;  by 
phone  at  554.7724;  by  fax  at  554.7854;  or  by  email  at  sotf@sfgov.org. 

Copies  of  the  Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San 
Francisco  Public  Library  and  on  the  City’s  website  at  http://www.sfgov.org. 
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Lobbyist  Registration  and  Reporting  Requirements:  Individuals  and  entities  that  influence  or  attempt  to 
influence  local  legislative  or  administrative  action  may  be  required  by  the  San  Francisco  Lobbyist  Ordinance  [SF 
Campaign  &  Governmental  Conduct  Code  §2.100]  to  register  and  report  lobbying  activity.  For  more  information 
about  the  Lobbyist  Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van  Ness  Avenue, 
Suite  220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax  (415)  252-3112;  web  site  at 
www.sfqov.org/ethics. 

CEQA  Appeal  Rights  under  Chapter  31  of  the  San  Francisco  Administrative  Code:  If  the  Commission’s 
action  on  a  project  constitutes  the  Approval  Action  for  that  project  (as  defined  in  S.F.  Administrative  Code 
Chapter  31,  as  amended,  Board  of  Supervisors  Ordinance  Number  161-13),  then  the  CEQA  determination 
prepared  in  support  of  that  Approval  Action  is  thereafter  subject  to  appeal  within  the  time  frame  specified  in  S.F. 
Administrative  Code  Section  31.16.  Typically,  an  appeal  must  be  filed  within  30  calendar  days  of  the  Approval 
Action  for  a  project  that  has  received  an  exemption  or  negative  declaration  pursuant  to  CEQA.  For  information 
on  filing  an  appeal  under  Chapter  31 ,  contact  the  Clerk  of  the  Board  of  Supervisors  at  City  Hall,  1  Dr.  Carlton  B. 
Goodlett  Place,  Room  244,  San  Francisco,  CA  94102,  or  call  (415)  554-5184.  If  the  Planning  Department’s 
Environmental  Review  Officer  has  deemed  a  project  to  be  exempt  from  further  environmental  review,  an 
exemption  determination  has  been  prepared  and  can  be  obtained  on-line  at  http://www.sf- 
planninq.orq/index.aspx?paqe=3447. Under  CEQA,  in  a  later  court  challenge,  a  litigant  may  be  limited  to  raising 
only  those  issues  previously  raised  at  a  hearing  on  the  project  or  in  written  correspondence  delivered  to  the 
Board  of  Supervisors,  Planning  Commission,  Planning  Department  or  San  Francisco  Public  Utilities 
Commission  at,  or  prior  to,  such  hearing,  or  as  part  of  the  appeal  hearing  process  on  the  CEQA  decision. 


ORDER  OF  BUSINESS 


1.  Call  to  Order 

2.  Roll  Call 

3.  Approval  of  the  Minutes  of  March  12,  2019 

4.  General  Public  Comment  (discussion  only) 

Members  of  the  public  may  address  the  Commission  on  matters  that  are 
within  the  Commission’s  jurisdiction  and  are  not  on  today’s  agenda. 

5.  Communications  (discussion  only) 

a)  Advance  Calendar 

b)  Correspondence  Log 

c)  Contract  Advertisement  Report 

d)  Water  Supply  Conditions  Update 

6.  Other  Commission  Business  (discussion  only) 

7.  Report  of  the  General  Manager  (discussion  only) 

a)  CleanPowerSF  Update 

b)  Quarterly  Audit  and  Performance  Review  Report 

i.  California  Independent  System  Operator  Scheduling  Coordinators’ 
Self-Audit 

ii.  Citywide  Procurement  Card  Transaction  Audit 

iii.  2017  Green-e  Verification  Audit 

iv.  NRG  Energy  Center  Franchise  Fee  Audit 

v.  Pacific  Gas  &  Electric  Franchise  Fee  Audit 

c)  Quarterly  Budget  Status  Report 

d)  Hetch  Hetchy  Capital  Improvement  Program  Quarterly  Report 

e)  Sewer  System  Improvement  Program  Quarterly  Report 

f)  Wastewater  Enterprise  Capital  Improvement  Program  Quarterly  Report 

g)  Report  on  Recent  San  Francisco  Public  Utilities  Commission  Activities, 
Events  and  Announcements 

8.  SFGreascycle  Program  Update  (discussion  only)  (Norby) 

9.  Bay  Area  Water  Supply  &  Conservation  Agency  Update  (discussion  only) 

(Sandkulla) 

The  following  matters  before  the  San  Francisco  Public  Utilities  Commission  are 
recommended  for  action  as  stated  by  the  General  Manager  and  City  Attorney, 
where  applicable.  Explanatory  documents  provided  to  the  Commission  in 
connection  with  this  agenda  are  available  for  public  inspection  and  copying  at 
the  Office  of  the  Commission  Secretary,  525  Golden  Gate  Avenue,  13th  Floor, 
San  Francisco,  CA  94102;  Telephone:  (415)  554-3165;  Fax:  (415)  554-3424; 
and  are  available  on-line  at  htto://www. sfwater. orq/index. aspx?page-1 6 7 


CONSENT  CALENDAR 


10.  All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to  be 
routine  by  the  San  Francisco  Public  Utilities  Commission  and  will  be  acted  upon 
by  a  single  vote  of  the  Commission.  There  will  be  no  separate  discussion  of 
these  items  unless  a  member  of  the  Commission  or  the  public  so  requests,  in 
which  event  the  matter  will  be  removed  from  the  Calendar  and  considered  as  a 
separate  item. 


a) 


190053 


b) 


190054 


C) 

190055 


d) 

190056 


Approve  Amendment  No.  4  to  Agreement  No.  CS-224.A,  System 
Integration  and  Support  Services  -  Related  to  Project  Controls,  with  MLok 
Consulting,  Inc.,  to  provide  continued  specialized  system  integration  and 
support  services  to  implement  and  improve  the  delivery  of  capital 
improvement  programs  and  capital  projects  for  all  SFPUC  Commission 
Enterprises;  and  authorize  the  General  Manager  to  execute  this 
amendment,  increasing  the  agreement  amount  by  $1 ,900,000,  for  a  total 
not-to-exceed  amount  of  $9,500,000,  with  no  change  to  the  contract 
duration.  (How) 

Approve  Amendment  No.  1  to  Agreement  No.  CS-350,  Living  Machine 
Equipment  and  Software  Maintenance  Agreement  with  Aqua  Nova 
Engineering,  PLC,  to  continue  providing  equipment  and  software 
maintenance  services  for  the  Living  Machine  wastewater  treatment  system 
at  the  SFPUC  headquarters  located  at  525  Golden  Gate  Avenue;  and 
authorize  the  General  Manager  to  execute  this  amendment,  extending  the 
agreement  duration  by  four  and  one-half  years,  for  a  total  agreement 
duration  of  nine  years  and  six  months,  and  increasing  the  agreement 
amount  by  $432,657,  for  a  total  not-to-exceed  agreement  amount  of 
$880,704.  (Norby) 

Approve  Modification  No.  1  to  Job  Order  Contract,  JOC-66,  General 
Engineering  (A-License),  for  San  Joaquin,  Stanislaus  and  Tuolumne 
Counties,  with  Sinclair  General  Engineering  Construction,  Inc.,  to  continue 
to  perform  general  building  and  construction  tasks  for  all  San  Francisco 
Public  Utilities  Commission  Enterprise  Operations  and  Bureaus,  increasing 
the  contract  amount  by  $1 ,000,000,  and  the  contract  duration  by  two  years, 
for  a  total  contract  amount  not-to-exceed  $3,000,000  and  a  total  contract 
duration  of  five  years,  as  allowed  under  the  San  Francisco  Administrative 
Code  Chapter  6.62.  (How) 

Approve  Amendment  No.  1  to  Agreement  No.  PR0.0004.A  with  Hazen  and 
Sawyer,  and  Agreement  No.  PRO. 0004. B  with  RMC-SRT,  JV,  As-Needed 
Wastewater  Process  Engineering  Services,  for  continued  process  support 
for  Wastewater  Enterprise  operations  and  projects;  and  authorize  the 
General  Manager  to  execute  this  amendment,  increasing  each  agreement 
amount  by  $900,000,  for  a  total  not-to-exceed  agreement  amount  of 
$2,900,000  each,  and  with  a  time  extension  of  20  months  each,  for  a  total 
agreement  duration  of  five  years  and  eight  months  each.  (Norby) 


REGULAR  CALENDAR 


11. 


12. 


190058 


13. 


190059 


14. 


nooGo 


15. 

190081 

16. 
17. 


Discussion  and  possible  action  to  adopt  a  resolution  regarding  the  San 
Francisco  Public  Utilities  Commission’s  participation  in  negotiations  with 
State  agencies  and  stakeholders  for  a  voluntary  agreement  as  an 

alternative  to  the  amendment  to  the  Water  Quality  Control  Plan  for  the  San 
Francisco  Bay/Sacramento-San  Joaquin  Delta  Estuary  that  the  State  Water 
Resources  Control  Board  adopted  on  December  12,  2018.  (Ritchie) 

Authorize  the  General  Manager  to  execute  a  Memorandum  of  Agreement  with 
the  United  States  Department  of  the  Interior,  National  Park  Service,  to  fund 
comprehensive  management,  collaborative  environmental  stewardship,  and 
security  for  the  Watersheds  within  Yosemite  National  Park  supplying  the  San 
Francisco  Regional  Water  System,  for  an  amount  not  to  exceed  $33,257,629 
and  with  a  duration  of  four  years,  subject  to  Board  of  Supervisors  approval 
under  Charter  Section  9.1 18.  (Ritchie) 

Authorize  the  General  Manager  to  execute  a  Memorandum  of  Understanding 
with  the  Treasure  Island  Development  Authority  setting  forth  the  terms  and 
conditions  for  the  SFPUC  to  continue  to  provide  utility  services  for  Naval  Station 
Treasure  Island,  with  a  retroactive  start  date  of  October  1, 2018,  and  ending  on 
June  30,  2020.  (Carlin) 

Authorize  the  General  Manager  to  negotiate  and  execute  a  Cost  Share 
Agreement  with  Contra  Costa  Water  District,  Zone  7  Water  Agency,  Alameda 
County  Water  District,  Bay  Area  Water  Supply  &  Conservation  Agency,  the  City 
of  Brentwood,  East  Bay  Municipal  Utility  District  (EBMUD),  Grassland  Water 
District,  San  Luis  &  Delta-Mendota  Water  Authority,  and  Santa  Clara  Valley 
Water  District,  for  funding  costs  of  planning  for  the  potential  expansion  of  the 
Los  Vaqueros  Reservoir.  With  this  authorization,  the  SFPUC  increases  its 
maximum  contribution  to  the  Cost  Share  Agreement  from  the  $300,000 
approved  on  March  12,  2019  to  $354,129,  with  no  change  to  the  duration  of  the 
agreement.  The  attached  resolution  rescinds  and  replaces  Resolution  19-0051 
adopted  on  March  12,  2019.  (Ritchie) 

Authorize  the  General  Manager  to  execute  a  Memorandum  of  Understanding 
with  the  San  Francisco  Recreation  and  Park  Department  setting  forth  each 
agency’s  respective  responsibilities  for  the  construction,  operation,  and 
maintenance  of  green  infrastructure  on  El  Camino  del  Mar  in  Lincoln  Park  as 
part  of  the  Sewer  System  Improvement  Program  Baker  Beach  Green  Streets 
Project.  (How) 

Public  Comment  on  matters  to  be  addressed  during  Closed  Session 

Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters 
listed  below  as  Conference  with  Legal  Counsel 

The  Commission  will  go  into  Closed  Session  to  discuss  the  following: 


18.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1)  (action  item)  (Sheinfield) 

Existing  Litigation 

David  Alfaro,  et  al.  v.  City  and  County  of  San  Francisco 
San  Francisco  Superior  Court  No.:  CGC-1 5-547492 
190062  Date  Filed:  August  20,  2015 

Proposed  settlement  of  action  as  to  property  claim  of  Victoria  Sanchez  in  the 
amount  of  $97,500.  Several  co-plaintiffs  remain  in  litigation. 

Following  Closed  Session,  the  Commission  will  reconvene  in  Open  Session 


19.  Announcement  Following  Closed  Session 

20.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session 
pursuant  to  San  Francisco  Administrative  Code  Section  67.12  (a) 

21 .  Other  New  Business  (discussion  only) 


22.  Adjournment 
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1 .  Call  to  Order 

President  Caen  called  the  meeting  to  order  at  1:35PM. 

2.  Roll  Call 

Present:  Caen,  Moran  and  Kwon 

3.  Approval  of  the  Minutes  of  March  12,  2019 

On  Motion  to  approve  the  Minutes  of  March  12,  2019: 

Aye:  Caen,  Moran  and  Kwon 

No  public  comment. 

4.  General  Public  Comment 

-  Francisco  DaCosta  expressed  the  need  for  a  Southeast  Digester  Project 
update.  He  discussed  contracting,  community  benefit  awards,  and  the 
need  to  think  outside  the  box  for  community  benefits. 

Vice  President  (VP)  Vietor  arrived  at  1:40  PM. 

-  Spreck  Rosekrans,  Restore  Hetch  Hetchy,  presented  the  restoration  of 
Hetch  Hetchy  survey.  He  discussed  a  1912  report  to  Congress  regarding 
the  building  of  the  Hetch  Hetchy  Reservoir  and  the  impact  on  recreation. 

5.  Communications 

a)  Advance  Calendar 

b)  Correspondence  Log 

c)  Contract  Advertisement  Report 

d)  Water  Supply  Conditions  Update 

No  public  comment. 

6.  Other  Commission  Business 

None. 


7.  Report  of  the  General  Manager 
a)  CleanPowerSF  Update 

Barbara  Hale,  Assistant  General  Manager  (AGM)  Power,  provided  the 
update:  (1 )  Enrollment:  3.4%  opt-out  rate  and  3.8%  SuperGreen 
upgrade  rate.  Next  auto  enrollment  of  approximately  250,000  accounts 
begins  on  April  1st;  AGM  Hale  reviewed  public  outreach  efforts;  (2)  Rates 
and  PG&E  Rate  Update:  On  February  21st  the  “alternate  proposal”  for 
generation  rates  and  exit  fee  was  approved  by  the  California  PUC 
(CPUC).  2019  exit  fee  and  generation  rate  are  more  favorable  to  CCA’s 
with  lower  increases  than  expected  in  the  exit  fee,  and  a  residential  exit 
fee  decrease  which  exceeds  the  anticipated  1.9%.  She  stated  PG&E 
rate  action  will  be  split:  March  the  increase  of  generation  rates  (1.4%  to 
3.8%)  and  distribution  rates;  and  July  the  exit  fee  increase.  She 
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discussed  CleanPowerSF  cost  savings  and  stated  that  any 
CleanPowerSF  rate  change  will  be  on  hold  until  the  PG&E  exit  fee 
changes  are  known  in  mid-April. 

AGM  FI  ale  responded  to  a  question  from  Vice  President  (VP)  Vietor 
regarding  the  rate  and  percentage  of  renewable  product  for 
CleanPowerSF  customers  (non-SuperGreen  and  SuperGreen)  as 
compared  to  PG&E  customers  rate  and  percentage  of  renewable 
product. 

No  public  comment. 

b)  Quarterly  Audit  and  Performance  Review  Report 

i.  California  Independent  System  Operator  Scheduling  Coordinators’ 

Self-Audit 

ii.  Citywide  Procurement  Card  Transaction  Audit 

iii.  2017  Green-e  Verification  Audit 

iv.  NRG  Energy  Center  Franchise  Fee  Audit 

v.  Pacific  Gas  &  Electric  Franchise  Fee  Audit 

Eric  Sandler,  Chief  Financial  Officer  (CFO)  and  AGM  Business  Services 
stated  that  Nancy  Horn  has  been  promoted  to  Co-Deputy  CFO  and  that 
responsibilities  for  audit  and  compliance  have  been  re-assigned  to 
Charles  Perl,  Co-Deputy  CFO.  CFO  Sandler  noted  this  will  be  Ms. 

Flom’s  last  audit  presentation  and  he  thanked  her  for  her  work. 

Nancy  Flom  presented  the  report,  stating  there  have  been  41  total  audits 
and  assessments  to-date,  with  11  completed,  16  in-progress,  and  14 
upcoming.  Co-Deputy  CFO  Flom  highlighted  the  NRG  Energy  Franchise 
Fee  audit,  indicating  no  recommendations  were  issued.  She  provided  a 
quarter  ending  March  31st  outlook  of  performance  and  financial  audits 
that  are  completing  and  introduced  those  that  are  upcoming  in  the  third 
quarter.  Ms.  Flom  concluded  with  information  regarding  prior  years  open 
City  Services  Audits  and  recommendations. 

President  Caen  thanked  Ms.  Flom  for  her  efforts  to  build  the  audit  and 
compliance  function  and  for  her  commitment  to  the  stewardship  of 
resources.  VP  Vietor  and  Commissioner  Moran  also  expressed  their 
gratitude  for  Ms.  Flom’s  work. 

Public  Comment 

-  Francisco  DaCosta  thanked  Ms.  Flom  for  her  stellar  and  astute  work. 

c)  Quarterly  Budget  Status  Report 

Eric  Sandler  presented  the  report.  Fie  noted  positive  net  results  for 
Wastewater  and  CleanPowerSF  and  lower  revenues  for  the  three 
Enterprises.  Fie  stated  financial  results  meets  coverage  and  reserves 
policy  targets,  except  for  the  Power  Enterprise  where  fund  balance  is 
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projected  to  not  meet  the  operating  reserve  minimum  due  to  lower 
revenue. 

CFO  Sandler  discussed:  (1)  FY  2019  Water  budgetary  variances:  lower 
water  sales  partially  offset  by  one-time  non-operating  revenues;  and 
sources;  (2)  FY  2019  Wastewater  budgetary  variances:  lower 
wastewater  revenue  and  uses  cost  savings;  and  sources  and  uses;  (3) 
FY  2019  Power  budgetary  variances:  reduced  power,  water,  gas/steam 
sales  revenues  partially  offset  by  cost  savings;  and  sources  and  uses;(4) 
FY  2019  CleanPowerSF  budgetary  variances:  sales  revenues  at  budget 
and  uses  cost  savings;  and  (5)  Key  Ratios:  fund  balance  reserve,  debt 
service  coverage  reserve,  and  CleanPowerSF  reserve  on-target  to  me 
met  once  citywide  enrollment  is  complete. 

AGM  Hale  responded  to  a  question  from  Commissioner  Moran  regarding 
CleanPowerSF  salary  savings  and  if  there  is  a  problem  hiring  staff. 

CFO  Sandler  responded  to  a  question  from  President  Caen  regarding 
future  power  sales  revenue. 

No  public  comment. 

d)  Hetch  Hetchv  Capital  Improvement  Program  Quarterly  Report 

Dan  Wade,  Director,  Water  Capital  Projects  and  Programs,  began  by 
noting  the  Holm  Powerhouse  contractor  has  requested  an  extension, 
which  is  under  review.  He  stated  that  the  Kirkwood  Penstock  coupling 
procurement  has  been  difficult  and  an  extension  is  anticipated.  He 
continued  with  a  presentation  of  the  highlights  of  the  reporting  period:  (1) 
2018  Mountain  Tunnel  Interim  Repairs;  (2)  Mountain  Tunnel 
Improvements;  (3)  Warnerville  Substation  Rehabilitation;  and  (4)  2018 
March  Storm  Damage  Emergency  Repairs. 

Public  Comment 

-  Francisco  DaCosta  discussed  the  Mountain  Tunnel  inspection 
conducted  by  Jacobs  Engineering. 

-  Nicole  Sandkulla,  BAWSCA,  stated  more  information  is  needed 
regarding  Moccasin  work  (scope,  schedule  and  cost).  She  requested 
a  written  report  on  the  grouping  of  Moccasin  repair  projects. 

e)  Sewer  System  Improvement  Program  (SSIP)  Quarterly  Report 
Howard  Fung,  Interim  Wastewater  Capital  Program  Director,  provided  a 
status  update.  He  indicated  Phase  I  projects  are  28.4%  complete,  with 
$0. 718B  expended.  He  reviewed:  (1)  Progress  for  the  four  scopes  of  the 
Southeast  Plan  New  Headworks  Facility  Project;  (2)  Biosolids  Digester 
Facilities  Project,  stating  the  project  is  showing  a  delay  in  construction 
start  due  to  several  factors  and  that  additional  time  is  needed  to  address 
issues  prior  to  construction  start.  He  indicated  the  delays  will  result  in  a 
construction  completion  delay  of  one  year;  (3)  Mariposa  Dry  Weather 
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Pump  Station  and  Force  Main  Improvements;  (4)  Baker  Beach  Green 
Street;  and  (5)  Other  Phase  I  projects.  He  concluded  with  a  review  of 
stakeholder  outreach. 

In  response  to  questions  and  concerns  expressed  by  President  Caen, 

Mr.  Fung  and  GM  Kelly,  Jr.  provided  additional  explanation  for  the  year¬ 
long  delay  of  the  Biosolids  Digester  Facilities  Project. 

f)  Wastewater  Enterprise  Capital  Improvement  Program  Quarterly  Report 

Mr.  Fung  outlined  SSIP  projects  with  budget  and  time  variances. 

Mr.  Fung  and  GM  Kelly,  Jr.  responded  to  questions  from  VP  Vietor  as  to 
whether  there  is  a  process  of  reviewing  the  Triple  Bottom  Line  analysis 
after  a  scope  change  and  if  is  there  any  impact  on  Green  Infrastructure. 
VP  Vietor  requested  an  update  be  provided  on  Early  Implementation 
projects  and  strategy. 

GM  Kelly,  Jr.  stated  the  importance  of  community  involvement  in  the 
project  and  that  the  participation  of  local  business  and  community 
members  is  meaningful. 

President  Caen  expressed  dismay  at  the  SSIP  report  and  that  the 
Commission  had  not  been  apprised  of  the  information  earlier.  She 
requested  that  a  brief  monthly  report  be  provided  on  the  project  status, 
budget  and  schedule. 

Public  Comment  Items  7e  and  7f: 

-  Francisco  DaCosta  stated  that  the  project  needs  attention  paid.  He 
noted  the  departures  of  staff  familiar  with  the  project  and  that  stated 
institutional  experience  is  needed. 

g)  Report  on  Recent  San  Francisco  Public  Utilities  Commission  Activities. 

Events  and  Announcements 

None. 

8.  SFGreasecvcIe  Program  Update 

Karri  Ving,  Business  Services  Manager,  Wastewater  Enterprise,  provided  a 
brief  update  regarding  the  SFGreasecycle  Program,  noting  impacts  prior  to 
the  program’s  implementation  and  detailing  changes  post-program 
implementation. 

Ms.  Ving  responded  to  a  question  from  President  Caen  as  to  whether 
companies  charge  restaurants  to  pick-up  grease. 

VP  Vietor  thanked  Ms.  Ving  for  the  program  and  efforts  to  reduce  waste.  Ms. 
Ving  noted  that  inspectors  are  still  monitoring  restaurants  to  ensure  grease  is 
not  being  dumped. 
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No  public  comment. 


9.  Bay  Area  Water  Supply  &  Conservation  Agency  (BAWSCA)  Update 

Nicole  Sandkulla,  BAWSCA  CEO,  reviewed  BAWSCA’s  Long-term  Reliable 
Water  Supply  Strategy  and  discussed  BAWSCA’s  2013  Short-term  Pilot 
Transfer  Plan,  that  is  in  partnership  with  East  Bay  Municipal  Utility  District. 

CEO  Sandkulla  noted  that  BAWSCA’s  January  2019  total  potable  water  use 
was  8%  less  than  in  January  2013. 

VP  Vietor  expressed  excitement  for  the  Water  Transfer  Pilot,  stating  the 
SFPUC  can  learn  from  the  pilot,  explore  conservation  efforts,  and  maximize 
supply. 

In  response  to  a  question  from  Commissioner  Moran,  CEO  Sandkulla 
provided  a  status  update  of  the  Hayward  Intertie. 

Public  Comment 

Spreck  Rosekrans,  Restore  Hetch  Hetchy,  thanked  CEO  Sandkulla  and 
BAWSCA  for  pursuing  the  Water  Transfer  Pilot. 


10.  Consent  Calendar 

a)  Approve  Amendment  No.  4  to  Agreement  No.  CS-224.A,  System  Integration 

and  Support  Services  -  Related  to  Project  Controls,  with  MLok  Consulting. 

Inc.,  to  provide  continued  specialized  system  integration  and  support 

services  to  implement  and  improve  the  delivery  of  capital  improvement 

programs  and  capital  projects  for  all  SFPUC  Commission  Enterprises;  and 

authorize  the  General  Manager  to  execute  this  amendment,  increasing  the 

agreement  amount  by  $1 ,900,000.  for  a  total  not-to-exceed  amount  of 


$9.500,000.  with  no  change  to  the  contract  duration.  (Resolution  19-0053) 


b)  Approve  Amendment  No.  1  to  Agreement  No.  CS-350,  Living  Machine 
Eguipment  and  Software  Maintenance  Agreement  with  Agua  Nova 

Engineering,  PLC,  to  continue  providing  eguipment  and  software 
maintenance  services  for  the  Living  Machine  wastewater  treatment  system 

at  the  SFPUC  headguarters  located  at  525  Golden  Gate  Avenue;  and 

authorize  the  General  Manager  to  execute  this  amendment,  extending  the 

agreement  duration  by  four  and  one-half  years,  for  a  total  agreement 

duration  of  nine  years  and  six  months,  and  increasing  the  agreement 

amount  by  $432,657,  for  a  total  not-to-exceed  agreement  amount  of 

$880,704.  (Resolution  19-0054) 


c)  Approve  Modification  No.  1  to  Job  Order  Contract.  JOC-66,  General 

Engineering  (A-License),  for  San  Joaguin,  Stanislaus  and  Tuolumne 

Counties,  with  Sinclair  General  Engineering  Construction.  Inc.,  to  continue 

to  perform  general  building  and  construction  tasks  for  all  San  Francisco 

Public  Utilities  Commission  Enterprise  Operations  and  Bureaus,  increasing 

the  contract  amount  by  $1 ,000,000,  and  the  contract  duration  by  two  years, 

for  a  total  contract  amount  not-to-exceed  $3,000,000  and  a  total  contract 
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duration  of  five  years,  as  allowed  under  the  San  Francisco  Administrative 

Code  Chapter  6.62.  (Resolution  19-0055) 


d)  Approve  Amendment  No.  1  to  Agreement  No.  PRQ.0004.A  with  Hazen  and 

Sawyer,  and  Agreement  No.  PRO.OOQ4.B  with  RMC-SRT,  JV,  As-Needed 

Wastewater  Process  Engineering  Services,  for  continued  process  support 

for  Wastewater  Enterprise  operations  and  projects:  and  authorize  the 

General  Manager  to  execute  this  amendment,  increasing  each  agreement 

amount  by  $900,000,  for  a  total  not-to-exceed  agreement  amount  of 


$2,900,000  each,  and  with  a  time  extension  of  20  months  each,  for  a  total 


agreement  duration  of  five  years  and  eight  months  each.  (Resolution  19- 
0056) 


No  public  comment. 


On  Motion  to  approve  Consent  Calendar  10a  through  lOd: 
Aye:  Caen,  Vietor,  Moran,  and  Kwon 


1 1 .  Discussion  and  possible  action  to  adopt  a  resolution  regarding  the  San 

Francisco  Public  Utilities  Commission’s  participation  in  negotiations  with  State 

agencies  and  stakeholders  for  a  voluntary  agreement  as  an  alternative  to  the 

amendment  to  the  Water  Quality  Control  Plan  for  the  San  Francisco 
Bay/Sacramento-San  Joaguin  Delta  Estuary  that  the  State  Water  Resources 

Control  Board  adopted  on  December  12,  2018.  (Resolution  19-0057) 

Steve  Ritchie  introduced  the  item  indicating  the  resolution  was  revised  as  per 
discussions  arising  from  the  last  Commission  meeting. 


-  Public  Comment 

-  Konrad  Fisher,  Water  Climate  Trust,  commended  the  Commission  for 
considering  biological  metrics.  He  requested  support  for  a  flow  regime  based 
on  known  science  and  discussed  supply. 

-  Nicole  Sandkulla,  BAWSCA,  expressed  support  for  the  resolution  and 
thanked  the  Commission  for  the  incorporation  of  BAWCA’s  modifications. 

-  Shanley  Mitchell,  Tuolumne  River  Trust,  provided  comments  on  behalf  of 
Peter  Drekmeier,  who  thanked  the  Commission  for  their  work  and  progress 
made,  noting  improvements  are  needed  on  peer  review  of  the  Irrigation 
District’s  fish  model  and  on  adaptive  management. 

-  Terese  Hardy,  Tuolumne  River  Trust  and  Sierra  Club,  provided  additional 
comments  from  Peter  Drekmeier,  stating  Bay  Delta  flows  should  meet 
biological  outcome  goals  established  by  the  State  Water  Resources  Control 
Board,  and  that  independent  peer  review  or  voluntary  proposals  are  needed. 
Additional  comments  on  the  draft  resolution  were  provided. 

-  Michael  Warburton,  Public  Trust  Alliance,  discussed  the  importance  of  the 
peer  review  process.  He  discussed  the  public  trust  and  that  water  is  the 
property  of  the  people. 

-  Barry  Nelson,  Golden  Gate  Salmon  Association,  noted  the  Salmon  season. 
He  discussed  progress  in  the  proposed  resolution  (third  Further  Resolved 
clause).  He  discussed  the  need  for  peer  review. 
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-  Francisco  DaCosta  discussed  the  Indigenous  People  and  free  flow  of  the 
salmon.  He  noted  the  need  to  protect  the  salmon  and  for  holistic  thinking. 

-  Spreck  Rosekrans,  Restore  Hetch  Hetchy,  stated  they  have  no  formal 
position  on  the  Bay  Delta  Plan.  He  asked  why  not  peer  review. 

Commissioner  Moran  stated  the  proposed  resolution  is  good  and  emphasized  it 
won’t  satisfy  everyone,  but  that  it  tries  to  address  the  issues.  He  indicated  after 
discussions  he  would  propose  an  amendment  on  the  next-to-last  Further 
Resolved  clause  to  add  the  word  “independent’’  prior  to  the  word  scientific”. 

VP  Vietor  thanked  the  public  for  their  comments  and  staff  for  their  work.  She 
discussed  changes  that  were  made  to  the  resolution  and  reasons  for  doing  so 
and  she  moved  the  following  amendments: 

Amendment  # 1  (Second-to-last  Further  Resolved  clause): 

Add  the  word  “independent”  prior  to  the  word  scientific”. 

On  Motion  to  approve  Amendment  #1: 

Aye:  Caen,  Vietor,  Moran  and  Kwon 

No  public  comment. 

Amendment  #2  (Fifth  Whereas  clause): 

. .  Pose  and  significantly  adverse  impacts  on  the  over. . . 

No  public  comment. 

Commissioner  Moran  stated  he  would  vote  for  the  amendment  but  doesn’t  want 
the  resolution  to  discuss  “impact”,  and  that  the  intent  of  the  resolution  is  to  deal 
with  fisheries  issues.  He  indicated  he  believes  in  the  original  statement  of 
significant  adverse  impacts,  that  in  one  way  or  another,  impact  the  service  area. 

On  Motion  to  approve  Amendment  #2; 

Aye:  Caen,  Vietor,  Moran  and  Kwon 

Amendment  #3  (Fourth  Further  Resolved  clause): 

. .  .result  in  increased  fish  populations  to  make  them  sustainable  that  are  growing 
and  become  self-sustaining. . . 

Commissioner  Moran  questioned  what  it  means  for  a  population  to  become 
“self-sustaining”.  VP  Vietor  provided  her  thoughts  on  the  definition  and  of 
sustainability  vs  self-sustaining.  She  noted  the  importance  of  the  self-sustaining 
fish  populations  for  the  ecosystem.  Discussion  ensued. 

Motion  to  approve  Amendment  #3  failed  to  receive  a  second. 

Public  Comment 

-  Michael  Warburton,  Public  Trust  Alliance,  discussed  the  Fish  and  Game 
Code  Section  5937.  He  expressed  support  for  the  amendment. 
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-  Konrad  Fisher,  Water  Climate  Trust,  discussed  existing  laws  and  other 
established  goals. 

-  Barry  Nelson,  Golden  Gate  Salmon  Association,  expressed  support  for 
hatcheries.  He  discussed  his  thoughts  on  “self-sustaining”  vs  “sustaining” 
and  the  need  for  metrics. 

VP  Vietor  provided  thoughts  on  “state  doubling”  and  the  need  for  a  baseline. 

On  Motion  to  approve  the  resolution  with  amendments  #7  and  #2: 

Aye:  Caen,  Vietor,  Moran  and  Kwon 


12.  Authorize  the  General  Manager  to  execute  a  Memorandum  of  Agreement  with 

the  United  States  Department  of  the  Interior,  National  Park  Service,  to  fund 

comprehensive  management,  collaborative  environmental  stewardship,  and 

security  for  the  Watersheds  within  Yosemite  National  Park  supplying  the  San 


Francisco  Regional  Water  System,  for  an  amount  not  to  exceed  $33,257,629 


and  with  a  duration  of  four  years,  subject  to  Board  of  Supervisors  approval 

under  Charter  Section  9.1 18.  (Resolution  19-0058) 


On  Motion  to  approve  item  12: 

Aye:  Caen,  Vietor,  Moran,  and  Kwon 


No  public  comment. 


13.  Authorize  the  General  Manager  to  execute  a  Memorandum  of  Understanding 

with  the  Treasure  Island  Development  Authority  setting  forth  the  terms  and 

conditions  for  the  SFPUC  to  continue  to  provide  utility  services  for  Naval  Station 

Treasure  Island,  with  a  retroactive  start  date  of  October  1, 2018,  and  ending  on 

June  30.  2020.  (Resolution  19-0059) 

On  Motion  to  approve  item  13: 

Aye:  Caen,  Vietor,  Moran,  and  Kwon 


No  public  comment. 


14.  Authorize  the  General  Manager  to  negotiate  and  execute  a  Cost  Share 

Agreement  with  Contra  Costa  Water  District.  Zone  7  Water  Agency,  Alameda 
County  Water  District.  Bay  Area  Water  Supply  &  Conservation  Agency,  the  City 

of  Brentwood,  East  Bay  Municipal  Utility  District.  Grassland  Water  District.  San 

Luis  &  Delta-Mendota  Water  Authority,  and  Santa  Clara  Valiev  Water  District,  for 

funding  costs  of  planning  for  the  potential  expansion  of  the  Los  Vaoueros 


Reservoir.  With  this  authorization,  the  SFPUC  increases  its  maximum 

contribution  to  the  Cost  Share  Agreement  from  the  $300,000  approved  on 
March  1 2.  201 9  to  $354. 1 29.  with  no  change  to  the  duration  of  the  agreement. 


The  attached  resolution  rescinds  and  replaces  Resolution  19-0051  adopted  on 

March  12,  2019.  (Resolution  19-0060) 


On  Motion  to  approve  item  14: 
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Aye :  Caen,  Vietor,  Moran,  and  Kwon 
No  public  comment. 


15.  Authorize  the  General  Manager  to  execute  a  Memorandum  of  Understanding 

with  the  San  Francisco  Recreation  and  Park  Department  setting  forth  each 

agency’s  respective  responsibilities  for  the  construction,  operation,  and 

maintenance  of  green  infrastructure  on  El  Camino  del  Mar  in  Lincoln  Park  as 

part  of  the  Sewer  System  Improvement  Program  Baker  Beach  Green  Streets 

Project.  (Resolution  19-0061) 

On  Motion  to  approve  item  15: 

Aye:  Caen,  Vietor,  Moran,  and  Kwon 

No  public  comment. 

16.  Public  Comment  on  matters  to  be  addressed  during  Closed  Session 

None. 

17.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters 

listed  below  as  Conference  with  Legal  Counsel 

On  Motion  to  assert: 

Aye:  Caen,  Vietor,  Moran,  and  Kwon 

The  Commission  entered  Closed  Session  at  3:59  PM. 

18.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 

(dim 

Existing  Litigation 

David  Alfaro ,  et  al.  v.  City  and  County  of  San  Francisco 

San  Francisco  Superior  Court  No.:  CGC-1 5-547492 

Date  Filed:  August  20.  2015 

Proposed  settlement  of  action  as  to  property  claim  of  Victoria  Sanchez  in  the 

amount  of  $97.500.  Several  co-plaintiffs  remain  in  litigation. 

(Resolution  19-0062) 

The  Commission  exited  Session  at  4:02  PM. 

19.  Announcement  Following  Closed  Session 

President  Caen  announced  that  a  settlement  was  reached  on  item  1 1. 

20.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session 

pursuant  to  San  Francisco  Administrative  Code  Section  67.12  (a) 

On  Motion  not  to  disclose: 

Aye:  Caen,  Vietor,  Moran,  and  Kwon 


SFPUC  MINUTES  -  MARCH  26,  2019 


10 


21 .  Other  New  Business 
None. 


22.  Adjournment 

President  Caen  adjourned  the  meeting  at  4:03  PM. 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0053 


WHEREAS,  On  March  27,  2012,  by  Resolution  12-0051,  this  Commission  awarded 
Agreement  No.  CS-224.A,  System  Integration  and  Support  Services  -  Related  to  Project 
Controls  to  MLok  Consulting,  Inc.  (MLok),  and  authorized  the  General  Manager  of  the  San 
Francisco  Public  Utilities  Commission  (SFPUC)  to  negotiate  and  execute  a  professional  services 
agreement  in  the  amount  of  $4,500,000,  and  with  a  term  of  six  years,  concluding  on  April,  23, 
2018; and 

WHEREAS,  On  September  13,  2016  Amendment  No.  1  was  issued  pursuant  to 
Resolution  No.  09-0017  in  the  amount  of  $850,000,  increasing  the  total  not-to-exceed  agreement 
amount  to  $5,350,000,  with  no  change  to  the  agreement  duration,  to  continue  providing  the 
SFPUC  with  continued  specialized  system  integration  and  support  services  to  implement  and 
improve  the  delivery  of  its  Capital  Improvement  Programs  (CIPs)  and  Capital  Projects  for  all 
enterprises;  and 

WHEREAS,  On  June  13,  2017  by  Resolution  No.  17-0130,  this  Commission  approved 
Amendment  No.  2  in  the  amount  of  $750,000,  increasing  the  total  not-to-exceed  agreement 
amount  to  $6,100,000,  to  continue  providing  the  SFPUC  with  specialized  system  integration  and 
support  services  and  to  assist  with  existing  systems  as  the  SFPUC  transitions  into 
implementation  of  the  new  PeopleSoft  Financials  and  Supply  Chain  Management  System;  and 

WHEREAS,  On  April  10,  2018  by  Resolution  No.  18-0057,  this  Commisison  approved 
Amendment  No.  3  in  the  amount  of  $1,500,000,  increasing  the  total  not-to-exceed  agreement 
amount  to  $7,600,000,  and  extending  the  agreement  duration  by  two  years,  for  a  total  agreement 
duration  of  eight  years,  to  continue  providing  the  SFPUC  with  specialized  system  integration  and 
support  services  and  to  assist  with  existing  systems  as  the  SFPUC  transitions  into  implementation  of 
the  new  PeopleSoft  Financials  and  Supply  Chain  Management  System;  and 

WHEREAS,  Amendment  No.  4  is  being  requested  in  the  amount  of  $1,900,000, 
increasing  the  total  not-to-exceed  agreement  amount  to  $9,500,000,  with  no  change  in  the  agreement 
duration,  to  continue  providing  the  SFPUC  with  specialized  system  integration  and  support  services 
and  to  assist  with  existing  systems  as  the  SFPUC  continues  its  transitions  into  implementation  and 
stabilization  of  the  new  PeopleSoft  Financials  and  Procurement  System;  and 

WHEREAS,  The  Contract  Monitoring  Division  established  a  subconsulting  requirement 
of  17%  Local  Business  Enterprise  participation  (of  the  total  value  of  services  to  be  provided)  for 
this  agreement  and  MLok  has  committed  to  meet  that  requirement;  and 

WHEREAS,  Funds  for  this  agreement  are  available  from  various  SFPUC  CIPs  and 
projects  including  the  Sewer  System  Improvement  Program  and  Hetchy  Capital  Improvements 
projects;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  4  to  Agreement 
No.  CS-224.A,  System  Integration  and  Support  Services  -  Related  to  Project  Controls,  with 
MLok  Consulting,  Inc.  to  provide  the  SFPUC  with  continued  specialized  system  integration  and 
support  services  in  order  to  implement  and  improve  the  delivery  of  its  Capital  Improvement 
Programs  and  Capital  Projects  for  all  SFPUC  Enterprises;  and  be  it 

FURTHER  RESOLVED,  This  Commission  authorizes  the  General  Manager  of  the 
SFPUC  to  execute  Amendment  No.  4  increasing  the  agreement  amount  by  $1,900,000,  for  a  total 
not-to-exceed  agreement  amount  ot  $9,500,000,  with  no  change  to  the  agreement  duration. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  March  26,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


19-0054 


WHEREAS,  Pursuant  to  San  Francisco  Public  Utilities  Commission  (SFPUC)  Resolution 
09-0017,  the  General  Manager  may  award  non-construction-related  Professional  Services 
Agreements  with  a  not-to-exceed  value  under  $1,000,000;  and 

WHEREAS,  On  April  14,  2014,  the  SFPUC  General  Manager,  through  a  sole  source 
process,  awarded  Agreement  No.  CS-350  to  Aqua  Nova  Engineering,  PLC  (Aqua  Nova)  to 
provide  equipment  and  software  maintenance  services  to  support  the  Living  Machine  wastewater 
treatment  system  installed  at  the  SFPUC  headquarters  located  at  525  Golden  Gate  Avenue,  in  the 
amount  of  $448,047,  and  with  a  term  of  five  years;  and 

WHEREAS,  Amendment  No.  1  is  being  requested  to  increase  the  agreement  amount  by 
$432,657,  and  extend  the  agreement  duration  by  four  years  and  six  months,  for  a  total  not-to- 
exceed  amount  of  $880,704,  and  a  total  agreement  duration  of  nine  years  and  six  months,  to 
continue  to  support  the  Living  Machine  wastewater  treatment  system  at  the  SFPUC  headquarters 
at  525  Golden  Gate  Avenue;  and 

WHEREAS,  The  Contract  Monitoring  Division  has  waived  the  Local  Business  Enterprise 
participation  goal  for  this  agreement;  and 

WHEREAS,  Funds  for  this  agreement  are  available  from  525  GG  Building  Operations 
and  Maintenance  funds;  now  therefore,  be  it 

RESOLVED,  That  this  Commission  approves  Amendment  No.  1  to  Agreement  No.  CS- 
350,  Living  Machine  Equipment  and  Software  Maintenance  Agreement  with  Aqua  Nova 
Engineering,  PLC,  and  authorizes  the  General  Manager  to  execute  this  amendment,  increasing 
the  agreement  amount  by  $432,657,  for  a  total  not-to-exceed  agreement  amount  of  $880,704,  and 
a  time  extension  of  four  years  and  six  months,  for  a  total  agreement  duration  of  nine  years  and 
six  months. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  March  26,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES 
COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


19-0055 


WHEREAS,  On  November  14,  2017,  per  Resolution  No.  17-0232,  this  Commission 
approved  the  award  of  Job  Order  Contract  (JOC)  Contract  No.  JOC-66,  Micro-Local  Business 
Enterprise  (Micro-LBE)  Set  Aside,  General  Engineering  (A-License)  for  San  Joaquin,  Stanislaus 
and  Tuolumne  Counties  to  Sinclair  General  Engineering  Construction,  Inc.;  and 

WHEREAS,  The  Notice-to-Proceed  date  was  set  for  September  10,  2018;  and 

WHEREAS,  The  original  contract  amount  was  for  an  amount  not-to-exceed  $2,000,000 
and  the  original  contract  duration  was  three  years;  and 

WHEREAS,  Section  6.22(h)  of  the  Administrative  Code  requires  that  any  cumulative 
increase  in  contract  cost  or  contract  duration  in  excess  of  10%  of  the  original  contract  cost  or 
contract  duration  be  approved  by  the  Commission;  and 

WHEREAS,  Modification  No.  1  is  being  requested  to  complete  ongoing  facility  and  asset 
improvements  such  as  moving,  wrecking,  cathodic  protection,  concrete,  earthwork  and  paving, 
landscaping,  masonry,  plumbing,  pipeline,  reinforcing  steel  and  well  drilling  for  the  San 
Francisco  Public  Utilities  Commission’s  (SFPUC)  Operations  and  Bureaus,  increasing  the 
contract  amount  by  $1,000,000,  and  increasing  the  contract  duration  by  two  years,  for  a  total 
contract  amount  not-to-exceed  $3,000,000  and  a  total  contract  duration  of  five  years,  as  allowed 
under  the  San  Francisco  Administrative  Code  Chapter  6.62;  and 

WHEREAS,  A  Contract  Monitoring  Division  (CMD)  subcontracting  goal  and  bid 
discount  do  not  apply  to  Micro-LBE  Set  Aside  Contracts;  and 

WHEREAS,  Funds  will  be  available  from  various  SFPUC  Enterprise  funds  when  Task 
Orders  are  issued;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Modification  No.  1  for  JOC  No.  66, 
Micro-LBE  Set  Aside,  General  Engineering  (A-License)  for  San  Joaquin,  Stanislaus,  and 
Tuolumne  Counties,  with  Sinclair  General  Engineering  Construction,  Inc.,  increasing  the 
contract  amount  by  $1,000,000,  and  extending  the  contract  term  by  two  years,  for  a  total  contract 
amount  not-to-exceed  $3,000,000  and  a  total  contract  duration  of  five  years. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  March  26,  2 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


19-0056 


WHEREAS,  On  May  26,  2015,  pursuant  to  Resolution  No.  15-0116,  this  Commission 
authorized  the  General  Manager  of  the  San  Francisco  Public  Utilities  Commission  (SFPUC)  to 
execute  professional  services  agreements  with  Hazen  and  Sawyer  (PRO. 0004. A),  and  RMC- 
SRT,  JY  (PR0.0004.B),  each  for  an  amount  of  $2,000,000,  and  each  with  a  term  of  four  years,  to 
provide  specialized  wastewater  process  engineering  and  other  technical  expertise;  and 

WHEREAS,  Amendment  No.  1  is  being  requested  to  increase  the  amount  of  each 
contract  by  $900,000  and  extend  the  duration  of  each  contract  by  20  months,  increasing  each 
agreement’s  total  not-to-exceed  agreement  amount  to  $2,900,000,  and  each  agreement’s 
agreement  duration  to  five  years  and  eight  months;  and 

WHEREAS,  Pursuant  to  Chapter  14B  of  the  San  Francisco  Administrative  Code,  the 
Contract  Monitoring  Division  (CMD)  Local  Business  Enterprise  sub-consulting  requirement  is 
6%;  and 

WHEREAS,  Funds  for  these  agreements  are  available  from  Wastewater  Enterprise 
Operating  and  project  specific  funds;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  1  to  Agreement 
PRO. 0004. A  with  Hazen  and  Sawyer,  and  Agreement  PR0.0004.B  with  RMC-SRT,  JV,  for 
continued  as-needed  wastewater  process  engineering  services,  and  authorizes  the  General 
Manager  of  the  SFPUC  to  execute  these  amendments  increasing  each  agreement  amount  by 
$900,000  for  a  total  not-to-exceed  agreement  amount  of  $2,900,000  each,  and  extending  each 
agreement  by  20  months,  for  a  total  agreement  duration  of  five  years  and  eight  months  each. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  March  26,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0057 


WHEREAS,  The  Bay-Delta  ecosystem  is  in  a  state  of  crisis  with  the  populations  of  most 
species  of  salmon  at  record  lows,  fish  populations  such  as  Delta  smelt  on  the  brink  of  extinction, 
and  current  water  quality,  water  quantity  and  habitat  conditions  unable  to  support  their  recovery; 
and 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  has  obligations  to 
meet  the  water  supply  needs  of  its  residents  and  Wholesale  Customers  and  has  obligations  under 
the  Raker  Act  and  Fourth  Agreement  to  the  Modesto  and  Turlock  Irrigation  Districts  (MID  and 
TID),  as  well  as  commitments  for  various  environmental  water  releases  and  a  desire  to  provide 
water  for  future  growth  in  its  service  area;  and 

WHEREAS,  On  December  12,  2018,  the  State  Water  Board  approved  Resolution  No. 
2018-0059,  adopting  the  Substitute  Environmental  Document  and  amendments  to  the  Water 
Quality  Control  Plan  for  the  San  Francisco  Bay-Sacramento/San  Joaquin  Delta  Estuary  ("Phase 
1  Amendments");  and 

WHEREAS,  Also  in  resolution  No.  2018-0059,  the  State  Water  Board  instructed  its  staff 
to  (1)  "assist  the  California  Natural  Resources  Agency  in  completing  a  Delta  watershed-wide 
agreement,  including  potential  flow  and  non-flow  measures  for  the  Tuolumne  River,  and 
associated  analyses  no  later  than  March  1,  2019,"  and  (2)  "incorporate  the  Delta  watershed-wide 
agreement,  including  potential  amendments  to  implement  agreements  related  to  the  Tuolumne 
River,  as  an  alternative  for  a  future,  comprehensive  Bay-Delta  Plan  update  that  addresses  the 
reasonable  protection  of  beneficial  uses  across  the  Delta  watershed,  with  the  goal  that 
comprehensive  amendments  to  the  Bay-Delta  Plan  across  the  Delta  watershed  may  be  presented 
to  the  State  Water  Board  for  consideration  as  early  as  possible  after  December  l  2019";  and 

WHEREAS,  In  January  2019,  the  City  and  County  of  San  Francisco  joined  a  lawsuit  in  the 
interest  of  protecting  its  rights  and  interests  and  those  of  its  Wholesale  Customers  and  because 
the  State's  proposed  flow  regime  would  limit  its  ability  to  meet  its  supply  obligations  and 
significantly  impact  the  over  2.7  million  people  served  by  the  Hetch  Hetchy  Regional  Water 
System,  and  on  February  14,  2019,  the  Bay  Area  Water  Supply  and  Conservation  Agency 
(“BAWSCA”)  filed  a  motion  to  intervene  in  that  lawsuit  “to  protect  its  member  agencies’ 
substantial  interests  in  ensuring  that  they  continue  receiving  a  reliable  and  affordable  supply  of 
high  quality  water  from  the  Tuolumne  River”;  and 

WHEREAS,  On  March  1,2019,  the  SFPUC  joined  numerous  other  entities  including  the 
California  Department  of  Fish  and  Wild  life  and  the  California  Department  of  Water  Resources 
in  submitting  to  the  State  Water  Board  a  "Project  Description  for  Proposed  Voluntary 
Agreements,"  which  included  a  proposal  for  management  of  the  Tuolumne  River  ("Proposed 


Tuolumne  River  Project  Description”);  and 

WHEREAS,  This  Commission  expects  the  terms  of  any  voluntary  agreement  tor  the 
Tuolumne  River  that  may  ultimately  be  finalized  would  allow  the  SFPUC  to  maintain  the  ( 1 )  Water 
Supply  Level  of  Service  Goal  and  Objectives  and  (2)  Sustainability  Level  of  Seivice  Goal  and 
Objectives  adopted  in  Commission  Resolution  No.  08-0200;  and 

WHEREAS,  The  Proposed  Tuolumne  River  Project  Description  includes  a  number  of 
flow  and  non-flow  measures  (“Discretionary  Actions”)  that  may  require  MID  and  TID  to  conduct 
environmental  review  under  CEQA  as  “lead  agencies’  that  may  require  the  SFPUC  and  its 
wholesale  customers  to  participate  in  such  environmental  review  as  responsible  agencies  ,  and 
this  Resolution  does  not  commit  the  SFPUC  or  the  Wholesale  Customers  to  approve  or  cany  out 
any  Discretionary  Actions  until  any  required  CEQA  review  is  complete.  In  consideiing  any 
proposed  Discretionary  Actions,  the  SFPUC  and  Wholesale  Customers  retain  absolute  discretion 
to:  (1)  make  such  modifications  to  any  of  the  proposed  Discretionary  Actions  as  may  be  necessary 
to  mitigate  any  significant  environmental  impacts;  (2)  select  feasible  alternatives  to  the  proposed 
Discretionary  Actions  that  avoid  any  significant  adverse  impacts;  (3)  require  the  implementation 
of  specific  measures  to  mitigate  any  significant  adverse  environmental  impacts  as  pait  of  the 
decision  to  approve  the  Discretionary  Actions;  (4)  balance  the  benefits  of  the  proposed 
Discretionary  Actions  against  any  significant  environmental  impacts  before  taking  final  actions  to 
approve  the  proposed  Discretionary  Actions  if  significant  impacts  cannot  be  avoided;  or  (5) 
determine  not  to  proceed  with  the  proposed  Discretionary  Actions;  and 

WHEREAS,  The  SFPUC  continues  to  negotiate  with  various  stakeholders  to  further 
develop  and  detail  a  voluntary  agreement;  and 

WHEREAS,  This  Commission  seeks  to  memorialize  its  views  and  direction  regarding  its 
commitment  to  meeting  its  water  supply  obligations  and  the  health  of  the  Bay-Delta  ecosystems 
in  this  resolution;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  supports  the  SFPUC's  participation  in  the  negotiation 
process  for  a  voluntary  agreement  for  the  Tuolumne  River  and  the  Delta  watershed-wide 
agreement  and  urges  staff  to  complete  said  negotiations  as  rapidly  as  possible  to  improve  the 
health  of  the  fisheries  and  to  maintain  the  reliability  of  its  water  supply;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  urges  the  State  Water  Resources  Control 
Board  to  work  in  a  collaborative  and  transparent  manner  to  develop  achievable  and  sustainable 
biological  goals  for  the  Delta  and  its  tributaries;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  finds  that  a  comprehensive  approach  to 
the  management  of  habitat,  flow,  and  other  factors  in  the  Bay-Delta  watershed  is  requiied  to 
protect  native  fish  and  wildlife  species  while  concurrently  protecting  water  supply  reliability, 
and  the  Commission  urges  all  Delta  water  users  on  all  the  tributaries  to  do  their  fair  share  to 
accomplish  those  goals  as  SFPUC  should  not  bear  a  disproportionate  water  supply  burden  in 


protecting  the  Bay-Delta  ecosystem;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  expects  that  all  new  contributions  of  flow 
and  non-flow  measures  under  the  voluntary  agreement  for  the  Tuolumne  River  and  the  Delta 
watershed-wide  agreement  are  in  addition  to  flow  obligations  and  required  mitigation  measures 
through  State  or  Federal  actions  existing  as  of  the  date  of  this  resolution;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  directs  staff  to  include  specific 
biological  outcomes  in  the  voluntary  agreement  that  will  result  in  increased  fish  populations 
to  make  them  sustainable  in  the  lower  Tuolumne  River;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  directs  staff  to  continue  to  coordinate 
with  BAWSCA  given  the  direct  impact  of  the  Phase  I  Amendments  and  any  voluntary 
agreement  may  have  on  the  Wholesale  Customers;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  directs  staff  to  continue  to  work  with 
and  inform  other  stakeholders  about  the  voluntary  agreement  process;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  urges  the  State  Water  Resources 
Control  Board  to  make  the  appropriate  findings  that  any  required  SFPUC contributions  to  Delta 
outflow  from  the  Tuolumne  River  be  used  for  the  protection  and  recovery  of  Delta  fisheries 
and  not  to  augment  exports  south  of  the  Delta  or  offset  obligations  by  others  to  meet  water 
quality  objectives;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  urges  early  implementation  of  a  new 
proposed  flow  schedule  for  Don  Pedro  Reservoir  and  certain  Lower  Tuolumne  River  non-flow 
measures,  subject  to  completion  of  environmental  review  for  such  measures,  if  necessary 
under  the  California  Environmental  Quality  Act  ("CEQA");  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  directs  staff  to  expeditiously  pursue 
with  MID  and  TID  planning  and  environmental  review  for  early  implementation  of  flow  and 
certain  non-flow  measures  included  in  the  Proposed  Tuolumne  River  Project  Description  for 
the  Tuolumne  River,  subject  to  any  required  future  Commission  approval  of  funding  for 
implementation  of  such  measures;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  directs  staff  to  work  with  MID  and  TID 
to  develop  an  adaptive  management  process  using  performance  measures  related  to  the 
function  and  mechanisms  of  the  non-flow  and  flow  measures  and  resulting  biological 
responses  that  would  be  implemented  as  part  of  a  voluntary  agreement  for  the  Tuolumne 
River,  subject  to  required  environmental  review  and  any  required  Commission  approval  of 
funding  for  such  implementation;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  directs  staff  to  proceed  with  planning 
efforts  to  explore  economically  and  environmentally  feasible  alternative  water  supply  options 
to  meet  various  SFPUC  needs  and  obligations,  including  off-setting  environmental 
obligations  for  instream  flows,  subject  to  required  environmental  review  and  subsequent 


Commission  approval  of  any  future  water  supply  projects  in  consultation  with  BAWSCA;  and 
be  it 

FURTHER  RESOLVED,  That  this  Commission  urges  the  State  Water  Board  to  commence 
environmental  and  independent  scientific  review  of  the  Proposed  Tuolumne  River  Project 
Description  at  its  earliest  opportunity;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  directs  staff  to  provide  monthly  updates 
to  this  Commission  on  progress  toward  achieving  results  with  regard  to  diversification  of 
its  water  supplies,  early  implementation  of  flow  and  non-flow  measures,  and  the 
completion  of  voluntary  agreements  resulting  in  more  sustainable  fish  populations. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  March  26,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


19-0058 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  and  the  National 
Park  Service  (NPS)  desire  to  continue  their  cooperative  efforts  in  protecting  source  water  quality 
using  funding  provided  by  the  SFPUC  to  assist  NPS  in  its  implementation  ot  watershed 
protection,  environmental  stewardship  and  security  programs  in  Yosemite  National  Park;  and 

WHEREAS,  SFPUC  and  NPS  desire  to  enter  into  the  Memorandum  of  Agreement 
(MOA),  a  copy  of  which  is  on  file  with  the  Commission  Secretary,  with  a  term  of  four  years 
starting  July  1,  2020  and  ending  June  30,  2024;  and 

WHEREAS,  The  estimated  cost  of  services  to  be  provided  by  the  NPS  under  the  MOA  is 
$33,257,629;  and 

WHEREAS,  All  work  to  be  performed  by  the  NPS  under  this  MOA  will  be  performed  by 
the  NPS  within  its  jurisdiction  and  should  funding  authorized  under  the  subject  MOA  involve 
activities  other  than  personnel-related  functions,  approval  and  implementation  of  those  activities 
by  the  National  Park  Service  would  be  subject  to  compliance  with  the  National  Environmental 
Policy  Act  (NEPA);  and 

WHEREAS,  Funds  will  be  available  from  the  Hetch  Hetchy  Water  and  Power  operating 
budget  as  appropriated  through  the  City  and  County  of  San  Francisco  s  budget  process,  subject 
to  approval  during  the  City  and  County  of  San  Francisco’s  budget  cycle  and  certification  by  the 
City  Controller;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager  of  the  San 
Francisco  Public  Utilities  Commission  to  execute  a  Memorandum  of  Agreement  with  the 
Department  of  the  Interior,  National  Park  Service,  for  comprehensive  management,  collaborative 
environmental  stewardship,  and  security  for  the  Watersheds  within  Yosemite  National  Park 
supplying  the  San  Francisco  Regional  Water  System,  for  an  amount  not  to  exceed  $33,257,629 
and  with  a  total  duration  of  four  years,  subject  to  approval  by  the  Board  of  Supervisors  pursuant 
to  San  Francisco  Charter  Section  9.1 18. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  March  26,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0059 


WHEREAS,  In  1997,  when  the  U.S.  Department  of  Defense  closed  the  Naval  Station 
Treasure  Island  (NSTI),  the  City  and  County  of  San  Francisco  (City)  entered  into  a  Base 
Caretaker  Cooperative  Agreement  with  the  U.S.  Navy;  and 

WHEREAS,  The  Treasure  Island  Development  Authority  (TIDA)  currently  operates  and 
maintains  NSTI,  including  both  properties  transferred  by  the  U.S.  Navy  to  TIDA  and  properties 
that  remain  under  the  jurisdiction  of  the  U.S.  Navy;  and 

WHEREAS,  TIDA  responsibilities  generally  include,  among  other  matters:  (1)  operation 
and  maintenance  (O&M)  services  for  all  the  existing  utility  systems  on  Treasure  Island/Yerba 
Buena  Island  (TI/YBI),  (2)  grounds  and  street  maintenance  and  repair,  (3)  property  management, 
and  (4)  public  health,  security,  and  safety  services;  and 

WHEREAS,  TIDA  sets  rates  and  charges  for  certain  services  through  its  subleases  and 
other  agreements;  and 

WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  has  been 
providing  O&M  services  for  water,  wastewater,  electric,  and  gas  existing  utility  systems  on 
TI/YBI  since  1997,  as  requested  by  TIDA;  and 

WHEREAS,  In  2013,  per  Commission  Resolution  No  13-0139,  TIDA  and  SFPUC 
entered  into  a  Memorandum  of  Understanding  (MOU)  with  a  term  of  12  months,  subject  to 
extension,  to  memorialize  the  terms  and  conditions  of  performance  by  the  SFPUC  of  certain 
defined  utility  services  consistent  with  the  Cooperative  Agreement  and  past  practice;  and 

WHEREAS,  On  July  2,  2014,  TIDA  and  the  Navy  entered  into  an  Economic 
Development  Conveyance  Memorandum  of  Agreement  (EDC  MOA)  which  established  a 
schedule  and  terms  of  conveyance  of  NSTI  to  TIDA;  and 

WHEREAS,  The  EDC  MOA  included  as  an  exhibit  a  Utilities  Agreement  addressing 
utility-specific  matters  arising  out  of  the  transfer  of  property  and  infrastructure  from  the  U.S. 
Navy  to  TIDA;  and 

WHEREAS,  On  September  23,  2014,  per  Resolution  No.  14-0151,  this  Commission 
approved  a  MOU  for  an  additional  12  months  which  recognized  the  execution  of  the  EDC  MOA 
and  Utilities  Agreement;  and 

WHEREAS,  On  September  22,  2015,  per  Resolution  No.  15-0195,  this  Commission 
approved  another  MOU  for  an  additional  12  months;  and 

WHEREAS,  On  October  25,  2016,  per  Resolution  No.  16-0221,  this  Commission 
approved  another  MOU  for  an  additional  12  months;  and 

WHEREAS,  On  December  12,  2017,  per  Resolution  No.  17-0255,  this  Commission 
approved  another  MOU  extending  the  term  through  September  31,  2018;  and 


WHEREAS,  Both  parties  now  wish  to  enter  into  another  MOU  effective  October  1,  2018 
through  June  30,  2020,  consistent  with  the  terms  and  conditions  of  the  prior  MOU,  and  a  copy  of 
such  MOU  dated  October  1,  2018  is  on  file  with  the  Commission  Secretary;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager  to  execute 
the  MOU  between  the  TIDA  and  the  SFPUC  regarding  NSTI  utility  services  dated  October  1, 
2018,  generally  in  the  form  included  in  the  Commission’s  file  on  this  matter;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager 
to  execute  any  amendments  or  modifications  to  the  MOU,  including  without  limitation,  the 
exhibits,  that  the  General  Manager  determines,  in  consultation  with  the  City  Attorney,  are  in  the 
best  interests  of  the  SFPUC,  do  not  materially  increase  the  obligations  or  liabilities  ol  the 
SFPUC,  are  necessary  or  advisable  to  effectuate  the  purposes  and  intent  of  the  MOU  or  this 
resolution,  and  are  in  compliance  with  all  applicable  laws,  including  the  City  Charter. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  March  26,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


19-0060 


WHEREAS,  In  Resolution  No.  19-0051,  the  San  Francisco  Public  Utilities  Commission 
(SFPUC)  approved  a  Cost  Share  Agreement  with  Contra  Costa  Water  District  (CCWD),  Zone  7 
Water  Agency,  Alameda  County  Water  District,  Bay  Area  Water  Supply  &  Conservation 
Agency,  the  City  of  Brentwood,  East  Bay  Municipal  Utility  District,  Grassland  Water  District, 
San  Luis  &  Delta-Mendota  Water  Authority,  and  Santa  Clara  Valley  Water  District  for  studies 
related  to  the  possible  expansion  of  CCWD’s  Los  Vaqueros  Reservoir  in  Contra  Costa  County; 
and 

WHEREAS,  In  Resolution  No.  19-0051  the  Commission  authorized  the  expenditure  of 
up  to  $300,000,  and  the  actual  maximum  contribution  amount  to  be  paid  by  the  SFPUC  to 
CCWD  is  $354,129;  now,  therefore  be  it 

RESOLVED,  That  this  Commission  hereby  rescinds  Resolution  No.  19-0051  and 
authorizes  the  General  Manager  to  negotiate  and  execute  a  Cost  Share  Agreement  with  Contra 
Costa  Water  District  and  Local  Agency  Partners  for  an  amount  not-to-exceed  $354,129,  and  with 
a  total  duration  of  sixteen  (16)  months,  including  any  amendments  thereto,  that  the  General 
Manager,  in  consultation  with  the  City  Attorney,  determines  are  in  the  best  interests  of  the 
SFPUC  and  the  City,  do  not  materially  decrease  the  benefits  to  the  SFPUC  or  the  City,  and  do 
not  materially  increase  the  obligations  or  liability  of  the  SFPUC  or  the  City. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  March  26,  2019. 


Secretary,  Public  Utilities  Commission 


•  J&OO 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0061 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  is  responsible  for 
the  design,  construction,  maintenance  and  operation  of  infrastructure  serving  San  Francisco’s 
stormwater  and  wastewater  collection  and  treatment  needs,  in  accordance  with  City  Charter 
Sections  8B.120,  8B.121,  and  8B.122;  and 

WHEREAS,  The  SFPUC  has  adopted  a  goal  of  managing  stormwater  by  integrating 
traditional  grey  infrastructure  with  green  infrastructure,  which  consists  of  a  suite  of  stormwater 
management  tools  that  use  natural  processes  to  manage  stormwater  and  create  healthier  urban 
environments;  and 

WHEREAS,  The  San  Francisco  Recreation  and  Park  Department  (SFRPD)  is  responsible 
for  managing  the  parks,  playgrounds,  recreation  facilities,  and  open  spaces  under  its  jurisdiction, 
in  accordance  with  San  Francisco  City  Charter  Section  4.1 13,  and  such  jurisdiction  includes  the 
property  known  as  Lincoln  Park,  and  the  portion  of  El  Camino  Del  Mar  roadway  within  Lincoln 
Park,  between  32nd  Avenue  and  Legion  of  Honor  Drive;  and 

WHEREAS,  On  September  25,  2018,  by  Resolution  No.  18-0157,  the  Commission  of  the 
SFPUC  approved  the  Sewer  System  Improvement  Program  (SSIP)-  funded  Baker  Beach  Green 
Streets  Project  (Project)  and  awarded  Contract  No.  WW-627R,  Baker  Beach  Green  Streets  to 
Minerva  Construction  Inc;  and 

WHEREAS,  The  Project  includes  construction  and  installation  of  four  nodes  of 
bioretention  planters  and  a  subsurface  infiltration  gallery  on  El  Camino  Del  Mar  between  32nd 
Avenue  and  Legion  of  Honor  Drive,  and  such  portion  of  El  Camino  Del  Mar  is  under  the 
jurisdiction  of  SFRPD;  and 

WHEREAS,  In  order  to  establish  each  agency’s  rights  and  responsibilities  during 
construction  of  the  Project  and  following  completion  of  the  Project,  the  SFRPD  and  SFPUC 
propose  to  enter  into  a  Memorandum  of  Understanding  (MOU)  to  minimize  impacts  to  SFRPD 
property  and  patrons  and  guarantee  the  efficient  implementation  and  operation  of  the  Project  by 
the  SFPUC;  and 

WHEREAS,  This  MOU  provides  for  SFPUC  to  reimburse  SFRPD  for  certain  costs 
during  the  construction  phase  of  the  Project  and  establishes  the  post-construction  ownership  and 
maintenance  responsibilities  for  the  Project  improvements;  and 


WHEREAS,  Funding  for  this  MOU  is  available  from  Project  CWWSIPFCDB05;  and 

WHEREAS,  On  June  4,  2015,  the  Planning  Department  determined  that  this  Project  is 
categorically  exempt  from  the  California  Environmental  Quality  Act  (CEQA  Guidelines  under 
Section  15301  (Existing  Facilities,  Class  1);  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager  ot  the  San 
Francisco  Public  Utilities  Commission  to  execute  the  Memorandum  of  Understanding  with  the 
San  Francisco  Recreation  and  Park  Department  dated  March  14,  2019a  copy  of  which  is  attached 
hereto,  for  the  construction,  operation  and  maintenance  of  the  SSIP  Baker  Beach  Green  Streets 
Project  on  El  Camino  Del  Mar  in  Lincoln  Park;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager 
of  the  SFPUC  to  execute  any  amendments  or  modifications  to  the  Memorandum  of 
Understanding,  including  without  limitation,  the  exhibits,  that  the  General  Manager  determines, 
in  consultation  with  the  City  Attorney,  are  in  the  best  interests  of  the  SFPUC,  do  not  materially 
increase  the  obligations  or  liabilities  of  the  SFPUC,  are  necessary  or  advisable  to  effectuate  the 
purposes  and  intent  of  the  Memorandum  of  Understanding  or  this  resolution,  and  are  in 
compliance  with  all  applicable  laws,  including  the  City  Charter. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  March  26,  2019. 


Secretary,  Public  Utilities  Commission 
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Accessible  Meeting  Policy:  The  San  Francisco  Public  Utilities  Commission  meeting  will  be  held  in  Room  400, 
at  1  Dr.  Carlton  B.  Goodlett  Place  (400  Van  Ness  Ave.),  San  Francisco,  CA.  The  closest  accessible  BART 
station  is  the  Civic  Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible  MUNI  lines  serving  this 
location  are:  MUNI  Metro  Lines  J-Church,  K-Ingleside,  L-Taraval,  M-Ocean  View,  N-Judah  and  T-Third  at  Van 
Ness  and  Civic  Center  Stations;  F-Market;  19-Polk,  47-Van  Ness;  49-Mission-Van  Ness;  5-Fulton;  6-Parnassus, 
21 -Hayes;  9-San  Bruno;  and  7-Haight  Noriega.  For  information  about  MUNI  accessible  services  call  701.4485. 

The  meeting  room  is  wheelchair  accessible.  Accessible  curbside  parking  spaces  have  been  designated  on  the 
Van  Ness  Avenue  and  McAllister  Street  perimeters  of  City  Hall  for  mobility-impaired  persons.  There  is 
accessible  parking  available  within  the  Civic  Center  Underground  Parking  Garage  at  the  corner  of  McAllister 
and  Polk  Streets,  and  within  the  Performing  Arts  Parking  Garage  at  Grove  and  Franklin  Streets. 

To  obtain  a  disability-related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain  meeting 
materials  in  alternative  format,  please  contact  Donna  Hood  at  415.554.3165.  Providing  at  least  72  hours  notice 
will  help  to  ensure  availability.  Written  reports  or  background  materials  for  calendar  items  are  available  for 
public  inspection  and  copying  at  525  Golden  Gate  Ave.,  13th  Floor  during  regular  business  hours  and  are 
available  on-line  at  http://www.sfwater.org/index. aspxTpaqe^l  67. 

To  assist  the  City’s  efforts  to  accommodate  persons  with  severe  allergies,  environmental  illnesses,  multiple 
chemical  sensitivity  or  related  disabilities,  attendees  at  public  meetings  are  reminded  that  other  attendees  may 
be  sensitive  to  various  chemical  based  products.  Please  help  the  City  to  accommodate  these  individuals. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are  prohibited 
at  this  meeting.  Please  be  advised  that  the  President  may  order  the  removal  from  the  meeting  room  of  any 
person(s)  responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other  similar  sound-producing 
electronic  devices. 

Know  Your  Rights  Under  the  Sunshine  Ordinance:  Government's  duty  is  to  serve  the  public,  reaching  its 
decision  in  full  view  of  the  public.  Commissions,  boards,  councils  and  other  agencies  of  the  City  and  County 
exist  to  conduct  the  people's  business.  This  ordinance  assures  that  deliberations  are  conducted  before  the 
people  and  that  City  operations  are  open  to  the  people's  review.  For  more  information  on  your  rights  under 
the  Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance,  contact  Administrator,  by  mail  to  Sunshine 
Ordinance  Task  Force,  1  Dr.  Carlton  B.  Goodlett  Place,  Room  244,  San  Francisco,  CA  94102.4689;  by 
phone  at  554.7724;  by  fax  at  554.7854;  or  by  email  at  sotf@sfgov.org. 

Copies  of  the  Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San 
Francisco  Public  Library  and  on  the  City’s  website  at  http://www.sfgov.org. 
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Lobbyist  Registration  and  Reporting  Requirements:  Individuals  and  entities  that  influence  or  attempt  to 
influence  local  legislative  or  administrative  action  may  be  required  by  the  San  Francisco  Lobbyist  Ordinance  [SF 
Campaign  &  Governmental  Conduct  Code  §2.100]  to  register  and  report  lobbying  activity.  For  more  information 
about  the  Lobbyist  Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van  Ness  Avenue, 
Suite  220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax  (415)  252-3112;  web  site  at 
www.sfqov.org/ethics. 

CEQA  Appeal  Rights  under  Chapter  31  of  the  San  Francisco  Administrative  Code:  If  the  Commission’s 
action  on  a  project  constitutes  the  Approval  Action  for  that  project  (as  defined  in  S.F.  Administrative  Code 
Chapter  31 ,  as  amended,  Board  of  Supervisors  Ordinance  Number  161-1 3),  then  the  CEQA  determination 
prepared  in  support  of  that  Approval  Action  is  thereafter  subject  to  appeal  within  the  time  frame  specified  in  S.F. 
Administrative  Code  Section  31 .16.  Typically,  an  appeal  must  be  filed  within  30  calendar  days  of  the  Approval 
Action  for  a  project  that  has  received  an  exemption  or  negative  declaration  pursuant  to  CEQA.  For  information 
on  filing  an  appeal  under  Chapter  31 ,  contact  the  Clerk  of  the  Board  of  Supervisors  at  City  Hall,  1  Dr.  Carlton  B. 
Goodlett  Place,  Room  244,  San  Francisco,  CA  94102,  or  call  (415)  554-5184.  If  the  Planning  Department’s 
Environmental  Review  Officer  has  deemed  a  project  to  be  exempt  from  further  environmental  review,  an 
exemption  determination  has  been  prepared  and  can  be  obtained  on-line  at  http://www.sf~ 
planninq.org/index.aspx2paqe-3447.Under  CEQA,  in  a  later  court  challenge,  a  litigant  may  be  limited  to  raising 
only  those  issues  previously  raised  at  a  hearing  on  the  project  or  in  written  correspondence  delivered  to  the 
Board  of  Supervisors,  Planning  Commission,  Planning  Department  or  San  Francisco  Public  Utilities 
Commission  at,  or  prior  to,  such  hearing,  or  as  part  of  the  appeal  hearing  process  on  the  CEQA  decision. 


ORDER  OF  BUSINESS 


1.  Call  to  Order 

2.  Roll  Call 

3.  Approval  of  the  Minutes  of  March  26,  201 9 

4.  General  Public  Comment  (discussion  only) 

Members  of  the  public  may  address  the  Commission  on  matters  that  are 

within  the  Commission’s  jurisdiction  and  are  not  on  today’s  agenda. 

5.  Communications  (discussion  only) 

a)  Advance  Calendar 

b)  Correspondence  Log 

c)  Contract  Advertisement  Report 

d)  Biodiversity  in  San  Francisco 

e)  Comprehensive  Annual  Financial  Report 

f)  Popular  Annual  Financial  Report 

g)  Status  of  Large  Development  Projects  in  the  Regional  Water  Supply 
Service  Area 

h)  Water  Supply  Conditions  Update 

6.  Other  Commission  Business  (discussion  only) 

a.  Recognition  of  Commissioner  Ike  Kwon  for  his  distinguished  service  to 
the  San  Francisco  Public  Utilities  Commission  (discussion  only) 

7.  Citizens’  Advisory  Committee  Quarterly  Report  (discussion  only)  (Zock) 

8.  Social  Impact  Partnership  Program  Update  (discussion  only)  (Ellis) 

9.  Report  of  the  General  Manager  (discussion  only) 

a)  CleanPowerSF  Update 

b)  Report  on  Recent  San  Francisco  Public  Utilities  Commission  Activities, 
Events  and  Announcements 

The  following  matters  before  the  San  Francisco  Public  Utilities  Commission  are 
recommended  for  action  as  stated  by  the  General  Manager  and  City  Attorney, 
where  applicable.  Explanatory  documents  provided  to  the  Commission  in 
connection  with  this  agenda  are  available  for  public  inspection  and  copying  at 
the  Office  of  the  Commission  Secretary,  525  Golden  Gate  Avenue,  13th  Floor, 
San  Francisco,  CA  94102;  Telephone:  (415)  554-3165;  Fax:  (415)  554-3424; 
and  are  available  on-line  at  http://www. sfwater. org/index. aspx?page=1 6 7 

CONSENT  CALENDAR 

10.  All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to  be 
routine  by  the  San  Francisco  Public  Utilities  Commission  and  will  be  acted  upon 
by  a  single  vote  of  the  Commission.  There  will  be  no  separate  discussion  of 
these  items  unless  a  member  of  the  Commission  or  the  public  so  requests,  in 


which  event  the  matter  will  be  removed  from  the  Calendar  and  considered  as  a 
separate  item. 


a) 


100063 


b) 

130064 


C) 

190065 

d) 

190066 

e) 

190067 


f) 

190068 


Approve  an  increase  of  365  consecutive  calendar  days  (one  year)  to  the 
contract  duration  contingency,  for  Contract  No.  DB-128R2,  Bay  Corridor 
Transmission  and  Distribution  -  Phase  1;  and  authorize  the  General 
Manager  to  approve  future  modifications  to  the  contract  for  a  total  revised 
contract  duration  of  up  to  1 ,036  consecutive  calendar  days  (approximately 
two  years  and  10  months),  with  no  change  to  contract  amount.  (How) 

Approve  Amendment  No.  1  to  Agreement  Nos.  PRO. 0076. A-C,  As-Needed 
Engineering  Design  Services,  with  Kennedy/Jenks-AGS  JV  (PRO. 0076. A), 
AECOM  Technical  Services,  Inc.  (PRO. 0076. B),  and  Stantec-WRE  JV 
(PRO. 0076. C),  and  authorize  the  General  Manager  to  execute  this 
amendment,  increasing  each  agreement  by  $2,000,000  for  a  total  not-to- 
exceed  agreement  amount  of  $6,000,000,  with  no  change  to  contract 
duration.  (How) 

Accept  work  performed  by  Bay  Area  Lightworks,  Inc.,  for  Contract  No.  PW- 
006R,  Tenderloin  Pedestrian  Lighting  Improvement;  approve  Modification 
No.  1  (Final)  decreasing  the  contract  amount  by  $64,845  and  increasing  the 
contract  duration  by  209  consecutive  calendar  days  (approximately  seven 
months),  for  a  total  contract  amount  of  $2,365,415  and  a  total  contract 
duration  of  539  consecutive  calendar  days  (approximately  one  year  and 
eight  months);  and  authorize  final  payment  to  the  contractor.  (Hale) 

Accept  work  performed  by  G4S  Technology  LLC  for  Contract  No.  WD- 
2707,  As-Needed  Integration  Services  (Lenel  VAR  Required)  -  2013  to 
2015;  approve  Modification  No.  7,  decreasing  the  contract  amount  by 
$258,610,  and  extending  the  contract  duration  by  328  consecutive  calendar 
days  (approximately  1 1  months),  for  a  total  contract  amount  of  $923,987, 
and  a  total  contract  duration  of  1 ,569  consecutive  calendar  days 
(approximately  four  years  and  three  and  one-half  months);  and  authorize 
final  payment  to  the  contractor.  (How) 

Approve  the  plans  and  specifications,  and  award  Contract  No.  WD-2719,  8- 
Inch  DIP  and  12-Inch  ERDIP  Water  Main  Installation  on  22nd  Street  from 
Fair  Oaks  Street  to  Hampshire  Street,  in  the  amount  of  $3,834,874,  with  a 
duration  of  615  consecutive  calendar  days  (approximately  one  year  and 
eight  months),  to  the  lowest,  qualified,  responsible  and  responsive  bidder, 
Mitchell  Engineering.  This  action  constitutes  the  Approval  Action  for  the 
project  for  the  purposes  of  the  California  Environmental  Quality  Act, 
pursuant  to  Section  31 .04  (h)  of  the  San  Francisco  Administrative  Code. 

(How) 


Approve  an  increase  of  $1 ,500,000  to  the  existing  contract  cost 
contingency,  and  an  increase  of  120  consecutive  calendar  days  (three 
months),  to  the  contract  duration  contingency  for  Contract  No.  WD-2794A, 
Sunol  Long  Term  Improvements  -  Sunol  Yard;  and  authorize  the  General 
Manager  to  approve  future  modifications  to  the  contract  for  a  total  contract 
amount  of  up  to  $36,454,700  and  a  total  contract  duration  of  up  to  957 


consecutive  calendar  days  (approximately  two  years  and  seven  months). 

(How) 


g) 


190069 


h) 

190070 


Accept  work  performed  by  Hoseley  Corporation  for  Contract  No.  WD- 
2850(1),  Crystal  Springs/San  Andreas  Pipeline  Erosion  Repair,  at  OW-13 
and  OW-18;  approve  Modification  No.  2  (Final),  increasing  the  contract 
amount  by  $3,313,  for  a  total  contract  amount  of  $418,040  and  decreasing 
the  contract  duration  by  34  calendar  days  for  a  total  final  duration  of  56 
consecutive  calendar  days;  and  authorize  final  payment  to  the  contractor. 

(How) 

Accept  work  performed  by  D’Arcy  and  Harty  Construction,  Inc.,  for  Contract 
No.  WW-618,  Richmond/Sunset  Districts  Sewer  Replacement  and 
Pavement  Renovation;  approve  Modification  No.  5  (Final),  decreasing  the 
contract  amount  by  $377,902  for  a  total  contract  amount  of  $8,989,273;  and 
authorize  final  payment  to  the  contractor.  (How) 


1 1 .  Other  New  Business  (discussion  only) 


12.  Adjournment 
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1 .  Call  to  Order 

President  Caen  called  the  meeting  to  order  at  1:34  PM. 

2.  Roll  Call 

Present:  Caen,  Moran  and  Kwon 
Excused:  Vletor 

3.  Approval  of  the  Minutes  of  March  26,  2019 

On  Motion  to  approve  the  Minutes  of  March  12,  2019: 

Aye:  Caen,  Moran  and  Kwon 

No  public  comment. 

4.  General  Public  Comment 

-  Francisco  DaCosta  discussed  Southeast  Sector  and  the  digester  project; 
the  need  for  the  project  to  benefit  the  community;  and  the  need  for 
transparency. 

President  Caen  noted  her  interest  in  the  digester  project  and  indicated  that 
she  has  requested  monthly  verbal  updates  and  will  be  visiting  the  site. 

-  Ann  Clark  thanked  Michael  Carlin  for  the  Water  in  the  Wilderness  program 
at  the  Commonwealth  Club.  She  discussed  the  Balboa  Reservoir  site 
parking  and  stated  that  there  is  only  one  road  in  and  out. 

5.  Communications 

a)  Advance  Calendar 

b)  Correspondence  Log 

c)  Contract  Advertisement  Report 

d)  Biodiversity  in  San  Francisco 

e)  Comprehensive  Annual  Financial  Report 

f)  Popular  Annual  Financial  Report 

g)  Status  of  Large  Development  Projects  in  the  Regional  Water  Supply 

Service  Area 

h)  Water  Supply  Conditions  Update 

Commissioner  Moran  referenced  a  letter  from  the  Mayor  regarding  the 
possibility  of  SFPUC  acquiring  PG&E’s  distribution  system.  He 
requested  that  as  part  of  the  SFPUC’s  report,  an  analysis  be  conducted 
as  to  how  large  municipal  utilities  in  California  are  governed,  including 
their  governance  structure. 

No  public  comment. 

6.  Other  Commission  Business 
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a.  Recognition  of  Commissioner  Ike  Kwon  for  his  distinguished  service  to 

the  San  Francisco  Public  Utilities  Commission 
President  Caen  indicated  that  Commissioner  Kwon  has  resigned  his 
position  and,  at  the  request  of  the  Mayor,  will  become  a  member  of  the 
Treasure  Island  Development  Authority  (TIDA)  Board.  She  thanked  him 
for  his  leadership  and  service  and  noted  his  major  accomplishments. 

She  wished  Commissioner  Kwon  well  in  his  new  role  and  presented  him 
with  a  water  meter  cover. 

General  Manager  (GM)  Kelly,  Jr.  thanked  Commissioner  Kwon  for  his 
leadership  and  guidance  and  wished  him  well  on  the  TIDA  Board. 

Commissioner  Moran  thanked  the  Commissioner  for  his  work  and  for  his 
help  with  scientific  issues  via  his  work  at  the  California  Academy  of 
Sciences. 

Commissioner  Kwon  thanked  the  Commission  and  SFPUC  staff  for  their 
work. 

Public  Comment 

-  Francisco  DaCosta  stated  Commissioner  Kwon  is  unassuming  and 
astute.  He  thanked  him  for  his  assistance  with  archeological  finds. 

-  D.J.  Brookter,  Executive  Director,  Young  Community  Developers, 
noted  his  work  with  Commissioner  Kwon  and  thanked  him  for  his 
service. 

7.  Citizens’  Advisory  Committee  (CAC)  Quarterly  Report 

Amy  Zock,  CAC  Chair,  provided  the  report,  noting  her  top  priority  is  filling 
four  vacancies.  She  discussed  the  first  CAC  resolution  passed  this  year.  She 
reviewed  the  Power,  Wastewater  and  Water  subcommittees  priorities  for  the 
quarter. 

President  Caen  thanked  Chair  Zock  for  her  work. 

No  public  comment. 

8.  Social  Impact  Partnership  Program  Update 

Yolanda  Manzone,  Deputy  Assistant  General  Manager  (AGM),  External 
Affairs,  provided  the  update:  ( 1 )  History  and  context:  (2)  Process  overview: 
(3)  Program  parameters;  and  (4)  Where  we  are  today. 

Commissioners  Kwon  and  President  Caen  thanked  Yolanda  for  her  work. 

GM  Kelly,  Jr.  briefly  discussed  the  process  involved  during  Program 
implementation. 

Public  Comment 
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Francisco  DaCosta  discussed  his  participation  in  the  Community  Task 
Force  and  their  requests  for  community  benefits,  with  an  emphasis  on 
education  and  career  jobs.  Fie  noted  the  need  for  equity. 

-  Kush  Chohan,  McMillen  Jacob  Associates,  discussed  his  firm’s 
participation  in  the  Program  since  2016,  and  their  focus  areas  and 
contributions. 

-  Alyssa  Gomez,  Intern,  Alameda  County  Resource  Conservation  District, 
discussed  her  work  and  benefits  she  received  via  the  Program. 

Ofelia  Bello,  Executive  Director,  Youth  United  for  Community  Action 
(YUCA),  discussed  the  mission  of  her  organization  and  their  partnership 
with  Brown  and  Caldwell.  A  second  speaker  (inaudible  name),  discussed 
Brown  and  Caldwell’s  programs  at  YUCA. 

-  Pavitra  Prabahakar,  Carollo  Engineers,  discussed  their  involvement  with 
the  Sewer  System  Improvement  Program  Fleadworks  Project,  and  the 
scholarships  they  provide  to  students. 

-  Mary  Martins,  FIDR  Engineering,  discussed  their  involvement  with  the 
Social  Impact  Partnership  Program.  Enrique  Ovando,  Salvation  Army, 
discussed  their  partnership  with  HDR  Engineering  and  the  value  of  the 
Program  to  the  Salvation  Army. 

-  DJ  Brookter,  Executive  Director,  Young  Community  Developers, 
discussed  Sewer  System  Improvement  Program  Cityworks  Internship 
Program’s  goals  and  impact  on  the  Bayview  community.  He  noted  75 
participants  have  passed  through  the  program. 

-  Javon  Phillips,  Cityworks  Internship  Program  past-participant,  noted  his 
recent  graduation  from  Morehouse  College.  He  discussed  the  importance 
of  the  internship  on  his  education  and  career  goals. 

-  Ms.  Clemens,  Cityworks  Internship  Program  past-participant,  indicated 
the  program  enriched  her  professional  development  and  networking.  She 
noted  her  recent  graduation  from  Agnes  Scott  College. 

-  Elijah  Dale,  Cityworks  Internship  Program  past-participant,  graduate  of 
University  of  Hawaii,  and  master’s  candidate  at  the  University  of  San 
Francisco,  discussed  the  Program  providing  him  and  his  peers  the 
opportunity  to  develop  and  network. 

Commissioner  Kwon  thanked  Mr.  Brookter  for  the  partnership  between  the 

SFPUC  and  the  Young  Community  Developers.  Mr.  Brookter  thanked  GM 

Kelly,  Jr.  for  his  work  on  and  support  for  the  Program. 

Robert  Davis,  Parsons  Corporation,  provided  a  copy  of  their  2018 
Corporate  Social  Responsibility  Report.  He  disused  Parson’  long¬ 
standing  participation  in  and  commitment  to  the  Program. 

-  Vidrale  Franklin  and  Dr.  Rodgers,  Principal  and  Assistant  Principal,  Dr. 
Charles  Drew  Elementary  School,  discussed  their  student  reading  level 
goals  (40%  reading  at  grade  level  by  end  of  the  school  year).  She  noted 
their  partnerships  with  Webcor  and  MWH,  who  purchased  laptops  for  first 
grade  students,  which  allowed  students  the  opportunity  to  practice 
reading,  resulting  in  them  surpassing  the  reading  level  goal. 
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Teresa  Goines,  Old  Skool  Cafe,  stated  the  restaurant  is  a  youth-run 
(ages  16-22)  supper  jazz  club,  with  the  youth  running  the  restaurant  and 
entertainment,  and  learning  valuable  life  and  employment  skills. 

-  Daniel  Rumley,  Deputy  Director,  Urban  Ed  Academy,  discussed  their 
partnership  with  AECOM,  Parsons,  and  Brown  and  Caldwell,  which  has 
allowed  the  Academy  to  get  off  the  ground. 

Yolanda  Manzone  responded  to  a  question  from  Commissioner  Moran  as  to 
the  existence  of  a  scorecard  to  measure  outcomes,  benchmarks,  and  track 
programs.  GM  Kelly,  Jr.  and  AGM  Ellis  provided  additional  response  on 
monitoring  and  tracking.  Commissioner  Moran  emphasized  the  importance 
of  doing  so. 


9.  Report  of  the  General  Manager 

a)  CleanPowerSF  (CPSF)  Update 

Barbara  Hale,  AGM  Power,  provided  the  update:  ( 1 )  Enrollment:  400,000 
customer  accounts  by  the  end  of  April.  2.7%  opt-out  rate  and  1.4% 
SuperGreen  upgrade  rate.  Sales  volume  of  SuperGreen  (100% 
renewable)  customers  is  3.5%  of  projected  CPSF  sales;  and  (2)  CPSF 
and  PG&E  Rates  Comparison:  CPSF  customers  currently  pay  less  for 
service  than  PGE’s  customers  pay  for  default  service.  AGM  Hale 
provided  further  comparisons  between  CPSF  and  PG&E  residential  and 
commercial  service  charges. 

No  public  comment. 

b)  Report  on  Recent  San  Francisco  Public  Utilities  Commission  Activities, 

Events  and  Announcements 

None. 


10.  Consent  Calendar 

a)  Approve  an  increase  of  365  consecutive  calendar  days  to  the  contract 

duration  contingency,  for  Contract  No.  DB-128R2,  Bay  Corridor 

Transmission  and  Distribution  -  Phase  1 ;  and  authorize  the  General 

Manager  to  approve  future  modifications  to  the  contract  for  a  total  revised 

contract  duration  of  up  to  1 ,036  consecutive  calendar  days,  with  no  change 

to  contract  amount.  (Resolution  19-0063) 


b)  Approve  Amendment  No.  1  to  Agreement  Nos.  PRO.OQ76.A-C,  As-Needed 

Engineering  Design  Services,  with  Kennedv/Jenks-AGS  JV  (PRQ.0076.A), 

AECOM  Technical  Services.  Inc.  (PRQ.0076.B),  and  Stantec-WRE  JV 

(PRQ.0076.C),  and  authorize  the  General  Manager  to  execute  this 

amendment,  increasing  each  agreement  by  $2.000,000  for  a  total  not-to- 

exceed  agreement  amount  of  $6,000,000,  with  no  change  to  contract 

duration.  (Resolution  19-0064) 


c)  Accept  work  performed  by  Bay  Area  Lightworks,  Inc.,  for  Contract  No.  PW- 

006R,  Tenderloin  Pedestrian  Lighting  Improvement;  approve  Modification 
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No.  1  (Final)  decreasing  the  contract  amount  by  $64,845  and  increasing  the 

contract  duration  by  209  consecutive  calendar  days,  for  a  total  contract 

amount  of  $2,365,415  and  a  total  contract  duration  of  539  consecutive 


calendar  days;  and  authorize  final  payment  to  the  contractor.  (Resolution 
19-0065) 

d)  Accept  work  performed  by  G4S  Technology  LLC  for  Contract  No.  WD-2707, 

As-Needed  Integration  Services  (Lenel  VAR  Required)  -  2013  to  2015: 

approve  Modification  No.  7,  decreasing  the  contract  amount  by  $258,610 


.  .  i  *  *■  i  i 

and  extending  the  contract  duration  by  328  consecutive  calendar  days,  for  a 

total  contract  amount  of  $923,987,  and  a  total  contract  duration  of  1,569 


consecutive  calendar  days;  and  authorize  final  payment  to  the  contractor. 

(Resolution  19-0066) 


e)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WD-2719,  8- 

Inch  DIP  and  12-Inch  ERDIP  Water  Main  Installation  on  22nd  Street  from 

Fair  Oaks  Street  to  Hampshire  Street,  in  the  amount  of  $3,834.874,  with  a 


duration  of  615  consecutive  calendar  days,  to  the  lowest,  qualified. 

responsible  and  responsive  bidder.  Mitchell  Engineering.  This  action 

constitutes  the  Approval  Action  for  the  project  for  the  purposes  of  the 

California  Environmental  Quality  Act,  pursuant  to  Section  31 .04  (h)  of  the 

San  Francisco  Administrative  Code.  (Resolution  19-0067) 

f)  Approve  an  increase  of  $1 ,500,000  to  the  existing  contract  cost 

contingency,  and  an  increase  of  120  consecutive  calendar  days,  to  the 

contract  duration  contingency  for  Contract  No.  WD-2794A,  Sunol  Long 

Term  Improvements  -  Sunol  Yard;  and  authorize  the  General  Manager  to 

approve  future  modifications  to  the  contract  for  a  total  contract  amount  of  up 

to  $36,454,700  and  a  total  contract  duration  of  up  to  957  consecutive 


calendar  days.  (Resolution  19-0068) 

g)  Accept  work  performed  by  Floseley  Corporation  for  Contract  No,  WD- 

2850(1),  Crystal  Springs/San  Andreas  Pipeline  Erosion  Repair,  at  OW-13 

and  OW-18;  approve  Modification  No.  2  (Final),  increasing  the  contract 


amount  by  $3,313,  for  a  total  contract  amount  of  $418,040  and  decreasing 
the  contract  duration  by  34  calendar  days  for  a  total  final  duration  of  56 

consecutive  calendar  days;  and  authorize  final  payment  to  the  contractor. 

(Resolution  19-0069) 

h)  Accept  work  performed  by  D’Arcv  and  Hartv  Construction,  Inc.,  for  Contract 

No.  WW-618,  Richmond/Sunset  Districts  Sewer  Replacement  and 
Pavement  Renovation;  approve  Modification  No.  5  (Final),  decreasing  the 
contract  amount  by  $377,902  for  a  total  contract  amount  of  $8,989,273;  and 


authorize  final  payment  to  the  contractor.  (Resolution  19-0070) 

On  Motion  to  approve  Consent  Calendar  items  10a  through  lOh: 
Aye:  Caen,  Moran  and  Kwon 


11.  Other  New  Business 
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None. 


12.  Adjournment 

President  Caen  adjourned  the  meeting  at  3:13  PM. 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0063 


WHEREAS,  On  April  25,  2017,  per  Resolution  No.  17-0092,  this  Commission  approved 
the  award  of  Power  Enterprise  and  Sewer  System  Improvement  Program  (SSIP)-funded  Design- 
Build  Contract  No.  DB-128R2,  Bay  Corridor  Transmission  and  Distribution  -  Phase  1  (Project), 
to  A  &  B  Construction  to  perform  design  and  construction  of  an  electrical  duct  bank,  Wastewater 
Enterprise  Mariposa  dry- weather  force  main,  and  gravity  sewer  improvements;  and 

WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  issued  the  first 
Notice-to-Proceed  to  initiate  design  services  for  the  Project  on  July  27,  2017;  and 

WHEREAS,  The  original  contract  amount  was  $15,283,930,  and  the  original  contract 
duration  was  458  consecutive  calendar  days;  and 

WHEREAS,  Section  6.22(h)  of  the  Administrative  Code  requires  Commission  approval 
of  any  cumulative  increase  in  contract  price  or  duration  in  excess  of  10%  of  the  original  contract 
price  or  duration;  and 

WHEREAS,  On  January  9,  2018,  per  Resolution  No.  18-0008,  this  Commission 
approved  an  increase  in  the  contract  cost  contingency  in  the  amount  of  $7,653,800  and  an 
increase  in  the  construction  duration  contingency  in  the  amount  of  168  consecutive  calendar 
days;  and 

WHEREAS,  An  increase  of  365  calendar  days  to  the  existing  213-day  contract  duration 
contingency  is  being  requested  for  a  total  duration  contingency  of  578  to  account  for  scope 
additions  and  coordination  with  concurrent  construction  projects;  and 

WHEREAS,  The  Contract  Monitoring  Division  established  a  Local  Business  Enterprise 
(LBE)  subcontracting  requirement  of  20%  for  design  work  and  15%  for  construction  work  for 
this  contract,  and  the  contractor  committed  to  a  LBE  subcontracting  participation  of  20%  for 
design  work  and  21.5%  for  construction  work  with  its  bid  submittal;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUH870  -  Distribution  Services  Retail 
Customers,  Project  No.  CWWSIPCSPS03  -  Mariposa  Dry-Weather  Pump  Station  and  Force 
Main  Improvements,  and  Project  No.  CUWAW2AW43  -  Mariposa  Terry  A.  Francois  Blvd 
AWSS  Pipeline;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  an  increase  of  365  calendar  days  to 
the  existing  duration  contingency,  for  a  total  contract  duration  contingency  of  578  calendar  days 
for  the  Power  Enterprise  Program,  Water  Enterprise  Program,  and  Sewer  System  Improvement 
Program- funded  Contract  No.  DB-128R2,  Bay  Corridor  Transmission  and  Distribution  -  Phase 
1 ;  and  be  it 


FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager 
to  consider  and,  if  appropriate,  to  approve  future  modifications  to  the  contract  duration  tor  a  total 
contract  duration  of  up  to  1,036  consecutive  calendar  days,  with  no  change  to  the  contract 

amount. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  April  9,  2019. 


Secretary ,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


19-0064 


WHEREAS,  Following  a  competitive  process,  on  January  9,  2018,  per  Resolution  18- 
0009,  this  Commission  awarded  Agreement  Nos.  PR0.0076.A-C,  As-Needed  Engineering 
Design  Services,  and  authorized  the  General  Manager  of  the  San  Francisco  Public  Utilities 
Commission  (SFPUC)  to  negotiate  and  execute  three  professional  services  agreements,  each  with 
an  amount  not  to  exceed  $4,000,000  and  each  with  a  duration  of  five  years,  with  Kennedy/Jenks- 
AGS  JV  (PR0.0076.A),  AECOM  Technical  Services,  Inc.  (PR0.0076.B),  and  Stantec-WRE  JV 
(PRO. 0076. C);  and 

WHEREAS,  Amendment  No.  1  is  being  requested  to  increase  the  amount  of  each 
agreement  by  $2,000,000,  increasing  the  total  not-to-exceed  agreement  amount  for  each 
agreement  to  $6,000,000,  with  no  change  to  the  duration  of  the  agreements,  in  order  to  continue 
providing  As-Needed  Engineering  Design  Services;  and 

WHEREAS,  A  Contract  Monitoring  Division  (CMD)  subconsulting  requirement  of  16% 
Local  Business  Enterprise  participation  has  been  established  for  this  agreement,  and 
Kennedy/Jenks-AGS  JV,  AECOM  Technical  Services,  Inc,  and  Stantec-WRE  JV  are  committed 
to  meeting  their  proposed  LBE  participation  requirements  of  17.50%,  21.85%,  and  18.50%.;  and 

WHEREAS,  Funds  for  these  amendments  are  available  from  individual  projects;  now, 
therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  1  to  Project- 
funded  Agreement  Nos.  PRO. 0076. A-C,  As-Needed  Engineering  Design  Services,  with 
Kennedy/Jenks-AGS  JV  (PRO. 0076. A),  AECOM  Technical  Services,  Inc.  (PRO. 0076. B),  and 
Stantec-WRE  JV  (PR0.0076.C),  and  authorizes  the  General  Manager  of  the  SFPUC  to  execute 
these  amendments  increasing  each  agreement  by  $2,000,000  for  a  total  not-to-exceed  agreement 
amount  of  $6,000,000  each,  with  no  change  to  the  duration  of  each  agreement. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  April  9,  201° 


Secretary ,  Public  Utilities  Commission 


v.' 


vh  ■'  AAjV\A*a' 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0065 


WHEREAS,  Construction  has  been  completed  for  Power  Enterprise,  Hetch  Hetchy 
Power  Program-funded  Contract  No.  PW-006R,  Tenderloin  Pedestrian  Lighting  Improvement, 
by  the  contractor,  Bay  Area  Lightworks,  Inc.;  and 

WHEREAS,  On  March  14,  2017,  by  Resolution  No.  17-0051,  this  Commission  approved 
the  award  of  Contract  No.  PW-006R,  Tenderloin  Pedestrian  Lighting  Improvement,  in  the 
amount  of  $2,430,260  to  the  lowest  qualified,  responsible,  and  responsive  bidder,  Bay  Area 
Lightworks,  Inc.;  and  - 

WHEREAS,  The  construction  contract  Notice-to- Proceed  date  was  set  for  May  31,  2017 
with  an  original  contract  duration  of  330  consecutive  calendar  days;  and 

WHEREAS,  Section  6.22(h)  of  the  Administrative  Code  requires  that  any  cumulative 
increase  in  contract  price  or  duration  in  excess  of  10%  of  the  original  contract  price  or  duration 
be  approved  by  this  Commission;  and 

WHEREAS,  Modification  No.  1  (Final)  is  being  requested  to  decrease  the  contract 
amount  by  $64,845,  and  increase  the  contract  duration  by  209  consecutive  calendar  days,  to 
account  for  miscellaneous  additional  work  scope  and  material  changes,  pay  item  quantity  over¬ 
runs,  an  equitable  adjustment  on  under-used  pay  items  and  deletion  of  contract  work,  and  final 
bid  item  reconciliation,  for  a  final  contract  amount  of  $2,365,415  and  a  final  contract  duration  of 
539  consecutive  calendar  days;  and 

WHEREAS,  The  contract  work  was  completed  in  539  consecutive  calendar  days  on 
November  20,  2018;  and 

WHEREAS,  The  Contract  Monitoring  Division  (CMD)  established  a  20%  LBE 
subcontractor  participation  goal  for  this  contract  and  the  contractor  committed  to  a  LBE 
participation  of  20.72%  with  its  bid  submittal,  and  CMD  has  determined  that  the  contractor  made 
a  good  faith  effort  to  comply  with  the  subcontracting  goal  by  achieving  a  final  LBE  participation 
of  15.44%;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUH896-47,  Tenderloin  Street 
Improvements  and  from  “community  benefit”  grant  funds  administered  by  the  Mayor’s  Office 
pursuant  to  the  Development  Agreement  with  California  Pacific  Medical  Center  approved  by 
Board  of  Supervisors  Ordinance  No.  138-18;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  accepts  work  performed  by  Bay  Area  Lightworks, 
Inc.  for  Power  Enterprise,  Hetch  Hetchy  Power  Program-tunded  Contract  No.  PW-006R, 
Tenderloin  Pedestrian  Lighting  Improvement,  approves  Modification  #1  (Final),  decreasing  the 
contract  amount  by  $64,845  and  increasing  the  contract  duration  by  209  consecutive  calendar 
days,  for  a  total  contract  amount  of  $2,365,415,  and  a  total  contract  duration  of  539  consecutive 
calendar  days,  and  authorizes  final  payment  to  the  contractor. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  April  9,  2019. 


Secretary ,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0066 


WHEREAS,  Construction  has  been  completed  for  Water  Enterprise,  Water  System 
Improvement  Program  (WSIP)-funded  Contract  No.  WD-2707,  As-Needed  Integration  Services 
(Lenel  VAR  Required)  -  2013  to  2015,  by  the  contractor,  G4S  Technology  LLC;  and 

WHEREAS,  On  February  11,  2014,  by  Resolution  No.  14-0028,  this  Commission 
awarded  Contract  No.  WD-2707,  As-Needed  Integration  Services  (Lenel  VAR  Required)  -  2013 
to  2015,  in  the  amount  of  $1,187,648,  to  the  lowest  qualified,  responsible,  and  responsive  bidder, 
G4S  Technology  LLC;  and 

WHEREAS,  The  original  contract  amount  was  for  $1,187,648  and  the  original  contract 
duration  was  730  consecutive  calendar  days;  and 

WHEREAS,  Modification  Nos  1-2.  were  issued  to  re-encumber  funds  under  a  new  index 
code,  with  no  change  to  the  contract  amount  and  contract  duration;  and 

WHERAS,  Sections  6.22(h)  of  the  Administrative  Code  requires  that  any  cumulative 
increase  in  contract  price  or  duration  in  excess  of  10%  of  the  original  contract  price  or  duration 
be  approved  by  this  Commission;  and 

WHEREAS,  On  June  14,  2016,  per  Resolution  No.  16-0110,  this  Commission  approved 
an  increase  to  the  existing  contract  duration  contingency  in  the  amount  of  180  consecutive 
calendar  days,  for  a  total  contract  duration  contingency  of  253  consecutive  calendar  days  and  a 
total  contract  duration  of  up  to  983  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  3  was  issued,  per  Resolution  No.  16-0110,  for  180 
calendar  days  to  account  for  delays  in  security  equipment  installation  due  to  delays  in  completion 
of  select  WSIP  projects,  increasing  the  contract  duration  to  910  consecutive  calendar  days;  and 

WHEREAS,  On  March  28,  2017,  per  Resolution  No.  17-0057,  this  Commission 
approved  an  increase  to  the  existing  contract  duration  contingency  in  the  amount  of  258 
consecutive  calendar  days,  for  a  total  contract  duration  contingency  of  511  consecutive  calendar 
days  and  a  total  contract  duration  of  up  to  1,241  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  4  was  issued,  per  Resolution  No.  17-0057,  for  $34,116 
and  331  calendar  days  to  account  for  delays  in  security  equipment  installation  due  to  delays  in 
completion  of  select  WSIP  projects,  increasing  the  contract  amount  to  $1,221,764  and  increasing 
the  contract  duration  to  1,241  consecutive  calendar  days;  and 

WHEREAS,  Modification  Nos.  5-6  were  issued  for  ($39,168)  to  account  for  unused  bid 
items,  decreasing  the  contract  amount  to  $1,182,587;  and 

WHEREAS,  Modification  No.  7  (Final)  is  being  requested  for  ($258,610)  and  328 
calendar  days  to  account  for  unused  bid  items,  to  complete  punch-list  work,  to  perform  final 
testing,  and  to  submit  O&M  manuals  and  final  record  documents,  decreasing  the  contract  amount 
to  $923,987  and  increasing  the  contract  duration  to  1,569  consecutive  calendar  days;  and 


WHEREAS,  The  Chapter  14B  Local  Business  Enterprise  subcontracting  goal  was  waived 
for  this  project;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUW36302,  System  Security 
Upgrades;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  accepts  work  performed  by  G4S  Technology 
LLC  for  Water  Enterprise,  WSLP-funded  Contract  No.  WD-2707,  As-Needed  Integration 
Services  (Lenel  VAR  Required)  -  2013  to  2015,  approves  Modification  No.  7  (Final)  decreasing 
the  contract  by  $258,610  for  a  total  contract  amount  of  $923,987,  and  extending  the  duration  by 
328  consecutive  calendar  days  for  a  total  contract  duration  of  1,569  consecutive  calendar  days, 
and  authorizes  final  payment  to  the  contractor. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  April  9,  2019. 


Secretary ,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0067 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  advertised  Water 
Enterprise,  Local  Conveyance/Distribution  System  Program-funded  Contract  No.  WD-2719,  8- 
Inch  DIP  and  12-Inch  ERDIP  Water  Main  Installation  on  22nd  Street  from  Fair  Oaks  Street  to 
Hampshire  Street,  on  January  10,  2019;  and 

WHEREAS,  The  Engineer’s  Estimate  is  $3,950,000  for  this  construction  contract  work  to 
install  approximately  8,500  feet  of  ductile  iron  water  conveyance  pipe  and  ancillary  water 
service  pipe,  construct  curb  ramps,  and  perform  pavement  restoration  work;  and 

WHEREAS,  The  contract  duration  is  615  consecutive  calendar  days;  and 

WHEREAS,  Nine  (9)  bids  were  received  and  opened  publicly  on  February  7,  2019;  and 

WHEREAS,  SFPUC  staff  and  Contract  Monitoring  Division  (CMD)  review  of  the  bids 
for  qualifications,  responsibility,  responsiveness,  and  application  of  bid  preferences  resulted  in 
the  establishment  of  Mitchell  Engineering  as  the  lowest,  qualified,  responsible,  and  responsive 
bidder;  and 

WHEREAS,  The  CMD  established  a  Local  Business  Enterprise  (LBE)  subcontracting 
requirement  of  20%  for  this  contract,  and  the  contractor  committed  to  an  LBE  subcontracting 
participation  of  23.36%  with  its  bid  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City’s  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible,  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  On  July  26,  2018  the  Planning  Department  determined  that  this  Project  is 
categorically  exempt  from  the  California  Environmental  Quality  Act  (CEQA)  Guidelines  under 
Section  15302,  Class  2  (Replacement  and  Reconstruction);  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUW280PR38  (10015164),  WD- 
2719,  8-Inch  DIP  and  12-Inch  ERDIP  Water  Main  Installation  on  22nd  Street  from  Fair  Oaks 
Street  to  Hampshire  Street;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and  awards 
Water  Enterprise,  Local  Conveyance/Distribution  System  Program-funded  Contract  No.  WD- 
2719,  8-Inch  DIP  and  12-Inch  ERDIP  Water  Main  Installation  on  22nd  Street  trom  Fair  Oaks 
Street  to  Hampshire  Street,  in  the  amount  of  $3,834,874,  with  a  duration  of  615  consecutive 
calendar  days,  to  the  lowest,  qualified,  responsible,  and  responsive  bidder,  Mitchell  Engineering. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  April  9,  2019. 


Secretary ,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0068 


WHEREAS,  On  November  8,  2016,  per  Resolution  No.  16-0234,  this  Commission 
approved  the  award  of  Water  Enterprise,  Capital  Improvement  Program  (CIP)  funded  Contract 
No.  WD-2794A,  Sunol  Long  Term  Improvements  -  Sunol  Yard  Project,  to  S.J.  Amoroso 
Construction  Company,  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-to-Proceed  date  was  January  17,  2017;  and 

WHEREAS,  The  original  contract  amount  was  $31,777,000  and  the  original  contract 
duration  was  668  consecutive  calendar  days;  and 

WHEREAS,  Section  6.22(h)(2)  of  the  Administrative  Code  requires  that  any  cumulative 
extensions  of  duration  in  excess  of  10%  of  the  original  contract  duration  to  complete 
construction  work  be  approved  by  the  Commission;  and 

WHEREAS,  November  13,  2018,  per  Resolution  No.  18-0183,  this  Commission 
approved  an  increase  to  the  construction  duration  contingency  in  the  amount  of  102  consecutive 
calendar  days  to  address  unanticipated  archaeological  and  historic  discoveries  and  unforeseen 
unsuitable  soil  conditions  within  the  Sunol  yard,  increasing  the  contract  duration  contingency  to 
169  days,  for  a  total  contract  duration  of  up  to  837  consecutive  calendar  days;  and 

WHEREAS,  An  increase  to  the  construction  contract  cost  contingency  in  the  amount  of 
$1,500,000  and  an  increase  to  the  contract  duration  contingency  in  the  amount  of  120  calendar 
days  is  being  requested  to  address  ongoing  unanticipated  archaeological  and  historic  discoveries 
and  unforeseen  unsuitable  soil  conditions  within  the  Sunol  yard;  to  install  landscaping  on  the  7 
acre  project  site;  and  to  address  potential  contract  extended  field  office  overhead  claims  related 
to  construction  delays;  and 

WHEREAS,  The  Contract  Monitoring  Division  (CMD)  established  a  Local  Business 
Enteiprise  (LBE)  subcontracting  requirement  of  15%  for  this  contract,  and  the  contractor 
committed  to  a  LBE  participation  of  16.51%  with  its  bid  submittal,  and  this  remains  unchanged; 
and 

WHEREAS,  Funds  are  available  from  Project  No.  CUW-27701  Sunol  Long  Term 
Improvements;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  an  increase  of  $1,500,000  to  the 
existing  construction  contract  cost  contingency  and  an  increase  of  120  consecutive  calendar  days 
to  the  existing  contract  duration  contingency  for  the  Water  Enterprise  funded  Contract  No.  WD- 
2794A,  Sunol  Long  Term  Improvements  -  Sunol  Yard,  for  a  total  construction  cost  contingency 
amount  of  $4,677,700  and  a  total  contract  duration  contingency  of  289  calendar  days;  and  be  it 


FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager, 
or  his  designee,  to  consider  and,  if  appropriate,  to  approve  any  future  modifications  to  the 
contract  for  a  total  contract  amount  of  up  to  $36,454,700  and  a  total  contract  duration  of  up  to 
957  consecutive  calendar  days. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  April  9,  2019. 


Secretary ,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0069 


WHEREAS,  Construction  has  been  completed  for  Water  System  Improvement  Program- 
funded  Contract  No.  WD-2850(I),  Crystal  Springs/San  Andreas  Pipeline  Erosion  Repair  at  OW- 
13  and  OW-18,  by  the  contractor,  Hoseley  Corporation;  and 

WHEREAS,  On  September  12,  2018,  pursuant  to  his  authority  granted  by  Resolution  No. 
09-0017,  the  General  Manager  awarded  Contract  No.  WD-2850(I),  Crystal  Springs/San  Andreas 
Pipeline  Erosion  Repair  at  OW-13  and  OW-18  to  the  lowest,  qualified  responsible  and 
responsive  bidder,  Hoseley  Corporation;  and 

WHEREAS,  The  original  contract  amount  was  for  $377,500  and  the  original  contract 
duration  was  90  consecutive  calendar  days;  and 

WHEREAS,  The  construction  contract  Notice-to-Proceed  date  was  set  for  November  16, 
2018; and 

WHEREAS,  The  Contractor  was  given  authorization  to  commence  work  prior  to  Notice 
To  Proceed,  on  October  10,  2018;  and 

WHEREAS,  The  contract  work  was  completed  in  56  consecutive  calendar  days  on 
December  4,  2018;  and 

WHEREAS,  On  December  11,  2018,  per  Resolution  No.  18-0201,  this  Commission 
approved  an  increase  to  the  contract  cost  contingency  in  the  amount  of  $1 12,250  and  an  increase 
to  the  contract  duration  contingency  in  the  amount  of  131  days;  and 

WHEREAS,  Modification  No.  1  was  issued  for  $37,227  to  procure  an  alternate 
articulated  block  system,  work  overtime  to  complete  construction  within  the  seasonal  window, 
and  reduce  the  risk  of  additional  damage  to  SFPUC’s  facilities,  increasing  the  contract  amount  to 
$414,727;  and 

WHEREAS,  Modification  No.  2  is  being  requested  for  $3,313to  provide  additional 
erosion  control  by  hydroseeding  the  disturbed  areas,  increasing  the  total  contract  amount  to 
$418,040,  and  decreasing  the  contract  duration  by  34  calendar  days  for  a  total  contract  duration 
of  56  consecutive  calendar  days;  and 

WHEREAS,  The  Contract  Monitoring  Division  (CMD)  established  a  Local  Business 
Enterprise  (LBE)  subcontracting  goal  of  3%  for  this  contract.  The  contractor  committed  to  a 
LBE  participation  of  5.03%  with  its  bid  submittal.  CMD  has  determined  that  the  contractor  has 
made  a  good  faith  effort  to  comply  with  its  LBE  participation  goal  by  achieving  a  final 
participation  of  4.25%;  and 

WHEREAS,  Funds  are  available  from  Project  No.  WD-2850(I)  -  Crystal  Springs/San 
Andreas  Pipeline  Erosion  Repair  at  OW-13  and  OW-18;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  accepts  work  performed  by  Hoseley 
Corporation  for  Water  System  Improvement  Program-funded  Contract  No.  WD-2850(I)  - 
Crystal  Springs/San  Andreas  Pipeline  Erosion  Repair  at  OW-13  and  OW-18,  approves 
Modification  No.  2  (Final)  increasing  the  contract  by  $3,313and  decreasing  the  contract  duration 
by  34  calendar  days,  for  a  total  contract  amount  of  $418,040  and  a  total  contract  duration  of  56 
consecutive  calendar  days,  and  authorizes  final  payment  to  the  contractor. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  April  9,  2019. 


Secretary ,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0070 


WHEREAS,  Construction  has  been  completed  for  Wastewater  Enterprise  (WWE), 
Renewal  and  Replacement  Program  (R&R)  and  San  Francisco  Public  Works  (SFPW)  Pavement 
Renovation  Program-funded  Contract  No.  WW-618,  Richmond/Sunset  Districts  Sewer 
Replacement  and  Pavement  Renovation,  by  the  contractor,  D’Arcy  and  Harty  Construction,  Inc; 
and 

WHEREAS,  On  June  14,  2016,  per  Resolution  No.  16-0113,  this  Commission  awarded 
Contract  No.  WW-618,  Richmond/Sunset  Districts  Sewer  Replacement  and  Pavement 
Renovation,  in  the  amount  of  $8,881,895,  to  the  lowest  qualified,  responsible,  and  responsive 
bidder,  D’Arcy  and  Harty  Construction,  Inc;  and 

WHEREAS,  The  construction  contract  Notice-to-Proceed  date  was  set  for  August  16, 
2016,  with  an  original  schedule  of  490  consecutive  calendar  days  and  the  contract  work  was 
completed  in  655  consecutive  calendar  days  on  June  1,  2018;  and 

WHEREAS,  The  original  contract  amount  was  for  $8,881,895  and  the  original  contract 
duration  was  490  consecutive  calendar  days;  and 

WHERAS,  Sections  6.22(h)  of  the  Administrative  Code  requires  that  any  cumulative 
increase  in  contract  price  or  duration  in  excess  of  10%  of  the  original  contract  price  or  duration 
be  approved  by  this  Commission;  and 

WHEREAS,  On  December  12,  2017,  per  Resolution  No.  17-0244,  this  Commission 
approved  an  increase  to  the  existing  49-day  construction  contract  duration  contingency  in  the 
amount  of  116  calendar  days,  for  a  total  revised  contract  duration  of  up  to  655  calendar  days, 
with  no  change  to  the  contract  amount;  and 

WHEREAS,  Modification  Nos.  1-4  were  issued  increasing  the  contract  amount  by 
$485,280  (within  the  original  10%  amount  contingency),  and  increasing  the  duration  by  165 
consecutive  calendar  days,  to  adjust  bid  item  quantities  to  match  actual  quantities  installed  for 
pavement  restoration  and  asphalt  pavement  restoration,  for  a  total  revised  contract  amount  of 
$9,367,175  and  a  total  revised  contract  duration  of  655  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  5  (Final)  is  being  requested  for  ($377,902)  to  adjust  final 
contract  quantities  to  match  actual  contract  quantities  completed,  decreasing  the  total  contract 
amount  to  $8,989,273;  and 

WHEREAS,  The  Contract  Monitoring  Division  (CMD)  established  a  Local  Business 
Enterprise  (LBE)  requirement  of  20%  for  this  contract;  the  contractor  committed  to  a  LBE 
participation  of  20.78%  with  its  bid  submittal;  and  CMD  has  determined  the  contractor 
substantially  complied  with  the  LBE  subcontracting  requirement  for  this  contract  by  achieving  a 
final  LBE  participation  of  19.56%;  and 


WHEREAS,  Funds  are  available  SFPUC  WWE  R&R  Project  No.  10015661, 
Richmond/Sunset  Districts  Sewer  Replacement  and  PW  Project  No.  10002455, 
Richmond/Sunset  Districts  Pavement  Renovation;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  accepts  work  performed  by  D’Arcy  and 
Harty  Construction,  Inc.  for  WWE,  R&R  Program  and  SFPW  Pavement  Renovation  Program- 
funded  Contract  No.  WW-618,  Richmond/Sunset  Districts  Sewer  Replacement  and  Pavement 
Renovation,  approves  Modification  No.  5  (Final)  decreasing  the  contract  by  $377,902,  for  a  total 
contract  amount  of  $8,989,273  and  a  total  contract  duration  of  655  consecutive  calendar  days, 
and  authorizes  final  payment  to  the  contractor. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  April  9,  201 9. 


Secretary ,  Public  Utilities  Commission 


San  Francisco 

Water  Sewer 

Services  of  the  San  Francisco  Public  Utilities  Commission 


San  Francisco  Public  Utilities  Commission 

City  and  County  of  San  Francisco 

London  N.  Breed 

Mayor 


AGENDA 

Tuesday,  April  23,  2019 
1:30  P.M. 

1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 

Commissioners 

Ann  Moller  Caen,  President 
Francesca  Vietor,  Vice  President 
Anson  Moran 


Harlan  L.  Kelly,  Jr. 

General  Manager 


Donna  Hood 

Secretary 


For  information,  contact  the  Commission  Secretary  at  415-554-3165 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site: 
www.sfwater.org 

Gavel-to-Gavel  coverage  available  at: 
http://sanfrancisco.qranicus.comA/iewPublisher.php7view  id— 22 


Accessible  Meeting  Policy:  The  San  Francisco  Public  Utilities  Commission  meeting  will  be  held  in  Room  400, 
at  1  Dr.  Carlton  B.  Goodlett  Place  (400  Van  Ness  Ave.),  San  Francisco,  CA.  The  closest  accessible  BART 
station  is  the  Civic  Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible  MUNI  lines  serving  this 
location  are:  MUNI  Metro  Lines  J-Church,  K-Ingleside,  L-Taraval,  M-Ocean  View,  N-Judah  and  T-Third  at  Van 
Ness  and  Civic  Center  Stations;  F-Market;  19-Polk,  47-Van  Ness;  49-Mission-Van  Ness;  5-Fulton;  6-Parnassus, 
21-Hayes;  9-San  Bruno;  and  7-Haight  Noriega.  For  information  about  MUNI  accessible  services  call  701.4485. 

The  meeting  room  is  wheelchair  accessible.  Accessible  curbside  parking  spaces  have  been  designated  on  the 
Van  Ness  Avenue  and  McAllister  Street  perimeters  of  City  Flail  for  mobility-impaired  persons.  There  is 
accessible  parking  available  within  the  Civic  Center  Underground  Parking  Garage  at  the  corner  of  McAllister 
and  Polk  Streets,  and  within  the  Performing  Arts  Parking  Garage  at  Grove  and  Franklin  Streets. 

To  obtain  a  disability-related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain  meeting 
materials  in  alternative  format,  please  contact  Donna  Hood  at  415.554.3165.  Providing  at  least  72  hours  notice 
will  help  to  ensure  availability.  Written  reports  or  background  materials  for  calendar  items  are  available  for 
public  inspection  and  copying  at  525  Golden  Gate  Ave.,  13th  Floor  during  regular  business  hours  and  are 
available  on-line  at  http://www.sfwater.org/index. aspx?paqe=  167. 

To  assist  the  City’s  efforts  to  accommodate  persons  with  severe  allergies,  environmental  illnesses,  multiple 
chemical  sensitivity  or  related  disabilities,  attendees  at  public  meetings  are  reminded  that  other  attendees  may 
be  sensitive  to  various  chemical  based  products.  Please  help  the  City  to  accommodate  these  individuals. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are  prohibited 
at  this  meeting.  Please  be  advised  that  the  President  may  order  the  removal  from  the  meeting  room  of  any 
person(s)  responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other  similar  sound-producing 
electronic  devices. 

Know  Your  Rights  Under  the  Sunshine  Ordinance:  Government's  duty  is  to  serve  the  public,  reaching  its 
decision  in  full  view  of  the  public.  Commissions,  boards,  councils  and  other  agencies  of  the  City  and  County 
exist  to  conduct  the  people's  business.  This  ordinance  assures  that  deliberations  are  conducted  before  the 
people  and  that  City  operations  are  open  to  the  people's  review.  For  more  information  on  your  rights  under 
the  Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance,  contact  Administrator,  by  mail  to  Sunshine 
Ordinance  Task  Force,  1  Dr.  Carlton  B.  Goodlett  Place,  Room  244,  San  Francisco,  CA  94102.4689;  by 
phone  at  554.7724;  by  fax  at  554.7854;  or  by  email  at  sotf@sfgov.org. 

Copies  of  the  Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San 
Francisco  Public  Library  and  on  the  City’s  website  at  http://www.sfgov.org. 
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Lobbyist  Registration  and  Reporting  Requirements:  Individuals  and  entities  that  influence  or  attempt  to 
influence  local  legislative  or  administrative  action  may  be  required  by  the  San  Francisco  Lobbyist  Ordinance  [SF 
Campaign  &  Governmental  Conduct  Code  §2.100]  to  register  and  report  lobbying  activity.  For  more  information 
about  the  Lobbyist  Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van  Ness  Avenue, 
Suite  220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax  (415)  252-3112;  web  site  at 
www.sfqov.org/ethics. 

CEQA  Appeal  Rights  under  Chapter  31  of  the  San  Francisco  Administrative  Code:  If  the  Commission’s 
action  on  a  project  constitutes  the  Approval  Action  for  that  project  (as  defined  in  S.F.  Administrative  Code 
Chapter  31,  as  amended,  Board  of  Supervisors  Ordinance  Number  161-13),  then  the  CEQA  determination 
prepared  in  support  of  that  Approval  Action  is  thereafter  subject  to  appeal  within  the  time  frame  specified  in  S.F. 
Administrative  Code  Section  31.16.  Typically,  an  appeal  must  be  filed  within  30  calendar  days  of  the  Approval 
Action  for  a  project  that  has  received  an  exemption  or  negative  declaration  pursuant  to  CEQA.  For  information 
on  filing  an  appeal  under  Chapter  31,  contact  the  Clerk  of  the  Board  of  Supervisors  at  City  Hall,  1  Dr.  Carlton  B. 
Goodlett  Place,  Room  244,  San  Francisco,  CA  94102,  or  call  (415)  554-5184.  If  the  Planning  Department’s 
Environmental  Review  Officer  has  deemed  a  project  to  be  exempt  from  further  environmental  review,  an 
exemption  determination  has  been  prepared  and  can  be  obtained  on-line  at  http://www.sf- 
planninq.orq/index.aspx?paqe=3447. Under  CEQA,  in  a  later  court  challenge,  a  litigant  may  be  limited  to  raising 
only  those  issues  previously  raised  at  a  hearing  on  the  project  or  in  written  correspondence  delivered  to  the 
Board  of  Supervisors,  Planning  Commission,  Planning  Department  or  San  Francisco  Public  Utilities 
Commission  at,  or  prior  to,  such  hearing,  or  as  part  of  the  appeal  hearing  process  on  the  CEQA  decision. 


ORDER  OF  BUSINESS 


1.  Call  to  Order 

2.  Roll  Call 

3.  Approval  of  the  Minutes  of  March  26,  2019 

4.  General  Public  Comment  (discussion  only) 

Members  of  the  public  may  address  the  Commission  on  matters  that  are 

within  the  Commission’s  jurisdiction  and  are  not  on  today’s  agenda. 

5.  Communications  (discussion  only) 

a)  Advance  Calendar 

b)  Correspondence  Log 

c)  Contract  Advertisement  Report 

d)  Streetlight  Program  Update 

e)  Water  Supply  Agreement  Update 

f)  Water  Supply  Conditions  Update 

6.  Other  Commission  Business  (discussion  only)  (Carlin) 

a)  Recognition  of  Gerard  Murphy  upon  his  retirement  for  36 !4  years  of 
distinguished  service  to  the  San  Francisco  Public  Utilities  Commission 

7.  Annual  Revenue  Bond  Oversight  Committee  Report  and  Audit  Findings 

(discussion  only)  (George) 

8.  Report  of  the  General  Manager  (discussion  only) 

a)  CleanPowerSF  Update 

b)  Report  on  Recent  San  Francisco  Public  Utilities  Commission  Activities, 
Events  and  Announcements 

9.  Bay  Area  Water  Supply  and  Conservation  Agency  Update  (discussion  only) 

(Sandkulla) 

The  following  matters  before  the  San  Francisco  Public  Utilities  Commission  are 
recommended  for  action  as  stated  by  the  General  Manager  and  City  Attorney, 
where  applicable.  Explanatory  documents  provided  to  the  Commission  in 
connection  with  this  agenda  are  available  for  public  inspection  and  copying  at 
the  Office  of  the  Commission  Secretary,  525  Golden  Gate  Avenue,  13th  Floor, 
San  Francisco,  CA  94102;  Telephone:  (415)  554-3165;  Fax:  (415)  554-3424; 
and  are  available  on-line  at  http://www. sfwater. org/index.aspx?pacie= 167 

CONSENT  CALENDAR 

10.  All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to  be 
routine  by  the  San  Francisco  Public  Utilities  Commission  and  will  be  acted  upon 
by  a  single  vote  of  the  Commission.  There  will  be  no  separate  discussion  of 
these  items  unless  a  member  of  the  Commission  or  the  public  so  requests,  in 


which  event  the  matter  will  be  removed  from  the  Calendar  and  considered  as  a 
separate  item. 


a) 


190071 


b) 

190072 


c> 

190073 


d) 

190074 


e) 

190075 


f) 

i 9007  G 


Authorize  the  General  Manager  to  execute  a  First  Amendment  to  the 
Memorandum  of  Understanding  with  County  of  Alameda,  Community 
Development  Agency,  Department  of  Agriculture/Weights  and  Measures  to 
continue  to  assist  the  San  Francisco  Public  Utilities  Commission  with 
invasive  weed  control  and  rodent  control  at  selected  sites  within  the  SFPUC 
Alameda  Creek  Watershed,  increasing  the  agreement  amount  by  $120,000, 
for  a  total  not-to-exceed  agreement  amount  of  $195,000,  and  increasing  the 
agreement  duration  by  three  years  for  a  total  agreement  duration  of  six 
years.  (Ritchie) 

Approve  Amendment  No.  1  to  Agreement  No.  CS-1000,  As-Needed  Green 
Infrastructure  Design  and  Engineering  Services  with  MWH-AGS,  JV, 
extending  the  contract  term  by  one  year,  for  a  total  term  of  five  years,  to 
continue  providing  specialized  green  infrastructure  planning,  design,  and 
engineering  services  on  an  as-needed  basis;  and  authorize  the  General 
Manager  to  execute  this  amendment  with  no  change  in  contract  amount. 

(How) 


Approve  Amendment  No.  2  to  Agreement  No.  CS-1007,  Structural 
Engineering  Services  for  525  Golden  Gate  with  SOHA  Engineers,  for 
continued  structural  engineering  services  including  support  during  bid, 
award,  and  construction  phases;  and  authorize  the  General  Manager  to 
execute  this  amendment,  increasing  the  agreement  by  $40,000,  and 
extending  the  duration  by  one  year,  for  a  total  not-to-exceed  agreement 
amount  of  $200,000  and  a  total  agreement  duration  of  five  years.  (How) 

Approve  Modification  No.  1  to  Job  Order  Contract,  JOC-65R,  General 
Engineering  (A-License)  for  San  Joaquin,  Stanislaus,  and  Tuolumne 
Counties,  with  Robert  E.  Boyer  Construction,  Inc.  to  perform  General 
Engineering  construction  tasks  for  SFPUC  Enterprise  Operations  and 
Bureaus,  increasing  the  contract  amount  by  $2,500,000,  for  a  total  contract 
amount  not-to-exceed  $7,500,000,  as  allowed  under  the  San  Francisco 
Administrative  Code  Chapter  6.62,  with  no  change  in  the  contract  duration. 

(How) 

Approve  Modification  No.  1  to  Job  Order  Contract,  JOC-67,  Micro-LBE, 
Landscaping  (C-27  License),  for  San  Francisco,  San  Mateo,  Santa  Clara 
and  Alameda  Counties,  with  San  Francisco  Conservation  Corps,  to 
construct,  maintain,  repair,  and  install  landscaping  systems  on  SFPUC 
watersheds  and  other  SFPUC-owned  property,  increasing  the  contract 
duration  by  three  years,  for  a  total  contract  duration  of  five  years,  with  no 
change  to  the  contract  amount,  as  allowed  under  the  San  Francisco 
Administrative  Code  Chapter  6.62.  (How) 

Approve  the  plans  and  specifications,  and  award  Contract  No.  WW-654, 
Southeast  Water  Pollution  Control  Plant  Buildings  040,  041,  044,  060,  061, 
062,  925,  and  960  Mechanical  Improvements,  in  the  amount  of  $7,027,000, 
with  a  duration  of  660  consecutive  calendar  days  (approximately  one  year 


and  10  months),  to  the  lowest  qualified,  responsible,  and  responsive  bidder, 
Cal  State  Constructors,  Inc.,  to  improve  the  service  and  reliability  of  the 
equipment  and  processes  at  Southeast  Plant.  (Norby) 


9) 

190077 


Approve  the  plans  and  specifications,  and  award  Contract  No.  WW-655, 
As-Needed  Main  Sewer  Replacement  No.  7,  for  a  total  amount  not-to- 
exceed  $6,705,1 15,  to  the  lowest  qualified,  responsible,  and  responsive 
bidder,  Precision  Engineering,  Inc.  to  perform  as-needed  manhole  to 
manhole  segment  main  sewer  replacements  on  short  notice  in  locations  to 
be  determined  throughout  San  Francisco.  (How) 


h)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WD-2797, 
San  Francisco  Westside  Recycled  Water  Pump  Station  and  Reservoir,  in 
the  amount  of  $15,633,200,  with  a  duration  of  690  consecutive  calendar 
190078  days  (approximately  one  year  and  1 1  months),  to  the  lowest  qualified, 

responsible,  and  responsive  bidder,  JMB  Construction,  to  construct  a  new 
recycled  water  treatment  pump  station  and  reservoir  within  Golden  Gate 
Park.  (How) 


REGULAR  CALENDAR 


1 1 .  Accept  work  performed  by  U.S.  Electric  Technologies,  Inc.  for  Contract  No. 
WW-559R,  Fixed  Gas  Monitoring  System  Upgrades;  approve  Modification  No.  5 

l9007Binal).  decreasing  the  contract  amount  by  $46,945,  for  a  total  contract  amount 
of  $2,583,283,  and  a  total  contract  duration  of  1 ,640  consecutive  calendar  days 
(approximately  four  years  and  six  months);  and  authorize  final  payment  to  the 
Contractor.  (How) 

12.  Approve  the  plans  and  specifications,  and  award  Contract  No.  WW-686,  As- 
Needed  Spot  Sewer  Replacement  No.  38,  in  an  amount  not-to-exceed 
$9,205,823,  and  with  a  duration  of  400  consecutive  calendar  days 

190080  (approximately  one  year,  one  month),  to  the  sole,  qualified,  responsible,  and 
responsive  bidder,  J.  Flores  Construction  Company,  Inc.,  as  permitted  under 
San  Francisco  Administrative  Code  6.23(c)(3),  to  replace  sections  of  existing 
sewer  piping,  on  an  as-needed  basis,  at  locations  to  be  determined  throughout 
the  City  of  San  Francisco.  (Norby) 


13. 

190081 


Approve  the  terms  and  conditions  of,  and  authorize  the  General  Manager  to 
seek  approval  by  the  Board  of  Supervisors  to  execute,  a  10-year  lease  term 
extension  with  William  H.  Banker,  Jr.,  Successor  Trustee  of  The  Banker  Trust 
dated  April  20,  1992,  Fillmore  C.  Marks,  Trustee  of  The  Fillmore  and  Barbara 
Marks  1992  Trust,  Fillmore  Douglas  Marks,  William  C.  Marks,  and  Bradford  F. 
Marks,  tenants  in  common,  for  the  San  Francisco  Public  Utilities  Commission’s 
continued  occupancy  of  warehouse,  yard,  and  office  space  located  at  651 
Bryant  Street,  San  Francisco,  for  an  initial  annual  rent  of  $577,920,  with  3% 
annual  rental  increases  thereafter.  (Carlin) 


14.  Approve  the  project  delivery  method  of  Design-Build-Operate  for  Project  No. 
CWP1 1 001 ,  New  T reasure  Island  Wastewater  T reatment  Plant  and  for  the 
190082  operation,  maintenance,  training,  and  transfer  of  the  Treasure  Island  collection 
system;  and  authorize  the  General  Manager  to  seek  approval  by  ordinance  from 


15. 


130033 


16. 

190084 


17. 

190085 


18. 

19. 


20. 


190086 


21. 


the  Board  of  Supervisors  to  use  this  alternative  project  delivery  method  for  the 
proposed  design,  build,  operation,  maintenance,  training,  and  transfer  of  the 
project,  and  to  customize  the  procurement  to  deliver  the  project  in  a  manner  that 
is  most  efficient  and  cost-effective.  (Norby) 

Approve  a  form  agreement  allowing  CleanPowerSF  customers  to  receive 
SuperGreen  100%  renewable  energy  service  under  a  multi-year  service 
agreement;  and  Authorize  the  General  Manager  to  offer  this  service  agreement 
to  any  eligible  CleanPowerSF  customer.  This  agreement  would  allow 
CleanPowerSF  customers  to  become  eligible  for  points  toward  Leadership  in 
Energy  and  Environmental  Design  certification  of  their  building  projects. 

(Hale) 

Approve  Project  No.  CUH10101,  Reliable  Power  Project,  adopt  the  required 
California  Environmental  Quality  Act  Findings  and  Final  Mitigated  Negative 
Declaration  and  the  Mitigation  Monitoring  and  Reporting  Program;  and  authorize 
the  General  Manager  to  implement  the  Project.  (Ritchie) 

Approve  the  selection  of  AECOM  Technical  Services,  Inc.  to  provide 
construction  management  services  for  the  proposed  Mountain  Tunnel 
Improvement  Project;  award  Agreement  No.  PRO. 0096,  Mountain  Tunnel 
Improvements  Construction  Management  Services;  and  authorize  the  General 
Manager  to  negotiate  and  execute  a  professional  services  agreement  for  a  total 
not-to-exceed  amount  of  $24,500,000,  with  a  duration  of  eight  years,  subject  to 
the  Board  of  Supervisors’  approval  pursuant  to  Charter  Section  9.1 18.  (How) 

Public  Comment  on  matters  to  be  addressed  during  Closed  Session 

Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters 
listed  below  as  Conference  with  Legal  Counsel 

The  Commission  will  go  into  Closed  Session  to  discuss  the  following  items: 

Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1)  (Gessner) 

Existing  Litigation: 

Joseph  Alvarado  v.  City  and  County  of  San  Francisco 

San  Francisco  Superior  Court  Case  No.:  CGC-1 8-569501 /Date  Filed 

September  6,  2018 

Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1)  (discussion  only)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Tariff  Withdrawal  per  35.15:  Notice  of  Termination  of  the  1987  CCSF 


Interconnection  Agreement  -  PG&E  Rate  Schedule  FERC  No.  1 14  to  be 
effective  6/30/15. 

Case  No.:  ER1 5-702-000/Date  Filed:  December  23,  2014 

22.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1)  (discussion  only)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Tariff  Withdrawal  per  35.15:  Notice  of  Termination  of  The  CCSF  Facilities 
Charge  Agreement  for  Moscone  to  be  effective  6/30/15. 

Case  No.:  ER1 5-703-000/Date  Filed  December  23,  2014 

23.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1 )  (discussion  only)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

§205(d)  rate  filing  per  35.13  (a)(2)(iii):  City  and  County  of  San  Francisco 
Transmission  Owner  Tariff  Replacement  Agreements  to  be  effective  7/1/15 
Case  No.:  ER1 5-705-000/Date  Filed:  December  23,  2014 

24.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1 )  (discussion  only)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

§205(d)  rate  filing  per  35.13  (a)(2)(iii):  City  and  County  of  San  Francisco 
Wholesale 

Distribution  Tariff  Replacement  Agreements  to  be  effective  7/1/15 
Case  No.:  ER1 5-704-000/Date  Filed:  December  23,  2014 

25.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1 )  (discussion  only)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Notice  of  Termination  of  Facilities  Charge  Agreements  between  PG&E  and  the 

City  and  County  of  San  Francisco 

Case  No.:  ER1 5-735-000/Date  Filed:  December  23,  2014 


26.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1)  (discussion  only)  (Mueller) 

Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric 
Federal  Energy  Regulatory  Commission 

Complaint  under  Sections  206  and  306  of  the  Federal  Power  Act. 

Case  No.:  ELI  5-3-000/Date  Filed:  October  9,  2014 

Following  Closed  Session,  the  Commission  will  reconvene  in  Open  Session 

27.  Announcement  Following  Closed  Session 

28.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session 
pursuant  to  San  Francisco  Administrative  Code  Section  67.12  (a) 

29.  Other  New  Business  (discussion  only) 

30.  Adjournment 
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1 .  Call  to  Order 

President  Caen  called  the  meeting  to  order  at  1:32  PM. 

2.  Roll  Call 

Present:  Caen,  Vletor  and  Moran 

3.  Approval  of  the  Minutes  of  April  9,  2019 

On  Motion  to  approve  the  Minutes  of  April  9,  2019: 

Aye:  Caen,  Vietor  and  Moran 

No  public  comment. 

4.  General  Public  Comment 

-  Spreck  Rosekrans,  Restore  Hetch  Hetchy,  referenced  a  San  Francisco 
Chronicle  article  discussing  tourist  experiences  in  Yosemite  and  Yosemite 
Valley.  He  stated  there  is  a  lack  of  tourists  at  Hetch  Hetchy  due  to  the 
reservoir. 

5.  Communications 

a)  Advance  Calendar 

b)  Correspondence  Log 

c)  Contract  Advertisement  Report 

d)  Streetlight  Program  Update 

In  response  to  a  question  from  President  Caen,  Barbara  Hale,  Assistant 
General  Manager  (AGM)  Power,  confirmed  PG&E  will  convert  their  poles 
to  LED,  and  indicated  who  has  jurisdiction  of  above  and  below  ground 
wires. 

e)  Water  Supply  Agreement  Update 

f)  Water  Supply  Conditions  Update 

No  public  comment. 

6.  Other  Commission  Business 

a)  Recognition  of  Gerard  Murphy  upon  his  retirement  for  3672  years  of 

distinguished  service  to  the  San  Francisco  Public  Utilities  Commission 

Michael  Carlin,  Deputy  General  Manager  (DGM)  introduced  Mr.  Murphy 
and  summarized  his  exceptional  career  and  service  to  the  SFPUC. 

Mr.  Murphy  thanked  the  Commission  for  the  recognition  and  discussed 
his  career. 

No  public  comment. 

7.  Annual  Revenue  Bond  Oversight  Committee  (RBOC)  Report  and  Audit 

Findings 

Mr.  Travis  George,  RBOC  Chair,  presented  the  report.  He  noted  the  RBOC 
was  created  in  2003  to  provide  transparency  and  accountability  for  the 
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expenditure  of  revenue  bonds.  Chair  George  reviewed  RBOC’s  scope  of 
work  and  stated  RBOC’s  sunset  date  has  been  extended  to  2025.  He 
indicated  a  new  Fund  Balance  Management  Policy  was  created  to  guide  the 
RBOC  on  how  to  use  the  funds  provided.  He  stated  RBOC’s  focus  in  2019  is 
to  hire  a  third-party  contractor  to  audit  bond  expenditures. 

Commissioner  Moran  thanked  Mr.  George  and  the  RBOC  for  their  work  and 
for  maintaining  the  trust  of  the  bond  programs. 

No  public  comment. 

8.  Report  of  the  General  Manager 

a)  CleanPowerSF  (CPSF)  Update 

AGM  Hale  provided  the  update:  (1)  Enrollment:  400,000  customer 
accounts  by  the  end  of  April;  2.8%  opt-out  rate  and  1.4%  SuperGreen 
upgrade  rate;  (2)  Customer  Programs:  Staff  is  addressing  gaps  in 
customer  programs  (item  13  related).  AGM  Hale  discussed  the  peak-day 
pricing  pilot  program  launch  for  commercial  customers  who  wish  to 
participate  in  peak-day  pricing;  (3)  PG&  E  Rates:  PG&E’s  July  1  exit  fee 
(PC  I  A)  is  expected  to  be  more  favorable  than  was  projected  in 
December:  residential  customers  exit  fee  will  decrease  by  1 1 .5%;  small 
commercial  customers  exit  fee  will  increase  by  18.1  %>;  medium 
commercial  customers  exit  fee  will  increase  by  22%;  and  large 
commercial  customers  exit  fee  will  increase  by  33%.  AGM  Hale  stated 
PG&E  has  requested  an  increase  to  generation  rates:  cumulative 
increases  to  residential  of  8%;  small  commercial  8%;  medium 
commercial  4.2%;  and  large  commercial  7.5%. 

Vice  President  (VP)  Vietor  requested  an  updated  chart  showing  rate 
change  impacts  by  sector  to  monthly  bills. 

AGM  Hale  responded  to  a  question  as  to  how  the  PG&E  rate  changes,  if 
approved,  will  affect  the  SFPUC. 

No  public  comment. 

b)  Report  on  Recent  San  Francisco  Public  Utilities  Commission  Activities. 

Events  and  Announcements 

None. 

No  public  comment. 

9.  Bay  Area  Water  Supply  and  Conservation  Agency  (BAWSCA)  Update 
Nicole  Sandkulla,  BAWSCA  Chair,  provided  the  update  beginning  with  a 
discussion  of  the  Water  System  Improvement  Program’s  (WSIP)  two 
remaining  projects  -  Alameda  Creek  Recapture  Project  (ACRP)  and 
Regional  Groundwater  Storage  and  Recovery  Project  (GSR),  both  of  which 
are  critical  to  achieving  Water  Level  of  Service  goals  (LOS). 
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CEO  Sandkulla  discussed  the  ARCP  goals  and  actions  and  requested  that 
following  completion  ofARCP’s  revised  environmental  effort,  a  written  report 
be  provided  to  the  Commission  on  the  need,  if  any,  to  revise  the  scope  and 
possible  impacts  of  any  scope  changes  on  the  project’s  availability  to  meet 
WSIP  LOS  goals. 

Ms.  Sandkulla  reviewed  the  GSR  project  goals  and  actions.  She  requested 
that  staff  meet  with  BAWSCA  to  discuss  the  project  and  provide  a  status 
update.  She  asked  that  a  written  report  be  provided  to  the  Commission 
following  that  meeting  containing  a  detailed  plan  and  schedule  and  timeline 
for  assessment  of  project  yield  and  ability  to  meet  WSIP  LOS  goals. 

CEO  Sandkulla  mentioned  state  legislation,  SB  699,  introduced  by  Senator 
Hill  to  extend  state  oversight  of  WSIP  to  January  1,  2026,  and  for  the  San 
Francisco  Bay  Area  Regional  Water  System  Financing  Authority  the  ability  to 
issue  revenue  bonds  through  December  2020  for  repairs  to  the  SF  Regional 
Water  System. 

She  concluded  noting  that  BAWSCA  February  2019  total  potable  water  use 
was  22%  less  than  during  February  2013. 

VP  Vietor  requested  Ms.  Sandkulla  provide  information  showing  water  use 
by  each  city  in  the  service  area  and  how  it  has  changed  over  time. 

Commissioner  Moran  requested  that  a  report  be  provided  to  the  Commission 
upon  the  completion  of  the  meeting  between  BAWSCA  and  staff  regarding 
the  GSR  Project. 

President  Caen  thanked  CEO  Sandler  for  her  presentation  and  for  providing 
clear  explanations. 


No  public  comment. 


10.  Consent  Calendar 

a)  Authorize  the  General  Manager  to  execute  a  First  Amendment  to  the 

Memorandum  of  Understanding  with  County  of  Alameda,  Community 
Development  Agency,  Department  of  Aqriculture/Weiqhts  and  Measures  to 

continue  to  assist  the  San  Francisco  Public  Utilities  Commission  with 

invasive  weed  control  and  rodent  control  at  selected  sites  within  the  SFPUC 

Alameda  Creek  Watershed,  increasing  the  agreement  amount  by  $1 20,000, 


for  a  total  not-to-exceed  agreement  amount  of  $195,000,  and  increasing  the 


agreement  duration  by  three  years  for  a  total  agreement  duration  of  six 

years,  (Resolution  19-0071) 


b)  Approve  Amendment  No.  1  to  Agreement  No.  CS-1000,  As-Needed  Green 

Infrastructure  Design  and  Engineering  Services  with  MWH-AGS,  JV, 

extending  the  contract  term  by  one  year,  for  a  total  term  of  five  years,  to 

continue  providing  specialized  green  infrastructure  planning,  design,  and 
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engineering  services  on  an  as-needed  basis;  and  authorize  the  General 

Manager  to  execute  this  amendment  with  no  change  in  contract  amount. 

(Resolution  19-0072) 


c)  Approve  Amendment  No.  2  to  Agreement  No.  CS-1007,  Structural 

Engineering  Services  for  525  Golden  Gate  with  SOHA  Engineers,  for 

continued  structural  engineering  services  including  support  during  bid, 

award,  and  construction  phases:  and  authorize  the  General  Manager  to 

execute  this  amendment,  increasing  the  agreement  by  $40.000,  and 


extending  the  duration  by  one  year,  for  a  total  not-to-exceed  agreement 

amount  of  $200,000  and  a  total  agreement  duration  of  five  years. 

(Resolution  19-0073) 


d) 


Approve  Modification  No.  1  to  Job  Order  Contract.  JOC-65R,  General 

Engineering  (A-License)  for  San  Joaguin,  Stanislaus,  and  Tuolumne 

Counties,  with  Robert  E.  Boyer  Construction.  Inc,  to  perform  General 

Engineering  construction  tasks  for  SFPUC  Enterprise  Operations  and 


Bureaus,  increasing  the  contract  amount  by  $2,500,000,  for  a  total  contract 


amount  not-to-exceed  $7.500,000.  as  allowed  under  the  San  Francisco 


Administrative  Code  Chapter  6.62,  with  no  change  in  the  contract  duration. 

(Resolution  19-0074) 


e)  Approve  Modification  No.  1  to  Job  Order  Contract.  JOC-67,  Micro-LBE, 

Landscaping  (C-27  License),  for  San  Francisco.  San  Mateo,  Santa  Clara 

and  Alameda  Counties,  with  San  Francisco  Conservation  Corps,  to 

construct,  maintain,  repair,  and  install  landscaping  systems  on  SFPUC 

watersheds  and  other  SFPUC-owned  property,  increasing  the  contract 
duration  bv  three  years,  for  a  total  contract  duration  of  five  years,  with  no 

change  to  the  contract  amount,  as  allowed  under  the  San  Francisco 

Administrative  Code  Chapter  6.62.  (Resolution  1 9-0075) 


f) 


Approve  the  plans  and  specifications,  and  award  Contract  No.  VVW-654, 

Southeast  Water  Pollution  Control  Plant  Buildings  040,  041 , 044,  060,  061 , 
062,  925.  and  960  Mechanical  Improvements,  in  the  amount  of  $7,027,000, 


with  a  duration  of  660  consecutive  calendar  days,  to  the  lowest  Qualified, 


responsible,  and  responsive  bidder.  Cal  State  Constructors,  Inc.,  to  improve 
the  service  and  reliability  of  the  eouipment  and  processes  at  Southeast 

Plant.  (Resolution  19-0076) 


g)  Approve  the  plans  and  specifications,  and  award  Contract  No.  VWV-655,  As- 

Needed  Main  Sewer  Replacement  No.  7,  for  a  total  amount  not-to-exceed 

$6.705.115.  to  the  lowest  Qualified,  responsible,  and  responsive  bidder, 

Precision  Engineering.  Inc,  to  perform  as-needed  manhole  to  manhole 
segment  main  sewer  replacements  on  short  notice  in  locations  to  be 

determined  throughout  San  Francisco.  (Resolution  19-0077) 


h)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WD-2797, 

San  Francisco  Westside  Recycled  Water  Pump  Station  and  Reservoir,  in 

the  amount  of  $1 5.633,200.  with  a  duration  of  690  consecutive  calendar 


days,  to  the  lowest  Qualified,  responsible,  and  responsive  bidder,  JMB 
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Construction,  to  construct  a  new  recycled  water  treatment  pump  station  and 

reservoir  within  Golden  Gate  Park.  (Resolution  19-0078) 


No  public  comment. 


On  Motion  to  approve  Consent  Calendar  items  10a  through  lOh : 
Aye:  Caen,  Vietor  and  Moran 


1 1 ,  Accept  work  performed  by  U.S.  Electric  Technologies,  Inc,  for  Contract  No.  WW- 


559R,  Fixed  Gas  Monitoring  System  Upgrades;  approve  Modification  No.  5 

(Final),  decreasing  the  contract  amount  by  $46,945,  for  a  total  contract  amount 


of  $2,583,283,  and  a  total  contract  duration  of  1 ,640  consecutive  calendar  days; 

and  authorize  final  payment  to  the  Contractor.  (Resolution  19-0079) 

AGM  How  introduced  and  requested  approval. 


No  public  comment. 

On  Motion  to  approve  Item  1 1: 

Aye:  Caen,  Vietor  and  Moran 

12.  Approve  the  plans  and  specifications,  and  award  Contract  No.  WW-686,  As- 

Needed  Soot  Sewer  Replacement  No.  38,  in  an  amount  not-to-exceed 

$9.205.823,  and  with  a  duration  of  400  consecutive  calendar  days,  to  the  sole, 

qualified,  responsible,  and  responsive  bidder,  J.  Flores  Construction  Company, 

Inc.,  as  permitted  under  San  Francisco  Administrative  Code  6.23(c)(3),  to 

replace  sections  of  existing  sewer  piping,  on  an  as-needed  basis,  at  locations  to 

be  determined  throughout  the  City  of  San  Francisco.  (Resolution  19-0080) 

No  public  comment. 

On  Motion  to  approve  Item  12: 

Aye:  Caen,  Vietor  and  Moran 

13.  Approve  the  terms  and  conditions  of,  and  authorize  the  General  Manager  to 

seek  approval  bv  the  Board  of  Supervisors  to  execute,  a  10-vear  lease  term 

extension  with  William  H.  Banker.  Jr.,  Successor  Trustee  of  The  Banker  Trust 

dated  April  20,  1992,  Fillmore  C.  Marks,  Trustee  of  The  Fillmore  and  Barbara 

Marks  1992  Trust.  Fillmore  Douglas  Marks,  William  C.  Marks,  and  Bradford  F 

Marks,  tenants  in  common,  for  the  San  Francisco  Public  Utilities  Commission’s 

continued  occupancy  of  warehouse,  yard,  and  office  space  located  at  651 

Brvant  Street,  San  Francisco,  for  an  initial  annual  rent  of  $577,920,  with  3% 

annual  rental  increases  thereafter.  (Resolution  19-0081) 

Rosanna  Russell,  Real  Estate  Director,  introduced  the  item  and  requested 
approval. 

No  public  comment. 


On  Motion  to  approve  Item  13: 
Aye:  Caen,  Vietor  and  Moran 
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14.  Approve  the  project  delivery  method  of  Desiqn-Build-Operate  for  Project  No. 

CWP1 1001,  New  T reasure  Island  (Tl)  Wastewater  T reatment  Plant  and  for  the 

operation,  maintenance,  training,  and  transfer  of  the  Treasure  Island  collection 

system;  and  authorize  the  General  Manager  to  seek  approval  by  ordinance  from 

the  Board  of  Supervisors  to  use  this  alternative  project  delivery  method  for  the 

proposed  design,  build,  operation,  maintenance,  training,  and  transfer  of  the 

project,  and  to  customize  the  procurement  to  deliver  the  project  in  a  manner  that 
is  most  efficient  and  cost-effective.  (Resolution  19-0082) 

Greg  Norby,  AGM  Wastewater,  began  the  presentation  with  a  discussion  of  the 
Wastewater  Enterprise’s  current  responsibilities  on  Tl  versus  available 
resources. 

Tom  Birmingham,  Project  Manager,  and  Michael  Carlin,  Deputy  General 
Manager  (DGM),  responded  to  a  question  from  VP  Vietor  regarding  conveyance 
of  the  current  treatment  plant. 

Mr.  Birmingham  continued  with  a  review  of:  (1)  New  Tl  Development,  which  will 
eventually  include  up  to  8,000  new  homes  and  300  acres  of  open  space;  (2) 

New  Tl  Water  Resource  Recovery  Facility;  (3)  New  Tl  Water  Resource 
Recovery  Facility  wetlands  concept;  and  (4)  New  Tl  Water  Resource  Recovery 
Facility  flows  and  technology. 

AGM  Norby  proceeded  with  an  outline  of  SFPUC’s  project  delivery  objectives 
and  project  delivery  method  -  Design  Build  Operate  (DBO),  and  concluded  with 
a  review  of  next  steps. 

Mr.  Birmingham  responded  to  a  question  from  VP  Vietor  as  to  whether  the 
Treasure  Island  Development  Authority  will  have  a  role  in  selecting  the  DBO 
contract. 

Mr.  Birmingham  responded  to  a  question  from  Commissioner  Moran  regarding 
the  status  of  the  Master  Water  System  Plan  and  Master  Recycled  Water  Plant, 
as  is  included  the  development  plan.  Commissioner  Moran  also  asked  about  the 
status  of  the  conceptual  engineering  report  and  the  collection  system. 

DGM  Carlin  responded  to  a  question  from  Commission  Moran  on  how  SFPUC 
services  fit  into  the  overall  Tl  utilities  plan.  Brief  discussion  ensued. 

Commissioner  Moran  asked  that  as  efforts  proceed  with  the  utility  plan  and  the 
conceptual  engineering  report  that  the  Commission  be  involved  in  discussions. 

Commissioner  Moran  expressed  concern  with  the  DBO  and  contracting  for  such 
a  long  period  of  time.  Fie  touched  on  labor  and  workforce  development  efforts 
and  wants  to  make  sure  contractors  fully  integrate  job  development  and  offer 
career  path  opportunities.  Staff  provided  brief  response  to  his  concerns. 

Commissioner  Moran  indicated  he  wants  to  ensure  project  design  complies  with 
SFPUC’s  environmental  objectives  and  the  adopted  One  Water  Policy.  He 
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requested  that  the  Commission  be  involved  in  the  review  and  approval  of 
designs,  and  deal  with  various  labor  issues. 

VP  Vietor  concurred  with  Commissioner  Moran’s  comments  regarding 
environmental  objectives  and  components. 

No  public  comment. 

On  Motion  to  approve  Item  14: 

Aye:  Caen,  Vietor  and  Moran 

15.  Approve  a  form  agreement  allowing  CleanPowerSF  customers  to  receive 

SuperGreen  100%  renewable  energy  service  under  a  multi-year  service 

agreement;  and  Authorize  the  General  Manager  to  offer  this  service  agreement 

to  any  eligible  CleanPowerSF  (CPSF)  customer.  This  agreement  would  allow 

CleanPowerSF  customers  to  become  eligible  for  points  toward  Leadership  in 

Energy  and  Environmental  Design  certification  of  their  building  projects. 

(Resolution  19-0083) 

Julie  Allman,  Utility  Specialist,  introduced  the  item  and  reviewed  the  program 
background,  LEED  certification  requirements,  and  program  goals.  She  outlined 
the  multi-agreement  commitments  and  termination  fees. 

Mike  Hyams,  CPSF  Director,  responded  to  a  question  from  Commissioner 
Moran  regarding  the  five-year  commitment  required  to  receive  LEED  points  and 
the  termination  requirements.  Commissioner  Moran  questioned  if  there  is  a  way 
to  ‘‘time  limit”  the  program,  to  monitor  termination  history  for  any  early 
termination  trend,  and  to  terminate  the  program  or  change  the  offering  if 
necessary.  Director  Hyams  indicated  staff  can  report  annually  as  to  customer 
participation  and  activity.  Commissioner  Moran  requested  that  if  any  unusual 
activity  or  concerns  are  noted  that  staff  report  back  to  the  Commission. 

Ms.  Allman  responded  to  a  question  from  President  Caen  as  to  whether  there  is 
any  program  benefit  to  residential  customers. 

Ms.  Allman  and  Director  Hyams  responded  to  a  question  from  VP  Vietor  as  to 
what  happens  to  the  agreement  upon  the  sale  of  property. 

Commissioner  Moran  proposed  an  amendment  to  the  resolution  to  include  an 
annual  reporting  requirement. 

On  Motion  to  approve  the  proposed  amendment: 

Aye:  Caen,  Vietor  and  Moran 

No  public  comment. 

On  Motion  to  approve  the  Item  15  as  amended: 

Aye:  Caen,  Vietor  and  Moran 
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No  public  comment. 


16.  Approve  Project  No.  CUH10101,  Reliable  Power  Project,  adopt  the  required 

California  Environmental  Quality  Act  Findings  and  Final  Mitigated  Negative 

Declaration  and  the  Mitigation  Monitoring  and  Reporting  Program:  and  authorize 

the  General  Manager  to  implement  the  Project.  (Resolution  19-0084) 

Steve  Ritchie,  AGM  Water,  introduced  the  item  and  requested  approval. 

No  public  comment. 

On  Motion  to  approve  Item  16: 

Aye:  Caen,  Vietor  and  Moran 

17.  Approve  the  selection  of  AECOM  Technical  Services.  Inc,  to  provide 

construction  management  services  for  the  proposed  Mountain  Tunnel 

Improvement  Project;  award  Agreement  No.  PRQ.0096,  Mountain  Tunnel 

Improvements  Construction  Management  Services;  and  authorize  the  General 

Manager  to  negotiate  and  execute  a  professional  services  agreement  for  a  total 

not-to-exceed  amount  of  $24,500,000,  with  a  duration  of  eight  years,  subject  to 

the  Board  of  Supervisors’  approval  pursuant  to  Charter  Section  9.1 18. 

(Resolution  19-0085) 

The  Commissioner  Secretary  noted  copies  of  two  additional  letters  which  were 
received  and  provided  to  the  Commission:  (1)  Ivy  Fine  dated  April  19,  2019.  and 
(2)  Steve  Wang,  EPC  Consultants,  dated  April  21 ,  2019. 

AGM  How  introduced  the  item  emphasized  the  importance  of  the  work.  She 
discussed  the  Request  for  Proposal  process  and  stated  AECOM  was  the 
highest  ranked  bidder.  She  noted  the  protest  received  from  EPC  Consultants. 

No  public  comment. 

On  Motion  to  approve  Item  1 7: 

Aye:  Caen,  Vietor  and  Moran 

The  Commission  Secretary  read  the  Closed  Session  Items. 

18.  Public  Comment  on  matters  to  be  addressed  during  Closed  Session 

None. 

19.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters 

listed  below  as  Conference  with  Legal  Counsel 

On  Motion  to  assert: 

Aye:  Caen,  Vietor  and  Moran 

The  Commission  entered  Closed  Session  at  3:05  PM. 
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20.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 

(d)(1) 

Existing  Litigation: 

Joseph  Alvarado  v.  City  and  County  of  San  Francisco 

San  Francisco  Superior  Court  Case  No.:  CGC-1 8-569501/Date  Filed  September 

6.  2018 

(Resolution  19-0085) 

21 .  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 

(d)(1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Tariff  Withdrawal  per  35.15:  Notice  of  Termination  of  the  1987  CCSF 

Interconnection  Agreement  -  PG&E  Rate  Schedule  FERC  No.  1 14  to  be 

effective  6/30/15. 

Case  No.:  ER1 5-702-000/Date  Filed:  December  23,  2014 


22.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 

(d)(1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Tariff  Withdrawal  per  35.15:  Notice  of  Termination  of  The  CCSF  Facilities 

Charge  Agreement  for  Moscone  to  be  effective  6/30/15. 

Case  No.:  ER1 5-703-000/Date  Filed  December  23,  2014 


23.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 

(d)  (D 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

5205(d)  rate  filing  per  35.13  (a)(2)(iii):  City  and  County  of  San  Francisco 

Transmission  Owner  Tariff  Replacement  Agreements  to  be  effective  7/1/15 

Case  No.:  ER1 5-705-000/Date  Filed:  December  23,  2014 


24.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67,10 

(d)(1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

5205(d)  rate  filing  per  35.13  (a)(2)(iii):  City  and  County  of  San  Francisco 

Wholesale 

Distribution  Tariff  Replacement  Agreements  to  be  effective  7/1/15 


a 
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Case  No.:  ER1 5-704-000/Date  Filed:  December  23,  2014 


25.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 

(d)(1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Notice  of  Termination  of  Facilities  Charge  Agreements  between  PG&E  and  the 

City  and  County  of  San  Francisco 

Case  No.:  ER1 5-735-000/Date  Filed:  December  23,  2014 


26.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 

(d)(1) 

Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Complaint  under  Sections  206  and  306  of  the  Federal  Power  Act- 

Case  No.:  ELI  5-3-000/Date  Filed:  October  9,  2014 

The  Commission  exited  Closed  Session  at  3:42  PM. 

27.  Announcement  Following  Closed  Session 

President  Caen  announced  that  a  settlement  was  reached  on  item  20. 

28.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session 

pursuant  to  San  Francisco  Administrative  Code  Section  67.12  (a) 

On  Motion  not  to  disclose: 

Aye:  Caen,  Vietor  and  Moran 

29.  Other  New  Business 

President  Caen  questioned  why  the  Commission  has  not  received  a  stipend 
increase  in  years. 

30.  Adjournment 

President  Caen  adjourned  the  meeting  at  3:45  PM. 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


19-0071 


WHEREAS,  The  SFPUC  in  Resolution  No.  16-0128  dated  June  28,  2016,  authorized  the 
General  Manager  to  execute  a  Memorandum  of  Understanding  (MOU)  by  and  between  the  San 
Francisco  Public  Utilities  Commission  and  the  County  of  Alameda,  Community  Development 
Agency,  Department  of  Agriculture/Weights  and  Measures  (AWM)  to  provide  weed  and  rodent 
control  s  in  the  Alameda  Creek  Watershed;  and 

WHEREAS,  The  original  MOU  had  a  duration  of  three  years  and  an  approved  budget  of 
$75,000;  and 

WHEREAS,  The  parties  desire  to  enter  into  the  First  Amendment  to  the  MOU  to 
continue  to  control  weeds  and  rodents  in  the  Alameda  Creek  Watershed  for  an  additional  three 
years  and  to  increase  the  amount  by  $120,000,  in  substantially  the  form  attached  hereto;  and 

WHEREAS,  Exhibit  A  to  the  MOU,  provided  by  Alameda  County,  is  included  for 
purposes  of  setting  billing  rates  only,  and  does  not  constitute  a  recommended  list  of  materials  or 
resources  to  be  used  under  this  MOU;  and 

WHEREAS,  Consistent  with  the  City  and  County  of  San  Francisco’s  Integrated  Pest 
Management  Ordinance,  under  this  MOU  no  pesticide  products  will  be  used  that  are  not  listed  on 
the  most  current  San  Francisco  Reduced  Risk  Pesticide  List  without  a  specific  exemption  from 
the  San  Francisco  Department  of  the  Environment;  and 

WHEREAS,  On  August  3,  2000,  the  Planning  Commission  certified  the  Alameda 
Watershed  Management  Plan  Final  EIR  which  includes  mitigation  measures  to  control  and 
eradicate  invasive  plant  species  (exotics)  and  noxious  weeds  and  eradicate  pest  species, 
including  harmful,  feral,  or  introduced  animals,  consistent  with  the  City  and  County  of  San 
Francisco  Integrated  Pest  Management  Ordinance.  On  September  26,  2000  this  Commission 
adopted  CEQA  findings  and  the  Alameda  Watershed  Management  Plan;  now,  therefore,  be  it 

WHEREAS,  Funds  in  the  amount  of  $120,000  for  this  amendment  will  be  available  from 
Water  Enterprise  Watershed  Protection  funds  25950/292656/15831/10016977/0001;  now, 
therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager  of  the  San 
Francisco  Public  Utilities  Commission  to  execute  a  First  Amendment  to  the  Memorandum  of 
Understanding  with  the  County  of  Alameda  -  Community  Development  Agency,  Department  of 
Agriculture/Weights  and  Measures,  increasing  the  amount  of  funding  by  $120,000  for  a  total 
not-to-exceed  agreement  amount  of  $195,000,  and  increasing  the  duration  by  three  years  for  a 
total  agreement  duration  of  six  years. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  April  23,  2019. 


Secretary,  Public  Utilities  Commission 


. 


. 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


19-0072 


WHEREAS,  On  June  23,  2015,  by  Resolution  15-0137,  this  Commission  awarded 
Agreement  No.  CS-1000,  As-Needed  Green  Infrastructure  Engineering  and  Design  Services,  and 
authorized  the  General  Manager  of  the  San  Francisco  Public  Utilities  Commission  (SFPUC)  to 
negotiate  and  execute  a  professional  services  agreement,  in  the  amount  of  $2,000,000,  and  with  a 
term  of  four  (4)  years,  with  MWH-AGS,  JV;  and 

WHEREAS,  Amendment  No.  1  is  being  requested  to  extend  the  agreement  term  by  one 
year  to  July  12,  2020,  to  align  the  contract  duration  with  Sewer  System  Improvement  Program 
project  durations;  and 

WHEREAS,  A  Contract  Monitoring  Division  (CMD)  sub  consulting  goal  of  10%  LBE 
participation  (of  the  total  value  of  services  to  be  provided)  has  been  established  for  this 
agreement;  and 

WHEREAS,  Funds  for  this  agreement  are  available  from  Project  No.  10002780  - 
Drainage  Basin/Early  Implementation;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  1  Wastewater 
Enterprise  Sewer  System  Improvement  Program-funded  Agreement  No.  CS-1000,  As-Needed 
Green  Infrastructure  Engineering  and  Design  Services,  with  MWH-AGS,  JV,  and  authorizes  the 
General  Manager  to  execute  this  amendment,  extending  the  contract  by  one  year,  for  a  total 
agreement  duration  of  five  years,  and  no  change  in  contract  amount. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  April  23,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


19-0073 


WHEREAS,  On  April  21,  2015,  pursuant  to  the  General  Manager’s  authority  under 
Resolution  No.  09-0017,  the  General  Manager  executed  Agreement  No.  CS-1007,  Structural 
Engineering  Services  for  525  Golden  Gate,  with  SOHA  Engineers  in  the  original  not-to-exceed 
amount  of  $100,000  and  with  an  initial  duration  of  three  years,  to  provide  structural  design  and 
analysis  services  in  support  of  architectural  and/or  mechanical  modifications  to  the  SFPUC 
headquarters  building  at  525  Golden  Gate  Avenue;  and 

WHEREAS,  On  July  26,  2016,  pursuant  to  Resolution  No.  16-0142,  this  Commission 
approved  Amendment  No.  1  to  increase  the  agreement  amount  by  $60,000  and  extend  the 
agreement  duration  by  one  year,  in  order  to  provide  continued  structural  engineering  services 
including  improved  access  and  fall  protection  needed  for  building  maintenance,  for  a  total  not-to- 
exceed  agreement  amount  of  $160,000  and  a  total  agreement  duration  of  four  years;  and 

WHEREAS,  Amendment  No.  2  is  being  requested  to  increase  the  agreement  amount  by 
$40,000  and  extend  the  duration  by  one  year,  for  continued  structural  engineering  services 
including  support  during  Bid  and  Award  and  Construction  phases,  lor  a  total  not-to-exceed 
agreement  amount  of  $200,000  and  a  total  duration  of  five  years;  and 

WHEREAS,  Pursuant  to  Chapter  14B  of  the  San  Francisco  Administrative  Code,  the 
Contract  Monitoring  Division  (CMD)  Local  Business  Enterprise  sub-consulting  requirements 
have  been  waived  for  this  agreement;  and 

WHEREAS,  Funds  for  this  agreement  are  available  from  Project  No.  Project  PUW514- 
525  GG  O&M;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  2  to  Agreement 
No.  CS-1007,  Structural  Engineering  Services  for  525  Golden  Gate  with  SOHA  Engineers,  for 
continued  structural  engineering  services,  including  support  during  bid,  award,  and  construction 
phases;  and  be  it 

FURTHER  RESOLVED,  This  Commission  authorizes  the  General  Manager  to  execute 
this  Amendment  No.  2,  increasing  the  agreement  by  $40,000,  and  extending  the  duration  by  one 
year,  for  a  total  not-to-exceed  agreement  amount  of  $200,000  and  a  total  agreement  duration  of 
five  years. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  April  23,  201 ° 


Secretary,  Public  Utilities  Commission 


' 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


19-0074 


WHEREAS,  On  October  24,  2017,  per  Resolution  No.  17-0220,  this  Commission  approved  the 
award  of  Job  Order  Contract  No.  JOC-65R,  General  Engineering  (A-License)  for  San  Joaquin, 
Stanislaus  and  Tuolumne  Counties,  Hetch  Hetchy  to  Robert  E.  Boyer  Construction,  Inc.;  and 

WHEREAS,  The  Notice-to-Proceed  date  was  April  23,  2018;  and 

WHEREAS,  The  original  contract  amount  was  for  an  amount  not  to  exceed  $5,000,000  and  the 
original  contract  duration  was  five  (5)  years;  and 

WHEREAS,  Section  6.22(h)  of  the  Administrative  Code  requires  that  any  cumulative  increase  in 
contract  cost  or  contract  duration  in  excess  of  10%  of  the  original  contract  cost  or  contract  duration  be 
approved  by  this  Commission;  and 

WHEREAS,  Modification  No.l  is  being  requested  to  implement  additional  General  Engineering 
construction  projects  required  such  as  wrecking,  cathodic  protection,  concrete,  construction  traffic  control 
services,  earthwork  &  paving,  electrical,  hazardous  materials,  hazardous  waste  and  remediation  services, 
landscaping,  masonry,  painting/waterproofing,  pipeline  contracting,  plumbing,  reinforcing  steel, 
structural  steel,  trucking  &  hauling,  welding  and  well  drilling  for  the  San  Francisco  Public  Utilities 
Commission’s  (SFPUC)  Operations  and  Bureaus,  increasing  the  contract  amount  by  $2,500,000,  for  a 
total  not-to-exceed  contract  amount  of  $7,500,000  as  allowed  under  the  San  Francisco  Administrative 
Code  Chapter  6.62,  with  no  change  in  contract  duration;  and 

WHEREAS,  The  Contract  Monitoring  Division  (CMD)  established  a  Local  Business  Enterprise 
(LBE)  subcontracting  requirement  of  18%  for  this  construction  contract;  and  the  contractor  has 
committed  to  a  LBE  subcontracting  participation  of  33%  in  its  bid  submittal;  and 

WHEREAS,  This  action  does  not  constitute  a  project  under  California  Environmental  Quality 
Act  (CEQA)  Guidelines  Section  15378  because  there  would  be  no  physical  change  in  the  environment. 
No  task  order  will  be  issued  for  construction  under  this  contract  until  environmental  review  is  conducted 
and  if  necessary,  the  appropriate  CEQA  document  is  reviewed  and  considered  prior  to  task  order  release, 
and 

WHEREAS,  Funds  will  be  available  from  various  SFPUC  enterprise  funds  when  task  orders  are 
issued;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Modification  No.  1  to  Job  Order  Contract, 
JOC-65R,  General  Engineering  (A-License)  for  San  Joaquin,  Stanislaus,  and  Tuolumne  Counties,  Hetch 
Hetchy,  with  Robert  E.  Boyer  Construction,  for  continued  General  Engineering  construction  work  at 
SFPUC  facilities  and  properties,  increasing  the  contract  amount  by  $2,500,000  for  a  total  not-to-exceed 
contract  amount  of  $7,500,000,  with  no  change  to  contract  duration. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  April  23,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


19-0075 


WHEREAS,  On  February  28,  2017,  per  Resolution  No.  17-0030,  this  Commission 
approved  the  award  of  Job  Order  Contract  (JOC)  Contract  No.  JOC-67,  Micro-Local  Business 
Enterprise  (Micro-LBE)  Set  Aside,  Landscaping  (C-27  License),  San  Francisco,  San  Mateo, 
Santa  Clara  and  Alameda  Counties  to  San  Francisco  Conservation  Corps;  and 

WHEREAS,  The  Notice-to-Proceed  date  was  set  for  April  28,  2018;  and 

WHEREAS,  The  original  contract  amount  was  for  $1,000,000  and  the  original  contract 
duration  was  two  (2)  years;  and 

WHEREAS,  Section  6.22(h)  of  the  Administrative  Code  requires  that  any  cumulative 
increase  in  contract  cost  or  contract  duration  in  excess  of  10%  of  the  original  contract  cost  or 
contract  duration  be  approved  by  the  Commission;  and 

WHEREAS,  Modification  No.l  is  being  requested  to  complete  ongoing  landscaping 
work  for  all  San  Francisco  Public  Utilities  Commission’s  (SFPUC)  Operations  and  Bureaus, 
increasing  the  contract  duration  by  three  (3)  years  for  a  total  of  live  (5)  years,  with  no  change 
to  contract  amount,  as  allowed  under  the  San  Francisco  Administrative  Code  Chapter  6.62,  and 

WHEREAS,  A  Contract  Monitoring  Division  (CMD)  subcontracting  goal  and  bid 
discount  do  not  apply  to  Micro-LBE  Set  Aside  Contracts;  and 

WHEREAS,  This  action  does  not  constitute  a  project  under  California  Environmental 
Quality  Act  Guidelines  Section  15378  because  there  would  be  no  physical  change  in  the 
environment.  No  task  order  will  be  issued  for  construction  under  this  contract  until  it  is 
determined  whether  environmental  review  under  the  California  Environmental  Quality  Act 
(CEQA)  is  required,  and  if  so,  the  appropriate  CEQA  document  is  reviewed  and  considered 
prior  to  task  order  release;  and 

WHEREAS,  Funds  will  be  available  from  various  SFPUC  Enterprise  funds  when  Task 
Orders  are  issued;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Modification  No.  1  for  JOC-67, 
Micro-LBE  Set  Aside,  Landscaping  (C-27  License),  San  Francisco,  San  Mateo,  Santa  Clara 
and  Alameda  Counties,  with  San  Francisco  Conservation  Corps,  to  complete  landscaping  work 
for  SFPUC  facilities  and  properties,  increasing  the  contract  duration  by  three  years,  for  a  total 
contract  duration  of  five  years,  with  no  change  to  the  contract  amount. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public 
Utilities  Commission  at  its  meeting  of  April  23,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0076 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  advertised 
Wastewater  Enterprise  (WWE)  and  Renewal  and  Replacement  Treatment  Facilities  (R&R) 
Program-funded  Contract  No.  WW-654,  Southeast  Water  Pollution  Control  Plant  Buildings  040, 
041,  044,  060,  061,  062,  925,  and  960  Mechanical  Improvements  on  December  7,  2018;  and 

WHEREAS,  The  Engineer’s  Estimate  is  $5,300,000  for  this  construction  contract  work  to 
install  new  mechanical  equipment,  replace  valves  and  piping,  provide  electrical  and 
instrumentation  and  controls  improvements,  and  perform  structural  work  for  equipment  pads  and 
selective  demolition  repair;  and 

WHEREAS,  The  contract  duration  is  660  consecutive  calendar  days;  and 

WHEREAS,  Three  (3)  bids  were  received  and  opened  publicly  on  January  24,  2019;  and 

WHEREAS,  SFPUC  staff  and  Contract  Monitoring  Division  (CMD)  review  of  the  bids 
for  qualifications,  responsibility,  responsiveness  and  application  of  bid  preferences  and 
compensable  delay  extension  prices  in  accordance  with  the  contract  documents,  and  this  review, 
resulted  in  the  establishment  of  Cal  State  Constructors,  Inc.  as  the  lowest  qualified,  responsible, 
and  responsive  bidder;  and 

WHEREAS,  The  CMD  established  a  Local  Business  Enterprise  (LBE)  subcontracting 
participation  requirement  of  20%,  and  the  contractor  committed  to  a  LBE  subcontracting 
participation  of  38.26%  with  its  bid  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City’s  Administrative  Code  either  at 
the  time  of  the  award,  or  within  two  (2)  weeks  of  the  date  of  the  Commission  award;  failure  of 
the  bidder  to  obtain  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to 
the  next  lowest  qualified,  responsible,  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the 
discretion  of  the  City;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CWWRNRTF99,  SEP  062  Screw 
Pump;  and 

WHEREAS,  The  Project  does  not  constitute  a  project  under  California  Environmental 
Quality  Act  (CEQA)  Guidelines  Section  15378;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  WWE  and  R&R  Treatment  Facilities  Program-funded  Contract  No.  WW-654,  Southeast 
Water  Pollution  Control  Plant  Buildings  040,  041,  044,  060,  061,  062,  925,  and  960  Mechanical 
Improvements,  in  the  amount  of  $7,027,000,  with  a  contract  duration  of  660  consecutive 
calendar  days,  to  the  lowest  qualified,  responsible,  and  responsive  bidder,  Cal  State  Constructors, 
Inc. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  April  23,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


19-0077 


WHEREAS,  Wastewater  Enterprise  (WWE),  Renewal  and  Replacement  (R&R)  Program- 
funded  Contract  No.  WW-655,  As-Needed  Main  Sewer  Replacement  No.  7,  was  advertised  on 
February  1,  2019;  and 

WHEREAS,  The  Engineer’s  Estimate  is  $6,250,000  for  this  construction  contract  work  to 
perform  as-needed  manhole  to  manhole  segment  main  sewer  replacements  on  short  notice  in 
locations  to  be  determined  throughout  San  Francisco;  and 

WHEREAS,  The  contract  duration  is  400  consecutive  calendar  days;  and 

WHEREAS,  Three  (3)  bids  were  received  and  opened  publicly  on  March  7,  2019;  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  and  Contract 
Monitoring  Division  (CMD)  review  of  the  bids  for  qualifications,  responsibility,  responsiveness 
and  application  of  bid  preferences  resulted  in  the  establishment  of  Precision  Engineering,  Inc.  as 
the  lowest  qualified,  responsible,  and  responsive  bidder;  and 

WHEREAS,  The  CMD  established  a  Local  Business  Enterprise  (LBE)  subcontracting 
participation  requirement  of  14%  for  this  contract,  and  the  contractor  committed  to  a  LBE 
subcontractor  participation  of  14. 17%  with  its  bid  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City’s  Administrative  Code  either  at  the 
time  of  the  award,  or  within  two  (2)  weeks  of  the  date  of  the  Commission  award;  failure  ot  the 
bidder  to  obtain  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
next  lowest  qualified,  responsible,  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the 
discretion  of  the  City;  and 

WHEREAS,  Funds  are  available  from  Project  No.  10015671,  As-Needed  Main  Sewer 
Replacement  No.  7;  and 

WHEREAS,  The  Project  does  not  constitute  a  project  under  California  Environmental 
Quality  Act  Guidelines  Section  15378(b)(4);  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  WWE  R&R  Program-funded  Contract  No.  WW-655,  As-Needed  Main  Sewer 
Replacement  No.  7,  for  a  total  contract  amount  not  to  exceed  $6,705,1 15  and  a  contract  duration 
of  400  consecutive  calendar  days,  to  the  lowest  qualified,  responsible,  and  responsive  bidder, 
Precision  Engineering,  Inc. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  April  23,  2019. 


Secretary,  Public  Utilities  Commission 


. 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  19-0078 


WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  developed  a 
project  description  under  the  Water  System  Improvement  Program  (WSIP)  for  meeting  water 
supply  demands,  otherwise  known  as  Project  No.  CUW30201,  San  Francisco  Westside  Recycled 
Water  Project  (Project),  in  the  City  and  County  of  San  Francisco  (City);  and 

WHEREAS,  The  Project  was  approved  by  this  Commission  on  September  8,  2015,  by 
Resolution  15-0187;  and 

WHEREAS,  The  Project  is  a  water  supply  project  approved  by  the  SFPUC  as  part  of  the 
WSIP;  and 

WHEREAS,  The  Project  objectives  are  to  construct  a  new  recycled  water  treatment 
facility,  pump  station,  underground  reservoir,  and  associated  pipelines  and  that  will  produce  and 
deliver  up  to  two  million  gallons  per  day  of  recycled  water  for  irrigation,  lake  fill,  and  other  non- 
potable  uses,  to  diversify  the  SFPUC’ s  water  supply  portfolio  and  increase  the  use  of  local  water 
supply  sources;  and 

WHEREAS,  WSIP-funded  Contract  No.  WD-2797,  San  Francisco  Westside  Recycled 
Water  Pump  Station  and  Reservoir,  was  advertised  on  December  18,  2018;  and 

WHEREAS,  The  Engineer’s  Estimate  is  $20,000,000  for  this  construction  contract  work 
to  construct  a  new  recycled  water  pump  station  and  reservoir  and  other  associated  work  to 
provide  a  fully  functional  system;  and 

WHEREAS,  The  contract  duration  is  690  consecutive  calendar  days;  and 

WHEREAS,  Seven  (7)  bids  were  received  and  opened  publicly  on  February  14,  2019; 

and 


WHEREAS,  SFPUC  and  Contract  Monitoring  Division  (CMD)  staff  reviewed  the  bids 
for  qualifications,  responsibility,  and  responsiveness,  and  this  review  resulted  in  the 
establishment  of  JMB  Construction  as  the  lowest  qualified,  responsible,  and  responsive  bidder; 
and 


WHEREAS,  CMD  established  a  Local  Business  Enterprise  (LBE)  subcontracting 
requirement  of  17%  for  this  contract,  and  the  contractor  committed  to  an  LBE  participation  of 
25.17%  with  its  bid  submittal;  and 


WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City’s  Administrative  Code  either  at 
the  time  of  the  award,  or  within  two  (2)  weeks  of  the  date  of  the  Commission  award;  failure  of 
the  bidder  to  obtain  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to 
the  next  lowest  qualified,  responsible,  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the 
discretion  of  the  City;  and 

WHEREAS,  Funds  are  available  from  Water  Enterprise  Project  No.  CUW30201,  San 
Francisco  Westside  Recycled  Water  Project,  and  includes  financing  of  eligible  costs  by  a  Clean 
Water  State  Revolving  Fund  loan,  as  approved  by  this  Commission  on  July  11,  2017  by 
Resolution  Nos.  17-0155  and  17-0159;  and 

WHEREAS,  On  September  3,  2015,  the  Planning  Commission  certified  the 
Environmental  Impact  Report  (EIR)  for  the  Project,  by  Motion  No.  M- 19442,  as  required  by  the 
California  Environmental  Quality  Act  (CEQA)  and  adopted  CEQA  findings,  including  a 
Statement  of  Overriding  Considerations  and  a  Mitigation  Monitoring  and  Reporting  Program. 
The  Planning  Commission  also  found  the  project  consistent  with  the  General  Plan,  and  approved 
a  local  coastal  zone  permit,  by  its  Motion  M- 19443.  The  FEIR  prepared  for  the  Project  is  tiered 
from  the  Water  System  Improvement  Program  Environmental  Impact  Report  (PEER),  which  this 
Commission  adopted  findings  in  Resolution  No.  08-200  dated  October  30,  2008,  as  authorized 
and  in  accordance  with  CEQA  and  CEQA  Guidelines;  and 

WHEREAS,  The  Project  files  including  FEIR,  PEIR,  and  SFPUC  Resolution  No.  15- 
0187  have  been  made  available  for  review  by  the  SFPUC  and  the  public,  and  those  files  are  part 
of  the  record  before  this  Commission;  and 

WHEREAS,  On  September  8,  2015,  this  Commission,  reviewed  and  considered  the  FEIR 
and  the  record  as  a  whole  for  Planning  Commission  File  No.  2008.009 IE  and  by  Resolution  15- 
0187:  (1)  approved  the  Project,  and  (2)  adopted  CEQA  Findings,  including  a  statement  of 
overriding  considerations,  and  a  Mitigation  Monitoring  and  Reporting  Program  (MMRP) 
required  by  CEQA,  and  (3)  authorized  the  General  Manager  of  the  SFPUC  to  implement  the 
Project,  in  compliance  with  the  Charter  and  applicable  law,  and  subject  to  subsequent 
Commission  action  and  Board  of  Supervisors  approval,  where  required;  and 

WHEREAS,  This  Commission  has  reviewed  and  considered  the  information  contained  in 
the  FEIR,  the  findings  contained  in  Resolution  No.  15-0187,  all  written  and  oral  communication 
provided  by  the  Planning  Department,  the  public,  relevant  public  agencies,  SFPUC  and  other 
experts  and  the  administrative  files  for  the  Project:  now,  therefore  be  it 

RESOLVED,  This  Commission  has  reviewed  and  considered  the  FEIR  and  record  as  a 
whole,  finds  that  the  FEIR  is  adequate  for  its  use  as  the  decision-making  body  for  the  action 
taken  herein  to  award  the  construction  contract  WD-2797  and  incorporates  the  CEQA  Findings 
contained  in  Resolution  No.  15-0187,  including  the  Statement  of  Overriding  Considerations,  by 
this  reference  thereto  as  though  set  forth  in  this  Resolution;  and  be  it 


FURTHER  RESOLVED,  This  Commission  further  finds  that  since  the  FEIR  was 
finalized,  there  have  been  no  substantial  project  changes  and  no  substantial  changes  in  project 
circumstances  that  would  require  major  revisions  to  the  FEIR  due  to  the  involvement  of  new 
significant  environmental  effects  or  an  increase  in  the  severity  of  previously  identified  significant 
impacts,  and  there  is  no  new  information  of  substantial  importance  that  would  change  the 
conclusions  set  forth  in  the  FEIR;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  approves  the  plans  and 
specifications  and  awards  Water  System  Improvement  Program-funded  Contract  No.  WD-2797, 
Westside  Recycled  Water  Pump  Station  and  Reservoir,  in  the  amount  of  $15,633,200,  to  the 
lowest  qualified,  responsible,  and  responsive  bidder,  JMB  Construction. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  April  23,  2019. 


Secretary,  Public  Utilities  Commission 


•sj  . 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0079 


WHEREAS,  Construction  has  been  completed  for  Contract  No.  WW-559R,  Fixed  Gas 
Monitoring  System  Upgrades,  by  the  contractor,  U.S.  Electric  Technologies  Inc.;  and 

WHEREAS,  On  April  22,  2014,  by  Resolution  No.  14-0058,  this  Commission  awarded 
Wastewater  Enterprise  (WWE),  Renewal  &  Replacement  Treatment  Facilities  Program-funded 
Contract  No.  WW-559R,  Fixed  Gas  Monitoring  System  Upgrades,  to  the  lowest,  qualified, 
responsible,  and  responsive  bidder,  U.S.  Electric  Technologies  Inc.;  and 

WHEREAS,  The  original  contract  amount  was  for  $2,484,000  and  the  original  contract 
duration  was  365  consecutive  calendar  days;  and 

WHEREAS,  The  construction  contract  Notice-to-Proceed  date  was  set  for  June  23,  2014, 
with  an  original  schedule  of  365  consecutive  calendar  days  and  the  contract  work  was  completed 
in  1,640  consecutive  calendar  days  on  December  18,  2018;  and 

WHEREAS,  Section  6.22(h)  of  the  Administrative  Code  requires  that  any  cumulative 
increase  in  contract  price  or  duration  in  excess  of  10%  of  the  original  contract  price  or  duration 
be  approved  by  this  Commission;  and 

WHEREAS,  Modification  Nos.  1-2  were  issued  (within  the  10%  contingency),  increasing 
the  contract  amount  by  $27,793  to  account  for  hydrogen  sultide  (H2S)  sensors  extenstion  and 
additional  UPS  changes,  for  a  total  revised  contract  amount  of  $2,51 1,793,  and  no  change  to  the 
contract  duration;  and 

WHEREAS,  On  November  10,  2015,  per  Resolution  No.  15-0232,  this  Commission 
approved  an  increase  to  the  contract  duration  of  180  consecutive  calendar  days,  for  a  total 
revised  contract  duration  of  545  consecutive  calendar  days;  and 

WHEREAS,  On  March  8,  2016,  per  Resolution  No.  16-0043,  this  Commission  approved 
an  increase  to  the  contract  amount  of  $146,228,  for  a  revised  contract  amount  of  $2,630,228,  and 
approved  an  increase  to  the  duration  of  1,095  consecutive  calendar  days,  tor  a  total  revised 
contract  duration  of  1,640  consecutive  calendar  days;  and 

WHEREAS,  Modification  Nos.  3-4  were  issued  per  Resolution  Nos.  15-0232  and  16- 
0043,  increasing  the  contract  amount  by  $146,228,  and  increasing  the  contract  duration  by  1,095 
calendar  days,  to  replace  fixed  gas  sensor  and  electrical  equipment,  to  account  for  changes 
related  to  OSP  800  lower  explosive  limit  (LEL)  electrical  interlock  and  to  allow  for  three  years 
of  fixed  gas  monitoring  system  maintenance  following  substantial  construction  completion,  for  a 
total  revised  contract  amount  of  $2,630,228  and  a  total  revised  contract  duration  of  1,640 
consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  5  (Final)  is  being  requested  for  ($46,945)  to  reconcile 
unused  bid  item  amounts,  decreasing  the  contract  amount  to  $2,583,283,  with  no  change  to  the 
contract  duration;  and 


WHEREAS.  The  Contract  Monitoring  Division  (CMD)  established  a  Local  Business 
Enterprise  (LBE)  subcontracting  requirement  of  10%  for  this  contract,  the  contractor  committed 
to  utilize  12.08%  LBE  participation  with  its  bid,  and  the  CMD  determined  that  the  contractor 
made  a  good  faith  effort  to  comply  with  the  LBE  subcontracting  requirement  by  achieving  a  final 
LBE  participation  of  1 1.61%;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CWWRNRTF30,  WWE  Renewal  and 
Replacement  Treatment  Facilities  Program;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  accepts  work  performed  by  U.S.  Electric 
Technologies  Inc.  for  WWE,  Renewal  &  Replacement  Treatment  Facilities  Program- funded 
Contract  No.  WW-559R,  Fixed  Gas  Monitoring  System  Upgrades,  appproves  Modification  No. 
5  (Final)  decreasing  the  contract  by  $46,945  for  a  total  contract  amount  of  $2,583,283  and  with  a 
total  contract  duration  of  1,640  consecutive  calendar  days,  and  authorizes  final  payment  to  the 
contractor. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  April  23,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0080 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  advertised 
Wastewater  Enterprise  (WWE),  Renewal  and  Replacement  (R&R)  Program  funded  Contract  No. 
WW-686,  As-Needed  Spot  Sewer  Replacement  No.  38,  on  January  30,  2019;  and 

WHEREAS,  The  Engineer’s  Estimate  is  $8,600,000  for  this  construction  contract  work  to 
replace  localized  sections  of  existing  sewer  piping,  on  an  as-needed  basis,  at  locations  to  be 
determined  throughout  the  City  of  San  Francisco;  and 

WHEREAS,  The  contract  duration  is  400  consecutive  calendar  days;  and 

WHEREAS,  One  (1)  bid  was  received  and  opened  publicly  on  February  28,  2019;  and 

WHEREAS,  Pursuant  to  the  San  Francisco  Administrative  Code,  Chapter  6.23(c)(2), 
SFPUC  conducted  an  analysis  of  the  level  of  contract  outreach  and  a  review  of  the  scope  of  work 
in  the  contract  documents,  in  order  to  determine  whether  (A)  whether  further  outreach  efforts 
would  result  in  more  than  one  bid  and/or  (B)  whether  removal  or  modification  of  certain 
requirements  in  the  Contract  would  result  in  more  than  one  Bid;  and 

WHEREAS,  Based  on  that  analysis,  the  General  Manager  has  determined  that  neither 
step  (A)  nor  (B),  above,  would  likely  result  in  more  than  one  bid  at  bid  prices  substantially  lower 
than  the  bid  price  received;  and 

WHEREAS,  SFPUC  staff  and  Contract  Monitoring  Division  (CMD)  review  of  the  bids 
for  qualifications,  responsibility,  responsiveness,  and  application  of  bid  preferences  resulted  in 
the  establishment  of  J.  Flores  Construction  Company,  Inc.  as  the  sole  qualified,  responsible,  and 
responsive  bidder;  and 

WHEREAS,  The  CMD  established  a  Local  Business  Enterprise  (LBE)  subcontracting 
requirement  of  8%  for  this  contract,  and  the  contractor  committed  to  a  LBE  subcontractor 
participation  rate  of  8.30%  with  its  bid  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City’s  Administrative  Code  either  at 
the  time  of  the  award,  or  within  two  (2)  weeks  of  the  date  of  the  Commission  award;  failure  of 
the  bidder  to  obtain  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to 
the  next  lowest  qualified,  responsible,  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the 
discretion  of  the  City;  and 

WHEREAS,  Funds  are  available  from  Project  No.  10034352,  As-Needed  Spot  Sewer 
Replacement  No.  38;  and 


WHEREAS,  On  November  30,  2013,  the  Environmental  Review  Officer  determined  that 
approval  of  as-needed  contracts  for  the  repair  or  replacement  of  linear  assets  do  not  fall  within 
the  definition  of  a  project  under  California  Environmental  Quality  Act  Guidelines  Section 
15378(b)(4)  related  to  the  creation  of  government  funding  mechanisms  which  do  not  involve  any 
commitment  to  any  specific  project  which  may  result  in  a  potentially  significant  impact  on  the 
environment;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager  to  negotiate 
a  contract  for  an  amount  not  to  exceed  $9,205,823  with  the  sole  qualified,  responsible,  and 
responsive  bidder,  J.  Flores  Construction  Company,  Inc.,  or,  if  negotiations  are  unsuccessful, 
with  another  qualified  contractor  for  WWE,  R&R  Program-funded  Contract  No.  WW-686,  As- 
Needed  Spot  Sewer  Replacement  No.  38;  and  be  it 

FURTHER  RESOLVED,  That,  upon  successful  negotiations,  this  Commission  hereby 
approves  the  plans  and  specifications,  and  awards  WWE  R&R  Program  funded  Contract  No. 
WW-686,  As-Needed  Spot  Sewer  Replacement  No.  38,  for  a  total  contract  amount  not  to  exceed 
$9,205,823,  and  with  a  duration  of  400  consecutive  calendar  days,  to  the  sole  qualified, 
responsible,  and  responsive  bidder,  J.  Flores  Construction  Company,  Inc. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  April  23,  20  ip 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0081 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission,  by  Lease  dated  May  12, 
2009  (Lease)  by  and  between  William  H.  Banker,  Jr.,  Successor  Trustee  of  The  Banker  Trust 
dated  April  20,  1992,  Fillmore  C.  Marks,  Trustee  of  The  Fillmore  and  Barbara  Marks  1992 
Trust;  Fillmore  Douglas  Marks,  William  C.  Marks,  and  Bradford  F.  Marks,  tenants  in  common, 
as  landlord  (collectively,  Landlord),  and  the  City  and  County  of  San  Francisco  (City),  through  its 
SFPUC  as  tenant  (Tenant)  leases  approximately  14,000  square  feet  of  warehouse  and  office 
space  on  an  approximate  19,000  square  foot  lot  commonly  known  and  numbered  651  Bryant 
Street  for  use  by  the  SFPUC  Power  Enterprise  Utility  Field  Services  (UFS)  Division;  and 

WHEREAS,  This  Commission  approved  the  Lease  on  July  8,  2008,  by  Resolution  No. 
08-0121,  which  had  an  initial  term  of  10  years  and  one  option  to  extend  by  an  additional  10 
years,  and  the  Board  of  Supervisors  approved  the  Lease  by  Resolution  No.  315-09,  adopted  July 
28,  2009;  and 

WHEREAS,  The  UFS  Division  provides  engineering,  technical,  and  field  services  in  the 
management,  operation,  maintenance,  replacement  and  new  installations  of  the  City-owned 
electric  distribution  systems  and  25,000  streetlights  in  San  Francisco,  and  also  operates  and 
maintains  facilities  for  San  Francisco  International  Airport  and  the  Port  of  San  Francisco  and  on 
Treasure  Island  and  Yerba  Buena  Island  owned  by  the  Treasure  Island  Development  Authority, 
plus  various  redevelopment  projects;  and 

WHEREAS,  The  Lease  currently  expires  October  3 1,  2019;  and 

WHEREAS,  The  Lease  provides  City,  through  the  SFPUC,  with  one  option  to  extend  the 
Lease  term  for  ten  years,  to  be  exercised  at  the  SFPUC’ s  sole  discretion  and  requiring  approval 
by  this  Commission;  and 

WHEREAS,  By  letter  dated  December  6,  2018,  City,  through  the  SFPUC,  exercised  its 
option  under  the  Lease  to  extend  the  Lease  term  for  one  additional  term  of  10  years  pursuant  to 
Section  3.4  [Extension  Option]  of  the  Lease;  and 

WHEREAS,  Extension  of  the  Lease  term  is  subject  to  approval  of  this  Commission,  and 
the  Board  of  Supervisors  under  Charter  Section  9. 1 18;  and 

WHEREAS,  Pursuant  to  the  terms  of  Section  3.5  [Determination  of  Base  Rent  for  the 
Extended  Term]  of  the  Lease,  Landlord  and  City  agreed  that,  considering  all  factors,  95%  of  the 
“prevailing  market  rate”  for  annual  Base  Rent  for  the  first  year  of  the  Extended  Term  shall  be 
$577,920  (approximately  $41.28  per  square  foot)  and  monthly  Base  Rent  payments  shall  be 
$48,160  (approximately  $3.44  per  square  foot),  which  shall  increase  annually  by  three  percent 
(3%),  as  set  forth  in  the  attached  Lease  extension  letter  dated  March  4,  2019;  and 


WHEREAS,  Funding  for  the  rent  payments  is  available  from  the  from  the  Power 
Enterprise  Operating  COA:  24970/298650/10000/10029985/0006/530000;  and 

WHEREAS,  This  action  does  not  constitute  a  project  under  California  Environmental 
Quality  Act  Guidelines  Section  15378  because  there  would  be  no  physical  change  in  the 
environment;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  terms  and  conditions  of  the  ten- 
year  Lease  term  extension  agreement  dated  March  4,  2019,  a  copy  of  which  is  incorporated  by 
reference;  and  be  it 

FEfRTHER  RESOLVED,  That  this  Commission  hereby  ratifies,  approves,  and  authorizes 
all  actions  heretofore  taken  by  any  City  official  in  connection  with  the  Lease  extension;  and  be  it 

FEfRTHER  RESOLVED,  That  this  Commission  hereby  authorizes  and  directs  the 
General  Manager  of  the  SFPUC  to  seek  approval  by  the  Board  of  Supervisors  pursuant  to 
Charter  Section  9.1 18  to  execute  the  attached  Lease  extension  agreement;  and,  be  it 

FEfRTHER  RESOLVED,  That  this  Commission  herby  authorizes  the  SFPEfC  General 
Manager  to  enter  into  any  amendments  or  modifications  to  this  Lease  and  Lease  extension, 
including  without  limitation,  the  exhibits,  that  the  General  Manager  determines,  in  consultation 
with  the  City  Attorney,  are  in  the  best  interest  of  the  City,  do  not  materially  increase  the 
obligations  or  liabilities  of  the  City,  are  necessary  or  advisable  to  effectuate  the  purposes  and 
intent  of  the  Lease  or  this  resolution,  and  are  in  compliance  with  all  applicable  laws,  including 
the  City  Charter. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  April  23,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0082 


WHEREAS,  In  1997,  when  the  U.S.  Department  of  Defense  closed  the  Naval  Station 
Treasure  Island  (NSTI),  the  City  and  County  of  San  Francisco  (City)  entered  into  a  Base 
Caretaker  Cooperative  Agreement  with  the  U.S.  Navy;  and 

WHEREAS,  The  Treasure  Island  Development  Authority  (TIDA)  currently  operates  and 
maintains  NSTI,  including  both  properties  transferred  by  the  U.S.  Navy  to  TIDA  and  properties 
that  remain  under  the  jurisdiction  of  the  U.S.  Navy;  and 

WHEREAS,  TIDA’s  responsibilities  generally  include,  among  other  matters:  (1) 
operation  and  maintenance  (O&M)  services  for  all  the  existing  utility  systems  on  Treasure 
Island/Yerba  Buena  Island  (TI/YBI),  (2)  grounds  and  street  maintenance  and  repair,  (3)  property 
management,  and  (4)  public  health,  security,  and  safety  services;  and 

WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  has  been 
operating  and  maintaining  water,  wastewater,  electric,  and  gas  utility  systems  on  TI/YBI  since 
1997,  as  requested  by  TIDA;  and 

WHEREAS,  The  Treasure  Island  Community  Development  (TICD)  has  initiated  a 
phased  15  to  20-year  development  project  which  includes  demolition  of  existing  buildings  and 
utilities,  geotechnical  improvements,  construction  of  8,000  new  homes,  and  construction  of  new 
wastewater  and  stormwater  infrastructure  on  Treasure  Island;  and 

WHEREAS,  The  TICD  is  obligated  to  design,  construct  and  complete  the  infrastructure 
for  TEYBI,  including  new,  separate  wastewater  and  stormwater  collection  and  conveyance 
systems,  and  stormwater  management  controls;  and 

WHEREAS,  The  SFPUC  will  assume  ownership  of  the  new  wastewater  and  stormwater 
infrastructure  upon  its  completion  and  acceptance  by  the  Board  of  Supervisors,  and 

WHEREAS,  The  new  wastewater  treatment  plant  (WWTP)  is  not  part  of  TICD’s 
infrastructure  construction  obligations  and  will  be  planned,  designed,  constructed,  and  owned  by 
the  SFPUC  under  Project  No.  CWP11001,  New  Treasure  Island  Wastewater  Treatment  Plant; 

and 

WHEREAS,  The  SFPUC  staff  evaluated  four  project  delivery  methods,  traditional 
Design-Bid-Build  (DBB),  Design-Build  (DB),  Design-Build-Operate  (DBO),  and  Construction 
Manager/General  Contractor  (CM/GC)  for  this  complex,  multi-design  discipline,  treatment 

facility  project;  and 

WHEREAS,  For  the  reasons  set  forth  in  the  memorandum  dated  April  1,  2019  titled 
“SFPUC  New  Treasure  Island  Wastewater  Treatment  Plant  Project  -  Project  Delivery 
Determination,”  a  copy  of  which  is  on  file  with  this  Commission  SFPUC  staff  and  the  General 
Manager  recommend  the  DBO  project-contract  delivery  method  in  order  to  provide  a  single 
point  of  accountability  for  the  design,  construction,  operation,  maintenance,  and  training  of  the 
new  WWTP  while  the  SFPUC  develops  an  operation  and  maintenance  staffing  plan  for  the  new 

facility;  and 


WHEREAS,  Following  the  Commissions’s  approval  of  this  resolution,  the  SFPUC  will  seek 
approval  from  the  Board  of  Supervisors  through  a  project-specific  ordinance  to  use  this  alternate 
project  delivery  method  and  customize  the  procurement  to  deliver  the  project  in  a  manner  that  is 
most  efficient  and  cost-effective;  and 

WHEREAS,  If  approved  by  the  Board  of  Supervisors,  the  proposed  DBO  procurement 
process  will  involve  the  advertisement  of  a  Request  for  Qualifications  (RFQ)  and  Request  for 
Proposals  (RFP);  and 

WHEREAS,  The  evaluation  of  the  non-cost  criteria  for  the  proposal  will  constitute  not 
less  than  60%  of  the  overall  evaluation  for  the  RFP,  and  evaluation  of  cost  criteria  will  constitute 
a  maximum  of  40%  of  the  overall  evaluation,  consistent  with  other  alternative  delivery  methods 
in  Administrative  Code  Chapter  6;  and 

WHEREAS,  The  cost  evaluation  will  be  evaluated  based  on  a  Fixed  Price  (FP)  Net 
Present  Value  (NPV)  analysis  that  incorporates  the  fixed  design-build  cost  and  annual 
O&M/R&R  costs  over  a  20-year  analysis  period.  O&M  and  R&R  costs  for  the  operations  and 
maintenance  of  the  WWTP  and  collections  system  will  be  based  on  the  DBO  team’s  guaranteed 
Year  1  pricing,  then  adjusted  for  inflation  annually;  and 

WHEREAS,  The  non-cost  criteria  will  include  qualifications,  safety,  team  integration, 
training  opportunities,  approach  to  the  transfer  of  operations,  team  structure  and  management, 
and  technical  strategy;  and 

WHEREAS,  It  is  anticipated  that  the  duration  for  the  design-build  portion  of  the  contract 
will  be  three  (3)  years  at  a  cost  of  $110-$  130  million,  and  that  the  duration  for  the  operations, 
maintenance,  and  training  portion  for  the  WWTP  and  collection  system  will  be  up  to  20  years  at 
a  cost  of  up  to  $50-$60  million  (based  on  20-year  duration);  and 

WHEREAS,  The  Final  Environmental  Impact  Report  for  Treasure  Island  and  Yerba 
Buena  Island  (“FEIR”),  prepared  pursuant  to  the  California  Environmental  Quality  Act  (Cal. 
Pub.  Resources  Code  §§  21000  et  seq.)  was  certified  by  the  Treasure  Island  Development 
Authority  (“TIDA”)  and  the  Planning  Commission  on  April  21,  2011,  by  Resolution  No.  11-34- 
0/21  and  Motion  No.  8325,  respectively,  relating  to  the  Treasure  Island  and  Yerba  Buena  Island 
Project  (“Project”),  including  the  WWTP,  which  certifications  are  incorporated  herein  by 
reference;  and 

WHEREAS,  The  Planning  Commission  also  adopted  environmental  findings  for  the 
Project  pursuant  to  CEQA  Section  21081,  including  a  Mitigation  Monitoring  and  Reporting  Plan, 
in  Resolution  No.  246-1 1,  on  file  with  the  Clerk  of  the  Board  of  Supervisors  (File  No.  1 10328) 
and  incorporated  herein  by  reference;  and 

WHEREAS.  The  Planning  Department  has  considered  this  Resolution  and  found  that  no 
substantial  changes  are  proposed  to  the  Project  or  the  WWTP,  or  to  the  circumstances  under 
which  the  Project  or  the  WWTP  will  be  undertaken,  which  would  require  major  changes  to  the 
FEIR,  nor  is  there  significant  new  information,  which  was  not  known  and  could  not  have  been 
known  at  the  time  the  FEIR  was  certified  as  complete,  which  would  require  major  changes  to  the 
FEIR;  and 

WHEREAS,  This  Commission  has  reviewed  the  FEIR  and  the  environmental  findings, 
and  adopts  these  findings  as  its  own;  now  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  project  delivery  method  ot 
Design-Build-Operate  for  Project  No.  CWP11001,  New  Treasure  Island  Wastewater  Treatment 
Plant  and  the  operation,  maintenance,  and  training  of  the  Treasure  Island  collection  system,  and 
authorizes  the  General  Manager  to  seek  approval  by  ordinance  from  the  Board  of  Supervisors  to 
use  this  alternative  project  delivery  method  for  the  proposed  design,  build,  operations, 
maintenance,  training  and  transfer  of  the  project,  and  to  customize  the  procurement  to  deliver  the 
project  in  a  manner  that  is  most  efficient  and  cost-ettective. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  April  23,  2019. 


Secretary,  Public  Utilities  Commission 


\  \ 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


19-0083 


WHEREAS,  The  San  Francisco  Board  of  Supervisors  established  a  Community  Choice 
Aggregation  (CCA)  program  in  2004  (Ordinance  86-04)  and  has  implemented  the  program 
called CleanPowerSF  through  the  work  of  the  San  Francisco  Public  Utilities  Commission  in 
consultation  with  the  San  Francisco  Focal  Agency  Formation  Commission  (Ordinances  146-07, 
147-07,  and  232-09);  and 

WHEREAS,  The  complementary  objectives  of  CleanPowerSF  are  to  reduce  greenhouse 
gas  emissions  and  provide  the  City's  energy  consumers  with  renewable  electiicity  supplies  all  the 
while  remaining  cost  competitive  with  Pacific  Gas  and  Electric  Company's  (PG&E)  products, 
including,  if  approved  after  environmental  review,  the  build-out  ot  local  energy  resources  such 
as  energy  efficiency  and  renewable  power  projects;  and 

WHERAS,  LEED  is  the  U.S.  Green  Building  Council’s  Leadership  in  Energy  and 
Environmental  Design  rating  system  for  sustainability  in  the  built  environment;  and 

WHEREAS,  Customers  receiving  CleanPowerSF  100%  Renewable  SuperGreen  product 
under  a  multi-year  agreement  could  qualify  for  points  toward  LEED  certification  of  their 
building  project;  and 

WHEREAS,  CleanPowerSF  currently  does  not  offer  a  service  agreement  option  other 
than  month-to-month  service  as  defined  in  its  Terms  and  Conditions  of  Service,  and 

WHEREAS,  Offering  a  multi-year  agreement  is  desirable  in  order  to  retain  customers, 
encourage  enrollment  in  the  SuperGreen  product,  and  promote  green  building  practices  that 
reduce  greenhouse  gas  emissions;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager  of  the  San 
Francisco  Public  Utilities  Commission  to  execute  a  SuperGreen  Multi-Year  Service  Agreement 
with  qualifying  customers  for  a  duration  ot  up  to  five  (5)  years  and  authoiizes  the  Geneial 
Manager  to  make  non-material  changes  to  the  form  agreement  that  are  consistent  with  the 
objectives  of  the  agreement;  and  be  it  further 

RESOLVED,  That  this  Commission  directs  staff  to  provide  the  Commission  with  an 
annual  status  report  regarding  how  many  customers  sign  the  SuperGreen  Multi-Year  Service 
Agreement,  and  how  many  customers  terminate  or  otherwise  withdraw  from  the  Agreement. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  April  23,  3019. 


Secretary,  Public  Utilities  Commission 


V 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0084 


WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  have  developed  a 
project  description  for  improvements  related  to  the  maintenance  of  the  electrical  transmission 
system,  otherwise  known  as  Project  No.  CUH 10101,  Reliable  Power  Project;  and 

WHEREAS,  The  objectives  of  the  Project  are  to:  1)  improve  the  reliability  of  the 
electrical  service  to  customers  by  reducing  the  risk  of  vegetation-related  outages,  2)  comply  with 
the  North  American  Electric  Reliability  Corporation's  Reliability  Standard  FAC-003,  and  3) 
ensure  vehicle  access  to  the  transmission  line  right  of  way  for  vegetation  management;  and 

WHEREAS,  A  Preliminary  Mitigated  Negative  Declaration  (PMND)  for  the  Project  was 
prepared  and  published  for  public  review  on  January  9,  2019;  and 

WHEREAS,  The  PMND  was  available  for  public  comment  until  February  8,  2019  and  no 
specific  comments  were  received  regarding  the  project  or  the  contents  of  the  environmental 
document;  and 

WHEREAS,  On  March  21,  2019,  the  Environmental  Review  Officer  (ERO)  reviewed 
and  considered  the  Final  Mitigated  Negative  Declaration  (FMND),  and  found  that  the  contents  of 
said  report  and  the  procedures  through  which  the  FMND  was  prepared,  publicized  and  reviewed 
complied  with  the  provisions  of  the  California  Environmental  Quality  Act  (CEQA),  the  CEQA 
Guidelines  and  Chapter  3 1  of  the  San  Francisco  Administrative  Code;  and 

WHEREAS,  The  ERO  found  the  FMND  was  adequate,  accurate  and  objective,  reflected 
the  independent  analysis  and  judgement  of  the  Planning  Department,  and  certified  the  FMND  for 
the  Project  in  compliance  with  CEQA,  the  CEQA  Guidelines  and  Chapter  3 1;  and 

WHEREAS,  The  Planning  Department  is  the  custodian  of  records,  located  in  File  No. 
2016-006868ENV,  at  1650  Mission  Street,  Fourth  Floor,  San  Francisco,  California;  and 

WHEREAS,  The  FMND,  CEQA  Findings,  and  a  proposed  Mitigation,  Monitoring  and 
Reporting  Program  (MMRP)  were  made  available  to  the  public  and  this  Commission  for  the 
Commission’s  review,  consideration  and  action;  now  therefore  be  it 

RESOLVED,  That  the  SFPUC  has  reviewed  and  considered  the  FMND  and  the  record  as 
a  whole,  and  finds  that  the  FMND  is  adequate  for  its  use  as  the  decision  making  body  for  the 
Project,  that  there  is  no  substantial  evidence  that  the  Project  will  have  a  significant  effect  on  the 
environment  with  the  adoption  of  the  mitigation  measures  contained  in  the  MMRP  and  that  the 
FMND  reflects  the  City’s  independent  judgement  and  analysis,  and  hereby  adopts  the  FMND; 
and  be  it 

FURTHER  RESOLVED,  That  the  SFPUC  hereby  adopts  the  FMND,  and  the  CEQA 
Findings  and  the  MMRP  attached  hereto  as  Attachments  A  and  B  and  incorporated  herein  as  part 
of  this  Resolution  by  this  reference  thereto  and  commits  to  all  required  mitigation  measures 
identified  in  the  FMND  and  contained  in  the  MMRP;  and  be  it 


FURTHER  RESOLVED,  That  this  Commission  hereby  approves  Project  No. 
CUH10101,  Reliable  Power  Project,  and  authorizes  staff  to  proceed  with  actions  necessary  to 
implement  the  Project. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  April  23,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0085 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  requires  the 
assistance  ot  a  professional  engineering  firm  to  perform  construction  management  and  inspection 
services  for  the  proposed  Mountain  Tunnel  Improvement  Project  (Project)  to  extend  the 
operational  life  of  the  tunnel  and  improve  operation  of  the  tunnel;  and 

WHEREAS,  It  is  necessary  to  procure  the  services  of  a  qualified  professional 
construction  management  firm  to  provide  specialized  tunnel  construction  management  and 
inspection  services  to  supplement  SFPUC  staff  for  this  proposed  Project;  and 

WHEREAS,  The  estimated  cost  of  services  is  $24,500,000;  and 

WHEREAS,  The  Request  for  Proposals  for  Agreement  No.  PR0.0096,  Mountain  Tunnel 
Improvements  Construction  Management  Services  was  advertised  on  October  10,  2018;  and 

WHEREAS,  Services  are  anticipated  to  begin  in  June  2019  and  end  in  June  2027  and  the 
duration  of  this  agreement  is  8  years;  and 

WHEREAS,  The  preparation  of  an  Initial  Study/Mitigated  Negative  Declaration 
(IS/MND)  is  currently  underway  by  the  Planning  Department  and  it  is  anticipated  that  the 
Environmental  Review  Officer  (ERO)  will  approve  a  Final  Mitigated  Negative  Declaration 
(FMND)  in  late  fall,  2019.  It  is  anticipated  that  this  Commission  will  subsequently  consider  and 
adopt  the  FMND,  the  CEQA  findings  and  the  Mitigation  and  Monitoring  Reporting  Program 
(MMRP)  and  approve  the  Project.  Work  under  Agreement  No.  PR0.0096  prior  to  execution  of 
these  actions  will  consist  solely  of  pre-construction  services;  and 

WHEREAS,  The  City  retains  sole  and  absolute  discretion  to,  among  other  things,  modify 
the  project  to  mitigate  significant  environmental  impacts,  or  elect  not  to  proceed  with  the  project 
based  upon  information  generated  by  the  environmental  review  process.  This  Commission,  in 
approving  the  award  of  this  CM  agreement  is  not  approving  the  proposed  Project.  The 
agreement  allows  tor  termination  for  convenience  for  any  purpose,  including  as  a  result  of  any 
decision  that  the  Commission  may  make  about  the  proposed  Project,  following  review  and 
consideration  of  the  final  environmental  document;  and 

WHEREAS,  SFPUC  and  Contract  Monitoring  Division  (CMD)  staff,  upon  review  of  the 
scores,  have  determined  that  AECOM  Technical  Services,  Inc.  is  the  highest-ranking  firm  based 
on  the  established  scoring  criteria;  and 

WHEREAS,  CMD  established  a  12%  Local  Business  Enterprise  (LBE)  subconsultant 
participation  requirement  on  this  project  and  AECOM  Technical  Services,  Inc.  committed  to 
LBE  subconsultant  participation  of  26.8%;  and 

WHEREAS,  Failure  to  reach  successful  agreement  on  contract  terms  and  conditions 
within  30  days  of  the  date  of  the  Commission  award  may  result  in  award  of  the  contract  to  the 
next  highest  ranked  proposer,  or  in  re-advertising  and  re-selecting  consultants  at  the  discretion  of 
the  City;  and 


WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City’s  Administrative  Code  either  at 
the  time  of  the  award,  or  within  two  weeks  of  the  date  of  the  Commission  award;  tailure  ot  the 
bidder  to  obtain  compliance  certification  from  CMD  may,  in  the  General  Manager  s  sole 
discretion,  result  in  award  of  the  agreement  to  the  next  highest  ranked  proposer,  or  in  re- 
advertising  and  re-selecting  consultants  at  the  discretion  of  the  City;  and 

WHEREAS,  Funds  for  Agreement  No.  PR0.0096,  Mountain  Tunnel  Improvements 
Construction  Management  Services  are  available  in  CUH 10221  -  Mountain  Tunnel 
Improvement  Project;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  selection  of  AECOM 
Technical  Services,  Inc.,  awards  Hetch  Hetchy  Water  &  Power  Pro  gram- funded  Agreement  No. 
PRO. 0096,  Mountain  Tunnel  Improvements  Construction  Management  Services,  and  authorizes 
the  General  Manager  of  the  SFPUC  to  negotiate  and  execute  a  professional  services  agreement 
for  a  total  not  to  exceed  amount  of  $24,500,000  and  with  a  duration  of  8  years,  subject  to  the 
Board  of  Supervisors  approval  pursuant  to  Charter  Section  9.118,  or,  in  the  event  negotiations 
are  not  successful  or  City  requirements  are  not  satisfied,  to  negotiate  and  execute  a  professional 
services  agreement  with  the  next  highest  ranked  proposer. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  April  23,  2019. 


Secretary,  Public  Utilities  Commission 


San  Francisco 

Water  Sewer 

Services  of  the  San  Francisco  Public  Utilities  Commission 


San  Francisco  Public  Utilities  Commission 

City  and  County  of  San  Francisco 

London  N.  Breed 

Mayor 


AGENDA 

Tuesday,  May  14,  2019 
1:30  P.M. 

1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 

Commissioners 

Ann  Moller  Caen,  President 
Francesca  Vietor,  Vice  President 
Anson  Moran 
Sophie  Maxwell 
Tim  Paulson 


Harlan  L.  Kelly,  Jr. 

General  Manager 


Donna  Hood 

Secretary 


For  information,  contact  the  Commission  Secretary  at  415-554-3165 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site: 
www.sfwater.org 

Gavel-to-Gavel  coverage  available  at: 
http://sanfrancisco.qranicus.comA/iewPublisher.php7view  id=22 


Accessible  Meeting  Policy:  The  San  Francisco  Public  Utilities  Commission  meeting  will  be  held  in  Room  400, 
at  1  Dr.  Carlton  B.  Goodlett  Place  (400  Van  Ness  Ave.),  San  Francisco,  CA.  The  closest  accessible  BART 
station  is  the  Civic  Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible  MUNI  lines  serving  this 
location  are:  MUNI  Metro  Lines  J-Church,  K-Ingleside,  L-Taraval,  M-Ocean  View,  N-Judah  and  T-Third  at  Van 
Ness  and  Civic  Center  Stations;  F-Market;  19-Polk,  47-Van  Ness;  49-Mission-Van  Ness;  5-Fulton;  6-Parnassus, 
21-Hayes;  9-San  Bruno;  and  7-Haight  Noriega.  For  information  about  MUNI  accessible  services  call  701.4485. 

The  meeting  room  is  wheelchair  accessible.  Accessible  curbside  parking  spaces  have  been  designated  on  the 
Van  Ness  Avenue  and  McAllister  Street  perimeters  of  City  Hall  for  mobility-impaired  persons.  There  is 
accessible  parking  available  within  the  Civic  Center  Underground  Parking  Garage  at  the  corner  of  McAllister 
and  Polk  Streets,  and  within  the  Performing  Arts  Parking  Garage  at  Grove  and  Franklin  Streets. 

To  obtain  a  disability-related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain  meeting 
materials  in  alternative  format,  please  contact  Donna  Hood  at  415.554.3165.  Providing  at  least  72  hours  notice 
will  help  to  ensure  availability.  Written  reports  or  background  materials  for  calendar  items  are  available  for 
public  inspection  and  copying  at  525  Golden  Gate  Ave.,  13th  Floor  during  regular  business  hours  and  are 
available  on-line  at  http://www.sfwater.orq/index.aspx?paqe=167. 

To  assist  the  City’s  efforts  to  accommodate  persons  with  severe  allergies,  environmental  illnesses,  multiple 
chemical  sensitivity  or  related  disabilities,  attendees  at  public  meetings  are  reminded  that  other  attendees  may 
be  sensitive  to  various  chemical  based  products.  Please  help  the  City  to  accommodate  these  individuals. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are  prohibited 
at  this  meeting.  Please  be  advised  that  the  President  may  order  the  removal  from  the  meeting  room  of  any 
person(s)  responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other  similar  sound-producing 
electronic  devices. 

Know  Your  Rights  Under  the  Sunshine  Ordinance:  Government's  duty  is  to  serve  the  public,  reaching  its 
decision  in  full  view  of  the  public.  Commissions,  boards,  councils  and  other  agencies  of  the  City  and  County 
exist  to  conduct  the  people's  business.  This  ordinance  assures  that  deliberations  are  conducted  before  the 
people  and  that  City  operations  are  open  to  the  people's  review.  For  more  information  on  your  rights  under 
the  Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance,  contact  Administrator,  by  mail  to  Sunshine 
Ordinance  Task  Force,  1  Dr.  Carlton  B.  Goodlett  Place,  Room  244,  San  Francisco,  CA  94102.4689;  by 
phone  at  554.7724;  by  fax  at  554.7854;  or  by  email  at  sotf@sfgov.org. 

Copies  of  the  Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San 
Francisco  Public  Library  and  on  the  City’s  website  at  http://www.sfgov.org. 
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Lobbyist  Registration  and  Reporting  Requirements:  Individuals  and  entities  that  influence  or  attempt  to 
influence  local  legislative  or  administrative  action  may  be  required  by  the  San  Francisco  Lobbyist  Ordinance  [SF 
Campaign  &  Governmental  Conduct  Code  §2.100]  to  register  and  report  lobbying  activity.  For  more  information 
about  the  Lobbyist  Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van  Ness  Avenue, 
Suite  220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax  (415)  252-3112;  web  site  at 
www.sfqov.org/ethics. 

CEQA  Appeal  Rights  under  Chapter  31  of  the  San  Francisco  Administrative  Code:  If  the  Commission’s 
action  on  a  project  constitutes  the  Approval  Action  for  that  project  (as  defined  in  S.F.  Administrative  Code 
Chapter  31 ,  as  amended,  Board  of  Supervisors  Ordinance  Number  161-13),  then  the  CEQA  determination 
prepared  in  support  of  that  Approval  Action  is  thereafter  subject  to  appeal  within  the  time  frame  specified  in  S.F. 
Administrative  Code  Section  31.16.  Typically,  an  appeal  must  be  filed  within  30  calendar  days  of  the  Approval 
Action  for  a  project  that  has  received  an  exemption  or  negative  declaration  pursuant  to  CEQA.  For  information 
on  filing  an  appeal  under  Chapter  31 ,  contact  the  Clerk  of  the  Board  of  Supervisors  at  City  Hall,  1  Dr.  Carlton  B. 
Goodlett  Place,  Room  244,  San  Francisco,  CA  94102,  or  call  (415)  554-5184.  If  the  Planning  Department’s 
Environmental  Review  Officer  has  deemed  a  project  to  be  exempt  from  further  environmental  review,  an 
exemption  determination  has  been  prepared  and  can  be  obtained  on-line  at  http://www.sf- 
planninq.orq/index.aspx?paqe=3447. Under  CEQA,  in  a  later  court  challenge,  a  litigant  may  be  limited  to  raising 
only  those  issues  previously  raised  at  a  hearing  on  the  project  or  in  written  correspondence  delivered  to  the 
Board  of  Supervisors,  Planning  Commission,  Planning  Department  or  San  Francisco  Public  Utilities 
Commission  at,  or  prior  to,  such  hearing,  or  as  part  of  the  appeal  hearing  process  on  the  CEQA  decision. 


ORDER  OF  BUSINESS 


1.  Call  to  Order 

2.  Roll  Call 

3.  Approval  of  the  Minutes  of  April  23,  201 9 

4.  General  Public  Comment  (discussion  only) 

Members  of  the  public  may  address  the  Commission  on  matters  that  are 

within  the  Commission’s  jurisdiction  and  are  not  on  today’s  agenda. 

5.  Communications  (discussion  only) 

a)  Advance  Calendar 

b)  Correspondence  Log 

c)  Contract  Advertisement  Report 

d)  Annual  Electric  Reliability  Compliance  Program  Report 

e)  Annual  Schedule  of  Rates  and  Charges  for  Non-Municipal,  Residential, 
Commercial  Electric  Service 

f)  Water  Supply  Conditions  Update 

g)  Water  System  Improvement  Program  Status  of  Construction  Change 
Orders 

6.  Other  Commission  Business  (discussion  only) 

7.  Report  of  the  General  Manager  (discussion  only) 

a)  CleanPowerSF  Update 

b)  Bay  Delta  Water  Quality  Control  Plan  Update 

c)  Quarterly  Budget  Status  Report 

d)  Water  Enterprise  Capital  Improvement  Program  Quarterly  Report 

e)  Water  System  Improvement  Program  Local  and  Regional  Quarterly 
Reports 

f)  Summary  of  the  90-Day  Report  on  Electric  Service  Options 

g)  Report  on  Recent  San  Francisco  Public  Utilities  Commission  Activities, 
Events  and  Announcements 

The  following  matters  before  the  San  Francisco  Public  Utilities  Commission  are 
recommended  for  action  as  stated  by  the  General  Manager  and  City  Attorney, 
where  applicable.  Explanatory  documents  provided  to  the  Commission  in 
connection  with  this  agenda  are  available  for  public  inspection  and  copying  at 
the  Office  of  the  Commission  Secretary,  525  Golden  Gate  Avenue,  13th  Floor, 
San  Francisco,  CA  94102;  Telephone:  (415)  554-3165;  Fax:  (415)  554-3424; 
and  are  available  on-line  at  http://www. sfwater. orq/index. aspx?page=1 6 7 

CONSENT  CALENDAR 

8.  All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to  be 
routine  by  the  San  Francisco  Public  Utilities  Commission  and  will  be  acted  upon 
by  a  single  vote  of  the  Commission.  There  will  be  no  separate  discussion  of 
these  items  unless  a  member  of  the  Commission  or  the  public  so  requests,  in 


which  event  the  matter  will  be  removed  from  the  Calendar  and  considered  as  a 
separate  item. 


190087 


a)  Approve  execution  of  an  attestation  of  veracity  for  the  San  Francisco 
Public  Utilities  Commission’s  Hetch  Hetchy  Power  (HHP)  2018  Power 
Source  Disclosure  (PSD)  Report  and  submission  of  that  report  to  the 
California  Energy  Commission.  The  2018  report  discloses  that  the  electricity 
sources  used  to  serve  Hetch  Hetchy  Power’s  end-use  electric  customers 
were  100%  greenhouse-gas  free.  This  report  covers  the  SFPUC’s 
operations  as  a  publicly-owned  electric  utility.  (Hale) 


190088 


b)  Approve  execution  of  an  attestation  of  veracity  for  the  San  Francisco 
Public  Utilities  Commission’s  CleanPowerSF  program  2018  Power  Source 
Disclosure  (PSD)  Report  and  submission  of  that  report  to  the  California 
Energy  Commission.  During  the  2018  calendar  year  CleanPowerSF 
delivered  a  substantial  portion  of  its  electric  energy  supply  from  greenhouse 
gas  free  sources  and  from  renewable  energy  sources  under  California’s 
Renewable  Portfolio  Standard.  For  Green  customers,  the  percentage  of 
supply  attributable  to  renewable  energy  sources  was  48.4%  and  for 
SuperGreen  customers,  renewable  energy  resources  comprised  100%  of 
the  supply  portfolio.  (Hale) 


c)  Approve  the  selection  of  AECOM  Technical  Services,  Inc.,  McMillen 
Jacobs,  Joe  Hill  Joint  Venture  (McMillen  Jacobs-Joe  Hill  JV),  and  Stantec 
190089  Consulting  Services,  Inc.,  AGS  Inc.  Joint  Venture  (Stantec-AGS  JV);  award 
Agreements  Nos.  PR0.0085A-C,  Hetchy  Capital  Improvement  Projects 
(HCIP)  Regional  As-Needed  Engineering  Services  to  AECOM  Technical 
Services,  Inc.  (PR0.0085.A);  McMillen  Jacobs-Joe  Hill  JV  (PRO. 0085. B); 
and  Stantec-AGS  JV  (PRO. 0085. C),  to  provide  as-needed  engineering  and 
design  services  for  HCIP  and  other  related  projects;  and  authorize  the 
General  Manager  to  negotiate  and  execute  three  professional  services 
agreements  with  the  three  selected  consultants,  each  in  an  amount  not-to- 
exceed  $4,500,000  and  each  with  a  duration  of  five  years.  (How) 


190090 


d)  Approve  the  selection  of  AECOM/WRE,  Joint  Venture  (JV),  LEE 

Incorporated,  Mott  MacDonald/Dabri,  JV,  and  Stantec/JHCE,  JV;  award 
Agreements  Nos.  PRO.00114.A-D,  As-Needed  Support  Services  for  Hetch 
Hetchy  Water  and  Power  to  AECOM/WRE,  JV  (PRO. 01 14. A),  LEE 
Incorporated  (PRO. 01 14. B),  Mott  MacDonald/Dabri,  JV  (PRO. 01 14. C),  and 
Stantec/JHCE,  JV  (PRO. 01 14. D);  and  authorize  the  General  Manager  to 
negotiate  and  execute  four  professional  services  agreements  with  the  four 
consultants,  each  in  an  amount  not-to-exceed  $5,000,000  and  each  with  a 
duration  of  five  years.  (Ritchie) 


e)  Accept  work  performed  by  M  Squared  Construction,  Inc.,  for  Contract  No. 
WD-2711,  8-inch  Ductile  Iron  Water  Main  Replacement  on  Fell  Street  from 
,  t  Baker  Street  to  Stanyan  Street;  approve  Modification  No.  1  (Final), 

i  9009 1  decreasing  the  contract  amount  by  $301 ,104  for  a  total  contract  amount  of 

$2,159,526,  with  a  non-compensable  time  extension  of  31  consecutive 
calendar  days,  for  a  total  contract  duration  of  364  consecutive  calendar 


Items  10-13  pulled  from  agenda 
moved  to  5/28/19  meeting 


days  (approximately  one  year);  and  authorize  final  payment  to  the 
contractor.  (How) 

f)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WW-683R, 
Sansome,  5th,  6th  (North),  and  Division  Streets  Combined  Sewer  Discharge 
Rehabilitation  and  Backflow  Prevention,  in  the  amount  of  $4,907,090,  with  a 
*  on  no  o  duration  of  210  consecutive  calendar  days  (approximately  seven  months), 

L  ’UU9Z  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  Trinet 

Construction,  Inc.,  to  perform  rehabilitation  and  install  backflow  prevention 
systems.  This  action  constitutes  the  Approval  Action  for  the  project  for  the 
purposes  of  California  Environmental  Quality  Act,  pursuant  to  Section 
31 .04(h)  of  the  San  Francisco  Administrative  Code.  (How) 

REGULAR  CALENDAR 


9.  Retroactively  authorize  the  General  Manager  to  apply  for,  and  authorize  the 
General  Manager  to  accept,  grant  funds  from  the  California  Department  of 
1 90093  Fish  and  Wildlife’s  Office  of  Spill  Prevention  and  Response  in  the  amount  of 
$35,000  for  the  purchase  of  oil  spill  response  equipment  and  to  secure  the 
necessary  staff  training.  (Ritchie) 


10.  Approve  the  Water  Supply  Assessment  for  the  proposed  655  4th  Street 
Project,  pursuant  to  the  State  of  California  Water  Code  Section  10910  et  seq., 
California  Environmental  Quality  Act  (CEQA)  Section  21151.9,  and  CEQA 
Guidelines  Section  15155.  (Ritchie) 

1 1  Approve  the  Water  Supply  Assessment  for  the  proposed  88  Bluxome  Street 
Project,  pursuant  to  the  State  of  California  Water  Code  Section  10910  et  seq., 
California  Environmental  Quality  Act  (CEQA)  Section  21151 .9,  and  CEQA 
Guidelines  Section  15155.  (Ritchie) 

12.  Approve  the  Revised  Water  Supply  Assessment  for  the  proposed  630-698 
Brannan  Street  (Flower  Mart)  Project,  pursuant  to  the  State  of  California 
Water  Code  (Water  Code)  Section  10910  et  seq.,  California  Environmental 
Quality  Act  (CEQA)  Section  21151 .9,  and  CEQA  Guidelines  Section  1 51 55. 

(Ritchie) 

13.  Approve  the  Revised  Water  Supply  Assessment  for  the  proposed  598 

Brannan  Street  Project,  pursuant  to  the  State  of  California  Water  Code  (Water 
Code)  Section  10910  et  seq.,  California  Environmental  Quality  Act  (CEQA) 
Section  21151 .9,  and  CEQA  Guidelines  Section  15155.  (Ritchie) 


190094 


14.  Approve  Amendment  No.  4  to  the  Memorandum  of  Understanding  (MOU) 
between  the  San  Francisco  Public  Utilities  Commission  and  the  San  Francisco 
Local  Agency  Formation  Commission  (SF  LAFCo);  and  authorize  the  General 
Manager  to  execute  this  amendment  with  a  term  extension  of  one  year,  for  a 
total  MOU  term  of  12  years,  subject  to  Board  of  Supervisors  approval  under 
Charter  Section  9.118.  This  amendment  would  extend  the  duties  performed  by 
SF  LAFCo  to  monitor  and  advise  the  SFPUC  and  San  Francisco  Board  of 
Supervisors  regarding  the  progress  of  CleanPowerSF  development  and 
implementation.  (Hale) 


15.  Public  Comment  on  matters  to  be  addressed  during  Closed  Session 

16.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters 
listed  below  as  Conference  with  Legal  Counsel 

The  Commission  will  go  into  Closed  Session  to  discuss  the  following  items: 

17.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1)  (discussion  only)  (Mueller) 

Existing  Litigation 

Pacific  Gas  &  Electric  Corporation 

Case  No.  19-30088/Date  Filed:  January  29,  2019 

Case  No.  19-30089/Date  Filed:  January  29,  2019 

United  States  Bankruptcy  Court,  Northern  District  of  California 

18.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1 )  (discussion  only)  (Mueller) 

Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 
Docket  No.  ELI  9-38-000/Date  Filed:  January  28,  2019 
Federal  Energy  Regulatory  Commission 

19.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1)  (discussion  only)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Tariff  Withdrawal  per  35.15:  Notice  of  Termination  of  the  1987  CCSF 
Interconnection  Agreement  -  PG&E  Rate  Schedule  FERC  No.  1 14  to  be 
effective  6/30/15. 

Case  No.  ER1 5-702-000/Date  Filed:  December  23,  2014 

20.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1 )  (discussion  only)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Tariff  Withdrawal  per  35.15:  Notice  of  Termination  of  The  CCSF  Facilities 
Charge  Agreement  for  Moscone  to  be  effective  6/30/15. 

Case  No.  ER1 5-703-000/Date  Filed  December  23,  201*4 


21  .Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1 )  (discussion  only)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

§205(d)  rate  filing  per  35.13  (a)(2)(iii):  City  and  County  of  San  Francisco 
Transmission  Owner  Tariff  Replacement  Agreements  to  be  effective  7/1/15 
Case  No.  ER1 5-705-000/Date  Filed:  December  23,  2014 

22.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1 )  (discussion  only)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

§205(d)  rate  filing  per  35.13  (a)(2)(iii):  City  and  County  of  San  Francisco 
Wholesale 

Distribution  Tariff  Replacement  Agreements  to  be  effective  7/1/15 
Case  No.  ER1 5-704-000/Date  Filed:  December  23,  2014 

23.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1 )  (discussion  only)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Notice  of  Termination  of  Facilities  Charge  Agreements  between  PG&E  and  the 

City  and  County  of  San  Francisco 

Case  No.  ER1 5-735-000/Date  Filed:  December  23,  2014 

24.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1)  (discussion  only)  (Mueller) 

Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric 
Federal  Energy  Regulatory  Commission 

Complaint  under  Sections  206  and  306  of  the  Federal  Power  Act. 

Case  No.  ELI  5-3-000/Date  Filed:  October  9,  2014 

Following  Closed  Session,  the  Commission  will  reconvene  in  Open  Session 

25.  Announcement  Following  Closed  Session 

26.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session 
pursuant  to  San  Francisco  Administrative  Code  Section  67.12  (a) 


27.  Other  New  Business  (discussion  only) 

28.  Adjournment 
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1. 


Call  to  Order 

President  Caen  called  the  meeting  to  order  at  1:35  PM. 


President  Caen  welcomed  new  Commissioners  Sophie  Maxwell  and  Tim 

Paulson. 

2.  Roll  Call 

Present:  Caen,  Vietor,  Moran,  Maxwell  and  Paulson 

3.  Approval  of  the  Minutes  of  April  23,  2019 

On  Motion  to  approve  the  Minutes  of  April  23,  2019: 

Aye:  Caen,  Vietor,  Moran,  Maxwell,  and  Paulson 

No  public  comment. 

4.  General  Public  Comment 

-  Francisco  DaCosta  discussed  morals,  ethics,  and  standards.  He 
addressed  the  cost  and  delay  of  the  Southeast  Digester  Project  and 
stated  there  is  a  need  for  accountability  and  transparency. 

Peter  Drekmeier,  Tuolumne  River  Trust,  welcomed  the  new 
Commissioners.  He  thanked  Commissioner  Maxwell  for  legislation  she 
championed  while  on  the  Board  of  Supervisors.  He  discussed  his 
attendance  at  the  Federal  Energy  Regulatory  Commission  meeting  which 
took  place  in  Modesto. 

Richard  Lee  discussed  his  concerns  that  no  high-speed  internet  is 
allowed  in  Potrero  Hill  via  service  connection  to  power  poles.  He  was 
referred  to  Barbara  Hale,  Assistant  General  Manager  (AGM)  Power. 

5.  Communications 

a)  Advance  Calendar 

b)  Correspondence  Log 

c)  Contract  Advertisement  Report 

d)  Annual  Electric  Reliability  Compliance  Program  Report 

e)  Annual  Schedule  of  Rates  and  Charges  for  Non-Municipal,  Residential, 

Commercial  Electric  Service 

f)  Water  Supply  Conditions  Update 

g)  Water  System  Improvement  Program  Status  of  Construction  Change 

Orders 

No  public  comment. 

6.  Other  Commission  Business 

Vice  President  (VP)  Vietor  requested  that  information  regarding  disaster 

planning  as  related  to  the  Sewer  System  Improvement  Program;  and 

planning  for  battery  storage. 
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No  public  comment. 

7.  Report  of  the  General  Manager 

a)  CleanPowerSF  Update 

AGM  Hale  provided  the  update:  (1)  Enrollment:  April  enrollment  is 
complete  and  the  program  now  has  more  than  400,000  customer 
accounts;  Opt-out  rate  is  3.0%  and  the  SuperGreen  upgrade  rate  is 
1.5%;  (2)  Memorandum  of  Understanding  ( MOU )  with  LAFCo:  will  be 
considered  under  agenda  item  #14  for  a  one-year  MOU  extension,  with 
not  additional  funding;  (4)  PG&  E  Hates:  PG&E  made  a  rate  filing  with 
the  California  PUC  which  includes  their  2019  Exit  Fee  update.  PG&E  is 
asking  to  implement  the  rate  change  as  early  as  July  1st. 

'  No  public  comment. 

b)  Bay  Delta  Water  Quality  Control  Plan  Update 

Steve  Ritchie,  AGM  Water,  provided  an  update  to  the  negotiations.  He 
discussed  the  Governor’s  Executive  Order  promoting  a  portfolio 
approach  to  water  supply  and  noted  the  June  30th  reporting  obligation 
regarding  voluntary  agreements. 

AGM  Ritchie  responded  to  questions  from  VP  Vietor  regarding  early 
implementation,  timeline  of  fish  recovery,  adaptive  management 
planning,  and  agreements  on  outcomes  on  fish  recovery. 

VP  Vietor  emphasized  the  urgency  of  early  implementation. 

Public  Comment 

-  Peter  Drekmeier,  Tuolumne  River  Trust,  thanked  VP  Vietor  for  her 
revisions  to  the  Bay  Delta  resolution  and  reviewed  the  resolution  and 
the  four  requests  included  within.  He  discussed  the  SFPUC  news 
release  which  was  issued  after  the  resolution’s  approval. 

-  Francisco  DaCosta  thanked  Mr.  Drekmeier  for  his  comments.  He 
indicated  indigenous  people  were  not  consulted  and  that  they  speak 
for  the  salmon.  He  referenced  the  Raker  Act  objectives. 

c)  Quarterly  Budget  Status  Report 

Eric  Sandler,  CFO  and  AGM  Business  Services,  noted  positive  net 
results  projected  for  Wastewater  and  CleanPowerSF;  lower  revenues  for 
the  three  enterprises;  and  CleanPowerSF  revenues  at  budget.  Financial 
results  projected  to  exceed  or  meet  policy  targets  for  coverage  and 
reserves  by  end  of  year.  He  reviewed  FY  2019  budgetary  variances:  (1) 
Water  -  lower  water  sales  revenues  partially  offset  uses  cost  savings; 

(2)  Wastewater  -  lower  wastewater  revenues  offset  by  cost  savings;  (3) 
Power  -  reduced  power  sales  revenues  offset  by  cost  savings;  and  (4) 
CleanPowerSF  -  sales  revenues  at  budget  and  uses  cost  savings.  He 
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discussed  key  financial  ratios  (fund  balance  reserve,  debt  service 
coverage  reserve,  and  CleanPowerSF  reserve  is  on  target  to  be  met. 

AGM  Sandler  responded  to  a  question  from  Commissioner  Paulson  as 
to  the  basis  of  wages  saving. 

No  public  comment. 

d)  Water  Enterprise  Capital  Improvement  Program  Quarterly  Report 
Dan  Wade,  Director,  Water  Capital  Programs,  presented  highlights  of 

the  reporting  period  and  provided  updates  to  the  following:  (1)  Sunol 
long-term  improvements;  (2)  Sunol  Valley  Water  Treatment  Plant 
Powdered  Activated  Carbon  Feed  System;  (3)  Dam  and  reservoir 
improvements;  (4)  Potable  reuse  and  other  supplies;  and  (5)  Westside 
enhanced  water  recycling  project. 

VP  Vietor  requested  that  an  update  regarding  the  Sunol  Watershed 
Center  be  scheduled. 

No  public  comment. 

e)  Water  System  Improvement  Program  (WSIP)  Local  and  Regional 

Quarterly  Reports 

Director  Wade  reviewed  the  WSIP  status  and  indicated  that  the  project  is 
97%  complete  with  $4,465M  expended.  He  provided  the  following 
updates:  (1)  Calaveras  Dam  Replacement  Project,  which  is  substantially 
completed  and  turned  over  to  operations;  (2)  Fish  Passage  Facility;  (3) 
Alameda  Creek  Recapture  Project;  and  (4)  Regional  Groundwater 
Storage  and  Recovery. 

No  public  comment. 

f)  Summary  of  the  90-Dav  Report  on  Electric  Service  Options 

AGM  Hale  offered  a  summary  of  the  report  findings  in  response  to  Mayor 
Breed’s  request  for  a  preliminary  study  of  electric  service  options.  She 
described  three  options  the  City  can  consider  to  ensure  San  Francisco 
customers  with  clean,  safe,  reliable  and  affordable  power:  (1)  limited 
independence;  (2)  targeted  investment  for  more  independence;  and  (3) 
acquire  PG&E  assets  for  full  independence. 

AGM  Hale  responded  to  questions  as  to  who  prepared  the  study; 
whether  cost  estimates  and  valuations  are  included;  workforce,  jobs 
transfer,  and  viability  of  infrastructure;  program  manageability;  impact  to 
small  municipalities;  and  impact  on  SFPUC  operations. 

Commissioner  Moran  stated  the  report  is  a  high-level  “aspirational” 
document  and  that  he  would  like  to  see  a  work  plan  for  addressing 
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issues  presented  in  the  report.  As  part  of  the  work  plan,  he  wants  to  see 
opportunities  for  Commission  participation  in  the  issues  involved.  He 
does  not  want  the  report  to  arrive  as  a  finished  product. 


Commissioner  Moran  requested  that  an  item  be  scheduled  to  discuss 
PG&E’s  bankruptcy.  Brief  discussion  ensued. 

No  public  comment. 

g)  Report  on  Recent  San  Francisco  Public  Utilities  Commission  Activities, 

Events  and  Announcements 

None. 


8.  Consent  Calendar: 

a)  Approve  execution  of  an  attestation  of  veracity  for  the  SFPUC’s  Hetch 

Hetchv  Power  (HHP)  2018  Power  Source  Disclosure  Report  and 
submission  of  that  report  to  the  California  Energy  Commission.  The  report 

discloses  that  the  electricity  sources  used  to  serve  HHP’s  end-use  electric 

customers  were  100%  greenhouse-gas  free.  This  report  covers  the 

SFPUC’s  operations  as  a  publicly-owned  electric  utility.  (Resolution  19- 
0087) 

b)  Approve  execution  of  an  attestation  of  veracity  for  the  SFPUC’s 
CleanPowerSF  program  2018  Power  Source  Disclosure  Report  and 

submission  of  that  report  to  the  California  Energy  Commission.  During  the 

2018  calendar  year  CleanPowerSF  delivered  a  substantial  portion  of  its 

electric  energy  supply  from  greenhouse  gas  free  sources  and  from 
renewable  energy  sources  under  California’s  Renewable  Portfolio  Standard. 

For  Green  customers,  the  percentage  of  supply  attributable  to  renewable 

energy  sources  was  48.4%  and  for  SuperGreen  customers,  renewable 

energy  resources  comprised  100%  of  the  supply  portfolio.  (Resolution  19- 
0088) 


c)  Approve  the  selection  of  AECOM  Technical  Services,  Inc.,  McMillen 
Jacobs,  Joe  Hill  Joint  Venture  (McMillen  Jacobs-Joe  Hill  JV),  and  Stantec 

Consulting  Services,  Inc.,  AGS  Inc.  Joint  Venture  (Stantec-AGS  JV);  award 

Agreements  Nos.  PRQ.0085A-C,  Hetchv  Capital  Improvement  Projects 

(HCIP)  Regional  As-Needed  Engineering  Services  to  AECOM  Technical 

Services.  Inc.  (PRQ.0085.A);  McMillen  Jacobs-Joe  Hill  JV  (PRQ.0085.B); 

and  Stantec-AGS  JV  (PRQ.0085.C),  to  provide  as-needed  engineering  and 

design  services  for  HCIP  and  other  related  projects;  and  authorize  the 

General  Manager  to  negotiate  and  execute  three  professional  services 

agreements  with  the  three  selected  consultants,  each  in  an  amount  not-to- 

exceed  $4,500,000  and  each  with  a  duration  of  five  years.  (Resolution  19- 
0089) 

d)  Approve  the  selection  of  AECOM/WRE,  Joint  Venture  (JV),  LEE 
Incorporated,  Mott  MacDonald/Dabri,  JV,  and  Stantec/JHCE,  JV;  award 
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Agreements  Nos.  PRO.OQ1 14.A-D,  As-Needed  Support  Services  for  Hetch 

Hetchv  Water  and  Power  to  AECOM/WRE,  JV  (PRO.Q1 14.A),  LEE 
Incorporated  (PRO.Q1 14.B),  Mott  MacDonald/Dabri,  JV  (PRO. 01 14.C),  and 

Stantec/JHCE,  JV  (PRO.Q1 14.D);  and  authorize  the  General  Manager  to 
negotiate  and  execute  four  professional  services  agreements  with  the  four 

consultants,  each  in  an  amount  not-to-exceed  $5,000.000  and  each  with  a 


duration  of  five  years.  (Resolution  19-0090) 

e)  Accept  work  performed  by  M  Sguared  Construction,  Inc.,  for  Contract  No. 

WD-271 1 , 8-inch  Ductile  Iron  Water  Main  Replacement  on  Fell  Street  from 

Baker  Street  to  Stanyan  Street;  approve  Modification  No.  1  (Final), 


decreasing  the  contract  amount  by  $301 ,104  for  a  total  contract  amount  of 


$2,159,526,  with  a  non-compensable  time  extension  of  31  consecutive 


calendar  days,  for  a  total  contract  duration  of  364  consecutive  calendar 

days;  and  authorize  final  payment  to  the  contractor.  (Resolution  19-0091) 

f)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WW-683R, 

Sansome,  5th,  6th  (North),  and  Division  Streets  Combined  Sewer  Discharge 

Rehabilitation  and  Backflow  Prevention,  in  the  amount  of  $4,907,090,  with  a 


duration  of  210  consecutive  calendar  days,  to  the  lowest.  Qualified, 

responsible  and  responsive  bidder,  Trinet  Construction.  Inc.,  to  perform 

rehabilitation  and  install  backflow  prevention  systems.  This  action 
constitutes  the  Approval  Action  for  the  project  for  the  purposes  of  California 

Environmental  Quality  Act,  pursuant  to  Section  31 .04(h)  of  the  San 

Francisco  Administrative  Code.  (Resolution  19-0092) 

No  public  comment. 

On  Motion  to  approve  Consent  Calendar  items  da  through  8f: 

Aye:  Caen,  Vietor,  Moran,  Maxwell  and  Paulson 


REGULAR  CALENDAR 

9.  Retroactively  authorize  the  General  Manager  to  apply  for,  and  authorize  the 


General  Manager  to  accept,  grant  funds  from  the  California  Department  of  Fish 

and  Wildlife’s  Office  of  Spill  Prevention  and  Response  in  the  amount  of  $35,000 


for  the  purchase  of  oil  spill  response  eguipment  and  to  secure  the  necessary 

staff  training.  (Resolution  19-0093) 

No  public  comment. 

On  Motion  to  approve  Item  9: 

Aye:  Caen,  Vietor,  Moran,  Maxwell  and  Paulson 

The  Commission  Secretary  read  items  10  through  13  together. 

10.  Approve  the  Water  Supply  Assessment  (WSA)  for  the  proposed  655  4th  Street 

Project,  pursuant  to  the  State  of  California  Water  Code  Section  10910  et  sea.. 
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California  Environmental  Quality  Act  Section  21151 .9,  and  CEQA  Guidelines 

Section  15155. 


1 1 .  Approve  the  Water  Supply  Assessment  for  the  proposed  88  Bluxome  Street 

Project,  pursuant  to  the  State  of  California  Water  Code  Section  10910  et  sea., 

California  Environmental  Quality  Act  Section  21 151 .9,  and  CEQA  Guidelines 

Section  15155. 


12.  Approve  the  Revised  Water  Supply  Assessment  for  the  proposed  630-698 
Brannan  Street  (Flower  Mart)  Project,  pursuant  to  the  State  of  California  Water 

Code  Section  10910  et  sea.,  California  Environmental  Quality  Act  Section 

21 1 51 .9,  and  CEQA  Guidelines  Section  15155. 

13.  Approve  the  Revised  Water  Supply  Assessment  for  the  proposed  598  Brannan 

Street  Project,  pursuant  to  the  State  of  California  Water  Code  Section  10910  et 

sea.,  California  Environmental  Quality  Act  Section  21151 .9,  and  CEQA 

Guidelines  Section  15155. 


AGM  Ritchie  stated  the  l/l/SA’s  are  for  four  different  development  projects.  He 
reviewed  the  Commissions  obligations  for  WSA’s  and  noted  how  they  are 
developed.  He  indicated  two  of  the  WSA’s  are  new  and  two  re-do  previously 
approved  l/l/SA ’s,  with  the  biggest  change  being  an  inclusion  of  analysis  of  three 
potential  scenarios  relating  to  the  Bay  Delta  Water  Quality  Control  Plan.  He 
indicated  the  l/l/SA's  provide  input  into  the  CEQA  process. 

Public  Comment 

Peter  Drekmeier,  Tuolumne  River  Trust,  distributed  a  letter  addressing 
items  10  through  13.  He  requested  that  the  Commission  delay  action  and 
ask  that  staff  meet  with  conservation  organizations  and  the  Planning 
Department  to  discuss  concerns  outlined  in  the  letter.  He  addressed  the 
lA/SA’s  three  scenarios  and  stated  consideration  must  be  given  to  the 
cumulative  effects  of  the  four  projects  and  the  pressure  they  will  create  to 
build  additional  housing  resulting  in  the  need  for  additional  water. 

Commissioner  Moran  reviewed  how  the  H/SA  process  came  about  20  to  30 
years  ago  and  requirements  of  resulting  legislation.  Deputy  City  Attorney 
Gessner,  in  response  to  a  question  from  Commissioner  Moran  as  to  whether  a 
“yes”  or  “no”  determination  is  required  by  law,  stated  the  Water  Code  requires 
analysis  of  whether  “the  total  projected  water  supplies  for  the  project  during 
normal  single  dry  and  multiple  dry  water  years  during  the  20-year  projection  will 
meet  the  projected  water  demand”.  AGM  Ritchie  provided  additional  comments. 
Discussion  ensued  on  code  requirements  and  the  structure  of  the  WSA ’s. 

Commissioner  Moran  noted  that  within  the  analysis,  rationing  within  the  retail 
service  area  is  a  certain  level  but  that  it  is  less  than  that  level  for  the  proposed 
projects,  and  questioned  why. 
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AGM  Ritchie  and  Deputy  City  Attorney  Gessner  responded  to  a  question  from 
Commissioner  Paulson  asking  if  WSA  approval  is  required  to  move  the  projects 
forward.  Brief  discussion  ensued. 

Commissioner  Moran  questioned  how  the  issues  raised  in  Mr.  Drekmeier’ s 
letter  could  and  should  be  addressed.  He  asked  if  the  Commission’s  obligation 
is  to  assess  the  impact  of  a  project,  is  there  also  the  obligation  to  conduct  a 
cumulative  analysis  of  what  might  follow,  or  if  that  is  part  of  the  Planning 
Department’s  CEQA  process. 

Commissioner  Moran  indicated  he  does  not  want  the  Commission  to  get  in  the 
way  of  a  development  process  that  meets  all  the  other  criteria.  He  stated  he 
sees  no  reason  not  to  provide  an  assessment  and  allow  continuation  of  the 
process,  but  that  he  wants  the  assessments  to  include:  ( 1 )  Projections  over  the 
SFPUC’s  eight  and  one-half  year  drought  planning  period;  and  (2)  that  there  is 
no  presumption  of  an  allocation  method  that  has  never  been  acted  upon. 

Commissioner  Paulson  echoed  Commissioner  Moran’s  statements  and  noted 
the  importance  of  the  WSA ’s. 

President  Caen  stated  the  background  of  the  resolution  indicates  that  staff 
doesn’t  know  what  the  final  scenario  will  be.  Brief  discussion  ensued. 

VP  Vietor  stated  she  is  hesitant  to  approve  the  WSA’s  until  the  Voluntary 
Settlement  Agreement  reaches  a  conclusion  or  there  is  a  clear  understanding  of 
where  additional  water  supply  will  come  from.  GM  Kelly  provided  response  and 
discussion  ensued. 

Commissioner  Moan  requested  that  items  10  through  13  be  continued  and 
revised  WSA ’s  be  presented  that  address  the  issues  that  he  and  the  other 
Commissioner’s  raised.  Discussion  ensued. 

City  Attorney  Gessner  requested  clarification  on  Commissioner  Moran’s 
requested  modifications. 

On  Motion  to  continue  items  10  through  13  to  the  May  28,  2019  meeting: 

Aye:  Caen,  Vietor,  Moran,  Maxwell  and  Paulson 

14.  Approve  Amendment  No.  4  to  the  Memorandum  of  Understanding  (MOU) 
between  the  San  Francisco  Public  Utilities  Commission  and  the  San  Francisco 

Local  Agency  Formation  Commission  (LAFCo);  and  authorize  the  General 

Manager  to  execute  this  amendment  with  a  term  extension  of  one  year,  for  a 

total  MOU  term  of  12  years,  subject  to  Board  of  Supervisors  approval  under 

Charter  Section  9.1 1 8.  This  amendment  would  extend  the  duties  performed  by 

SF  LAFCo  to  monitor  and  advise  the  SFPUC  and  San  Francisco  Board  of 

Supervisors  regarding  the  progress  of  CleanPowerSF  development  and 

implementation.  (Resolution  19-0094) 
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Mike  Hyams,  Director,  CleanPowerSF,  introduced  the  item,  noting  the  MOU 
extension  is  for  time  only. 


Public  Comment 

Bryan  Goebel,  Executive  Director,  LAFCo,  reviewed  the  past  work  of  LAFCo 
and  the  SFPUC  and  that  the  look  forward  will  include  more  capital  program 
work,  including  local  build-out. 

On  Motion  to  approve  Item  14: 

Aye:  Caen,  Vietor,  Moran,  Maxwell  and  Paulson 

15.  Public  Comment  on  matters  to  be  addressed  during  Closed  Session 

None. 

16.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters 

listed  below  as  Conference  with  Legal  Counsel 

On  Motion  to  assert: 

Aye:  Caen,  Vietor,  Moran,  Maxwell  and  Paulson 
The  Commission  entered  Closed  Session  at  3:40  PM. 

17.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 

Min 

Existing  Litigation 

Pacific  Gas  &  Electric  Corporation 

Case  No.  19-30088/Date  Filed:  January  29,  2019 

Case  No.  19-30089/Date  Filed:  January  29,  2019 

United  States  Bankruptcy  Court.  Northern  District  of  California 

18.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 

(dim 

Existing  Litigation: 

City  and  County  of  San  Francisco  y.  Pacific  Gas  &  Electric  Company 

Docket  No.  ELI  9-38-000/Date  Filed:  January  28,  2019 

Federal  Energy  Regulatory  Commission 

19.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 

(dim 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 


Tariff  Withdrawal  per  35.15:  Notice  of  Termination  of  the  1987  CCSF 

Interconnection  Agreement  -  PG&E  Rate  Schedule  FERC  No.  1 14  to  be 

effective  6/30/15. 

Case  No.  ER1 5-702-000/Date  Filed:  December  23,  2014 

20.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)(1)  and  San  Francisco  Administrative  Code  Section  67.10 

(dUD 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Tariff  Withdrawal  per  35.15:  Notice  of  Termination  of  The  CCSF  Facilities 

Charge  Agreement  for  Moscone  to  be  effective  6/30/15. 

Case  No.  ER1 5-703-000/Date  Filed  December  23,  2014 

21  .Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)(1)  and  San  Francisco  Administrative  Code  Section  67.10 

(mil) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

5205(d)  rate  filing  per  35.13  (a)(2)(iii):  City  and  County  of  San  Francisco 

Transmission  Owner  Tariff  Replacement  Agreements  to  be  effective  7/1/15 

Case  No.  ER1 5-705-000/Date  Filed:  December  23,  2014 

22.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 

(d)(1). 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

5205(d)  rate  filing  per  35.13  (a)(2)(iii):  City  and  County  of  San  Francisco 

Wholesale 

Distribution  Tariff  Replacement  Agreements  to  be  effective  7/1/15 

Case  No.  ER1 5-704-000/Date  Filed:  December  23,  2014 

23.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 

(mim 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Notice  of  Termination  of  Facilities  Charge  Agreements  between  PG&E  and  the 

City  and  County  of  San  Francisco 

Case  No.  ER1 5-735-000/Date  Filed:  December  23.  2014 
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24.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 

MID 

Existing  Litigation: 

City  and  County  of  San  Francisco  y.  Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Complaint  under  Sections  206  and  306  of  the  Federal  Power  Act. 

Case  No.  ELI  5-3-000/Date  Filed:  October  9,  2014 


The  Commission  exited  Closed  Session  at  4:18  PM. 

25.  Announcement  Following  Closed  Session 

None. 

26.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session 

pursuant  to  San  Francisco  Administrative  Code  Section  67.12  (a) 

On  Motion  not  to  disclose: 

Aye:  Caen,  Vietor,  Moran,  Maxwell  and  Paulson 

27.  Other  New  Business 
None. 

No  public  comment. 

28.  Adjournment 

President  Caen  adjourned  the  meeting  at  4:19  PM. 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


19-0187 


WHEREAS,  State  law  (Public  Utilities  Code  Sections  398.4  and  398.5)  requires  “retail 
suppliers  of  electricity  products”  to  disclose  to  their  end  use  customers  annually  the 
electricity  sources  for  their  sales  to  those  customers;  and 

WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  is  required  to 
report  this  information  together  with  supporting  documentation  to  the  California  Energy 
Commission  (CEC)  in  the  form  of  a  Power  Source  Disclosure  (PSD)  Report;  and 

WHEREAS,  The  PSD  Report  shows  that  for  calendar  year  2018,  SFPUC’s  Hetch  Hetchy 
Power  met  its  end  use  customers’  needs  with  electricity  sources  that  were  91%  hydroelectric 
generation  from  the  Hetch  Hetchy  system,  8%  from  hydroelectric  facilities  meeting  the 
eligibility  requirements  of  California’s  Renewable  Portfolio  Standard  (RPS)  and  1%  from 
Hetch  Hetchy  Power’s  RPS-eligible  solar  facilities;  and 

WHEREAS,  SFPUC  staff  plans  to  submit  the  PSD  Report  for  2018,  in  verified  form,  to 
the  CEC  on  or  before  June  1,  2019;  and 

WHEREAS,  CEC  regulations  allow  the  Commission  to  approve  submission  of  an 
attestation  of  veracity  in  lieu  of  having  the  report  independently  verified;  and 

WHEREAS,  SFPUC  staff  developed  the  PSD  Report  consistent  with  the  CEC’s 
regulations  using  metered  generation,  use,  and  sales  data  used  for  preparing  and  verifying 
the  SFPUC’s  scheduling,  billing,  and  settlement  activities,  which  is  the  same  data  used  in 
other  public  reports  and  regulatory  compliance  filings;  and 

WHEREAS,  The  lead  of  the  Regulatory  Compliance  section  for  the  SFPUC  Power 
Enterprise,  as  the  designee  of  the  Assistant  General  Manager  for  Power,  has  signed  an 
attestation  of  the  veracity  of  the  PSD  Report,  now  therefore;  be  it 

RESOLVED,  That  the  Commission  approves  the  submission  of  the  attestation  of 
veracity  for  the  Power  Source  Disclosure  Report  for  Calendar  Year  2018  attached  to  this 
Resolution. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  14,  2019. 


Secretary,  Public  Utilities  Commission 


Version:  April  2019 


ANNUAL  REPORT  TO  THE  CALIFORNIA  ENERGY  COMMISSION: 

Power  Source  Disclosure  Program 

vv,.r 

For  the  Year  Ending  December  31 ,  2018 


Retail  suppliers  are  required  to  use  the  posted  template  and  are  not  allowed  to  make 
edits  to  this  format  Please  complete  all  requested  information. 


GENERAL  INSTRUCTIONS 


RETAIL  SUPPLIER  NAME 


San  Francisco  Public  Utilities  Commission  -  Heteh  Hetchy  Power 


Mailing  Address 


^Website  URL 
for  PCL  Posting 


CONTACT  INFORMATION 


James  Hendry 


Utility  Specialist 


1525  Golden  Gate  Ave.,  7th  Floor 


San  Francisco,  CA  94102 


(415)  554-1528 


ihendry@  stwater.oirg* 


https://sfwat8r.ofa/index.aspx7paqe-391 


This  Annual  Report  Template  includes  Schedules  1  and  2,  applicable  to  retail  suppliers.  Power  pools  are  required 
to  report  using  Schedules  3  and  4  provided  in  a  separate  reporting  template.  Submit  the  Annual  Report  and 
Attestation  in  PDF  format  with  an  Excel  version  of  the  Annual  Report  to  PSDprogram@energy.ca.gov.  Remember 
to  fill  in  the  Retail  Supplier  Name  and  Product  Name  above,  and  submit  separate  reports  and  attestations  for  each 
additional  product  if  multiple  electric  service  products  were  offered  in  the  previous  year. 


NOTE:  Information  submitted  in  this  report  is  not  automatically  held  confidential.  If  your  company  wishes  the 
information  submitted  to  be  considered  confidential  an  authorized  representative  must  submit  an  application  for 
confidential  designation  (CEC-13),  which  can  be  found  on  the  California  Energy  Commissions's  website  at 
http://www.energy.ca.gov/commission/chief_counsel/documents/CEC13.pdf. 

If  you  have  questions,  contact  PSD  staff  at  PSDprogram@energy.ca.gov  or  (916)  653-0237. 
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Ratal)  Supplier  Nam*: 


Version:  April  2019 
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ANNUAL  REPORT  TO  THE  CALIFORNIA  ENERGY  COMMISSION: 

— 


_  I  2018 

SCHEDULE  2:  ANNUAL  POWERPC CONTENT  LABEL  CALCULATION 
Applicable  to:  Retail  Suppliers 


'NSTRUCTIONS:  Total  specific  purchases  by  fuel  type  and  enter  these  values  in  the 
‘irst  column,  if  purchased  power  was  from  a  transaction  that  expressly  transferred 
energy  only  and  not  the  RECs  associated  with  that  energy,  identify  the  power  as 
Unspecified  Power*.  Total  Retail  Sales  will  autopopulate  from  Schedule  1.  Any 
difference  between  total  net  purchases  and  total  retail  sales  will  be  applied  pro-rata  to 
each  non-renewable  fuel  type.  Each  fuel  type  total  will  then  be  divided  automatically  by 
■etail  sales  to  calculate  fuel  mix  percentages. 


Comments: 


Version:  April  2019 


i,  James  Hendry,  Utility  Specialist,  declare  under  penalty  of  perjury,  that  the 
statements  contained  in  this  report  including  Schedules  1  and  2  are  true  and 
correct  and  that  I,  as  an  authorized  agent  of  SFPUC  -  Hetch  Hetchy  Power,  have 
authority  to  submit  this  report  on  the  company's  behalf,  I  further  declare  that 
the  megawatt-hours  claimed  as  specific  purchases  as  shown  in  these 
Schedules  were,  to  the  best  of  my  knowledge,  sold  once  and  only  once  to  retail 
customers. 

Name: _ James  Hendry  _ _ _ 

Representing:  San  Francisco  Public  Utilities  Commission  -  Hetch  Hetchy  Power 


Signature: _ 


Dated:  Mav  2. 

Executed  at:  San  Francisco,  CA 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


19-0188 


WHEREAS,  State  law  (Public  Utilities  Code  Sections  398.4  and  398.5)  requires  “retail 
suppliers  of  electricity  products”  to  disclose  to  their  customers  annually  the  electricity 
sources  for  their  sales  to  those  customers;  and 

WHEREAS,  CleanPowerSF  is  required  to  report  this  information  together  with 
supporting  documentation  to  the  California  Energy  Commission  (CEC)  in  the  form  of  a 
Power  Source  Disclosure  (PSD)  Report;  and 

WHEREAS,  The  PSD  Report  and  annual  Green-e  Energy  audit  of  power  sources 
show  that  for  calendar  year  2018,  CleanPowerSF  met  its  Green  customers’  needs  with 
electricity  sources  that  were  48.4%  eligible  renewable  energy  resources  under  California’s 
Renewable  Portfolio  Standard,  40.5%  hydroelectric  generation,  and  11.1%  unspecified 
sources  from  the  California  Independent  System  Operator.  CleanPowerSF  met  its 
SuperGreen  customers’  needs  with  electricity  sources  that  were  100%  eligible  renewable 
energy  resources  under  California’s  Renewable  Portfolio  Standard;  and 

WHEREAS,  CleanPowerSF  staff  plans  to  submit  the  PSD  Report  for  2018,  in  verified 
form,  to  the  CEC  on  or  before  June  1,  2019;  and 

WHEREAS,  CEC  regulations  allow  the  Commission  to  approve  submission  of  an 
attestation  of  veracity  in  lieu  of  having  the  report  independently  verified;  and 

WHEREAS,  SFPUC  staff  developed  the  PSD  Report  consistent  with  the  CEC's 
regulations  performing  a  detailed  review  of  all  power  purchases  completed  for  the  2018 
calendar  year;  including  an  inventory  of  all  renewable  energy  transfers  within  CleanPowerSF’s 
WREGIS  account,  transaction  records,  and  a  requisite  audit  for  CleanPowerSF’s  voluntary 
SuperGreen,  100%  renewable  energy  program;  and 

WHEREAS,  The  Director  of  CleanPowerSF,  as  the  designee  of  the  Assistant  General 
Manager  for  Power,  has  signed  an  attestation  of  the  veracity  of  the  PSD  Report,  now  therefore; 
be  it 

RESOLVED,  That  the  Commission  approves  the  submission  of  the  attestation  of 
veracity  for  the  Power  Source  Disclosure  Report  for  Calendar  Year  2018  attached  to  this 
Resolution. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  May  14,  2019. 


Secretary,  Public  Utilities  Commission 


Version:  April  2019 


•t 


ANNUAL  REPORT  TO  THE  CALIFORNIA  ENERGY  COMMISSION: 

Power  Source  Disclosure  Program 
Schedule  1  and  2,  applicable  to:  Retail  Suppliers 
For  the  Year  Ending  December  31,  2018 


Retail  suppliers  are  required  to  use  the  posted  template  and  are  not  allowed  to  make 
edits  to  this  format.  Please  complete  all  requested  information. 


GENERAL  INSTRUCTIONS 


RETAIL  SUPPLIER  NAME 

CleanPowerSF 

_ 1 

ELECTRIC  SERVICE  PRODUCT  NAME 


Green 


This  Annual  Report  Template  includes  Schedules  1  and  2,  applicable  to  retail  suppliers.  Power  pools  are  required 
to  report  using  Schedules  3  and  4  provided  in  a  separate  reporting  template.  Submit  the  Annual  Report  and 
Attestation  in  PDF  format  with  an  Excel  version  of  the  Annual  Report  to  PSDprogram@energy.ca.gov.  Remember 
to  fill  in  the  Retail  Supplier  Name  and  Product  Name  above,  and  submit  separate  reports  and  attestations  for  each 
additional  product  if  multiple  electric  service  products  were  offered  in  the  previous  year. 


NOTE:  Information  submitted  in  this  report  is  not  automatically  held  confidential.  If  your  company  wishes  the 
information  submitted  to  be  considered  confidential  an  authorized  representative  must  submit  an  application  for 
confidential  designation  (CEC-13),  which  can  be  found  on  the  California  Energy  Commissions's  website  at 
http://www.energy.ca.gov/commission/chief_counsel/documents/CEC13.pdf. 

If  you  have  questions,  contact  PSD  staff  at  PSDprogram@energy.ca.gov  or  (916)  653-0237. 
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Electric  Service  Product  Name:  total  Retail  Sales 


Version:  April  2019 


ANNUAL  REPORT  TO  THE  CALIFORNIA  ENERGY  COMMISSION: 
Power  Source  Disclosure  Program 
For  the  Year  Ending  December  31,  2018 
SCHEDULE  2:  ANNUAL  POWER  CONTENT  LABEL  CALCULATION 
Applicable  to:  Retail  Suppliers 


INSTRUCTIONS:  Total  specific  purchases  by  fuel  type  and  enter  these  values  in  the 
first  column.  If  purchased  power  was  from  a  transaction  that  expressly  transferred 
energy  only  and  not  the  RECs  associated  with  that  energy,  identify  the  power  as 
"Unspecified  Power".  Total  Retail  Sales  will  autopopulate  from  Schedule  1.  Any 
difference  between  total  net  purchases  and  total  retail  sales  will  be  applied  pro-rata  to 
each  non-renewable  fuel  type.  Each  fuel  type  total  will  then  be  divided  automatically 
by  retail  sales  to  calculate  fuel  mix  percentages. 


Unspecified  Power  (MWh) 


Total 


Total  Retail  Sales  (MWh) 


1 

' 

5 

Net  Purchases 
(MWh) 

Percent  of  Total 
Retail  Sales  (MWh) 

Specific  Purchases 

Renewable 

574,423 

48% 

Biomass  &  Biowaste 

9,310 

1% 

Geothermal 

118,418 

10% 

Eligible  Hydroelectric 

- 

0% 

Solar 

14,259 

1% 

Wind 

432,436 

36% 

Coal 

- 

0% 

Large  Hydroelectric 

480,105 

40% 

Natural  Gas 

- 

0% 

Nuclear 

- 

0% 

Other 

- 

0% 

Total  Specific  Purchases 

1,054,528 

89% 

131,459  | 


1,185,987  1 


1,185,987  | 


11% 


100% 


Comments: 


Version:  April  2019 


I,  Michael  Hyams,  Director,  CleanPowerSF,  declare  under  penalty  of  perjury,  that 
the  statements  contained  in  this  report  including  Schedules  1  and  2  are  true  and 
correct  and  that  I,  as  an  authorized  agent  of  CleanPowerSF,  have  authority  to 
submit  this  report  on  the  company's  behalf.  I  further  declare  that  the  megawatt- 
hours  claimed  as  specific  purchases  as  shown  in  these  Schedules  were,  to  the 
best  of  my  knowledge,  sold  once  and  only  once  to  retail  customers. 

Name:  Michael  Hvams 


Executed  at:  San  Francisco,  CA 


Version:  April  2019 


ANNUAL  REPORT  TO  THE  CALIFORNIA  ENERGY  COMMISSION: 

Power  Source  Disclosure  Program 
Schedule  1  and  2,  applicable  to:  Retail  Suppliers 
For  the  Year  Ending  December  31,  2018 


Retail  suppliers  are  required  to  use  the  posted  template  and  are  not  allowed  to  make 
edits  to  this  format.  Please  complete  all  requested  information. 


GENERAL  INSTRUCTIONS 


RETAIL  SUPPLIER  NAME 


CleanPowerSF 


ELECTRIC  SERVICE  PRODUCT  NAME 


SuperGreen 


Name 


Title 


Mailing  Address 


City,  State,  Zip 


Phone 


E-mail 


CONTACT  INFORMATION 


|Michael  Hyams 


iDirector,  CleanPowerSF 


1525  Golden  Gate  Avenue,  7th  Floor 


iSan  Francisco,  CA  94102 


(415)  554-1590 


(415)  554-3280 


Website  URL 

■ 

for  PCL  Posting 

Jwww.cleanpowersf.org 

This  Annual  Report  Template  includes  Schedules  1  and  2,  applicable  to  retail  suppliers.  Power  pools  are  required 
to  report  using  Schedules  3  and  4  provided  in  a  separate  reporting  template.  Submit  the  Annual  Report  and 
Attestation  in  PDF  format  with  an  Excel  version  of  the  Annual  Report  to  PSDprogram@energy.ca.gov.  Remember 
to  fill  in  the  Retail  Supplier  Name  and  Product  Name  above,  and  submit  separate  reports  and  attestations  for  each 
additional  product  if  multiple  electric  service  products  were  offered  in  the  previous  year. 


NOTE:  Information  submitted  in  this  report  is  not  automatically  held  confidential.  If  your  company  wishes  the 
information  submitted  to  be  considered  confidential  an  authorized  representative  must  submit  an  application  for 
confidential  designation  (CEC-13),  which  can  be  found  on  the  California  Energy  Commissions's  website  at 
http://www.energy.ca.gov/commission/chief_counsel/documents/CEC13.pdf. 

If  you  have  questions,  contact  PSD  staff  at  PSDprogram@energy.ca.gov  or  (916)  653-0237. 


ANNUAL  REPORT  TO  THE  CALIFORNIA  ENERGY  COMMISSION:  Power  Source  Disclosure  Program 

For  the  Year  Ending  December  31,  2018 
SCHEDULE  1:  POWER  PROCUREMENTS  AND  RETAIL  SALES 
_ _  Applicable  to:  Retail  Suppliers 
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Version:  April  2019 


ANNUAL  REPORT  TO  THE  CALIFORNIA  ENERGY  COMMISSION: 
Power  Source  Disclosure  Program 
For  the  Year  Ending  December  31 ,  201 8 
SCHEDULE  2:  ANNUAL  POWER  CONTENT  LABEL  CALCULATION 
Applicable  to:  Retail  Suppliers 


INSTRUCTIONS:  Total  specific  purchases  by  fuel  type  and  enter  these  values  in  the 
first  column.  If  purchased  power  was  from  a  transaction  that  expressly  transferred 
energy  only  and  not  the  RECs  associated  with  that  energy,  identify  the  power  as 
"Unspecified  Power".  Total  Retail  Sales  will  autopopulate  from  Schedule  1.  Any 
difference  between  total  net  purchases  and  total  retail  sales  will  be  applied  pro-rata  to 
each  non-renewable  fuel  type.  Each  fuel  type  total  will  then  be  divided  automatically 
by  retail  sales  to  calculate  fuel  mix  percentages. 


1 

I 

■: 

i 

Net  Purchases 
(MWh) 

Percent  of  Total 
Retail  Sales  (MWh) 

Specific  Purchases 

Renewable 

56,192 

100% 

Biomass  &  Biowaste 

- 

0% 

Geothermal 

- 

0% 

Eligible  Hydroelectric 

- 

0% 

Solar 

100 

0% 

Wind 

56,092 

100% 

Coal 

- 

0% 

Large  Hydroelectric 

- 

0% 

Natural  Gas 

- 

0% 

Nuclear 

- 

0% 

Other 

- 

0% 

Total  Specific  Purchases 

56,192 

100% 

Unspecified  Power  (MWh) 

2%  1 

Total 

56,192 

100% 

Total  Retail  Sales  (MWh) 

56,192 

Comments: 


Version:  April  2019 


ANNUAL  REPORT  TO  THE  CALIFORNIA  ENERGY  COMMISSION: 
Power  Source  Disclosure  Program 
For  the  Year  Ending  December  31, 2018 
ATTESTATION  FORM 
Applicable  to:  All  participants  in  the  Power  Source  Disclosure  Progra 


SIS  ■  BpSJt 


I,  Michael  Hyams,  Director,  CleanPowerSF,  declare  under  penalty  of  perjury,  that 
the  statements  contained  in  this  report  including  Schedules  1  and  2  are  true  and 
correct  and  that  I,  as  an  authorized  agent  of  CleanPowerSF,  have  authority  to 
submit  this  report  on  the  company’s  behalf.  I  further  declare  that  the  megawatt- 
hours  claimed  as  specific  purchases  as  shown  in  these  Schedules  were,  to  the 
best  of  my  knowledge,  sold  once  and  only  once  to  retail  customers. 


Name:  Michael  Hyams 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0189 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  requires  Hetchy 
Capital  Improvement  Projects  (HCIP)  Regional  As-Needed  Engineering  Services  necessary  for 
the  design  and  construction  of  improvements  to  various  Hetch  Hetchy  Water  and  Power 
facilities;  and 

WHEREAS,  It  is  necessary  to  procure  the  services  of  qualified  engineering  consultants  to 
provide  specialized  as-needed  engineering  design  services  to  supplement  services  provided  by 
SFPUC  staff;  and 

WHEREAS,  On  February  1,  2019,  SFPUC  issued  a  Request  for  Proposals  (RFP)  to  select 
up  to  three  contractors  to  provide  as-needed  engineering  and  design  services,  with  a  not-to- 
exceed  amount  of  $4,500,000  per  agreement  for  a  cumulative  total  of  $13,500,000,  and  with  a 
term  not  to  exceed  five  years  per  agreement;  and 

WHEREAS,  SFPUC  staff  and  Contract  Monitoring  Division  (CMD)  review  of  the 
proposals  resulted  in  the  selection  of  AECOM  Technical  Services,  Inc.  (PRO. 0085. A),  McMillen 
Jacobs,  Joe  Hill  Joint  Venture  (McMillen  Jacobs-Joe  Hill  JV)  (PRO. 0085. B),  and  Stantec 
Consulting  Services,  Inc.,  AGS  Inc.  Joint  Venture  (Stantec-AGS  JV)  (PR0.0085.C)  as  the  three 
highest  scoring  responsive  proposers;  and 

WHEREAS,  Services  are  anticipated  to  begin  under  the  three  agreements  in  June  2019 
and  end  in  June  2024,  with  the  duration  of  each  agreement  being  five  years;  and 

WHEREAS,  The  CMD  established  a  subconsulting  requirement  of  12%  Local  Business 
Enterprise  (LBE)  participation  (of  the  total  value  of  services  to  be  provided)  for  each  of  these 
agreements,  and  AECOM  Technical  Services,  Inc.,  McMillen  Jacobs-Joe  Hill  JV,  and  Stantec- 
AGS  JV  have  respectively  committed  to  LBE  subconsultant  participation  of  16.2%,  12.5%,  and 
12%;  and 

WHEREAS,  Failure  to  reach  successful  agreement  on  contract  terms  and  conditions 
within  30  days  of  the  date  of  the  Commission  award  may  result  in  award  of  the  contract  to  the 
next  highest  ranked  proposer,  or  re-advertising  and  re-selecting  consultants  at  the  discretion  of 
the  City;  and 

WHEREAS,  The  firms  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City’s  Administrative  Code  either  at 
the  time  of  the  award,  or  within  two  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
proposer  to  obtain  compliance  certification  from  CMD  may,  in  the  General  Manager’s  sole 
discretion,  result  in  award  of  the  agreement  to  the  next  highest  ranked  proposer,  or  re-advertising 
and  re-selecting  consultants  at  the  discretion  of  the  City;  and 

WHEREAS,  Funds  for  these  three  agreements  will  be  available  at  the  time  of  individual 
task  order  awards  from  Hetch  Hetchy  Water  and  Power  Operating,  Programatic,  and  Capital 
budgets;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  selection  of  AECOM  Technical 
Services,  Inc.,  McMillen  Jacobs-Joe  Hill  JV,  and  Stantec-AGS  JV,  and  awards  Hetch  Hetchy 
Water  and  Power  Operating,  Programmatic,  and  Capital  budgets-funded  Agreements  Nos. 
PR0.0085A-C,  HCIP  Regional  As-Needed  Engineering  Services  to  AECOM  Technical 
Services,  Inc.  (PR0.0085.A),  McMillen  Jacobs-Joe  Hill  JV  (PR0.0085.B),  and  Stantec-AGS  JV 
(PR0.0085.C),  to  provide  specialized  engineering  and  design  services  on  an  as-needed  basis,  and 
authorizes  the  General  Manager  of  the  SFPUC  to  negotiate  and  execute  three  professional 
services  agreements,  each  with  an  amount  not-to-exceed  $4,500,000,  and  each  with  a  term  of 
five  years,  with  the  three  selected  consultants,  or  in  the  event  negotiations  are  not  successful  or 
City  requirements  are  not  satisfied,  to  negotiate  and  execute  a  professional  services  agreement 
with  the  next  highest  ranked  proposer(s). 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  14,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0190 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  requires  technical 
support  in  the  areas  of:  (1)  water  supply,  storage,  and  transport  services  and  water  quality 
services;  (2)  power  services;  and  (3)  water  and  wastewater  treatment  services,  to  assist  with 
Hetch  Hetchy  Water  and  Power  Division  (HHWP)  Operations  and  Maintenance;  and 

WHEREAS,  It  is  necessary  to  procure  the  services  of  qualified  consultants  to  provide 
technical  support  services  and  augment  HHWP  staff  on  an  as-needed  basis  for  water  supply, 
storage,  and  transport  services;  water  quality  services;  power  services;  and  water  and  wastewater 
treatment  services;  and 

WHEREAS,  The  estimated  cost  of  services  is  not  to  exceed  $5,000,000  per  agreement, 
with  a  cumulative  total  of  $20,000,000  for  the  four  agreements;  and 

WHEREAS,  The  SFPUC  advertised  a  Request  for  Proposals  for  as-needed  HHWP 
support  services  on  January  14,  2019;  and 

WHEREAS,  Services  are  anticipated  to  begin  in  June  2019  and  end  in  June  2024,  for  a 
not-to-exceed  duration  of  5  years  per  agreement;  and 

WHEREAS,  SFPUC  staff  and  Contract  Monitoring  Division  (CMD)  review  of  the 
proposals  resulted  in  the  establishment  of  AECOM/WRE,  Joint  Venture  (JV)  (PRO. 01 14. A), 
LEE  Incorporated  (PRO. 01 14. B),  Mott  MacDonald/Dabri,  JV  (PRO.0114.C),  and  Stantec/JHCE, 
JV  (PRO. 01 14. D)  as  the  four  highest  ranked  consulting  firms;  and 

WHEREAS,  The  CMD  established  a  sub-consulting  requirement  of  20%  Local  Business 
Enterprise  (LBE)  participation  (of  the  total  value  of  services  to  be  provided)  for  these 
agreements,  and  AECOM/WRE,  JV,  has  committed  to  achieving  20%  LBE  subconsultant 
participation;  LEE  Incorporated  has  committed  to  achieving  20%  LBE  subconsultant 
participation;  Mott  MacDonald/Dabri,  JV,  has  committed  to  achieving  20%  LBE  subconsultant 
participation;  and  Stantec/JHCE,  JV,  has  committed  to  achieving  20.5%  LBE  subconsultant 
participation;  and 

WHEREAS,  Failure  to  reach  successful  agreement  on  contract  terms  and  conditions 
within  30  days  of  the  date  of  the  Commission  award  may  result  in  award  of  the  contract  to  the 
next  highest  ranked  proposer,  or  re-advertising  and  re-selecting  consultants  at  the  discretion  of 
the  City;  and 

WHEREAS,  The  firms  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City’s  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may,  in  the  General  Manager’s  sole 
discretion,  result  in  award  of  the  agreement  to  the  next  highest  ranked  proposer,  or  re-advertising 
and  re-selecting  consultants  at  the  discretion  of  the  City;  and 


WHEREAS,  Funds  for  these  agreements  will  be  available  at  the  time  of  individual  task 
order  awards  from  Hetch  Hetchy  Water  and  Power  Operating,  Programmatic,  and  Capital 
budgets;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  selection  of  AECOM/WRE,  JV, 
LEE  Incorporated,  Mott  MacDonald/Dabri,  JV,  and  Stantec/JHCE,  JV,  awards  Hetch  Hetchy 
Water  &  Power  Program-funded  Agreement  Nos.  PRO. 01 14.A-D,  As-Needed  Support  Services 
tor  HHWP,  to  AECOMAVRE,  JV  (PRO. 01 14. A),  LEE  Incorporated  (PRO.Ol  14. B),  Mott 
MacDonald/Dabri,  JV  (PRO.Ol  14. C),  and  Stantec/JHCE,  JV  (PRO.Ol  14. D)  to  provide  technical 
support  services  on  an  as-needed  basis,  and  authorizes  the  General  Manager  of  the  SFPUC  to 
negotiate  and  execute  four  professional  services  agreements  (PRO.Ol  14. A-D)  with  the  four 
consultants,  each  in  an  amount  not  to  exceed  $5,000,000,  and  each  with  a  duration  of  five  years, 
or,  in  the  event  negotiations  are  not  successful  or  City  requirements  are  not  satisfied,  to  negotiate 
and  execute  a  professional  services  agreement  with  the  next  highest  ranked  proposer. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  14,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0191 


WHEREAS,  Construction  has  been  completed  for  contract  No.  WD-271 1,  8-Inch  Ductile 
Iron  Water  Main  Replacement  on  Fell  Street  from  Baker  Street  to  Stanyan  Street,  by  the 
contractor,  M  Squared  Construction,  Inc.;  and 

WHEREAS,  On  September  26,  2017,  per  Resolution  No.  17-0203,  this  Commission 
approved  the  award  of  Water  Enterprise,  Local  Conveyance/Distribution  System  Program 
funded  Contract  No.  WD-271 1,  8-Inch  Ductile  Iron  Water  Main  Replacement  on  Fell  Street 
from  Baker  Street  to  Stanyan  Street,  to  M  Squared  Construction,  Inc;  and 

WHEREAS,  The  original  contract  amount  was  $2,460,630  and  the  original  contract 
duration  was  333  consecutive  calendar  days;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  set  for  November  28, 
2017,  with  an  original  schedule  of  333  consecutive  calendar  days,  and  the  contract  work  was 
completed  in  364  consecutive  calendar  days  on  November  26,  2018;  and 

WHEREAS,  Section  6.22(h)  of  the  Administrative  Code  requires  that  any  cumulative 
increases  in  contract  price  or  duration  in  excess  of  10%  of  the  original  contract  price  or  duration 
be  approved  by  the  Commission;  and 

WHEREAS,  Modification  No.  1  (Final)  is  being  requested  to  decrease  the  contract 
amount  by  $301,104,  for  a  total  contract  amount  of  $2,159,526,  to  reflect  adjustments  in  the  final 
quantities  of  work  performed,  and  provide  a  non-compensable  time  extension  of  31  consecutive 
calendar  days,  for  total  contract  duration  of  364  consecutive  calendar  days;  and 

WHEREAS,  The  Contract  Monitoring  Division  (CMD)  established  a  Local  Business 
Enterprise  (LBE)  subcontracting  goal  of  20%  for  this  contract,  the  contractor  committed  to  a 
LBE  participation  of  20.86%  with  its  bid  submittal,  and  CMD  has  determined  that  the  contractor 
made  a  good  faith  effort  to  substantially  comply  with  the  LBE  subcontracting  requirement  by 
receiving  a  final  participation  of  21.95%;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUW280PR02,  WD-271 1,  8-Inch 
Ductile  Iron  Water  Main  Replacement  on  Fell  Street  from  Baker  Street  to  Stanyan  Street;  now, 
therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  accepts  the  work  performed  by  M  Squared 
Construction,  Inc.,  for  Water  Enterprise,  Local  Conveyance/Distribution  System  Program-funded 
Contract  No.  WD-271 1,  8-Inch  Ductile  Iron  Water  Main  Replacement  on  Fell  Street  from  Baker 
Street  to  Stanyan  Street,  approves  Modification  No.  1  (Final)  decreasing  the  contract  by 
$301,104  for  a  total  contract  amount  of  $2,159,526  and  extending  the  duration  by  31  consecutive 
calendar  days  for  a  total  contract  duration  of  364  consecutive  calendar  days,  and  authorizes  final 
payment  to  the  Contractor. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  14,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0192 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  advertised 
Wastewater  Enterprise  (WWE),  Sewer  System  Improvement  Program  (SSIP)  funded  Contract 
No.  WW-683R,  Sansome,  5th,  6th  (North),  and  Division  Streets  Combined  Sewer  Discharge 
Rehabilitation  and  Backflow  Prevention,  on  February  14,  2019;  and 

WHEREAS,  The  Engineer’s  Estimate  is  $5,036,500  for  this  construction  contract  work  to 
rehabilitate  and  improve  combined  sewer  discharge  (CSD)  structures  at  Sansome  St.,  5lh  St.,  6th 
St.  North,  and  Division  St.  and  to  install  backflow  prevention  systems  to  prevent  the  bay  water 
from  entering  the  City’s  collection  system;  and 

WHEREAS,  The  contract  duration  is  210  consecutive  calendar  days;  and 

WHEREAS,  Three  (3)  bids  were  received  and  opened  publicly  on  February  28,  2019; 
and 

WHEREAS,  SFPUC  staff  and  Contract  Monitoring  Division  (CMD)  review  of  the  bids 
for  qualifications,  responsibility,  responsiveness  and  application  of  bid  preferences  resulted  in 
the  establishment  of  Trinet  Construction,  Inc.  as  the  lowest,  qualified,  responsible  and  responsive 
bidder;  and 

WHEREAS,  The  CMD  established  a  Local  Business  Enterprise  (LBE)  subcontracting 
participation  of  6%  established  for  this  contract,  and  the  contractor  committed  to  a  LBE 
participation  of  6.1 1%  with  its  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City’s  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  SFPUC  funds  are  available  from  Sewer  System  Improvement  Program 
Project  No.  CWWSIPCSCD03,  Beach  and  Sansome  Street  CSD  Rehabilitation  and 
CWWSIPCSCD05  5th,  6th  North,  and  Division  Street  CSD  Rehabilitation;  and 

WHEREAS,  On  July  6th,  2018,  the  Planning  Department  determined  that  this  project  is 
categorically  exempt  from  the  California  Environmental  Quality  Act  Guidelines  under  Section 
15301,  Class  1  (Existing  Facilities);  now  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  WWE,  SSIP  funded  Contract  No.  WW-683R,  Sansome,  5th,  6th  (North),  and  Division 
Streets  Combined  Sewer  Discharge  Rehabilitation  and  Backflow  Prevention,  in  the  amount  of 
$4,907,090,  with  a  duration  of  210  consecutive  calendar  days,  to  the  lowest,  qualified, 
responsible  and  responsive  bidder,  Trinet  Construction,  Inc. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  14,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0193 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission’s  (SFPUC)  mission  is  to 
provide  our  customers  with  high  quality,  efficient  and  reliable  drinking  water  in  a  manner  that  is 
inclusive  of  environmental  and  community  interests,  and  that  sustains  the  resources  entrusted  to 
our  care;  and 

WHEREAS,  The  SFPUC  finalized  the  Peninsula  Watershed  Management  Plan  (Plan)  on 
December  18,  2002  in  SFPUC  Resolution  No.  02-0265,  and  the  primary  goal  of  the  Plan  is  to 
maintain  and  improve  source  water  quality  to  protect  public  health  and  safety;  and 

WHEREAS,  The  Plan  also  includes  the  following  Management  Actions  related  to  spill 
response:  (1)  identify  additional  hazardous  material  clean-up  supplies  and  equipment  that  should 
be  purchased  and  (2)  train  staff  members,  as  appropriate,  in  spill  response  and  containment 
measures  for  SFPUC  vehicles  as  well  as  for  other  types  of  spills  on  the  watershed;  and 

WHEREAS,  Timely  response  to  oil  spills  on  SFPUC  owned  reservoirs  is  an  important 
component  of  water  quality  protection;  and 

WHEREAS,  On  August  29,  2018,  the  SFPUC  applied  for  a  grant  with  the  California 
Department  of  Fish  and  Wildlife’s  Office  of  Spill  Prevention  and  Response  (OSPR)  for  purchase 
of  oil  spill  response  equipment  and  to  secure  the  necessary  staff  training;  and 

WHEREAS,  By  letter  dated  October  12,  2018,  the  OSPR  informed  the  SPFUC  of  its 
intent  to  award  the  SFPUC  a  grant  in  the  amount  of  $35,000  for  the  reimbursement  of  funds  to 
purchase  of  oil  spill  response  equipment  and  to  secure  the  necessary  staff  training;  and 

WHEREAS,  No  matching  funds  are  required  for  the  grant;  and 

WHEREAS,  SFPUC  desires  to  enter  into  the  grant  agreement  titled  Office  of  Spill 
Prevention  and  Response  Oil  Spill  Response  Equipment  Staging,  San  Mateo  County  Grant 
Agreement  Number  -  PI 875071,  a  copy  of  which  is  attached  hereto; 

RESOLVED,  That  the  Commission  hereby  retroactively  approves  the  SFPUC’s 
submission  of  a  Grant  Application  for  Oil  Spill  Response  Equipment  to  the  California 
Department  of  Fish  and  Wildlife,  Office  of  Spill  Prevention  and  Response;  and  be  it 

FURTHER  RESOLVED,  That  the  Commission  hereby  authorizes  the  General  Manager 
of  the  San  Francisco  Public  Utilities  Commission  to  accept  and  expend  grant  funds  on  behalf  of 
the  City  and  County  of  San  Francisco,  from  the  California  Department  of  Fish  and  Wildlife, 
Office  of  Spill  Prevention  and  Response  in  an  amount  not  to  exceed  $35,000  for  the 
reimbursement  of  spill  response  equipment;  and  be  it 


FURTHER  RESOLVED,  That  the  Commission  hereby  authorizes  the  General  Manager 
to  execute  the  Office  of  Spill  Prevention  and  Response  Oil  Spill  Response  Equipment  Staging, 
San  Mateo  County  Grant  Agreement  Number  -  P1875071  in  substantially  the  form  attached 
hereto. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  14,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


19-0194 


WHEREAS,  On  April  17,  2009,  this  Commission  authorized  the  General  Manager  of 
the  San  Francisco  Public  Utilities  Commission  (SFPUC)  to  execute  a  Memorandum  of 
Understanding  (MOU)  with  the  San  Francisco  Local  Agency  Formation  Commission  (SF 
LAFCo)  to  allocate  Power  Enterprise  Funds  for  reimbursement  for  SF  LAFCo  services 
related  to  the  Community  Choice  Aggregation  (CCA)  Program,  called  CleanPowerSF, 
from  Fiscal  Year  2008-09  through  2010-11;  and 

WHEREAS,  On  April  24,  2009,  the  SFPUC  and  the  SF  LAFCo  Commission 
adopted  the  MOU  for  Fiscal  Year  2008-09  through  2010-11; 

WHEREAS,  Amendment  No.  1,  for  the  MOU  extended  the  collaborative  working 
relationship  between  the  SFPUC  and  the  SF  LAFCo  through  FY  2014-2015;  and 

WHEREAS,  Amendment  No.  2,  for  the  MOU  extended  the  collaborative  working 
relationship  between  the  SFPUC  and  the  SF  LAFCo  through  FY  2016-2017;  and 

WHEREAS,  Amendment  No.  3,  for  the  MOU  extended  the  collaborative  working 
relationship  between  the  SFPUC  and  the  SF  LAFCo  through  FY  2018-2019;  and 

WHEREAS,  Amendment  No.  4,  for  the  MOU  is  being  requested  to  extend  the 
collaborative  working  relationship  between  the  SFPUC  and  the  SF  LAFCo  through  FY  2019- 
2020; and 

WHEREAS,  Funds  identified  in  the  MOU  between  the  SFPUC  and  SF  LAFCo 
will  continue  to  be  available  from  Project  No.  519782  -  CCA  Project  LAFCO-HHP, 
subject  to  budget  and  appropriation  procedures;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  4  to  the 
Power  Enterprise,  CCA  Project-funded  MOU  between  the  SFPUC  and  the  SF  LAFCo;  and 
authorizes  the  General  Manager  of  the  SFPUC  to  execute  this  amendment,  with  a  term 
extension  of  one  (1)  year,  for  a  total  agreement  duration  of  twelve  (12)  years  through  Fiscal 
Year  2019-2020;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  authorizes  the  General  Manager  to 
submit  the  proposed  amendment  to  the  Board  of  Supervisors  for  approval  pursuant  to  Charter 
Section  9. 1 18  because  the  term  of  the  agreement  has  exceeded  10  years. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  14,  201n 


Secretary,  Public  Utilities  Commission 


■ 
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San  Francisco 

Water  Power  Sewer 

Services  of  the  San  Francisco  Public  Utilities  Commission 


San  Francisco  public  utilities  Commission 

City  and  County  of  San  Francisco 
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Mayor 


AGENDA 

Tuesday,  May  28,  2019 
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1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 
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Anson  Moran 
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Tim  Paulson 


Harlan  L.  Kelly,  Jr. 

General  Manager 


Donna  Hood 

Secretary 


For  information,  contact  the  Commission  Secretary  at  415-554-3165 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site: 
www.sfwater.ora 

Gavel-to-Gavel  coverage  available  at: 
http://sanfrancisco.aranicus.comA/iewPublisher.php7view  id=22 


Accessible  Meeting  Policy:  The  San  Francisco  Public  Utilities  Commission  meeting  will  be  held  in  Room  400, 
at  1  Dr.  Carlton  B.  Goodlett  Place  (400  Van  Ness  Ave.),  San  Francisco,  CA.  The  closest  accessible  BART 
station  is  the  Civic  Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible  MUNI  lines  serving  this 
location  are:  MUNI  Metro  Lines  J-Church,  K-Ingleside,  L-Taraval,  M-Ocean  View,  N-Judah  and  T-Third  at  Van 
Ness  and  Civic  Center  Stations;  F-Market;  19-Polk,  47-Van  Ness;  49-Mission-Van  Ness;  5-Fulton;  6-Parnassus, 
21-Hayes;  9-San  Bruno;  and  7-Haight  Noriega.  For  information  about  MUNI  accessible  services  call  701.4485. 

The  meeting  room  is  wheelchair  accessible.  Accessible  curbside  parking  spaces  have  been  designated  on  the 
Van  Ness  Avenue  and  McAllister  Street  perimeters  of  City  Hall  for  mobility-impaired  persons.  There  is 
accessible  parking  available  within  the  Civic  Center  Underground  Parking  Garage  at  the  corner  of  McAllister 
and  Polk  Streets,  and  within  the  Performing  Arts  Parking  Garage  at  Grove  and  Franklin  Streets. 

To  obtain  a  disability-related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain  meeting 
materials  in  alternative  format,  please  contact  Donna  Hood  at  415.554.3165.  Providing  at  least  72  hours  notice 
will  help  to  ensure  availability.  Written  reports  or  background  materials  for  calendar  items  are  available  for 
public  inspection  and  copying  at  525  Golden  Gate  Ave.,  13th  Floor  during  regular  business  hours  and  are 
available  on-line  at  http://www.  sfwater.org/index.  aspx?paqe=1 67. 

To  assist  the  City’s  efforts  to  accommodate  persons  with  severe  allergies,  environmental  illnesses,  multiple 
chemical  sensitivity  or  related  disabilities,  attendees  at  public  meetings  are  reminded  that  other  attendees  may 
be  sensitive  to  various  chemical  based  products.  Please  help  the  City  to  accommodate  these  individuals. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are  prohibited 
at  this  meeting.  Please  be  advised  that  the  President  may  order  the  removal  from  the  meeting  room  of  any 
person(s)  responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other  similar  sound-producing 
electronic  devices. 

Know  Your  Rights  Under  the  Sunshine  Ordinance:  Government's  duty  is  to  serve  the  public,  reaching  its 
decision  in  full  view  of  the  public.  Commissions,  boards,  councils  and  other  agencies  of  the  City  and  County 
exist  to  conduct  the  people's  business.  This  ordinance  assures  that  deliberations  are  conducted  before  the 
people  and  that  City  operations  are  open  to  the  people's  review.  For  more  information  on  your  rights  under 
the  Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance,  contact  Administrator,  by  mail  to  Sunshine 
Ordinance  Task  Force,  1  Dr.  Carlton  B.  Goodlett  Place,  Room  244,  San  Francisco,  CA  94102,4689;  by 
phone  at  554.7724;  by  fax  at  554.7854;  or  by  email  at  sotf@sfgov.org. 

Copies  of  the  Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San 
Francisco  Public  Library  and  on  the  City's  website  at  http://www.sfgov.org. 
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Lobbyist  Registration  and  Reporting  Requirements:  Individuals  and  entities  that  influence  or  attempt  to 
influence  local  legislative  or  administrative  action  may  be  required  by  the  San  Francisco  Lobbyist  Ordinance  [SF 
Campaign  &  Governmental  Conduct  Code  §2.100]  to  register  and  report  lobbying  activity.  For  more  information 
about  the  Lobbyist  Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van  Ness  Avenue, 
Suite  220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax  (415)  252-3112;  web  site  at 
www.sfqov.org/ethics. 

CEQA  Appeal  Rights  under  Chapter  31  of  the  San  Francisco  Administrative  Code  If  the  Commission’s 
action  on  a  project  constitutes  the  Approval  Action  for  that  project  (as  defined  in  S.F.  Administrative  Code 
Chapter  31,  as  amended,  Board  of  Supervisors  Ordinance  Number  161-13),  then  the  CEQA  determination 
prepared  in  support  of  that  Approval  Action  is  thereafter  subject  to  appeal  within  the  time  frame  specified  in  S.  F. 
Administrative  Code  Section  31.16.  Typically,  an  appeal  must  be  filed  within  30  calendar  days  of  the  Approval 
Action  for  a  project  that  has  received  an  exemption  or  negative  declaration  pursuant  to  CEQA.  For  information 
on  filing  an  appeal  under  Chapter  31 ,  contact  the  Clerk  of  the  Board  of  Supervisors  at  City  Hall,  1  Dr.  Carlton  B. 
Goodlett  Place,  Room  244,  San  Francisco,  CA  94102,  or  call  (415)  554-5184.  If  the  Planning  Department’s 
Environmental  Review  Officer  has  deemed  a  project  to  be  exempt  from  further  environmental  review,  an 
exemption  determination  has  been  prepared  and  can  be  obtained  on-line  at  http://www.sf- 
planninq.org/index. aspx?paqe=3447. Under  CEQA,  in  a  later  court  challenge,  a  litigant  may  be  limited  to  raising 
only  those  issues  previously  raised  at  a  hearing  on  the  project  or  in  written  correspondence  delivered  to  the 
Board  of  Supervisors,  Planning  Commission,  Planning  Department  or  San  Francisco  Public  Utilities 
Commission  at,  or  prior  to,  such  hearing,  or  as  part  of  the  appeal  hearing  process  on  the  CEQA  decision. 


ORDER  OF  BUSINESS 


1.  Call  to  Order 

2.  Roll  Call 

3.  Approval  of  the  Minutes  of  May  14,  2019 

4.  General  Public  Comment  (discussion  only) 

Members  of  the  public  may  address  the  Commission  on  matters  that  are 

within  the  Commission’s  jurisdiction  and  are  not  on  today’s  agenda. 

5.  Communications  (discussion  only) 

a)  Advance  Calendar 

b)  Correspondence  Log 

c)  Water  Supply  Conditions  Update 

6.  Report  of  the  General  Manager  (discussion  only) 

a)  CleanPowerSF  Update  and  Rates  Implementation  Proposal 

b)  Hetch  Hetchy  Capital  Improvement  Program  Quarterly  Report 

c)  Quarterly  Audit  and  Performance  Review  Report 

i.  Audited  Financial  Statements,  FY  2017-18:  Water  Enterprise, 
Wastewater  Enterprise,  Hetch  Hetchy  Water  and  Power  and 
CleanPowerSF 

ii.  Comprehensive  Annual  Financial  Report 

iii.  Popular  Annual  Financial  Report 

iv.  2014  Transportation  and  Road  Improvement  Bond  Audit 

d)  Report  on  Recent  San  Francisco  Public  Utilities  Commission  Activities, 

Events  and  Announcements 

7.  Other  Commission  Business  (discussion  only) 

The  following  matters  before  the  San  Francisco  Public  Utilities  Commission  are 
recommended  for  action  as  stated  by  the  General  Manager  and  City  Attorney, 
where  applicable.  Explanatory  documents  provided  to  the  Commission  in 
connection  with  this  agenda  are  available  for  public  inspection  and  copying  at 
the  Office  of  the  Commission  Secretary,  525  Golden  Gate  Avenue,  13th  Floor, 
San  Francisco,  CA  94102;  Telephone:  (415)  554-3165;  Fax:  (415)  554-3424; 
and  are  available  on-line  at  http://www. sfwater. org/index. aspx ?page-1 6 7 

CONSENT  CALENDAR 

8.  All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to  be 
routine  by  the  San  Francisco  Public  Utilities  Commission  and  will  be  acted  upon 
by  a  single  vote  of  the  Commission.  There  will  be  no  separate  discussion  of 
these  items  unless  a  member  of  the  Commission  or  the  public  so  requests,  in 
which  event  the  matter  will  be  removed  from  the  Calendar  and  considered  as  a 
separate  item. 


190095 


a)  Accept  work  performed  by  Big  Valley  Electric  for  Contract  No.  HH-988R, 
Kirkwood  Penstock  Short  Term  Risk  Reduction  Measures;  approve 
Modification  No.  4  (Final),  decreasing  the  contract  amount  by  $175,027,  for 
a  total  contract  amount  of  $1 ,157,750,  and  increasing  the  contract  duration 
by  165  consecutive  calendar  days  (approximately  five  months),  for  a  total 
contract  duration  of  530  consecutive  calendar  days  (approximately  one  year 
and  six  months);  and  authorize  final  payment  to  the  contractor.  (How) 


b)  Approve  Modification  No.  1  to  Job  Order  Contract,  JOC-68,  Micro-LBE, 
Landscaping  (C-27  License)  for  San  Francisco,  San  Mateo,  Santa  Clara 
and  Alameda  Counties  with  Korotkin  Associates,  to  construct,  maintain, 
repair  and  install  landscaping  systems  on  San  Francisco  Public  Utilities 
190098  Commission  watersheds  and  other  City-owned  property,  increasing  the 
contract  duration  by  three  years,  for  a  total  contract  duration  of  five  years, 
with  no  change  to  the  contract  amount,  as  allowed  under  the  San  Francisco 
Administrative  Code  6.62.  (How) 


c)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WD-2614,  8- 
190096  Inch  Ductile  Iron  Water  Main  Replacement  on  Green  Street  from  Gough 
Street  to  Broderick  Street,  in  the  amount  of  $3,099,469,  with  a  duration  of 
495  consecutive  calendar  days  (approximately  one  year  and  five  months), 
to  the  qualified  and  responsible  bidder  with  the  lowest  responsive  bid, 
Cratus,  Inc.  This  action  constitutes  the  Approval  Action  for  the  project  for  the 
purposes  of  the  California  Environmental  Quality  Act,  pursuant  to  Section 
31 .04  (h)  of  the  San  Francisco  Administrative  Code.  (How) 


190037 


d)  Approve  an  increase  of  $819,475  to  the  existing  contract  cost  contingency 
for  Contract  No.  WW-656,  As-Needed  Spot  Sewer  Replacement  No.  37; 
and  authorize  the  General  Manager  to  approve  future  modifications  to  the 
contract  for  a  total  contract  amount  of  up  to  $9,837,557,  with  no  change  to 
the  contract  duration.  (How) 


REGULAR  CALENDAR 


9. 

190099 


Approve  the  terms  and  conditions  of,  and  authorize  the  General  Manager  to 
seek  approval  from  the  Board  of  Supervisors  and  Mayor  to  execute  a 
Memorandum  of  Agreement  with  the  City  of  Mountain  View,  with  a  term  of  up 
to  20  years,  providing  for  the  SFPUC’s  issuance  to  Mountain  View  of  eight 
revocable  licenses  for  use  of  SFPUC  lands  for  public  recreational  purposes  in 
exchange  for  Mountain  View’s  grant  to  the  SFPUC  of  nine  easements  and 
Mountain  View’s  agreement  to  maintain  SFPUC  Parcel  199-A  in  Mountain  View 
and  remove  29  trees  on  certain  other  SFPUC  parcels  in  Mountain  View,  subject 
to  Board  of  Supervisors  approval  pursuant  to  Charter  Section  9.118.  (Carlin) 


1 0.  Adopt  a  finding  of  surplus  property  for  an  easement  reserved  to  the  San 
f  Q 0 1  On  Francisco  Public  Utilities  Commission  for  a  fire  hydrant  and  waterline 
‘ U  encumbering  San  Francisco  Assessor’s  Block  8719  Lot  006,  located  in  the 
Mission  Rock  Project  site  presently  under  the  jurisdiction  of  the  Port  of  San 
Francisco;  and  authorize  the  General  Manager  to  execute  any  documents 
terminating  the  SFPUC’s  interests  in  the  easement,  subject  to  the  Board  of 
Supervisors’  approval.  (Carlin) 


San  Francisco  Public  Utilities  Commission 
525  Golden  Gate  Avenue,  13™  Floor 
San  Francisco,  CA  94102 


. 


■ 


■ 


11. 


190101 


12. 

190102 


13. 

190103 

190ltf4 

15. 

190105 
190106  16 

17. 

130107 


Approve  Amendment  No.  4  to  Agreement  No.  CS-991,  Preliminary  Design  and 
Environmental  Services,  Power  Transmission  Project,  with  URS  Corporation 
Americas,  to  continue  providing  design  and  technical  support  services  for  the 
Bay  Corridor  Transmission  and  Distribution  Project;  and  authorize  the  General 
Manager  to  execute  this  amendment  increasing  the  agreement  amount  by 
$4,000,000  and  extend  the  agreement  duration  by  two  years  and  eight  months, 
for  a  total  agreement  amount  of  $1 1 ,500,000  and  a  total  agreement  duration  of 
1 1  years  and  eight  months;  and  to  execute  a  name  change  from  URS 
Corporation  Americas  to  URS  Corporation,  subject  to  Board  of  Supervisors 
approval  pursuant  to  Charter  Section  9.118.  (Abueg) 

Adopt  the  proposed  Wholesale  Revenue  Requirement  and  rate  schedule  for 
FYE  2020,  as  applied  to  meter  readings  on  or  after  July  1 , 2019,  in  accordance 
with  the  terms  of  the  2009  Water  Supply  Agreement  between  the  City  and 
County  of  San  Francisco  and  the  Wholesale  Customers,  which  was  approved 
on  April  28,  2009  by  Commission  Resolution  No.  09-0069,  and  amended  and 
restated  on  December  11, 2018  by  Commission  Resolution  No.  18-0212. 

(Sandler) 

Approve  the  Water  Supply  Assessment  for  the  proposed  655  4th  Street 
Project,  pursuant  to  the  State  of  California  Water  Code  Section  10910  et  seq., 
California  Environmental  Quality  Act  (CEQA)  Section  21151.9,  and  CEQA 
Guidelines  Section  15155.  (Ritchie) 

Approve  the  Water  Supply  Assessment  for  the  proposed  88  Bluxome  Street 
Project,  pursuant  to  the  State  of  California  Water  Code  Section  10910  et  seq., 
California  Environmental  Quality  Act  (CEQA)  Section  21151.9,  and  CEQA 
Guidelines  Section  15155.  (Ritchie) 

Approve  the  Water  Supply  Assessment  for  the  proposed  Balboa  Reservoir 
Project,  pursuant  to  the  State  of  California  Water  Code  Section  10910  et  seq., 
California  Environmental  Quality  Act  (CEQA)  Section  21151 .9,  and  CEQA 
Guidelines  Section  15155.  (Ritchie) 

Approve  the  Revised  Water  Supply  Assessment  for  the  proposed  598 
Brannan  Street  Project,  pursuant  to  the  State  of  California  Water  Code  (Water 
Code)  Section  10910  et  seq.,  California  Environmental  Quality  Act  (CEQA) 
Section  21151 .9,  and  CEQA  Guidelines  Section  15155.  (Ritchie) 

Approve  the  Revised  Water  Supply  Assessment  for  the  proposed  630-698 
Brannan  Street  (Flower  Mart)  Project,  pursuant  to  the  State  of  California 
Water  Code  (Water  Code)  Section  10910  et  seq.,  California  Environmental 
Quality  Act  (CEQA)  Section  21151 .9,  and  CEQA  Guidelines  Section  1 51 55. 

(Ritchie) 


18.  Workshop:  Overview  of  the  Sewer  System  Improvement  Program  (SSIP) 
including  environmental  justice  analysis  and  workforce  development  strategies, 
(discussion  only)  (How) 


1 9.  Authorize  the  General  Manager  to  designate:  (1 )  a  specific  brand  of  thermal 
hydrolysis  system,  from  Cambi®;  and  (2)  a  specific  brand  of  gas  turbine  from 
Solar  Turbines,  as  necessary  items  only  available  from  one  source  in  the 

1 9 0  1 0  B  contract  specifications  for  Contract  No.  WW-647R,  Southeast  Water  Pollution 
Control  Plant  Biosolids  Digester  Facilities  Project,  pursuant  to  San  Francisco 
Administrative  Code  Section  6.73(e)(1);  and  authorize  the  General  Manager  to 
seek  approval  from  the  purchaser  to  negotiate  and  execute  sole  source  service 
agreements  with  Cambi  and  Solar  Turbines  pursuant  to  San  Francisco 
Administrative  Code  Section  21 .5(b).  (How) 

20.  Public  Comment  on  matters  to  be  addressed  during  Closed  Session 

21 .  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters 
listed  below  as  Conference  with  Legal  Counsel 

The  Commission  will  go  into  Closed  Session  to  discuss  the  following  items: 

22.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1 )  (discussion  only)  (Mueller) 

Existing  Litigation 

Pacific  Gas  &  Electric  Corporation 

Case  No.  19-30088/Date  Filed:  January  29,  2019 

Case  No.  19-30089/Date  Filed:  January  29,  2019 

United  States  Bankruptcy  Court,  Northern  District  of  California 

Following  Closed  Session,  the  Commission  will  reconvene  in  Open  Session 

23.  Announcement  Following  Closed  Session 

24.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session 
pursuant  to  San  Francisco  Administrative  Code  Section  67.12  (a) 

25.  Other  New  Business  (discussion  only) 

26.  Adjournment 
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1 .  Call  to  Order 

President  Caen  called  the  meeting  to  order  at  1:33  PM. 

2.  Roll  Call 

Present:  Caen,  Vietor  and  Moran 

President  Caen  announced  that  the  Commission  will  call  Closed  Session  out 
of  order,  after  General  Public  Comment. 

3.  Approval  of  the  Minutes  of  May  14,  2019 

On  Motion  to  approve  the  Minutes  of  May  14,  2019: 

Aye:  Caen,  Vietor,  and  Moran 

No  public  comment. 

4.  General  Public  Comment 

-  Francisco  DaCosta  discussed  “career  jobs”,  the  Sewer  System 
Improvement  (SSIP)  Project,  SSIP  Task  Force,  and  the  Community 
Benefits  Program. 

-  Ann  Clark  provided  comments  regarding  the  proposed  Balboa  Reservoir 
project.  She  distributed  those  comments  in  writing. 

-  Harry  Bernstein  endorsed  the  comments  made  by  Ms.  Clark.  He 
discussed  the  proposed  Balboa  Reservoir  project. 

Commissioner  Paulson  arrived  at  1:41  PM. 

The  Commission  Secretary  read  Closed  Session  Item  No.  22. 

20.  Public  comment  on  matters  to  be  addressed  during  Closed  Session. 

None. 

21 .  On  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the 

matters  listed  below  as  Conference  with  Legal  Counsel 

On  motion  to  assert: 

Ayes:  Caen,  Vietor,  Moran,  and  Paulson 

The  Commission  entered  Closed  Session  at  1:44  PM. 

Commissioner  Maxwell  arrived  at  1:49  PM. 

22.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)(1)  and  San  Francisco  Administrative  Code  Section 

67.10  (d)  (1) 

Existing  Litigation 

Pacific  Gas  &  Electric  Corporation 

Case  No.  19-30088/Date  Filed:  January  29,  2019 
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Case  No.  19-30089/Date  Filed:  January  29,  2019 

United  States  Bankruptcy  Court,  Northern  District  of  California 

The  Commission  exited  Closed  Session  at  3:09  PM. 

23.  Announcement  following  Closed  Session 
None. 

24.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session 

pursuant  to  San  Francisco  Administrative  Code  Section  67.12  (a) 

On  motion  not  to  disclose: 

Ayes:  Caen,  Vietor,  Moran,  Maxwell  and  Paulson 

The  Commission  reconvened  in  open  session. 

5.  Communications 

a)  Advance  Calendar 

b)  Correspondence  Log 

c)  Water  Supply  Conditions  Update 

No  public  comment. 

6.  Report  of  the  General  Manager  (GM) 

a)  CleanPowerSF  (CPSF)  Update  and  Rates  Implementation  Proposal 

Presentation 

Mike  Hyams,  CPSF  Director,  began  the  update  noting  there  are  more 
than  400,000  active  customer  accounts.  He  stated  the  opt-out  rate  is  at 
3.1%,  and  the  SuperGreen  upgrade  rate  is  at  1.6%. 

Director  Hyams  presented  the  Rates  Implementation  Proposal:  (1) 
Background;  (2)  Rate  implementation  will  be  consistent  with  Commission 
rate  objectives;  (3)  Rates  implementation  proposal  -  Adjust  CPSF  Green 
rates  to  realign  with  PG&E  rates  to  ensure  consistent  margin  of  savings 
within  customer  class;  and  set  PCIA  credit  to  zero  in  rate  formula;  (4) 
Residential  average  bill  comparison  between  PG&E  default  vs.  CPSF 
“Green”;  (5)  Financial  impact  of  proposed  rate  adjustment  -  increases 
projected  FYE  2020  revenue  from  $212.9M  in  budget  to  $225. 5M,  and 
improves  progress  towards  program  reserve  target;  and  (6)  Schedule. 

No  public  comment. 

b)  Pletch  Hetchv  Capital  Improvement  Program  Quarterly  Report 

Dan  Wade,  Director  Water  Capital  Programs,  provided  highlights  of  the 
reporting  period:  (1)  Mountain  Tunnel  Interim  Repairs  Phase  2;  (2) 
Mountain  Tunnel  Improvements;  (3)  Warnerville  Substation 
Rehabilitation;  and  (4)  2018  March  storm  damage  emergency  repairs 
and  interim  improvements. 
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Public  Comment 

-  Tom  Francis,  Bay  Area  Water  Supply  Conservation  Agency 
(BAWSCA),  thanked  Mr.  Wade  for  including  financial  information. 

c)  Quarterly  Audit  and  Performance  Review  Report 

i.  Audited  Financial  Statements.  FY  2017-18:  Water  Enterprise, 

Wastewater  Enterprise,  Hetch  Hetchv  Water  and  Power  and 

CleanPowerSF 

ii.  Comprehensive  Annual  Financial  Report 

iii.  Popular  Annual  Financial  Report 

iv.  2014  Transportation  and  Road  Improvement  Bond  Audit 
Charles  Perl,  Deputy  CFO,  presented  a  summary  of  38  audits  and 
assessments  conducted  year-to-date,  with  45%  completed,  34  in¬ 
progress,  and  21  scheduled.  He  noted  those  scheduled  for  the  fourth 
quarter  and  reviewed  open  audits  and  recommendations. 

No  public  comment. 

d)  Report  on  Recent  San  Francisco  Public  Utilities  Commission  Activities, 

Events  and  Announcements 

GM  Kelly  stated  the  annual  SFPUC  Golden  Pride  Award  ceremony  will 
begin  at  6  PM. 

7.  Other  Commission  Business 
None. 


8.  Consent  Calendar 

Susan  Karasoff,  California  Native  Plant  Society,  requested  item  8b  be  removed 
for  discussion. 


a) 


Accept  work  performed  by  Big  Valley  Electric  for  Contract  No.  HH-988R, 


Kirkwood  Penstock  Short  Term  Risk  Reduction  Measures;  approve 
Modification  No.  4  (Final),  decreasing  the  contract  amount  by  $175,027,  for 


a  total  contract  amount  of  $1,157.750,  and  increasing  the  contract  duration 


bv  165  consecutive  calendar  days,  for  a  total  contract  duration  of  530 


consecutive  calendar  days;  and  authorize  final  payment  to  the  contractor. 
(Resolution  19-0095) 


b)  Approve  Modification  No.  1  to  Job  Order  Contract,  JOC-68,  Micro-LBE, 
Landscaping  (C-27  License)  for  San  Francisco.  San  Mateo,  Santa  Clara 

and  Alameda  Counties  with  Korotkin  Associates,  to  construct,  maintain, 

repair  and  install  landscaping  systems  on  San  Francisco  Public  Utilities 

Commission  watersheds  and  other  City-owned  property,  increasing  the 

contract  duration  bv  three  years,  for  a  total  contract  duration  of  five  years, 

with  no  change  to  the  contract  amount,  as  allowed  under  the  San  Francisco 
Administrative  Code  6.62.  (Resolution  19-0098) 
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c)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WD-2614,  8- 

Inch  Ductile  Iron  Water  Main  Replacement  on  Green  Street  from  Gough 

Street  to  Broderick  Street,  in  the  amount  of  $3.099,469,  with  a  duration  of 


495  consecutive  calendar  days,  to  the  qualified  and  responsible  bidder  with 

the  lowest  responsive  bid,  Cratus,  Inc.  This  action  constitutes  the  Approval 

Action  for  the  project  for  the  purposes  of  the  California  Environmental 

Quality  Act,  pursuant  to  Section  31 .04  (h)  of  the  San  Francisco 

Administrative  Code.  (Resolution  19-0096) 


d)  Approve  an  increase  of  $819,475  to  the  existing  contract  cost  contingency 

for  Contract  No.  WW-656,  As-Needed  Spot  Sewer  Replacement  No.  37; 

and  authorize  the  General  Manager  to  approve  future  modifications  to  the 

contract  for  a  total  contract  amount  of  up  to  $9,837,557,  with  no  change  to 

the  contract  duration.  (Resolution  19-0097) 


No  public  comment  on  items  8a,  8c,  and  8d: 

On  Motion  to  approve  Consent  Calendar  items  8a,  8c,  and  8d: 

Aye:  Caen,  Vietor,  Moran,  Maxwell  and  Paulson 

Public  Comment  -  Item  8b 

-  Susan  Karasoff,  California  Native  Plant  Society,  requested  that  native 
plants  be  mandated  rather  than  just  drought  tolerant  plants. 


On  Motion  to  approve  Consent  Calendar  item  8b: 
Aye:  Caen,  Vietor,  Moran,  Maxwell  and  Paulson 


9.  Approve  the  terms  and  conditions  of,  and  authorize  the  General  Manager  to 

seek  approval  from  the  Board  of  Supervisors  and  Mayor  to  execute  a 
Memorandum  of  Agreement  with  the  City  of  Mountain  View,  with  a  term  of  up  to 

20  years,  providing  for  the  SFPUC’s  issuance  to  Mountain  View  of  eight 

revocable  licenses  for  use  of  SFPUC  lands  for  public  recreational  purposes  in 

exchange  for  Mountain  View’s  grant  to  the  SFPUC  of  nine  easements  and 

Mountain  View’s  agreement  to  maintain  SFPUC  Parcel  199-A  in  Mountain  View 

and  remove  29  trees  on  certain  other  SFPUC  parcels  in  Mountain  View,  subject 

to  Board  of  Supervisors  approval  pursuant  to  Charter  Section  9.118.  (Resolution 
19-0099) 

Tony  Bardo,  Assistant  Real  Estate  Director,  introduced  the  item  and  requested 
approval. 


No  public  comment. 

On  Motion  to  approve  Item  9: 

Aye:  Caen,  Vietor,  Moran,  Maxwell  and  Paulson 

10.  Adopt  a  finding  of  surplus  property  for  an  easement  reserved  to  the  San 

Francisco  Public  Utilities  Commission  for  a  fire  hydrant  and  waterline 


encumbering  San  Francisco  Assessor’s  Block  8719  Lot  006,  located  in  the 

Mission  Rock  Project  site  presently  under  the  jurisdiction  of  the  Port  of  San 

Francisco;  and  authorize  the  General  Manager  to  execute  any  documents 

terminating  the  SFPUC’s  interests  in  the  easement,  subject  to  the  Board  of 

Supervisors’  approval.  (Resolution  19-0100) 

No  public  comment. 


On  Motion  to  approve  Item  10: 

Aye:  Caen,  Vietor,  Moran,  Maxwell  and  Paulson 


1 1 .  Approve  Amendment  No.  4  to  Agreement  No.  CS-991 ,  Preliminary  Design  and 

Environmental  Services.  Power  Transmission  Project,  with  URS  Corporation 

Americas,  to  continue  providing  design  and  technical  support  services  for  the 

Bay  Corridor  Transmission  and  Distribution  Project;  and  authorize  the  General 

Manager  to  execute  this  amendment  increasing  the  agreement  amount  by 

$4,000,000  and  extend  the  agreement  duration  by  two  years  and  eight  months, 


for  a  total  agreement  amount  of  $1 1 ,500,000  and  a  total  agreement  duration  of 


1 1  years  and  eight  months;  and  to  execute  a  name  change  from  URS 

Corporation  Americas  to  URS  Corporation,  subject  to  Board  of  Supervisors 

approval  pursuant  to  Charter  Section  9.1 18.  (Resolution  19-0101) 


No  public  comment. 

On  Motion  to  approve  Item  1 1: 

Aye:  Caen,  Vietor,  Moran,  Maxwell  and  Paulson 

12.  Adopt  the  proposed  Wholesale  Revenue  Reguirement  and  rate  schedule  for 

FYE  2020,  as  applied  to  meter  readings  on  or  after  July  1 , 2019,  in  accordance 

with  the  terms  of  the  2009  Water  Supply  Agreement  between  the  City  and 

County  of  San  Francisco  and  the  Wholesale  Customers,  which  was  approved 

on  April  28,  2009  by  Commission  Resolution  No.  09-0069,  and  amended  and 

restated  on  December  11, 2018  by  Commission  Resolution  No.  18-0212. 

(Resolution  19-0102) 

Deputy  CFO  Perl  discussed:  (1)  rate  setting  schedule;  (2)  proposed  wholesale 
rate  components;  (3)  calculation  of  volumetric  charges  for  water  delivered 
(based  on  three  variables);  (4)  wholesale  water  sales  projections;  and  (5) 
historic  and  projected  rate  increases. 

Public  Comment 

Tom  Francis,  BAWSCA,  expressed  support  the  resolution. 


On  Motion  to  approve  Item  12: 

Aye:  Caen,  Vietor,  Moran,  Maxwell  and  Paulson 

The  Commission  Secretary  read  items  13  through  17  together  and  noted 
correspondence  received  from  Alvin  Ja,  and  Jean  Barish  regarding  item  #15. 
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13.  Approve  the  Water  Supply  Assessment  (WSA)  for  the  proposed  655  4th  Street 

Project,  pursuant  to  the  State  of  California  Water  Code  Section  10910  et  sea., 

California  Environmental  Quality  Act  (CEQA)  Section  21151 .9,  and  CEQA 

Guidelines  Section  15155.  (Resolution  19-0103) 

14.  Approve  the  Water  Supply  Assessment  for  the  proposed  88  Bluxome  Street 

Project,  pursuant  to  the  State  of  California  Water  Code  Section  10910  et  sea., 

California  Environmental  Quality  Act  Section  21151.9,  and  CEQA  Guidelines 

Section  15155.  (Resolution  19-0104) 

15.  Approve  the  Water  Supply  Assessment  for  the  proposed  Balboa  Reservoir 

Project,  pursuant  to  the  State  of  California  Water  Code  Section  10910  et  sea., 

California  Environmental  Quality  Act  Section  21151 .9,  and  CEQA  Guidelines 

Section  15155.  (Resolution  19-0105) 

16.  Approve  the  Revised  Water  Supply  Assessment  for  the  proposed  598  Brannan 

Street  Project,  pursuant  to  the  State  of  California  Water  Code  Section  10910  et 

sea.,  California  Environmental  Quality  Act  Section  21 1 51 .9,  and  CEQA 

Guidelines  Section  15155.  (Resolution  19-0106) 

17.  Approve  the  Revised  Water  Supply  Assessment  for  the  proposed  630-698 
Brannan  Street  (Flower  Mart)  Project,  pursuant  to  the  State  of  California  Water 

Code  Section  10910  et  sea.,  California  Environmental  Quality  Act  Section 

21151 .9,  and  CEQA  Guidelines  Section  15155.  (Resolution  19-0107) 

Steve  Ritchie,  Assistant  General  Manager  (AGM),  Water  Enterprise,  introduced 
the  items.  He  noted  four  items  were  carried-over  from  the  May  28th  agenda  and 
one  is  new.  He  discussed  the  requirement  for  the  WSAs  and  reviewed  the 
specific  approval  actions  being  requested. 

AGM  Ritchie  presented  minor  changes  to  the  l/VSAs  to  ensure  consistency. 
Copies  of  the  changes  were  distributed  to  the  Commission  and  made  available 
to  the  public. 

Commissioner  Moran  indicated  the  changes  he  requested  at  the  last  meeting 
have  been  implemented  and  he  is  satisfied. 

AGM  Ritchie  responded  to  a  question  from  President  Caen  and  a  follow-up 
question  from  Vice  President  (VP)  Vietor  as  to  the  presentation  of  the  three 
scenarios  to  the  Planning  Commission. 

VP  Vietor  questioned  AGM  Ritchie  as  to  the  timing  of  resolution  for  the  voluntary 
agreement. 

AGM  Ritchie  responded  to  a  request  from  Commissioner  Maxwell  regarding  the 
Bay  Delta  Plan  and  voluntary  agreement. 


SFPUG  MINUTES 
MAY  28,  2019 


7 


Public  Comment  item  13: 

Peter  Drekmeier,  Tuolumne  River  Trust  (TRT),  offered  to  meet  with 
Commissioner  Maxwell.  He  thanked  the  Commission  for  taking  time  to  look 
at  the  l/lAS/4s  and  for  the  staff  response  to  TRT’s  concerns.  He  questioned 
the  approval  of  l/l/S/4s  with  the  possibility  of  rationing.  He  presented  a 
historical  graph  of  the  Tuolumne  River  Flow. 

VP  Vietor  requested  a  briefing  on  the  design  drought.  GM  Kelly  discussed 
previous  conversations  and  briefings  held  on  the  design  drought.  Brief 
discussion  ensued. 

Public  Comment  item  14: 

Peter  Drekmeier,  TRT,  discussed  the  Delta  Reform  Act  and  the  subsequent 
update  to  the  Bay  Delta  Water  Quality  Control  Plan.  He  presented  his 
opinions  on  flaws  in  the  design  drought. 

-  Madeline  Mueller  asked  if  the  project  sizes  are  equal. 

Public  Comment  item  15: 

-  Madeline  Mueller  discussed  the  projected  water  supply  for  the  Balboa 
Reservoir  project.  She  requested  postponement  of  the  item. 

Tomasita  Medal  requested  postponement  of  the  item  so  the  needs  of  all 
other  large  project  water  assessments  can  be  completed. 

AGM  Ritchie  responded  to  a  question  from  VP  Vietor  as  to  whether  there  is 
aggregated  tracking  of  the  l/l/S>4s.  AGM  Ritchie  responded  to  a  follow-up 
question  from  Commissioner  Maxwell  regarding  housing  and  supply  availability. 

-  Harry  Bernstein  thanked  Commissioner  Maxwell  for  her  comments.  He 
stated  understanding  the  design  drought  is  critical.  He  noted  the  need  for 
healthy  river  flows. 

No  public  comment  on  items  16  and  1 7. 

VP  Vietor  proposed  the  following  amendment  to  the  ninth  “Whereas”  clause  in 
the  resolutions  for  items  13  through  17:  Whereas,  On  March  26,  2019  by 
Resolution  No.  19-0057,  this  Commission  endorsed  the  SFPUC’s  continued 
participation  in  the  voluntary  agreement  negotiation  process  and  stated  its  intent 
that  the  terms  of  any  final  voluntary  agreement  would  allow  SFPUC  improve  the 
health  of  the  fisheries  and  maintain  the  reliability  of  its  water  supply  including  4o 

maintain  including  maintenance  of  its  level  of  service  (LOS)  goal  of  no  more 
than  20%  system-wide  rationing;  and 

At  the  request  of  Commissioner  Maxwell,  AGM  Ritchie  summarized  the  action 
being  requested.  GM  Kelly,  Jr.  provided  additional  comment. 

No  public  comment  on  proposed  amendments. 
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On  Motion  to  approve  item  13  as  amended  (ninth  Whereas  clause  and  staff 
modifications  to  the  WSAs): 

Aye:  Caen,  Vietor,  Moran,  Maxwell  and  Paulson 

On  Motion  to  approve  item  14  as  amended  (ninth  Whereas  clause  and  staff 
modifications  to  the  1/1/SAs,); 

Aye:  Caen,  Vietor,  Moran,  Maxwell  and  Paulson 

On  Motion  to  approve  item  15  as  amended  (ninth  Whereas  clause  and  staff 
modifications  to  the  WSAs,); 

Aye:  Caen,  Vietor,  Moran,  Maxwell  and  Paulson 

On  Motion  to  approve  item  16  as  amended  (ninth  Whereas  clause  and  staff 
modifications  to  the  1/l/SAsj: 

Aye:  Caen,  Vietor,  Moran,  Maxwell  and  Paulson 

On  Motion  to  approve  item  1 7  as  amended  (ninth  Whereas  clause  and  staff 
modifications  to  the  WSAs): 

Aye:  Caen,  Vietor,  Moran,  Maxwell  and  Paulson 

President  Caen  requested  that  item  18  be  continued  to  June  11,  2019. 

18.  Workshop:  Overview  of  the  Sewer  System  Improvement  Program  (SSIP) 
including  environmental  justice  analysis  and  workforce  development  strategies. 

19.  Authorize  the  General  Manager  to  designate:  (1)a  specific  brand  of  thermal 

hydrolysis  system,  from  Cambi®;  and  (2)  a  specific  brand  of  gas  turbine  from 

Solar  Turbines,  as  necessary  items  only  available  from  one  source  in  the 

contract  specifications  for  Contract  No.  WW-647R,  Southeast  Water  Pollution 

Control  Plant  Biosolids  Digester  Facilities  Project,  pursuant  to  San  Francisco 

Administrative  Code  Section  6.73(e)(1);  and  authorize  the  General  Manager  to 

seek  approval  from  the  purchaser  to  negotiate  and  execute  sole  source  service 

agreements  with  Cambi  and  Solar  Turbines  pursuant  to  San  Francisco 

Administrative  Code  Section  21.5(b).  (Resolution  19-0108) 

Carolyn  Chiu,  Project  Manager,  presented  the  item  and  requested  Commission 
approval. 

No  public  comment. 

On  Motion  to  approve  Item  19: 

Aye:  Caen,  Vietor,  Moran,  Maxwell  and  Paulson 

25.  Other  New  Business 
None. 

26.  Adjournment 

President  Caen  adjourned  the  meeting  at  4:53  PM. 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0095 


WHEREAS,  Construction  has  been  completed  for  Contract  No.  HH-988R,  Kirkwood 
Penstock  Short  Term  Risk  Reduction  Measures,  by  the  contractor,  Big  Valley  Electric;  and 

WHEREAS,  On  May  9,  2017,  per  Resolution  No.  17-0099,  this  Commission  awarded 
Contract  No.  HH-998R,  Kirkwood  Penstock  Short  Term  Risk  Reduction  Measures,  in  the 
amount  of  $1,277,000,  to  the  qualified  and  responsible  bidder  with  the  lowest  responsive  bid, 
Big  Valley  Electric;  and 

WHEREAS,  The  construction  contract  Notice-to-Proceed  date  was  set  for  August  21, 
2017,  with  an  original  schedule  of  365  consecutive  calendar  days,  and  the  contract  work  was 
completed  on  February  1,  2019,  in  530  consecutive  calendar  days;  and 

WHEREAS,  The  original  contract  amount  was  $1,277,000  and  the  original  contract 
duration  was  365  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  1  was  issued  for  $15,171  to  relocate  a”  total  station”  for 
survey  control,  increasing  the  contract  amount  to  $1,292,171;  and 

WHEREAS,  Modification  No.  2  was  issued  for  $14,819  to  investigate  a  collection  drain 
obstruction,  install  a  local  network  connection  and  provide  a  walkway  to  Total  Station  3, 
increasing  the  contract  amount  to  $1,306,990;  and 

WHEREAS,  Modification  No.  3  was  issued  for  $25,787,  to  build  a  drainage  swale  to 
divert  water  from  Total  Station  3,  increasing  the  contract  amount  to  $1,332,777;  and 

WHEREAS,  Modification  No.  4  (Final)  is  being  requested  to  decrease  the  contract 
amount  by  $175,027  and  to  increase  the  contract  duration  by  165  consecutive  calendar  days  in 
order  to  repair  a  collection  drain  and  to  provide  credits  for  deletion  of  the  specified  couplings 
due  to  unavailability  and  unused  hazardous  material  allowance,  decreasing  the  final  contract 
amount  to  $1,157,750  and  increasing  the  final  contract  duration  to  530  consecutive  calendar 
days;  and 

WHEREAS,  The  Contract  Monitoring  Division  established  a  Local  Business  Enterprise 
(LBE)  subcontracting  requirement  of  20%  for  this  construction  contract,  and  the  final  LBE 
credited  contract  participation  was  29.63%;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUH101.13,  Kirkwood  Penstock; 
now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  accepts  work  performed  by  Big  Valley 
Electric  for  Water  Enterprise  Hetch  Hetchy  10- Year  Capital  Improvement  Program-funded 
Contract  No.  HH-988R,  Kirkwood  Penstock  Short  Term  Risk  Reduction  Measures,  approves 
Modification  No.  4  (Final),  decreasing  the  contract  amount  by  $175,027,  for  a  total  contract 
amount  of  $1,157,750,  and  increasing  the  contract  duration  by  165  consecutive  calendar  days  for 
a  total  contract  duration  of  530  consecutive  calendar  days,  and  authorizes  final  payment  to  the 
contractor. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  28,  201 9. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0096 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  advertised  Water 
Enterprise,  Local  Conveyance/Distribution  System  Program-funded  Contract  No.  WD-2614,  8- 
Inch  Ductile  Iron  Water  Main  Replacement  on  Green  Street  from  Gough  Street  to  Broderick 
Street,  on  November  20,  2018;  and 

WHEREAS,  The  Engineer’s  Estimate  is  $4,300,000  for  this  construction  contract  work  to 
install  approximately  5,000  feet  of  ductile  iron  water  conveyance  pipe  and  ancillary  water 
service  pipe,  curb  ramps,  and  pavement  restoration  work;  and 

WHEREAS,  The  contract  duration  is  495  consecutive  calendar  days;  and 

WHEREAS,  On  June  16,  2015  the  Planning  Department  determined  that  the  Project  is 
statutorily  exempt  under  Section  15284  of  California  Environmental  Quality  Act  CEQA 
Guidelines;  and 

WHEREAS,  The  SFPUC  received  and  publicly  opened  seven  (7)  bids  on  December  20, 
2018; and 

WHEREAS,  Although  Empire  Engineering  &  Construction,  Inc.,  submitted  the  lowest 
responsive  bid,  SFPUC  determined  that  Empire  was  “nonresponsible”  and  Empire  appealed  the 
determination.  The  City  conducted  an  administrative  hearing  on  April  24,  2019  before  a  City- 
appointed  neutral  hearing  officer,  and  in  a  May  6,  2019  written  determination,  the  hearing  officer 
sustained  the  SFPUC’s  determination  that  Empire  was  a  “non-responsible”  bidder  pursuant  to 
Chapter  6  of  the  San  Francisco  Administrative  Code;  and 

WHEREAS,  SFPUC  staff  and  the  Contract  Monitoring  Division  (CMD)  reviewed  the 
bids  for  qualifications,  responsibility,  responsiveness,  and  application  of  bid  preferences,  which 
resulted  in  the  determination  that  Cratus,  Inc.,  was  the  responsible  bidder  that  submitted  the 
lowest  responsive  bid;  and 

WHEREAS,  The  CMD  established  a  Local  Business  Enterprise  (LBE)  subcontracting 
requirement  of  15%  for  this  contract,  and  the  contractor  committed  to  a  LBE  subcontracting 
participation  of  19.21%  with  its  bid  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City’s  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
responible  bidder  that  submitted  the  next  lowest  responsive  bid,  or  in  re-bidding  of  the  contract 
at  the  discretion  of  the  City;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUW280PR67  (10015185),  WD- 
2614,  8-Inch  Ductile  Iron  Water  Main  Replacement  on  Green  Street  from  Gough  Street  to 
Broderick  Street;  and 


WHEREAS,  On  June  16,  2015  the  Planning  Department  determined  that  the  Project  is 
statutorily  exempt  under  Section  15284  of  California  Environmental  Quality  Act  CEQA 
Guidelines;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  Water  Enterprise,  Local  Conveyance/Distribution  System  Program-funded  Contract  No. 
WD-2614,  8-Inch  Ductile  Iron  Water  Main  Replacement  on  Green  Street  from  Gough  Street  to 
Broderick  Street,  in  the  amount  of  $3,099,469,  with  a  duration  of  495  consecutive  calendar  days, 
to  the  qualified  and  responsible  bidder  with  the  lowest  responsive  bid,  Cratus,  Inc. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  28,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


19-0097 


WHEREAS,  On  June  12,  2018,  per  Resolution  No.  18,0100,  this  Commission  approved 
the  award  of  Wastewater  Enteiprise  (WWE),  Renewal  and  Replacement  (R&R)  Program  funded 
Contract  No.  WW-656,  As-Needed  Spot  Sewer  Replacement  No.  37,  to  J,  Flores  Construction 
Company,  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  set  for  October  5, 
2018; and 

WHEREAS,  The  original  contract  amount  was  up  to  $8,198,256  and  the  original  contract 
duration  was  400  consecutive  calendar  days;  and 

WHEREAS,  Section  6.22(h)(1)  of  the  Administrative  Code  requires  that  any  cumulative 
increase  in  contract  cost  or  duration  in  excess  of  10%  of  the  original  contract  cost  or  duration  be 
approved  by  the  Commission;  and 

WHEREAS,  Modification  No.  1  was  issued,  due  to  larger  than  anticipated  amounts  of 
rain,  increasing  the  contract  amount  by  $819,800  to  $9,018,056,  with  no  change  to  the  contract 
duration,  in  order  to  continue  to  perform  as-needed  replacement  of  localized  sections  of  existing 
sewer  lines,  on  short  notice,  at  locations  to  be  determined  with  the  City  of  San  Francisco;  and 
WHEREAS,  An  increase  in  the  contract  cost  contingency  in  the  amount  of  $819,475  is  being 
requested  in  order  to  increase  the  contract  capacity  in  the  event  additional  localized  sewer 
replacement  work  is  needed  prior  to  issuing  Notice-to-Proceed  of  upcoming  Contract  No.  WW- 
686,  As-Needed  Spot  Sewer  Replacement  No.  38,  which  is  anticipated  in  July  2019;  and 


WHEREAS,  The  Contract  Monitoring  Division  established  a  Local  Business 


Enterprise  (LBE)  subcontracting  requirement  of  20%  for  this  construction  contract,  and  the 
contractor  committed  to  a  LBE  subcontracting  participation  of  20.07%  with  its  bid  submittal,  and 
this  remains  unchanged;  and 

WHEREAS,  Funds  are  available  from  San  Francisco  Public  Utilities  Commission  WWE 
R&R  Project  No.  10030784,  As-Needed  Spot  Sewer  Replacement  No.  37;  now  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  an  increase  of  $819,475  to  the 
existing  contract  cost  contingency  for  WWE  R&R  Program  funded  Contract  No.  WW-656,  As- 
Needed  Spot  Sewer  Replacement  No.  37,  for  a  total  contract  cost  contingency  amount  of 
$1,639,301;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager, 
or  his  designee,  to  consider  and,  if  appropriate,  approve  future  modifications  to  the  contract  cost 
for  a  total  contract  amount  not  to  exceed  $9,837,557,  with  no  change  in  the  contract  duration. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  28,  2019. 


Secretary,  Public  Utilities  Commission 


. 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


19-0098 


WHEREAS,  On  December  13,  2016,  per  Resolution  No.  16-0254,  this  Commission 
approved  the  award  of  Job  Order  Contract  (JOC)  Contract  No.  JOC-68,  Micro-Local  Business 
Enterprise  (Micro-LBE)  Set  Aside,  Landscaping  (C-27  License),  San  Francisco,  San  Mateo, 
Santa  Clara  and  Alameda  Counties  to  Korotkin  Associates;  and 

WHEREAS,  The  Notice-To-Proceed  date  was  set  for  January  18,  2018;  and 

WHEREAS,  The  original  contract  amount  was  for  $1,000,000  and  the  original  contract 
duration  was  two  (2)  years;  and 

WHEREAS,  Section  6.22(h)  of  the  Administrative  Code  requires  that  any  cumulative 
increase  in  contract  cost  or  contract  duration  in  excess  of  10%  of  the  original  contract  cost  or 
contract  duration  be  approved  by  the  Commission;  and 

WHEREAS,  Modification  No.l  is  being  requested  to  complete  ongoing  landscaping 
work  for  all  of  the  San  Francisco  Public  Utility  Commission’s  (SFPUC)  Operations  and 
Bureaus,  increasing  the  contract  duration  by  three  (3)  years  for  a  total  of  five  (5)  years,  with  no 
change  to  contract  amount,  as  allowed  under  the  San  Francisco  Administrative  Code  Chapter 
6.62(g);  and 

WHEREAS,  A  Contract  Monitoring  Division  (CMD)  subcontracting  goal  and  bid 
discount  do  not  apply  to  Micro-LBE  Set  Aside  Contracts;  and 

WEIEREAS,  This  action  does  not  constitute  a  project  under  California  Environmental 
Quality  Act  Guidelines  Section  15378  because  there  would  be  no  physical  change  in  the 
environment.  No  task  order  will  be  issued  for  construction  under  this  contract  until  it  is  determined 
whether  environmental  review  under  the  California  Environmental  Quality  Act  (CEQA)  is 
required,  and  if  so,  the  appropriate  CEQA  document  is  reviewed  and  considered  prior  to  task  order 
release;  and 

WHEREAS,  Funds  will  be  available  from  various  SFPUC  Enterprise  funds  when  Task 
Orders  are  issued;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Modification  No.  1  for  JOC-  68, 
Micro-LBE  Set  Aside,  Landscaping  (C-27  License),  San  Francisco,  San  Mateo,  Santa  Clara 
and  Alameda  Counties,  with  Korotkin  Associates,  to  complete  landscaping  work  for  SFPUC 
facilities  and  properties,  increasing  the  contract  duration  by  three  years,  for  a  total  contract 
duration  of  five  years,  with  no  change  to  the  contract  amount. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public 
Utilities  Commission  at  its  meeting  of  May  28,  2019. 


Secretary,  Public  Utilities  Commission 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  19-0099 


WHEREAS,  The  City  and  County  of  San  Francisco  (City),  under  the  jurisdiction  of  the 
San  Francisco  Public  Utilities  Commission  (SFPUC),  owns  in  fee  certain  real  property  in  the 
City  of  Mountain  View  (Mountain  View)  that  contains  the  SFPUC’s  Bay  Division  Pipelines  3 
and  4;  and 

WHEREAS,  Mountain  View  occupies  and  uses  for  recreational  purposes  several  SFPUC 
parcels  (SFPUC  Parcels)  pursuant  to  seven  existing,  outdated  SFPUC  permits  (Existing  Permits); 
and 

WHEREAS,  Mountain  View  desires  to  construct  a  new  public  park  (Fayette  Park)  over 
City  property  adjacent  to  Fayette  Drive  in  Mountain  View  (known  as  SFPUC  Parcels  227,  228, 
and  229);  and 

WHEREAS,  City,  through  the  SFPUC,  owns  a  parcel  of  real  property  identified  as 
SFPUC  Parcel  199- A  that  consists  of  a  vacant  unlicensed  parcel  between  Stierlin  Road  and 
Moffett  Boulevard  (Maintenance  Parcel);  and 

WHEREAS,  The  SFPUC  has  identified  29  trees  located  on  certain  parcels  of  City 
property  located  in  Mountain  View  that  pose  hazards  or  risks  to  the  SFPUC  pipelines  and 
appurtenances  and  should  be  removed  in  accordance  with  the  SFPUC  Right  of  Way 
Encroachment  Policy  and  the  SFPUC  Right  of  Way  Integrated  Vegetation  Management  Policy; 
and 


WHEREAS,  The  SFPUC  seeks  Mountain  View’s  agreement  to  remove  the  identified  29 
trees  and  maintain  the  Maintenance  Parcel  and  Mountain  View’s  assistance  with  community 
outreach  in  the  SFPUC’s  ongoing  efforts  to  remove  existing  and  future  encroachments  by 
adjoining  third-party  landowners  upon  City  property  within  Mountain  View;  and 

WHEREAS,  The  SFPUC  lacks  documentation  of  permanent  rights  in  nine  parcels  of  real 
property  (Gap  Parcels)  that  constitute  portions  of  the  SFPUC’s  pipeline  right-of-way  that  lie 
beneath  the  following  street  crossings  located  in  Mountain  View:  Crisanto  Avenue,  Fayette 
Drive,  Moffett  Boulevard,  Ortega  Avenue,  Rengstorff  Avenue,  San  Antonio  Road,  Stierlin  Road, 
Tyrella  Avenue,  and  Whisman  Road;  and 

WHEREAS,  In  order  to  perfect  the  SFPUC’s  rights  in,  and  use  of,  the  Gap  Parcels  and 
the  SFPUC’s  pipelines  and  related  appurtenances  within,  across,  and  under  the  Gap  Parcels  for 
the  protection  of  its  assets  and  benefit  of  its  rate  payers,  the  SFPUC  desires  to  obtain  from 
Mountain  View  permanent  easement  rights  under  and  across  the  Gap  Parcels  to  avoid  the 
potential  risk  and  huge  costs  of  being  forced  to  relocate  its  infrastructure  located  in  the  Gap 
Parcels;  and 


WHEREAS,  The  SFPUC  and  Mountain  View  desire  to  enter  into  a  Memorandum  of 
Agreement  (MOA)  that  provides  for  the  SFPUC’ s  issuance  of  seven,  revocable  modern  licenses 
to  replace  the  seven  outdated  Existing  Permits  on  the  SFPUC  Parcels  and  issuance  of  a  new 
revocable  license  to  allow  Mountain  View  to  construct  and  operate  Fayette  Park  for  public  use, 
for  a  total  of  eight  revocable  licenses  (New  Ficenses);  and 

WHEREAS,  The  eight  New  Ficenses  will  have  a  total  potential  license  term  of  20  years, 
each  with  an  initial  10-year  term,  and  two  five-year  extension  terms  that  will  automatically  take 
effect  unless  (1)  the  license  is  previously  terminated  or  (2)  Mountain  View  is  in  default  under  the 
terms  of  the  license;  and 

WHEREAS,  As  consideration  for  the  eight  revocable  New  Licenses,  Mountain  View 
shall  provide  the  following  consideration  to  SFPUC  under  the  MOA;  (1)  the  grant  of  permanent, 
subsurface  easement  rights  to  the  SFPUC,  at  no  cost,  in  order  to  perfect  the  SFPUC’s  rights  in, 
and  use  of,  the  Gap  Parcels,  (2)  Mountain  View’s  removal  of  29  trees  that  present  pipeline 
hazards  located  on  certain  City  property  within  Mountain  View  in  accordance  with  the  SFPUC’s 
Right  of  Way  Encroachment  Policy  and  the  SFPUC’s  Right  of  Way  Integrated  Vegetation 
Management  Policy,  (3)  Mountain  View’s  assistance  in  the  SFPUC’s  ongoing  efforts  under  these 
policies  to  remove  encroachments  by  adjoining  third-party  landowners  upon  certain  other 
portions  of  the  SFPUC’s  pipeline  right-of-way  within  Mountain  View,  and  (4)  Mountain  View’s 
reimbursement  of  the  SFPUC’s  costs  of  mitigation  and  removal  of  Mountain  View’s 
improvements  if  the  SFPUC  needs  to  disrupt  Mountain  View’s  improvements  on  the  SFPUC 
Parcels;  and 

WHEREAS,  The  MOA  shall  remain  in  effect  so  long  as  one  of  the  eight  New  Licenses 
remains  in  effect,  and  thus  has  a  term  of  up  to  20  years;  and 

WHEREAS,  Based  upon  the  substantial  non-monetary  consideration  to  be  received  from 
Mountain  View  in  exchange  for  the  New  Licenses,  the  SFPUC  recommends  that  the  Board  of 
Supervisors  waive  the  appraisal  requirements  in  San  Francisco  Administrative  Code  Section  23.3 
and  Section  23.30  for  this  transaction;  and 

WHEREAS,  In  January  2011,  the  SFPUC  adopted  a  Community  Benefits  Policy  which 
seeks  to  promote,  among  other  things,  educational  programming,  community  health,  and 
environmental  justice  in  the  communities  impacted  by  the  SFPUC’s  activities;  and 

WHEREAS,  Mountain  View’s  recreational  use  of  the  SFPUC  Parcels  for  non-monetary 
consideration  is  consistent  with  this  policy  by  promoting  community  health  in  Mountain  View; 
and 


WHEREAS,  The  City  Council  of  Mountain  View  authorized  the  Mountain  View  City 
Manager  to  sign  the  MOA  and  the  easement  deeds  in  February  of  2016;  and 

WHEREAS,  The  SFPUC  is  a  Responsible  Agency  under  the  California  Environmental 
Quality  Act  (CEQA)  for  this  action  because  approval  of  the  MOA  is  a  discretionary  action  under 
CEQA.  On  February  2,  2016  the  City  of  Mountain  View  determined  that  the  proposed  MOA, 
including  the  licenses  and  easements  is  categorically  exempt  under  Sections  15332,  15321,  and 
15301(h)  (“Infill  Development  Projects”,  “Enforcement  Actions  by  Regulatory  Agencies”,  and 


"Existing  Facilities”)  of  the  CEQA  Guidelines.  On  February  3,  2016  the  City  of  Mountain  View 
issued  a  Notice  of  Exemption  (NOE);  and 

WHEREAS,  As  a  Responsible  Agency,  the  SFPUC  finds  that:  (1)  the  SFPUC  has 
reviewed  the  MOA  and  reviewed  and  considered  the  categorical  exemption  and  Notice  of 
Exemption  (NOE)  issued  by  the  City  of  Mountain  View  determined  that  the  MOA  is  within  the 
scope  of  the  City  of  Mountain  View's  CEQA  determination,  and  that  this  document  is  adequate 
for  the  SFPUC’ s  use  in  approving  the  MOA;  and 

WHEREAS,  The  categorical  exemption  and  the  NOE  are  part  of  the  record  of  this 
approval  and  are  available  for  public  review  at  the  SFPUC  offices,  Real  Estate  Services  Division, 
525  Golden  Gate  Avenue,  8th  floor,  San  Francisco,  California,  which  is  the  custodian  of  records 
for  the  revocable  license  approval;  and  the  City  of  Mountain  View  did  not  adopt  mitigation 
measures  for  the  actions  contained  in  the  MOA.  The  SFPUC  has  no  direct  authority  or 
responsibility  with  respect  to  these  actions;  now,  therefore  be  it 

RESOLVED,  This  Commission  has  considered  the  information  in  the  categorical 
exemption  and  the  Notice  of  Exemption  and  the  record  as  a  whole,  finds  that  the  categorical 
exemption  and  the  Notice  of  Exemption  are  adequate  for  its  use  as  the  decision-making  body  for 
the  action  taken  herein;  and  be  it 

FURTHER  RESOLVED,  This  Commission  further  finds  that  since  the  categorical 
exemption  and  the  Notice  of  Exemption  were  finalized,  there  have  been  no  project  changes  and 
no  substantial  changes  in  project  circumstances  that  would  require  changes  to  the  determinations 
of  the  City  of  Mountain  View  due  to  the  involvement  of  any  significant  environmental  effects, 
and  there  is  no  new  information  of  substantial  importance  that  would  change  the  conclusions  set 
forth  in  the  categorical  exemption;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  approves  the  terms  and 
conditions  of  the  MOA;  and  be  it 

FURTHER  RESOLVED,  This  Commission  hereby  ratifies,  approves,  and  authorizes  all 
actions  heretofore  taken  by  any  City  official  in  connection  with  the  MOA;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  SFPUC  General 
Manager  to  request  the  Board  of  Supervisors’  and  the  Mayor’s  approval  of  an  ordinance  that  (1) 
waives  the  appraisal  requirements  contained  in  San  Francisco  Administrative  Code  Sections  23.3 
and  23.30  and  (2)  approves  the  MOA,  the  SFPUC’s  issuance  of  the  New  Licenses,  and  the 
City’s  acceptance  from  Mountain  View  of  nine,  no-cost  easements  for  the  Gap  Parcels 
(collectively,  the  Agreements);  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  authorizes  the  SFPUC  General  Manager 
and/or  City’s  Director  of  Property,  following  approval  by  the  Board  of  Supervisors  and  Mayor, 
to  execute  the  Agreements;  and  be  it 


FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  SFPUC  General 
Manager  and/or  City’s  Director  of  Property  to  enter  into  any  amendments  or  modifications  to  the 
Agreements,  including  without  limitation,  any  exhibits,  that  the  General  Manager  or  Director  of 
Property  determines,  in  consultation  with  the  City  Attorney,  are  in  the  best  interest  of  City;  do 
not  materially  increase  the  obligations  or  liabilities  of  City;  are  necessary  or  advisable  to 
effectuate  the  purposes  and  intent  of  the  Agreements  or  this  resolution;  and  are  in  compliance 
with  all  applicable  laws,  including  the  City  Charter. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  May  28,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  19-0100 


WHEREAS,  On  August  18,  1995  pursuant  to  Ordinance  No.  271-95,  the  Board  of 
Supervisors  vacated  a  portion  of  Third  Street  to  facilitate  the  Mission  Bay  development,  and 
Section  7  of  that  ordinance  reserved  an  easement  (“Easement”)  to  the  San  Erancisco  Public 
Utilities  Commission  (SFPUC)  for  a  hydrant  and  water  line  in  the  vicinity  of  the  intersection  of 
Third  Street  and  China  Basin  Street;  and 

WHEREAS,  Ordinance  No.  271-95,  including  the  Easement,  was  recorded  on  August  24, 
1995  in  the  San  Francisco  Official  Records  as  Document  95-F837202,  Reel  G452,  Image  435 
and  the  Easement  is  further  referenced  in  the  Department  of  Public  Works’  SUR  Map  No  595; 
and 


WHEREAS,  On  March  6,  2018,  the  Board  of  Supervisors  approved  Ordinance  No.  33-18 
authorizing  a  Development  Agreement  between  the  City  and  County  of  San  Francisco  and 
Seawall  Lot  337  Associates,  LLC  for  the  Mission  Rock  Project  (Project)  and  this  Commission 
consented  to  the  Development  Agreement  through  SFPUC  Resolution  No.  18-0014  on  January 
23,  2018;  and 

WHEREAS,  The  Easement  is  within  the  project  area  for  the  Mission  Rock  Project  and 
termination  of  the  Easement  is  necessary  to  implement  the  Project,  a  mixed-use  development 
project  in  property  presently  under  the  Port’s  jurisdiction;  and 

WHEREAS,  SFPUC  staff  has  determined  that  there  are  no  existing  SFPUC  facilities  in 
the  Easement  area  and  the  SFPUC  has  no  present  or  future  need  to  install  new  facilities  in  the 
Easement  area;  and 

WHEREAS,  In  accordance  with  the  Development  Agreement  and  other  Project 
doucments,  SFPUC  staff  anticipates  accepting  new  water,  power,  sanitary  and  storm  drain 
infrastructure  and  related  property  rights  as  part  of  the  Project  and  such  new  assets  and  property 
rights  would  exceed  the  value  of  the  Easement;  and 

WHEREAS,  California  Streets  and  Highways  Code  Section  8300  et  seq.  and  San 
Francisco  Public  Works  Code  Section  787(a)  set  forth  the  procedures  that  the  City  follows  to 
vacate  a  public  service  easement  and  in  accordance  with  the  prescribed  procedures,  the  San 
Francisco  Board  of  Supervisors  will  consider  authorization  of  an  ordinance  providing  for  the 
vacation  of  the  Easement;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  finds  that  the  Easement  is  surplus  to  the 
SFPUC’ s  utility  needs  and  authorizes  the  General  Manager  of  the  SFPUC  and/or  City’s  Director 
of  Property  to  negotiate  the  terms  of  a  document  terminating  the  Easement;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  finds  that,  upon  meeting  the 
relevant  conditions  set  forth  in  California  Streets  and  Highways  Code  Section  8300  et  seq.  and 
San  Francisco  Public  Works  Code  Section  787(a),  the  Easement  may  be  terminated;  and  be  it 


FURTHER  RESOLVED,  That  this  Commission  hereby  ratifies,  approves  and  authorizes 
all  actions  heretofore  taken  by  any  City  official  in  connection  with  the  Easement  termination; 
and,  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  SFPUC  General 
Manager  and/or  the  Director  of  Property  to  enter  into  any  amendments  or  modifications  to  the 
Easement  termination  documents,  including  without  limitation,  the  exhibits,  that  the  General 
Manager  or  Director  of  Property  determines,  in  consultation  with  the  City  Attorney,  are  in  the 
best  interest  of  the  City;  do  not  materially  increase  the  obligations  or  liabilities  of  the  City;  are 
necessary  or  advisable  to  effectuate  the  purposes  and  intent  of  the  Easement  termination  or  this 
resolution;  and  are  in  compliance  with  all  applicable  laws,  including  the  City  Charter;  and  be  it 

FURTHER  RESOLVED,  That  upon  approval  by  City's  Board  of  Supervisors  and  the 
Mayor,  this  Commission  authorizes  the  Director  of  Property  and/or  the  General  Manager  of  the 
SFPUC  to  take  any  and  all  other  steps  they,  in  consultation  with  the  City  Attorney,  deem 
necessary  and  advisable  to  effectuate  the  purpose  and  intent  of  this  Resolution. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  May  28,  2019. 


Secretary ,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0101 

WHEREAS,  On  June  8,  2010,  pursuant  to  Resolution  No.  10-0091,  this  Commission 
awarded  Agreement  No.  CS-991,  Preliminary  Design  and  Environmental  Analysis  Services, 
Power  Transmission  Project,  and  authorized  the  General  Manager  of  the  San  Francisco  Public 
Utilities  Commission  (SFPUC)  to  negotiate  and  execute  a  professional  services  agreement,  with 
a  not-to-exceed  amount  of  $5,000,000,  and  with  a  term  of  three  years  and  six  months,  concluding 
on  February  1,  2014,  with  URS  Corporation,  a  Nevada  Corporation,  dba  URS  Corporation 
Americas  (URS);  and 

WHEREAS,  Due  to  a  delay  in  issuance  of  the  notice  to  URS  to  begin  work  on  the 
contract,  the  contract  was  issued  with  a  term  of  three  years,  seven  months,  one  month  longer  than 
authorized  by  Resolution  No.  10-0091;  and 

WHEREAS,  On  January  14,  2014,  pursuant  to  Resolution  No.  14-0001,  this  Commission 
approved  Amendment  No.  1  to  extend  the  duration  of  the  contract  by  five  years,  for  a  total 
contract  duration  of  eight  years  and  seven  months,  with  no  change  to  the  agreement  amount,  to 
ensure  consultant  continuity;  and 

WHEREAS,  On  May  24,  2016,  pursuant  to  Resolution  No.  16-0093,  this  Commission 
approved  Amendment  No.  2  to  increase  contract  capacity  by  $2,500,000,  for  a  total  not-to-exceed 
contract  amount  of  $7,500,000,  to  allow  35%  design  of  the  Bay  Division  Corridor  Transmission 
Distribution  Project;  and 

WHEREAS,  On  January  22,  2019,  pursuant  to  Resolution  No.  19-0012,  this  Commission 
(1)  retroactively  approved  the  execution  of  the  Agreement  with  an  initial  term  of  three  years  and 
seven  months,  which  is  one  month  longer  than  authorized  by  Resolution  No.  10-0091,  and  (2) 
approved  Amendment  No.  3  to  increase  the  contract  duration  by  five  months,  for  a  total  contract 
duration  of  nine  years,  with  no  change  to  the  agreement  amount,  to  provide  continuity  in 
consultant  services  and  technical  construction  support  during  construction;  and 

WHEREAS,  Amendment  No.  4  is  requested  to  increase  the  contract  capacity  by 
$4,000,000  and  increase  the  contract  duration  by  two  years  and  eight  months,  for  a  total  not-to- 
exceed  contract  amount  of  $11,500,000  and  a  total  agreement  duration  of  11  years  and  eight 
months  to  continue  providing  design  and  technical  support  services  for  the  Bay  Corridor 
Transmission  Distribution  Project;  and 

WHEREAS,  An  additional  amendment  is  requested  to  change  the  name  from  URS 
Corporation,  a  Nevada  Corporation,  dba  URS  Corporation  Americas  to  URS  Corporation  to 
reflect  a  name  change;  and 

WHEREAS,  A  Contract  Monitoring  Division  (CMD)  sub  consulting  goal  of  14%  Local 
Business  Enterprise  participation  (of  the  total  value  of  services  to  be  provided)  has  been 
established  for  this  agreement;  and 

WHEREAS,  Funds  for  this  agreement  are  available  from  index  code  10014227  -  Bay 
Corridor  Project;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  4  to  Agreement 
No.  CS-991,  Preliminary  Design  and  Environmental  Services,  Power  Transmission  Project,  with 
URS,  and  authorizes  the  General  Manager  to  execute  this  amendment  to  increase  the  agreement 
amount  by  $4,000,000  and  to  extend  the  Agreement  by  two  years  and  eight  months,  for  a  total 
agreement  amount  not-to-exceed  $1 1,500,000  and  a  total  contract  duration  of  1 1  years  and  eight 
months,  subject  to  Board  of  Supervisors  approval  pursuant  to  Charter  Section  9. 1 18;  and  be  it. 

FURTHER  RESOLVED,  That  this  Commission  approves  and  authorizes  the  General 
Manager  to  execute  a  name  change  from  URS  Corporation,  a  Nevada  Corporation,  dba  URS 
Corporation  Americas  to  URS  Corporation. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  28,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 
Resolution  No.  19-0102 


WHEREAS,  The  2009  Water  Supply  Agreement  between  the  City  and  County  of  San 
Francisco  and  the  Wholesale  Customers  was  approved  by  Commission  Resolution  No.  09-0069 
on  April  28,  2009  and  was  approved  by  all  wholesale  customers  with  an  effective  date  of  July  1, 
2009,  and  on  December  11,  2018,  by  Resolution  No.  18-0212,  this  Commission  adopted  the 
amended  and  restated  Water  Supply  Agreement  (WSA);  and 

WHEREAS,  The  2009  WSA,  as  amended  and  restated  December  1 1,  2018,  requires  the 
Commission  to  consider  wholesale  rate  adjustments,  based  on  projected  wholesale  costs  and 
water  deliveries,  in  coordination  with  the  annual  budget  process;  and 

WHEREAS,  On  April  25,  2019,  as  required  by  WSA  section  6.03,  SFPUC  sent  notice  of 
the  proposed  rate  schedule  adjustment  for  Fiscal  Year  Ending  2020  to  all  wholesale  customers; 
and 


WHEREAS,  On  May  28,  2019,  this  Commission  held  a  public  hearing  to  review  the 
proposed  Wholesale  Revenue  Requirement  for  water  sales  to  Wholesale  Customers  for  FYE 
2020,  a  copy  of  said  Water  Supply  Agreement  and  Schedule  W-25  Wholesale  Use  With  Long 
Term  Contract  being  on  file  with  the  Secretary  of  the  Commission,  and  incorporated  in  this 
resolution  by  reference;  and 

WHEREAS,  This  Commission  adopted  the  2009  Water  Supply  Agreement  after  reviewing 
the  Final  Program  Environmental  Impact  Report  for  the  Water  System  Improvement  Program, 
and  adopted  and  incorporated  by  reference  the  California  Environmental  Quality  Act  (CEQA) 
findings  contained  in  Commission  Resolution  No.  08-0200  dated  October  30,  2008,  and  made 
additional  findings  pursuant  to  CEQA;  and 

WHEREAS  This  Commission  is  securing  revenue  for  purposes  of  meeting  estimated  FYE 

2018  Regional  operating  and  capital  costs  consistent  with  Article  5  of  the  2009  Water  Supply 
Agreement,  including:  (1)  employee  wages  and  fringe  benefits;  (2)  purchasing  or  leasing  supplies, 
equipment  or  materials;  (3)  meeting  financial  reserve  needs  and  requirements;  and  (4)  obtaining 
funds  for  capital  projects  necessary  to  maintain  service  within  the  Commission's  existing  water 
service  area.  On  May  16,  2019  the  Planning  Department  determined  that  the  proposed  action  is 
statutorily  exempt  from  CEQA  under  Public  Resources  Code  section  21080(b)(8)  and  under  the 
CEQA  Guidelines  Section  15273  (Rates,  Tolls,  Fares  and  Charges),  now,  therefore,  be  it 

RESOLVED,  This  Commission  determines  that  no  change  in  the  volumetric  rate  for  the 
Wholesale  Customers  is  required  for  Fiscal  Year  Ending  (FYE)  2020,  as  enumerated  in  said 
Schedule  W-25  and  hereby  establishes  a  $4.10  per  100  cubic  feet  commodity  charge  for  all  water 
delivered  to  the  Wholesale  Customers  for  FYE  2020,  and  this  rate  shall  become  effective  July  1, 

2019  and  shall  remain  in  place  until  replaced  or  amended;  and,  be  it 

FURTHER  RESOLVED,  This  Commission  hereby  adopts  an  Untreated  Wholesale  Water 
Rate  Discount  Factor  of  $0.39  per  100  cubic  feet,  effective  July  1,  2019,  as  enumerated  in  said 
Schedule  W-25,  for  all  untreated  water  delivered  to  the  Coastside  County  Water  District,  and  this 
rate  shall  remain  in  place  until  replaced  or  amended;  be  it 


FURTHER  RESOLVED,  Effective  July  1,  2019  and  each  successive  July  1  thereafter,  the 
General  Manager  is  hereby  authorized  to  adjust  the  Untreated  Wholesale  Water  Rate  Discount 
Factor  as  part  of  the  annual  wholesale  rate  package  brought  before  the  Commission  under  Article 
6  of  the  WSA,  based  on  a  methodology  prescribed  from  an  independent  analysis  commissioned  to 
evaluate  the  cost  of  service  issues  related  to  the  provision  of  untreated  water  per  Section  8  of  the 
individual  water  sales  contract  between  the  SFPUC  and  Coastside  County  Water  District 
(CCWD). 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission 
at  its  meeting  of  May  28,  2019. 


ifijjrRAA' 


Secretary,  Public  Utilities  Commission 


SAN  FRANCISCO  PUBLIC  UTILITIES  COMMISSION 
Effective  July  I,  2019 


SCHEDULE  W-25  WHOLESALE  USE  WITH  LONG  TERM  CONTRACT 

For  service  to  municipalities,  water  districts  and  others  who,  under  long-term  contracts,  purchase 
water  for  resale: 


FIRST :  A  MONTHLY  SERVICE  CHARGE  base  on  the  type  and  size  of  the  meter: 


METER 

SIZE 

DISC/COMPOUND 

METERS 

CREST 

METERS 

MAGNETIC 

METERS 

TURBINE 

METERS 

5/8  in 

$  11.00 

$  - 

$  - 

$  - 

3/4  in 

18.00 

- 

- 

- 

1  in 

30.00 

- 

- 

- 

1  1/2  in 

43.00 

- 

- 

- 

2  in 

79.00 

- 

- 

- 

3  in 

158.00 

- 

- 

- 

4  in 

318.00 

353.00 

- 

577.00 

6  in 

476.00 

685.00 

- 

1,256.00 

8  in 

635.00 

1,335.00 

2,265.00 

1,875.00 

10  in 

793.00 

1,732.00 

- 

3,391.00 

12  in 

953.00 

1,840.00 

5,159.00 

- 

16  in 

1,270.00 

5,628.00 

- 

7,215.00 

18  in 

- 

6,133.00 

- 

- 

20  in 

- 

6,349.00 

- 

- 

The  service  charge  for  a  battery  of  meters  installed  on  one  service  in  lieu  of  one  meter  or  for  a 
special  type  of  meter  shall  be  based  on  the  size  of  single  or  multiple  standard  type  meters  of 
equivalent  capacity. 

SECOND:  A  CHARGE  FOR  WATER  DELIVERED  based  on  one-month’s  meter  readings: 
$1,785.96  per  acre-foot  or  $4.10  per  100  cu.  ft. 


THIRD  AN  UNTREATED  WHOLESALE  WATER  RATE  DISCOUNT  FACTOR  for  Wholesale 
Customers  receiving  untreated  water,  based  on  one-month’s  meter  readings: 


($169.88)  per  acre-foot 


or 


($0.39)  per  100  cu.  ft. 


■ 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0103 


WHEREAS,  Under  the  California  Environmental  Quality  Act  (CEQA)  and  Water  Code 
(Section  10910(g)(1)),  the  San  Francisco  Public  Utilities  Commission  (SFPUC)  is  required  to 
prepare  and  approve  a  Water  Supply  Assessment  (WSA)  for  the  cumulative  water  demands 
presented  by  the  proposed  655  4lh  Street  Project,  which  would  result  in  two  new  mixed-use 
buildings  containing  residential  (approximately  960  housing  units),  hotel,  office,  and  ground- 
floor  retail  uses  in  San  Francisco’s  South  of  Market  neighborhood;  and 

WHEREAS,  The  655  4th  Street  Project  is  required  to  comply  with  the  City’s  Non-potable 
Water  Ordinance,  Article  12C  of  the  San  Francisco  Health  Code,  and  as  a  result,  the  Project  will 
offset  its  potable  water  use  through  the  use  of  alternate  water  sources;  and 

WHEREAS,  A  WSA  is  an  informational  document  that  assesses  the  adequacy  of  water 
supplies  to  serve  a  proposed  project  and  is  required  to  be  prepared  as  part  of  the  CEQA 
environmental  review  process;  and 

WHEREAS,  Approval  of  a  WSA  as  an  informational  document  is  not  considered  an 
approval  action  as  defined  in  Section  15378  of  the  CEQA  Guidelines;  and 

WHEREAS,  A  WSA  must  be  approved  at  a  public  meeting  by  the  governing  body  of  the 
public  water  supplier  that  would  serve  the  proposed  project;  and 

WHEREAS,  On  December  12,  2018,  the  State  Water  Resources  Control  Board  adopted 
an  amendment  to  the  Water  Quality  Control  Plan  for  the  San  Francisco  Bay/Sacramento-San 
Joaquin  Delta  Estuary  (i.e.,  Bay-Delta  Plan  Amendment),  which,  if  implemented  in  the  future, 
would  affect  the  Regional  Water  System  supply  and  the  SFPUC’s  ability  to  meet  the  projected 
demands  of  existing  and  future  retail  customers,  including  the  proposed  project;  and 

WHEREAS,  Multiple  lawsuits  are  pending  challenging  the  Bay-Delta  Plan  Amendment, 
and  the  City  is  a  party  to  one  of  those  suits;  and 

WHEREAS,  In  accordance  with  the  State  Water  Resources  Control  Board’s  instruction, 
on  March  1,  2019,  the  SFPUC,  in  partnership  with  other  key  stakeholders,  submitted  a  proposed 
“voluntary  agreement”  (March  1st  Proposed  Voluntary  Agreement)  for  the  State’s  consideration 
as  a  substitute  or  replacement  of  the  Bay-Delta  Plan  Amendment;  and 

WHEREAS,  On  March  26,  2019  by  Resolution  No.  19-0057,  this  Commission  endorsed 
the  SFPUC’s  continued  participation  in  the  voluntary  agreement  negotiation  process  and  stated 
its  intent  that  the  terms  of  any  final  voluntary  agreement  would  improve  the  health  of  the 
fisheries  and  maintain  the  reliability  of  its  water  supply  including  maintenance  of  its  level  of 
service  (LOS)  goal  of  no  more  than  20%  system-wide  rationing;  and 

WHEREAS,  Because  implementation  of  the  Bay-Delta  Plan  Amendment  or  an 
alternative  Voluntary  Agreement  is  uncertain  at  this  time,  the  SFPUC  staff  prepared  the  attached 
WSA  for  the  proposed  655  4th  Street  Project,  analyzing  water  supply  and  demand  under  three 


scenarios:  (1)  No  implementation  of  the  Bay-Delta  Plan  Amendment  or  the  March  1st  Proposed 
Voluntary  Agreement  (“Scenario  1”),  (2)  Implementation  of  the  March  1st  Proposed  Voluntary 
Agreement  (“Scenario  2”),  and  (3)  Implementation  of  the  Bay-Delta  Plan  Amendment 
(“Scenario  3”);  and 

WHEREAS,  The  WSA  concludes  that  the  SFPUC’s  total  projected  water  supplies 
through  2040  will  (1)  meet  the  demands  of  the  proposed  project  in  normal  years  under  all  three 
scenarios,  (2)  meet  the  demands  of  the  proposed  project  in  dry  years  without  rationing  beyond 
the  SFPUC’s  LOS  goal  of  20%  system-wide  rationing  under  Scenario  1,  (3)  meet  the  demands  of 
the  proposed  project  in  dry  years  but  require  rationing  closer  to  the  LOS  goal  under  Scenario  2, 
and  (4)  not  reliably  meet  the  demands  of  the  proposed  project  without  rationing  at  a  level  greater 
than  that  required  to  achieve  the  LOS  goal  under  Scenario  3;  now,  therefore,  be  it 

RESOLVED,  This  Commission  approves  the  attached  Water  Supply  Assessment  for  the 
proposed  655  4th  Street  Project  pursuant  to  the  State  of  California  Water  Code  Section  10910(g). 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  28,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0104 


WHEREAS,  Under  the  California  Environmental  Quality  Act  (CEQA)  and  Water  Code 
(Section  10910(g)(1)),  the  San  Francisco  Public  Utilities  Commission  (SFPUC)  is  required  to 
prepare  and  approve  a  Water  Supply  Assessment  (WSA)  for  the  cumulative  water  demands 
presented  by  the  proposed  88  Bluxome  Street  Project,  which  would  result  in  construction  of 
three  new  buildings,  including  two  office  towers  and  one  mixed-use  building  that  would  be  a 
land  dedication  site  for  future  affordable  housing  to  be  developed  by  the  Mayor’s  Office  of 
Housing  and  Community  Development;  and 

WHEREAS,  The  88  Bluxome  Street  Project  is  required  to  comply  with  the  City’s  Non- 
potable  Water  Ordinance,  Article  12C  of  the  San  Francisco  Health  Code,  and  as  a  result,  the 
Project  will  offset  its  potable  water  use  through  the  use  of  alternate  water  sources;  and 

WHEREAS,  A  WSA  is  an  informational  document  that  assesses  the  adequacy  of  water 
supplies  to  serve  a  proposed  project  and  is  required  to  be  prepared  as  part  of  the  CEQA 
environmental  review  process;  and 

WHEREAS,  Approval  of  a  WSA  as  an  informational  document  is  not  considered  an 
approval  action  as  defined  by  CEQA;  and 

WHEREAS,  A  WSA  must  be  approved  at  a  public  meeting  by  the  governing  body  of  the 
public  water  supplier  that  would  serve  the  proposed  project;  and 

WHEREAS,  On  December  12,  2018,  the  State  Water  Resources  Control  Board  adopted 
an  amendment  to  the  Water  Quality  Control  Plan  for  the  San  Francisco  Bay/Sacramento-San 
Joaquin  Delta  Estuary  (i.e.,  Bay-Delta  Plan  Amendment),  which,  if  implemented  in  the  future, 
would  affect  the  Regional  Water  System  supply  and  the  SFPUC ’s  ability  to  meet  the  projected 
demands  of  existing  and  future  retail  customers,  including  the  proposed  project;  and 

WHEREAS,  Multiple  lawsuits  are  pending  challenging  the  Bay- Delta  Plan  Amendment, 
and  the  City  is  a  party  to  one  of  those  suits;  and 

WHEREAS,  In  accordance  with  the  State  Water  Resources  Control  Board’s  instruction, 
on  March  1,  2019,  the  SFPUC,  in  partnership  with  other  key  stakeholders,  submitted  a  proposed 
“voluntary  agreement”  (March  1st  Proposed  Voluntary  Agreement)  for  the  State’s  consideration 
as  a  substitute  or  replacement  of  the  Bay-Delta  Plan  Amendment;  and 

WHEREAS,  On  March  26,  2019,  by  Resolution  No.  19-0057,  this  Commission  endorsed 
the  SFPUC’ s  continued  participation  in  the  voluntary  agreement  negotiation  process  and  stated 
its  intent  that  the  terms  of  any  final  voluntary  agreement  would  improve  the  health  of  the 
fisheries  and  maintain  the  reliability  of  its  water  supply  including  maintaining  its  Level  of 
Service  (“LOS”)  goal  of  no  more  than  20%  system-wide  rationing;  and 

WHEREAS,  Because  implementation  of  the  Bay-Delta  Plan  Amendment  or  an 
alternative  Voluntary  Agreement  is  uncertain  at  this  time,  the  SFPUC  staff  prepared  the  attached 
WSA  for  the  proposed  88  Bluxome  Street  Project,  analyzing  water  supply  and  demand  under 


three  scenarios:  (1)  No  implementation  of  the  Bay-Delta  Plan  Amendment  or  the  March  1st 
Proposed  Voluntary  Agreement  (“Scenario  1”),  (2)  Implementation  of  the  March  1st  Proposed 
Voluntary  Agreement  (“Scenario  2”),  and  (3)  Implementation  of  the  Bay-Delta  Plan 
Amendment  (“Scenario  3”);  and 

WHEREAS,  The  WSA  concludes  that  the  SFPUC’s  total  projected  water  supplies 
through  2040  will  (1)  meet  the  demands  of  the  proposed  project  in  normal  years  under  all  three 
scenarios,  (2)  meet  the  demands  of  the  proposed  project  in  dry  years  without  rationing  beyond 
the  SFPUC’s  Level  of  Service  (LOS)  goal  of  a  maximum  of  20%  system-wide  rationing  under 
Scenario  1,  (3)  meet  the  demands  of  the  proposed  project  in  dry  years  but  require  rationing  closer 
to  the  LOS  goal  under  Scenario  2,  and  (4)  not  reliably  meet  the  demands  of  the  proposed  project 
without  rationing  at  a  level  greater  than  that  required  to  achieve  the  LOS  goal  under  Scenario  3; 
now,  therefore,  be  it 

RESOLVED,  This  Commission  approves  the  attached  Water  Supply  Assessment  for  the 
proposed  88  Bluxome  Street  Project  pursuant  to  the  State  of  California  Water  Code  Section 


10910(g). 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  28,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0105 


WHEREAS,  Under  the  California  Environmental  Quality  Act  (CEQA)  and  State  of 
California  Water  Code  (Section  10910(g)(1)),  the  San  Francisco  Public  Utilities  Commission 
(SFPUC)  is  required  to  prepare  and  approve  a  Water  Supply  Assessment  (WSA)  for  the 
cumulative  water  demands  presented  by  the  proposed  Balboa  Reservoir  Project,  which  would 
result  in  mixed-income  housing  (up  to  1,550  dwelling  units),  open  space,  childcare  facilities, 
community  space,  retail  space,  and  parking  totaling  up  to  approximately  1.8  million  gross  square 
feet  in  San  Francisco's  West  of  Twin  Peaks  area;  and 

WHEREAS,  The  Balboa  Reservoir  Project  is  required  to  comply  with  the  City’s  Non- 
potable  Water  Ordinance,  Article  12C  of  the  San  Francisco  Health  Code,  and  as  a  result,  the 
Project  will  offset  its  potable  water  use  through  the  use  of  alternate  water  sources;  and 

WHEREAS,  A  WSA  is  an  informational  document  that  assesses  the  adequacy  of  water 
supplies  to  serve  a  proposed  project  and  is  required  to  be  prepared  as  part  of  the  CEQA 
environmental  review  process;  and 

WHEREAS,  Approval  of  a  WSA  as  an  informational  document  is  not  considered  an 
approval  action  as  defined  in  Section  15378  of  the  CEQA  Guidelines;  and 

WHEREAS,  A  WSA  must  be  approved  at  a  public  meeting  by  the  governing  body  of  the 
public  water  supplier  that  would  serve  the  proposed  project;  and 

WHEREAS,  On  December  12,  2018,  the  State  Water  Resources  Control  Board  adopted 
an  amendment  to  the  Water  Quality  Control  Plan  for  the  San  Francisco  Bay/Sacramento-San 
Joaquin  Delta  Estuary  (i.e.,  Bay-Delta  Plan  Amendment),  which,  if  implemented  in  the  future, 
would  affect  the  Regional  Water  System  supply  and  the  SFPUC’s  ability  to  meet  the  projected 
demands  of  existing  and  future  retail  customers,  including  the  proposed  project;  and 

WHEREAS,  Multiple  lawsuits  are  pending  challenging  the  Bay-Delta  Plan  Amendment, 
and  the  City  is  a  party  to  one  of  those  suits;  and 

WHEREAS,  In  accordance  with  the  State  Water  Resources  Control  Board’s  instruction, 
on  March  1,  2019,  the  SFPUC,  in  partnership  with  other  key  stakeholders,  submitted  a  proposed 
“voluntary  agreement”  (March  1st  Proposed  Voluntary  Agreement)  for  the  State’s  consideration 
as  a  substitute  or  replacement  of  the  Bay-Delta  Plan  Amendment;  and 

WHEREAS,  On  March  26,  2019  by  Resolution  No.  19-0057,  this  Commission  endorsed 
the  SFPUC’s  continued  participation  in  the  voluntary  agreement  negotiation  process  and  stated 
its  intent  that  the  terms  of  any  final  voluntary  agreement  would  improve  the  health  of  the 
fisheries  and  maintain  the  reliability  of  its  water  supply  including  maintenance  of  its  level  of 
service  (LOS)  goal  of  no  more  than  20%  system-wide  rationing;  and 

WHEREAS,  Because  implementation  of  the  Bay-Delta  Plan  Amendment  or  an 
alternative  Voluntary  Agreement  is  uncertain  at  this  time,  the  SFPUC  staff  prepared  the  attached 


WSA  for  the  proposed  Balboa  Reservoir  Project,  analyzing  water  supply  and  demand  under  three 
scenarios:  (1)  No  implementation  of  the  Bay- Delta  Plan  Amendment  or  the  March  1st  Proposed 
Voluntary  Agreement  (“Scenario  1”),  (2)  Implementation  of  the  March  1st  Proposed  Voluntary 
Agreement  (“Scenario  2”),  and  (3)  Implementation  of  the  Bay-Delta  Plan  Amendment 
(“Scenario  3”);  and 

WHEREAS,  The  WSA  concludes  that  the  SFPUC’s  total  projected  water  supplies 
through  2040  will  (1)  meet  the  demands  of  the  proposed  project  in  normal  years  under  all  three 
scenarios,  (2)  meet  the  demands  of  the  proposed  project  in  dry  years  without  rationing  beyond 
the  SFPUC’s  LOS  goal  of  20%  system-wide  rationing  under  Scenario  1,  (3)  meet  the  demands  of 
the  proposed  project  in  dry  years  but  require  rationing  closer  to  the  LOS  goal  under  Scenario  2, 
and  (4)  not  reliably  meet  the  demands  of  the  proposed  project  without  rationing  at  a  level  greater 
than  that  required  to  achieve  the  LOS  goal  under  Scenario  3;  now,  therefore,  be  it 

RESOLVED,  This  Commission  approves  the  attached  Water  Supply  Assessment  for  the 
proposed  Balboa  Reservoir  Project  pursuant  to  the  State  of  California  Water  Code  Section 
10910(g). 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  28,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0106 


WHEREAS,  Under  the  California  Environmental  Quality  Act  (CEQA)  and  State  of 
California  Water  Code  (Section  10910(g)(1)),  the  San  Francisco  Public  Utilities  Commission 
(SFPUC)  is  required  to  prepare  and  approve  a  Water  Supply  Assessment  (WSA)  for  the 
cumulative  water  demands  presented  by  the  proposed  598  Brannan  Street  Project,  which  would 
develop  a  mix  of  residential,  office,  production,  distribution  and  repair  (PDR),  institutional  (child 
care),  and  commercial  uses  across  four  new  buildings  on  an  approximately  4.5-acre  site  located 
at  598  Brannan  and  639,  645,  and  649-651  Bryant  streets,  within  the  Central  South  of  Market 
planning  area  of  San  Francisco;  and 

WHEREAS,  The  598  Brannan  Street  Project  is  required  to  comply  with  the  City’s  Non- 
potable  Water  Ordinance,  Article  12C  of  the  San  Francisco  Health  Code,  and  as  a  result,  the 
Project  will  offset  its  potable  water  use  through  the  use  of  alternate  water  sources;  and 

WHEREAS,  A  WSA  is  an  informational  document  that  assesses  the  adequacy  of  water 
supplies  to  serve  a  proposed  project  and  is  required  to  be  prepared  as  part  of  the  CEQA 
environmental  review  process;  and 

WHEREAS,  Approval  of  a  WSA  as  an  informational  document  is  not  considered  an 
approval  action  as  defined  by  CEQA;  and 

WHEREAS,  A  WSA  must  be  approved  at  a  public  meeting  by  the  governing  body  of  the 
public  water  supplier  that  would  serve  the  proposed  project;  and 

WHEREAS,  On  October  23,  2018  by  Resolution  No.  18-0173,  this  Commission 
approved  a  WSA  for  the  598  Brannan  Street  Project,  which  concluded  that  the  SFPUC  has 
adequate  water  supplies  to  meet  the  proposed  project’s  water  demands  through  2040;  and 

WHEREAS,  On  December  12,  2018,  the  State  Water  Resources  Control  Board  adopted 
an  amendment  to  the  Water  Quality  Control  Plan  for  the  San  Francisco  Bay/Sacramento-San 
Joaquin  Delta  Estuary  (i.e.,  Bay-Delta  Plan  Amendment),  which,  if  implemented  in  the  future, 
would  affect  the  Regional  Water  System  supply  and  the  SFPUC’ s  ability  to  meet  the  projected 
demands  of  existing  and  future  retail  customers,  including  the  proposed  project;  and 

WHEREAS,  Multiple  lawsuits  are  pending  challenging  the  Bay-Delta  Plan  Amendment, 
and  the  City  is  a  party  to  one  of  those  suits;  and 

WHEREAS,  In  accordance  with  the  State  Water  Resources  Control  Board’s  instruction, 
on  March  1,  2019,  the  SFPUC,  in  partnership  with  other  key  stakeholders,  submitted  a  proposed 
“voluntary  agreement”  (March  1st  Proposed  Voluntary  Agreement)  for  the  State’s  consideration 
as  a  substitute  or  replacement  of  the  Bay-Delta  Plan  Amendment;  and 

WHEREAS,  On  March  26,  2019  by  Resolution  No.  19-0057,  this  Commission  endorsed 
the  SFPUC’ s  continued  participation  in  the  voluntary  agreement  negotiation  process  and  stated 
its  intent  that  the  terms  of  any  final  voluntary  agreement  would  improve  the  health  of  the 


fisheries  and  maintain  the  reliability  of  is  water  supply  including  maintenance  of  its  level  ot 
service  (LOS)  goal  of  no  more  than  20%  system- wide  rationing;  and 

WHEREAS,  Because  implementation  of  the  Bay-Delta  Plan  Amendment  or  an 
alternative  Voluntary  Agreement  is  uncertain  at  this  time,  the  SFPUC  staff  prepared  the  attached 
Revised  WSA  for  the  proposed  598  Brannan  Street  Project,  analyzing  water  supply  and  demand 
under  three  scenarios:  (1)  No  implementation  of  the  Bay-Delta  Plan  Amendment  or  the  March 
1st  Proposed  Voluntary  Agreement  (“Scenario  1”),  (2)  Implementation  of  the  March  1st 
Proposed  Voluntary  Agreement  (“Scenario  2”),  and  (3)  Implementation  of  the  Bay-Delta  Plan 
Amendment  (“Scenario  3”);  and 

WHEREAS,  The  Revised  WSA  concludes  that  the  SFPUC’ s  total  projected  water 
supplies  through  2040  will  (1)  meet  the  demands  of  the  proposed  project  in  normal  years  under 
all  three  scenarios,  (2)  meet  the  demands  of  the  proposed  project  in  dry  years  without  rationing 
beyond  the  SFPUC’ s  LOS  goal  of  maximum  20%  system-wide  rationing  under  Scenario  1,  (3) 
meet  the  demands  of  the  proposed  project  in  dry  years  but  require  rationing  closer  to  the  LOS 
goal  under  Scenario  2,  and  (4)  not  reliably  meet  the  demands  of  the  proposed  project  without 
rationing  at  a  level  greater  than  that  required  to  achieve  the  LOS  goal  under  Scenario  3;  now, 
therefore,  be  it 

RESOLVED,  This  Commission  approves  the  attached  Revised  Water  Supply  Assessment 
for  the  proposed  598  Brannan  Street  Project  pursuant  to  the  State  of  California  Water  Code 
Section  10910(g). 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  28,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0107 


WHEREAS,  Under  the  California  Environmental  Quality  Act  (CEQA)  and  State  of 
California  Water  Code  (Section  10910(g)(1)),  the  San  Francisco  Public  Utilities  Commission 
(SFPUC)  is  required  to  prepare  and  approve  a  Water  Supply  Assessment  (WSA)  for  the 
cumulative  water  demands  presented  by  the  proposed  630-698  Brannan  Street  (Flower  Mart) 
Project,  which  would  result  in  construction  of  three  new  buildings  containing  office  space,  retail 
space,  a  new  Wholesale  Flower  Mart,  and  potentially  289  dwelling  units  under  a  residential 
variant;  and 

WHEREAS,  The  630-698  Brannan  Street  (Flower  Mart)  Project  is  required  to  comply 
with  the  City’s  Non-potable  Water  Ordinance,  Article  12C  of  the  San  Francisco  Health  Code, 
and  as  a  result,  the  Project  will  offset  its  potable  water  use  through  the  use  of  alternate  water 
sources;  and 

WHEREAS,  A  WSA  is  an  informational  document  that  assesses  the  adequacy  of  water 
supplies  to  serve  a  proposed  project  and  is  required  to  be  prepared  as  part  of  the  CEQA 
environmental  review  process;  and 

WHEREAS,  Approval  of  a  WSA  as  an  informational  document  is  not  considered  an 
approval  action  as  defined  by  CEQA;  and 

WHEREAS,  A  WSA  must  be  approved  at  a  public  meeting  by  the  governing  body  of  the 
public  water  supplier  that  would  serve  the  proposed  project;  and 

WHEREAS,  On  February  27,  2018,  by  Resolution  No.  18-0033,  the  Commission 
approved  a  WSA  for  the  630-698  Brannan  Street  (Flower  Mart)  Project,  which  concluded  that 
the  SFPUC  has  adequate  water  supplies  to  meet  the  proposed  project’s  water  demands  through 
2040; and 

WHEREAS,  Following  the  Commission’s  approval  of  the  WSA,  a  residential  variant  was 
added  to  the  project  decription,  and  the  corresponding  water  demand  estimates  for  the  residential 
variant  are  greater  than  those  provided  in  WSA  approved  on  February  27,  2018;  and 

WHEREAS,  On  December  12,  2018,  the  State  Water  Resources  Control  Board  adopted 
an  amendment  to  the  Water  Quality  Control  Plan  for  the  San  Francisco  Bay/Sacramento-San 
Joaquin  Delta  Estuary  (i.e.,  Bay-Delta  Plan  Amendment),  which,  if  implemented  in  the  future, 
would  affect  the  Regional  Water  System  supply  and  the  SFPUC’ s  ability  to  meet  the  projected 
demands  of  existing  and  future  retail  customers,  including  the  proposed  project;  and 

WHEREAS,  Multiple  lawsuits  are  pending  challenging  the  Bay-Delta  Plan  Amendment, 
and  the  City  is  a  party  to  one  of  those  suits;  and 

WHEREAS,  In  accordance  with  the  State  Water  Resources  Control  Board’s  instruction, 
on  March  1,  2019,  the  SFPUC,  in  partnership  with  other  key  stakeholders,  submitted  a  proposed 
“voluntary  agreement’’  (March  1st  Proposed  Voluntary  Agreement)  for  the  State’s  consideration 
as  a  substitute  or  replacement  of  the  Bay-Delta  Plan  Amendment;  and 


WHEREAS,  On  March  26,  2019  by  Resolution  No.  19-0057,  this  Commission  endorsed 
the  SFPUC’s  continued  participation  in  the  voluntary  agreement  negotiation  process  and  stated 
its  intent  that  the  terms  of  any  final  voluntary  agreement  would  improve  the  health  of  the 
fisheries  and  maintain  the  reliability  of  its  water  supply  including  maintaining  its  level  of  service 
(LOS)  goal  of  no  more  than  20%  system- wide  rationing;  and 

WHEREAS,  Because  implementation  of  the  Bay-Delta  Plan  Amendment  or  an 
alternative  Voluntary  Agreement  is  uncertain  at  this  time,  the  SFPUC  staff  prepared  the  attached 
Revised  WSA  for  the  proposed  630-698  Brannan  Street  (Flower  Mart)  Project,  analyzing  water 
supply  and  demand  under  three  scenarios:  (1)  No  implementation  of  the  Bay-Delta  Plan 
Amendment  or  the  March  1st  Proposed  Voluntary  Agreement  (“Scenario  1”),  (2) 
Implementation  of  the  March  1st  Proposed  Voluntary  Agreement  (“Scenario  2”),  and  (3) 
Implementation  of  the  Bay-Delta  Plan  Amendment  (“Scenario  3”);  and 

WHEREAS,  The  Revised  WSA  concludes  that  the  SFPUC’s  total  projected  water 
supplies  through  2040  will  (1)  meet  the  demands  of  the  proposed  project  in  normal  years  under 
all  three  scenarios,  (2)  meet  the  demands  of  the  proposed  project  in  dry  years  without  rationing 
beyond  the  SFPUC’s  LOS  goal  of  maximum  20%  system-wide  rationing  under  Scenario  1,  (3) 
meet  the  demands  of  the  proposed  project  in  dry  years  but  require  rationing  closer  to  the  LOS 
goal  under  Scenario  2,  and  (4)  not  reliably  meet  the  demands  of  the  proposed  project  without 
rationing  at  a  level  greater  than  that  required  to  achieve  the  LOS  goal  under  Scenario  3;  now, 
therefore,  be  it 

RESOLVED,  This  Commission  approves  the  attached  Revised  Water  Supply  Assessment 
for  the  proposed  630-698  Brannan  Street  (Flower  Mart)  Project  pursuant  to  the  State  of 
California  Water  Code  Section  10910(g). 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  28,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0108 


WHEREAS,  On  May  9,  2017,  through  Resolution  No.  17-0110,  this  Commission 
awarded  Wastewater  Enterprise’s  Sewer  System  Improvement  Program  (SSIP)-funded 
Construction  Manager/General  Contractor  (CM/GC)  Contract  No.  WW-647R,  Southeast  Water 
Pollutions  Control  Plant  Biosolids  Digester  Facilities  Project  (Project)  to  provide  pre¬ 
construction  services  for  the  Project;  and 

WHEREAS,  On  March  13,  2018,  through  Resolution  No.  18-0042,  this  Commission 
approved  the  Project,  and  authorized  the  General  Manager  to  proceed  to  the  Construction  Phase 
of  the  Project;  and 

WHEREAS,  To  meet  the  SSIP  Levels  of  Service  (LOS)  for  the  Project,  the  Project  must 
achieve  beneficial  use  of  100%  of  the  biosolids  through  an  upgrade  of  the  biosolids  treatment  to 
Class  “A”  and  achieve  beneficial  use  of  100%  of  the  methane  generated  during  normal 
operations  through  cogeneration  or  other  beneficial  methane  use  options;  and 

WHEREAS,  To  meet  these  important  objectives,  the  San  Francisco  Public  Utilities 
Commission  (SFPUC)  evaluated  technologies  available  to  achieve  Class  A  biosolids  treatment 
and  determined  that  the  thermal  hydrolysis  process  (THP)  coupled  with  mesophilic  anaerobic 
digestion  was  confirmed  as  the  Class  “A”  treatment  technology  which  best  met  the  SFPUC’ s 
criteria  for  the  project;  and 

WHEREAS,  Based  on  the  evaluations  of  the  five  THP  vendors  who  had  available  data, 
the  SFPUC  determined  that  Cambi®  is  the  only  THP  vendor  that  meets  the  system  maturity  and 
reliability  requirements  necessary  for  the  Project;  and 

WHEREAS,  The  SFPUC  also  determined  that  the  gas  turbines  were  the  most  appropriate 
cogeneration  technology  for  the  Project  given  the  steam  demands  associated  with  the  THP 
technology  to  meet  the  LOS  to  ensure  100%  beneficial  use  of  biogas;  AND 

WHEREAS,  Based  on  the  evaluations  of  four  vendors  and  a  total  of  eight  mid-size  gas 
turbine  models  that  can  operate  using  biogas,  the  SFPUC  determined  that  the  Mercury  50  gas 
turbine  from  Solar  Turbines  is  the  only  gas  turbine  that  meets  the  system  maturity  and  the 
regulatory  compliance  requirements  necessary  for  the  Project;  and 

WHEREAS,  California  Public  Contract  Code  Sections  3400(c)(3),  incorporated  into  San 
Francisco  Administrative  Code  Section  6.73(e)(1),  allows  the  awarding  authority,  or  its  designee, 
to  designate  specific  brands  of  equipment  for  purchase  in  a  construction  contract  in  order  to 
obtain  necessary  items  only  available  from  one  source;  and 

WHEREAS,  San  Francisco  Administrative  Code  Section  21.5(b)  allows  the  awarding 
authority,  or  its  designee,  to  approve  sole  source  agreements  where  services  are  available  from 
only  one  source;  and 


WHEREAS,  The  engineer’s  estimate  of  the  specified  equipment  is  $31,300,000;  and 

WHEREAS,  The  estimated  value  of  the  service  agreements  is  $3,800,000;  and 

WHEREAS,  Funds  are  available  from  Project  CWWSIPDP01,  Southeast  Water 
Pollutions  Control  Plant  Biosolids  Digester  Facilities  Project;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager  of  the 
SFPUC  to  designate  a  specific  brand  of  thermal  hydrolysis  system  from  Cambi®,  and  a  specific 
brand  of  gas  turbine  from  Solar,  in  the  specifications  as  necessary  items  only  available  from  one 
source  for  Wastewater  Enterprise’s  SSIP  funded  CM/GC  Contract  No.  WW-647R,  Southeast 
Water  Pollutions  Control  Plant  Biosolids  Digester  Facilities  Project,  pursuant  to  San  Francisco 
Administrative  Code  Section  6.73(e)(1);  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager 
of  the  SFPUC,  pending  approval  from  the  Purchaser,  to  negotiate  and  execute  sole  source  service 
agreements  with  Cambi  and  Solar  Turbines,  pursuant  to  San  Francisco  Administrative  Code 
Section  21.5(b). 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  28,  2019. 


Secretary,  Public  Utilities  Commission 


San  Francisco 
Water  ewer 

Services  of  the  San  Francisco  Public  Utilities  Commission 


San  Francisco  public  Utilities  Commission 

City  and  County  of  San  Francisco 

London  N.  Breed 

Mayor 
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Accessible  Meeting  Policy  The  San  Francisco  Public  Utilities  Commission  meeting  will  be  held  in  Room  400, 
at  1  Dr.  Carlton  B.  Goodlett  Place  (400  Van  Ness  Ave.),  San  Francisco,  CA.  The  closest  accessible  BART 
station  is  the  Civic  Center  Station  at  United  Nations  Plaza  and  Market  Street  Accessible  MUNI  lines  serving  this 
location  are:  MUNI  Metro  Lines  J-Church,  K-Ingleside,  L-Taraval,  M-Ocean  View,  N-Judah  and  T-Third  at  Van 
Ness  and  Civic  Center  Stations;  F-Market;  19-Polk,  47-Van  Ness;  49-Mission-Van  Ness;  5-Fulton;  6-Parnassus, 
21-Playes;  9-San  Bruno;  and  7-Haight  Noriega.  For  information  about  MUNI  accessible  services  call  701 .4485. 

The  meeting  room  is  wheelchair  accessible.  Accessible  curbside  parking  spaces  have  been  designated  on  the 
Van  Ness  Avenue  and  McAllister  Street  perimeters  of  City  Hall  for  mobility-impaired  persons.  There  is 
accessible  parking  available  within  the  Civic  Center  Underground  Parking  Garage  at  the  corner  of  McAllister 
and  Polk  Streets,  and  within  the  Performing  Arts  Parking  Garage  at  Grove  and  Franklin  Streets. 

To  obtain  a  disability-related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain  meeting 
materials  in  alternative  format,  please  contact  Donna  Hood  at  415.554.3165.  Providing  at  least  72  hours  notice 
will  help  to  ensure  availability.  Written  reports  or  background  materials  for  calendar  items  are  available  for 
public  inspection  and  copying  at  525  Golden  Gate  Ave.,  13th  Floor  during  regular  business  hours  and  are 
available  on-line  at  http://www.sfwater.orq/index.aspx?paqe=167. 

To  assist  the  City’s  efforts  to  accommodate  persons  with  severe  allergies,  environmental  illnesses,  multiple 
chemical  sensitivity  or  related  disabilities,  attendees  at  public  meetings  are  reminded  that  other  attendees  may 
be  sensitive  to  various  chemical  based  products.  Please  help  the  City  to  accommodate  these  individuals. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are  prohibited 
at  this  meeting.  Please  be  advised  that  the  President  may  order  the  removal  from  the  meeting  room  of  any 
person(s)  responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other  similar  sound-producing 
electronic  devices. 

Know  Your  Rights  Under  the  Sunshine  Ordinance:  Government's  duty  is  to  serve  the  public,  reaching  its 
decision  in  full  view  of  the  public.  Commissions,  boards,  councils  and  other  agencies  of  the  City  and  County 
exist  to  conduct  the  people's  business.  This  ordinance  assures  that  deliberations  are  conducted  before  the 
people  and  that  City  operations  are  open  to  the  people's  review.  For  more  information  on  your  rights  under 
the  Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance,  contact  Administrator,  by  mail  to  Sunshine 
Ordinance  Task  Force,  1  Dr.  Carlton  B.  Goodlett  Place,  Room  244,  San  Francisco,  CA  94102.4689;  by 
phone  at  554.7724;  by  fax  at  554.7854;  or  by  email  at  sotf@sfgov.org. 

Copies  of  the  Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San 
Francisco  Public  Library  and  on  the  City’s  website  at  http://www.sfgov.org. 
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Lobbyist  Registration  and  Reporting  Requirements:  Individuals  and  entities  that  influence  or  attempt  to 
influence  local  legislative  or  administrative  action  may  be  required  by  the  San  Francisco  Lobbyist  Ordinance  [SF 
Campaign  &  Governmental  Conduct  Code  §2.100]  to  register  and  report  lobbying  activity.  For  more  information 
about  the  Lobbyist  Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van  Ness  Avenue, 
Suite  220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax  (415)  252-31 12;  web  site  at 
www.sfqov.org/ethics. 

CEQA  Appeal  Rights  under  Chapter  31  of  the  San  Francisco  Administrative  Code  If  the  Commission’s 
action  on  a  project  constitutes  the  Approval  Action  for  that  project  (as  defined  in  S.F.  Administrative  Code 
Chapter  31,  as  amended,  Board  of  Supervisors  Ordinance  Number  161-13),  then  the  CEQA  determination 
prepared  in  support  of  that  Approval  Action  is  thereafter  subject  to  appeal  within  the  time  frame  specified  in  S.F. 
Administrative  Code  Section  31.16.  Typically,  an  appeal  must  be  filed  within  30  calendar  days  of  the  Approval 
Action  for  a  project  that  has  received  an  exemption  or  negative  declaration  pursuant  to  CEQA.  For  information 
on  filing  an  appeal  under  Chapter  31,  contact  the  Clerk  of  the  Board  of  Supervisors  at  City  Hall,  1  Dr.  Carlton  B. 
Goodlett  Place,  Room  244,  San  Francisco,  CA  94102,  or  call  (415)  554-5184.  If  the  Planning  Department’s 
Environmental  Review  Officer  has  deemed  a  project  to  be  exempt  from  further  environmental  review,  an 
exemption  determination  has  been  prepared  and  can  be  obtained  on-line  at  http://www.sf- 
planninq.org/index. aspx?paqe=3447.  Under  CEQA,  in  a  later  court  challenge,  a  litigant  may  be  limited  to  raising 
only  those  issues  previously  raised  at  a  hearing  on  the  project  or  in  written  correspondence  delivered  to  the 
Board  of  Supervisors,  Planning  Commission,  Planning  Department  or  San  Francisco  Public  Utilities 
Commission  at,  or  prior  to,  such  hearing,  or  as  part  of  the  appeal  hearing  process  on  the  CEQA  decision. 


ORDER  OF  BUSINESS 


1.  Call  to  Order 

2.  Roll  Call 

3.  Approval  of  the  Minutes  of  May  28,  2019 

4.  General  Public  Comment  (discussion  only) 

Members  of  the  public  may  address  the  Commission  on  matters  that  are 
within  the  Commission ’s  jurisdiction  and  are 
not  on  today’s  agenda. 

5.  Communications  (discussion  only) 

a)  Advance  Calendar 

b)  Correspondence  Log 

c)  Contract  Advertisement  Report 

d)  Water  Supply  Conditions  Update 

6.  Report  of  the  General  Manager  (discussion  only) 

a)  CleanPowerSF  Update 

b)  Bay  Delta  Water  Quality  Control  Plan  Update 

c)  Sewer  System  Improvement  Program  Quarterly  Report 

d)  Wastewater  Enterprise  Capital  Improvement  Program  Quarterly  Report 

e)  Report  on  Recent  San  Francisco  Public  Utilities  Commission  Activities, 
Events  and  Announcements 

7.  Other  Commission  Business  (discussion  only) 

The  following  matters  before  the  San  Francisco  Public  Utilities  Commission  are 
recommended  for  action  as  stated  by  the  General  Manager  and  City  Attorney, 
where  applicable.  Explanatory  documents  provided  to  the  Commission  in 
connection  with  this  agenda  are  available  for  public  inspection  and  copying  at 
the  Office  of  the  Commission  Secretary,  525  Golden  Gate  Avenue,  13th  Floor, 
San  Francisco,  CA  94102;  Telephone:  (415)  554-3165;  Fax:  (415)  554-3424; 
and  are  available  on-line  at  http://www. sfwater. org/index. aspx?page= 167 

CONSENT  CALENDAR 

8.  All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to  be 
routine  by  the  San  Francisco  Public  Utilities  Commission  and  will  be  acted  upon 
by  a  single  vote  of  the  Commission.  There  will  be  no  separate  discussion  of 
these  items  unless  a  member  of  the  Commission  or  the  public  so  requests,  in 
which  event  the  matter  will  be  removed  from  the  Calendar  and  considered  as  a 
separate  item. 

190103a  )  Approve  the  addition  of  scope  to  provide  Distributed  Control  System  (DCS) 
services  at  North  Shore  Pump  Station  and  an  increase  of  $5,100,000  to  the 
existing  $2,042,500  cost  contingency  for  Contract  No.  DB-126,  Wastewater 
Enterprise  DCS  Upgrades;  and  authorize  the  General  Manager  to  approve 


future  modifications  to  the  contract  for  a  total  revised  contract  amount  of  up 
to  $27,567,500,  with  no  change  to  the  contract  duration.  (How) 

b)  Accept  work  performed  by  J.  Flores  Construction,  Inc.  for  Contract  No. 
WW-630,  As-Needed  Spot  Sewer  Replacement  No.  35,  for  a  total  contract 
,  amount  of  $8,522,705,  and  with  a  total  contract  duration  of  409  consecutive 

1 9  0 1 1 U  calendar  days  (approximately  one  year  and  two  months);  and  authorize  final 

payment  to  the  contractor.  (How) 

REGULAR  CALENDAR 


9. 


10. 


1 

L 


90111 


ii. 

190112 


190113 


13. 

Y  <10114 


190115  14 


19011G15 


Workshop:  Overview  of  the  Sewer  System  Improvement  Program  including 
environmental  justice  analysis  and  workforce  development  strategies, 
(discussion  only)  (How) 

Authorize  the  General  Manager  to  execute  a  Memorandum  of  Understanding 
with  the  Office  of  Community  Investment  and  Infrastructure  defining  roles  and 
responsibilities  related  to  the  maintenance  of  green  infrastructure  facilities  that 
treat  stormwater  runoff  from  the  public  rights-of-way  in  the  Mission  Bay  South 
redevelopment  project  area.  (Norby) 

Approve  the  form  of,  and  authorize  the  General  Manager  to  execute,  multiple 
documents  together  constituting  a  credit  facility  agreement  in  the  principal 
amount  not  to  exceed  $200  million  with  Sumitomo  Mitsui  Banking  Corporation  to 
replace  an  expiring  agreement  of  the  Water  Interim  Funding  Program  that 
provides  interim  funding  of  the  Water  Enterprise  capital  program,  with  an  initial 
term  of  three  years  and  an  initial  annual  fee  of  $675,800,  and  a  five-year  option 
to  extend  for  a  total  term  of  up  to  eight  years.  (Sandler) 

Approve  the  Revised  Water  Supply  Assessment  for  the  proposed  542-550 
Howard  Street  Project,  pursuant  to  the  State  of  California  Water  Code  Section 
10910  et  seq.,  California  Environmental  Quality  Act  (CEQA)  Section  21151.9, 
and  CEQA  Guidelines  Section  15155.  (Ritchie) 

Approve  the  Revised  Water  Supply  Assessment  for  the  proposed  3333 
California  Street  Project,  pursuant  to  the  State  of  California  Water  Code 
Section  1 091 0  et  seq.,  California  Environmental  Quality  Act  Section  21151 .9, 
and  CEQA  Guidelines  Section  15155.  (Ritchie) 

Approve  the  Water  Supply  Assessment  for  the  proposed  30  Van  Ness 
Avenue  Project,  pursuant  to  the  State  of  California  Water  Code  Section  10910 
et  seq.,  California  Environmental  Quality  Act  Section  21151 .9,  and  CEQA 
Guidelines  Section  15155.  (Ritchie) 

Approve  the  Water  Supply  Assessment  for  the  proposed  725  Harrison 
Street  Project,  pursuant  to  the  State  of  California  Water  Code  Section  10910  et 
seq.,  California  Environmental  Quality  Act  Section  21151.9,  and  CEQA 
Guidelines  Section  15155.  (Ritchie) 


,  q  ji  *  ,  J6.  Approved  the  Revised  Water  Supply  Assessment  for  the  proposed  10  South 

i  j  U 1 1  /  Van  Ness  Project,  pursuant  to  the  State  of  California  Water  Code  Section 


1 091 0  ef  seq.,  California  Environmental  Quality  Act  Section  21151 .9,  and  CEQA 
Guidelines  Section  15155.  (Ritchie) 


17.  Approve  the  award  of  a  Green  Infrastructure  Grant  to  the  San  Francisco 
Unified  School  District  (SFUSD)  to  design,  and  if  the  project  proceeds, 

1  j  U 1  i  o  construct  stormwater  management  features  at  Lafayette  Elementary  School, 
and  authorize  the  General  Manager  to  execute  a  Green  Infrastructure  Grant 
Agreement  with  SFUSD  for  a  duration  of  20  years  and  for  an  amount  up  to 
$489,142.  (Norby) 


18.  Public  Comment  on  matters  to  be  addressed  during  Closed  Session 

19.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters 
listed  below  as  Conference  with  Legal  Counsel- 


The  Commission  will  go  into  Closed  Session  to  discuss  the  following  items: 

20.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (2)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (2)  (discussion  only)  (Gessner) 

Unlitiqated  Claim 

Farmers  Insurance  Exchange  v.  City  and  County  of  San  Francisco 
Unlitigated  File  No.  19-00594/Date  Filed:  September  7,  2018 
Proposed  Settlement  of  claim  with  the  claimant’s  release  of  all  claims  and  the 
City  to  pay  claimant  $300,472. 

Following  Closed  Session,  the  Commission  will  reconvene  in  Open  Session 

21.  Announcement  Following  Closed  Session 

22.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session 
pursuant  to  San  Francisco  Administrative  Code  Section  67.12  (a) 

23.  Other  New  Business  (discussion  only) 

24.  Adjournment 
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1 .  Call  to  Order 

President  Caen  called  the  meeting  to  order  at  1:36  PM. 

2.  Roll  Call 

Present:  Vietor,  Moran,  Maxwell  and  Paulson 

3.  Approval  of  the  Minutes  of  May  28,  201 9 

On  Motion  to  approve  the  Minutes  of  May  28,  2019: 

Ayes:  Vietor,  Moran,  Maxwell  and  Paulson 

No  public  comment. 

4.  General  Public  Comment 

-  Francisco  DaCosta  discussed  the  SFPUC’s  water  source  and  water 
rights.  He  noted  there  are  state  mandates  for  uses  linked  to  new 
development  projects.  He  discussed  a  requested  audit  of  the  SFPUC. 

5.  Communications 

a)  Advance  Calendar 

b)  Correspondence  Log 

c)  Contract  Advertisement  Report 

d)  Water  Supply  Conditions  Update 

Public  Comment  Item  5d 

-  Peter  Drekmeier,  Tuolumne  River  Trust,  thanked  staff  for  the  Water 
Supply  Conditions  updated.  He  presented  a  graph  of  the  Regional 
Water  System  Total  Deliveries  2013,  2018,  and  2019.  He  stated  it  is 
necessary  to  look  at  future  projections. 

6.  Report  of  the  General  Manager 

a)  CleanPowerSF  (CPSF)  Update 

Barbara  Hale,  Assistant  General  Manager  (AGM)  Power,  reviewed  (1) 
enrollment  and  service  to  customers:  Opt-out  rate  is  at  3.3%  and  the 
SuperGreen  upgrade  rate  is  at  1.6%;  (2)  Peak  Day  Pricing  Pilot: 
Program  for  commercial  customers  encouraging  reduced  consumption 
during  peak  periods  to  reduce  costs.  Eleven  customers  have  signed-up 
with  more  expressing  interest.  AGM  Hale  reviewed  how  the  ‘‘event  day” 
notice  is  provided  to  customers  and  implemented;  and  (3)  Rates 
implementation:  PG&E  received  approval  for  their  generation  and  exit 
fee  (PCIA)  rates  effective  July  1st.  An  adjusted  schedule  of 
CleanPowerSF  rates  and  charges  will  be  presented  to  the  Commission 
for  consideration  at  the  June  25,  2019  regular  meeting. 


AGM  Hale  responded  to  a  question  from  Vice  President  (VP)  Vietor  as  to 
how  often  an  “event  day”  may  occur.  She  requested  an  update  when 
pilot  program  data  becomes  available.  Brief  discussion  ensued. 
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AGM  Hale  responded  to  a  question  from  Commissioner  Maxwell  as  to 
whether  the  pilot  program  will  be  expanded  to  residential  customers. 

Public  Comment 

-  Aleta  Dupree  expressed  support  for  “time-of-use”  electricity  and 
requested  clarification  regarding  citywide  enrollment  and  power 
demand  service. 

AGM  Hale  provided  clarification  regarding  citywide  enrollment  figures. 

-  Francisco  DaCosta  questioned  who  controls  the  high-power  lines.  He 
asked  about  the  quality  of  the  stacks  and  about  CPSF  billing  method. 

AGM  Hale  responded  to  a  question  from  Commissioner  Maxwell 
regarding  PG&E’s  planned  power  outages.  She  discussed  the  various 
transmission  line  owners  and  provided  clarification  to  Mr.  DaCosta’s 
question  regarding  CPSF  billing. 

President  Caen  arrived  at  2:00  PM. 

AGM  Hale  responded  to  a  question  from  Commissioner  Paulson  as  to 
whether  PG&E  provides  notice  when  a  blackout  is  planned. 

-  Unknown  speaker  questioned  PG&E’s  power  shut-off  to  San 
Francisco.  He  discussed  CPSF’s  energy  mix. 

b)  Bay  Delta  Water  Quality  Control  Plan  Update 

Steve  Ritchie,  AGM  Water,  provided  an  update  regarding  discussions 
surrounding  the  voluntary  agreement.  He  indicated  further  updates  will 
be  provided  after  the  June  30th  status  report.  Discussion  ensued. 

AGM  Ritchie  responded  to  a  question  from  VP  Vietor  regarding 
discussion  with  districts  regarding  fish  flow  measures. 

In  response  to  a  question  from  Commissioner  Maxwell,  AGM  Ritchie 
discussed  weather  prediction  and  probability,  and  a  question  as  to  what 
the  three  most  important  parts  of  the  voluntary  agreement  are. 

Public  Comment 

-  Francisco  DaCosta  stated  the  Commission  needs  to  read  the  Raker 
Act  and  meet  with  elders  of  the  First  People. 

-  Peter  Drekmeier,  Tuolumne  River  Trust,  indicated  they  were  not 
invited  to  participate  in  the  voluntary  agreement  discussions,  noting 
conversations  in  which  they  have  been  involved.  He  discussed  design 
drought. 

c)  Sewer  System  Improvement  Program  (SSIP)  Quarterly  Report 
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Howard  Fung,  Interim  Wastewater  Enterprise  Capital  Program  Director, 
indicated  30.06%  of  Phase  1  Projects  are  complete  with  $0,781  B 
expended.  He  briefly  provided  updates  for  the  Biosolids  Digester 
Facilities  Project,  Southeast  Plant  (SEP)  New  Headworks  Facility 
Project,  and  other  Phase  1  Projects.  He  touched  on  the  following 
construction  projects:  Baker  Beach  Green  Street,  SEP  521/522  & 
Disinfection  upgrades,  and  Oceanside  Plant  condition  assessment 
improvements.  He  reviewed  the  SSIP  jobs  report  and  program  updates. 

Director  Fung  confirmed  for  Commissioner  Maxwell  that  of  the  $781 M  in 
expenditures,  $1.5M  have  been  for  apprenticeships. 

Commissioner  Paulson  requested  a  breakdown  of  the  $1.5M 
apprenticeship  expenditures.  GM  Kelly,  Jr.  provided  information 
regarding  expenditures  and  brief  discussion  ensued. 

Public  Comment 

-  Francisco  DaCosta  stated  that  Bayview  Hunters  Point  needs 
immediate  attention  regarding  quality  of  life  issues. 

d)  Wastewater  Enterprise  Capital  Improvement  Program  Quarterly  Report 

Director  Fung  presented  the  report  emphasizing  three  projects  that 
forecast  schedule  extensions  beyond  the  approved  six-month  schedule: 
(1)  Southeast  Plant  Distributive  Control  System  Upgrade  Project;  (2) 
Westside  Pump  Station  Reliability  Improvement  Project;  and  (3)  Griffith 
Pump  Station. 

He  responded  to  a  question  from  Commissioner  Maxwell  regarding  the 
difference  between  the  engineer’s  estimate  and  the  bids  received  for  the 
Westside  Pump  Station  Reliability  Improvement  Project.  She  questioned 
how  the  difference  is  resolved. 

No  public  comment. 

e)  Report  on  Recent  SFPUC  Activities,  Events  and  Announcements 

None. 

7.  Other  Commission  Business 

GM  Kelly,  Jr.  responded  to  questions  from  President  Caen  as  to  who  is 
responsible  for  the  maintenance  of  H etch  Hetchy  and  Evergreen  roads,  and 
a  question  from  VP  Vietor  as  to  who  is  responsible  for  the  procurement  of 
cleaning  supplies  at  Hetch  Hetchy  facilities. 

No  public  comment. 

8.  Consent  Calendar: 


SFPUC  MINUTES- JUNE  11,  2019 


4 


a)  Approve  the  addition  of  scope  to  provide  Distributed  Control  System  (DCS) 

services  at  North  Shore  Pump  Station  and  an  increase  of  $5,100,000  to  the 


existing  $2,042,500  cost  contingency  for  Contract  No.  DB-126,  Wastewater 


Enterprise  DCS  Upgrades;  and  authorize  the  General  Manager  to  approve 

future  modifications  to  the  contract  for  a  total  revised  contract  amount  of  up 

to  $27,567,500,  with  no  change  to  the  contract  duration.  (Resolution  19- 
0109) 

b)  Accept  work  performed  by  J.  Flores  Construction,  Inc,  for  Contract  No.  WW- 

630,  As-Needed  Spot  Sewer  Replacement  No.  35.  for  a  total  contract 

amount  of  $8,522,705,  and  with  a  total  contract  duration  of  409  consecutive 


calendar  days;  and  authorize  final  payment  to  the  contractor.  (Resolution 
19-01 10) 


On  Motion  to  approve  the  Consent  Calendar  Items  8a  and  8b: 
Ayes:  Caen,  Vietor,  Moran,  Maxwell  and  Paulson 


No  public  comment. 


9.  Workshop:  Overview  of  the  Sewer  System  Improvement  Program  (SSIP) 

including  environmental  justice  analysis  and  workforce  development  strategies. 

Director  Fung  began  with  a  summary  of  priority  challenges  including  aging 
infrastructure,  seismic  safety,  operational  reliability,  and  climate  change.  He 
provided  a  brief  history  of  the  SSIP  and  continued  with  discussion  of  SSIP:  Grey 
(system  and  seismic  reliability  and  redundancy),  Green  (stormwater 
management  solutions),  and  Clean  (protecting  public  health  and  the 
environment)  programs;  Level-of-Service  (LOS)  goals;  and  provision  of 
community  benefits.  He  reviewed  SSIP  Phase  I  Projects  ($2.9B);  SSIP  baseline 
budget  (three  phases)  with  subprograms  of  treatment  plants,  collection  system, 
land  reuse,  and  program  management. 


GM  Kelly,  Jr.  and  Director  Fung  responded  to  a  question  VP  Vietor  regarding 
the  Bay  side  Tunnel  Project. 

GM  Kelly  Jr.  responded  to  a  question  from  Commissioner  Maxwell  regarding 
actions  requested  by  Environmental  Protection  Agency.  She  stated  that  the 
projects  shouldn’t  be  short-sighted. 

Director  Fung  continued  with  presentation  of  Southeast  area  upgrades 
($2. 134B),  project  delivery  models  (Design-Bid  Build  and  Construction 
Manager/General  Contractor  (CM/GC),  standard  project  delivery  process, 
alternate  project  delivery  process,  CM/CG  advantages  and  considerations,  and 
review  of  topics  for  SSIP  monthly  Commission  reporting. 

Director  Fung  and  GM  Kelly,  Jr.  responded  to  questions  from  Commissioner 
Maxwell  as  to  how  CM/CG  contractors  are  selected,  workforce  requirements, 
and  the  35%  design  requirement.  Discussion  ensued. 
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Yolanda  Manzone,  Deputy  AGM  External  Affairs,  presented  the  SFPUC’s 
Environmental  Justice  (EJ)  Program:  Biosolids  EJ  purpose  and  goals,  EJ 
analysis  analytical  components,  EJ  indicators  and  those  carried  forward  for 
impact  analysis  review,  and  Biosolids  EJ  Project  commitments.  Discussion 
ensued  on  particulate  matter  thresholds.  She  concluded  with  noting  EJ 
commitments  for  the  new  community  center  at  1550  Evans. 

Deputy  AGM  Manzone  responded  to  a  question  from  Commissioner  Maxwell 
regarding  shadowing,  internship,  and  other  opportunities  for  people  of  color.  She 
requested  that  those  individuals  be  made  visible. 

VP  Vietor  thanked  staff  for  the  EJ  analysis  and  community  benefits  work. 

Masood  Ordikhani,  Project  Manager,  concluded  the  presentation  with  a 
discussion  of  local  worker  requirements  (construction,  professional  services/pre¬ 
construction,  Project  Labor  Agreements,  and  Jobs  Training  and  Opportunities 
Program,  initial  SSIP  local  hiring  results,  contractor  engagement  and  inclusion, 
and  initial  SSIP  LBE  results. 

GM  Kelly,  Jr.  provided  closing  comments. 

Commissioner  Maxwell  thanked  staff  for  listening  to  the  community  and  thanked 
the  Commission  for  their  work. 

Mr.  Ordikhani  responded  to  a  question  from  Commissioner  Maxwell  as  to  how 
community  members,  including  high  school  and  college  students,  are  targeted 
for  career  jobs  and  if  there  is  follow-up  to  ensure  those  people  are  successful. 

No  public  comment. 

10.  Authorize  the  General  Manager  to  execute  a  Memorandum  of  Understanding 

with  the  Office  of  Community  Investment  and  Infrastructure  defining  roles  and 

responsibilities  related  to  the  maintenance  of  green  infrastructure  facilities  that 

treat  stormwater  runoff  from  the  public  rights-of-way  in  the  Mission  Bay  South 

redevelopment  project  area.  (Resolution  19-01 11) 

Commissioner  Moran  asked  if  the  division  o  f  responsibility  for  green 
infrastructure  maintenance,  as  outlined  in  the  MOU,  provides  the  SFPUC  as 
permit  holder  with  the  authority  to  meet  and  stay  in  compliance  with  permit 
requirements.  Deputy  City  Attorney  provided  response  that  it  does. 

On  Motion  to  approve  Item  10: 

Ayes:  Caen,  Vietor,  Moran,  Maxwell  and  Paulson 

No  public  comment. 

11.  Approve  the  form  of,  and  authorize  the  General  Manager  to  execute,  multiple 

documents  together  constituting  a  credit  facility  agreement  in  the  principal 
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amount  not  to  exceed  $200  million  with  Sumitomo  Mitsui  Banking  Corporation  to 

replace  an  expiring  agreement  of  the  Water  Interim  Funding  Program  that 

provides  interim  funding  of  the  Water  Enterprise  capital  program,  with  an  initial 

term  of  three  years  and  an  initial  annual  fee  of  $675,800,  and  a  five-year  option 

to  extend  for  a  total  term  of  up  to  eight  years.  (Resolution  19-0112) 

Rich  Morales,  Debt  Manager,  provided  a  summary  of  the  water  interim  funding 
program,  recommended  replacement  credit  facility  and  terms,  and  reviewed  the 
request  to  approve  Forms  of  Agreements  in  the  principal  amount  not-to-exceed 
$200M  with  Sumitomo  Mitsui  Banking  Corporation. 

Mr.  Morales  responded  to  questions  from  Commissioner  Maxwell  regarding  the 
irrevocable  letter  of  credit  and  from  President  Caen  regarding  SFPUC’s  rights  to 
terminate  if  the  bank’s  credit  rating  drops. 

On  Motion  to  approve  Item  11: 

Ayes:  Caen,  Vietor,  Moran,  Maxwell  and  Paulson 


No  public  coment. 

The  Commission  Secretary  read  items  12  through  16  together: 

12.  Approve  the  Revised  Water  Supply  Assessment  (WSA)  for  the  proposed  542- 

550  Howard  Street  Project,  pursuant  to  the  State  of  California  Water  Code 

Section  10910  et  sea.,  California  Environmental  Quality  Act  (CEQA)  Section 
21151 .9,  and  CEQA  Guidelines  Section  15155.  (Resolution  19-0113) 

13.  Approve  the  Revised  Water  Supply  Assessment  for  the  proposed  3333 
California  Street  Project,  pursuant  to  the  State  of  California  Water  Code  Section 

10910  et  sea.,  California  Environmental  Quality  Act  Section  21151.9,  and  CEQA 

Guidelines  Section  15155.  (Resolution  19-0114) 

14.  Approve  the  Water  Supply  Assessment  for  the  proposed  30  Van  Ness  Avenue 
Project,  pursuant  to  the  State  of  California  Water  Code  Section  10910  et  seg., 

California  Environmental  Quality  Act  Section  21 151 .9,  and  CEQA  Guidelines 

Section  15155.  (Resolution  19-0115) 

15.  Approve  the  Water  Supply  Assessment  for  the  proposed  725  Harrison  Street 

Project,  pursuant  to  the  State  of  California  Water  Code  Section  10910  et  seg., 

California  Environmental  Quality  Act  Section  21 151 .9,  and  CEQA  Guidelines 
Section  15155.  (Resolution  19-0116) 


16.  Approved  the  Revised  Water  Supply  Assessment  for  the  proposed  10  South 
Van  Ness  Project,  pursuant  to  the  State  of  California  Water  Code  Section  10910 

etsea..  California  Environmental  Quality  Act  Section  21151.9,  and  CEQA 

Guidelines  Section  15155.  (Resolution  19-01 1 7) 

AGM  Ritchie  introduced  the  items  emphasizing  action  is  not  an  approval  of  any 
particular  project  but  rather  indicates  that  a  water  supply  assessment  has  been 
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conducted  for  the  project.  He  stated  changes  to  the  WSA ’s  that  were  requested 
at  the  June  1 1,  2019  meeting  by  VP  Vietor  have  been  incorporated  into  the 
WSA  items  for  consideration.  He  noted  the  difference  between  the  l/l/SAs  and 
the  revised  l/l/SAs. 

AGM  Ritchie  responded  to  a  question  from  VP  Vietor  as  to  whether 
conversations  are  taking  place  with  the  Planning  Department  regarding  water 
supply  and  State  Water  Board  actions. 

On  Motion  to  approve  Item  12: 

Ayes:  Caen,  Vietor,  Moran,  Maxwell  and  Paulson 

Public  Comment 

Peter  Drekmeier,  Tuolumne  River  Trust,  discussed  his  presentation  to  the 
Planning  Commission.  He  made  three  requests  of  the  SFPUC:  (1)  Planning 
Department,  SFPUC,  and  environmentalists  meet;  (2)  That  276’  office  space  per 
employee  be  used  in  the  formula  rather  than  240’  per  employee;  and  (3)  That 
14/S/As  look  at  cumulate  effects  of  additional  housing  thus  the  need  for  additional 
water.  He  stated  current  ratepayers  pay  higher  rates  for  development  projects. 

On  Motions  to  approve  Items  13,  14,  15  and  16: 

Ayes:  Caen,  Vietor,  Moran,  Maxwell  and  Paulson 

No  public  comment  on  Items  13,  14,  15  and  16. 

17.  Approve  the  award  of  a  Green  Infrastructure  Grant  to  the  San  Francisco  Unified 

School  District  (SFUSD)  to  design,  and  if  the  project  proceeds,  construct 

stormwater  management  features  at  Lafayette  Elementary  School,  and 

authorize  the  General  Manager  to  execute  a  Green  Infrastructure  Grant 

Agreement  with  SFUSD  for  a  duration  of  20  years  and  for  an  amount  up  to 
$489,142.  (Resolution  19-0118) 

Sarah  Bloom,  Project  Manager,  responded  to  concerns  form  Commissioner 
Maxwell  regarding  the  language  “if  the  project  proceeds’’.  Deputy  City  Attorney 
Roddy  provided  additional  comment  indicating  the  language  is  written  per 
California  Environmental  Quality  Act  requirements.  Commissioners  Maxwell  and 
Vietor  requested  that  in  future  items  the  CEQA  requirement  be  clearly  included 
in  the  agenda  item  summary. 

On  Motion  to  approve  Item  1 1: 

Ayes:  Caen,  Vietor,  Moran,  Maxwell  and  Paulson 

No  public  comment. 

18.  Public  Comment  on  matters  to  be  addressed  during  Closed  Session 

None. 
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19.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters 

listed  below  as  Conference  with  Legal  Counsel 

On  Motion  to  assert: 

Ayes:  Caen,  Vietor,  Moran,  Maxwell  and  Paulson 
The  Commission  entered  Closed  Session  at  4:52  PM. 

20.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (2)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (2) 

Unlitiqated  Claim 

Farmers  Insurance  Exchange  v.  City  and  County  of  San  Francisco 
Unlitigated  File  No.  19-00594/Date  Filed:  September  7,  2018 
Proposed  Settlement  of  claim  with  the  claimant’s  release  of  all  claims  and  the 
City  to  pay  claimant  $300,472. 

(Resolution  19-0119) 

The  Commission  exited  Closed  Session  at  4:55  PM. 

21.  Announcement  Following  Closed  Session 

None. 

22.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session 

pursuant  to  San  Francisco  Administrative  Code  Section  67.12  (a) 

On  Motion  not  to  disclose: 

Ayes:  Caen,  Vietor,  Moran,  Maxwell  and  Paulson 

23.  Other  New  Business 

Commissioner  Moran  stated  that  14/SAs  are  predicated  on  issues  the  SFPUC 
wants  to  commit  to  and  from  studies  and  analysis  prepared  for  other  purposes, 
but  that  they  don’t  reflect  adopted  SFPUC  policy.  He  presented  two  issues:  (1) 
when  making  extreme  rationing  cutbacks  the  SFPUC  will  not  go  below  38%  for 
residential  customers;  and  (2)  the  SFPUC  commitment  to  maintain  the  level-of- 
service  in  the  face  of  regulatory  action  and  demand  growth.  He  requested  the 
items  come  back  to  the  Commission  for  the  establishment  these  items  as 
SFPUC  policy  so  future  H/SAs  are  not  in  a  position  of  doubt  as  to  how 
assessments  are  made.  Brief  discussion  ensued. 

Commissioner  Maxwell  requested  that  GM  Kelly,  Jr.  attend  a  Planning 
Commission  to  present  challenges  the  SFPUC  faces  with  the  State  Water 
Board. 

24.  Adjournment 

President  Caen  adjourned  the  meeting  at  5:09  PM. 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0109 


WHEREAS,  On  December  13,  2016,  per  Resolution  No.  16-0099,  this  Commission 
approved  the  award  of  Wastewater  Enterprise  (WWE),  Sewer  System  Improvement  Program 
(SSIP)  funded  Contract  No.  DB-126,  WWE  Distributed  Control  System  (DCS)  Upgrades,  a 
Progressive  Design-Build  (DB)  Agreement  to  Emerson  Process  Management  Power  &  Water 
Solutions,  Inc.;  and 

WHEREAS,  The  San  Francisco  Public  Utilities  Commission  issued  notice  to  proceed  to 
initiate  pre-construction  services  on  March  20,  2017;  and 

WHEREAS,  The  original  contract  amount  was  for  $20,425,000  and  the  original  contract 
duration  was  5,478  consecutive  calendar  days  (15  years);  and 

WHEREAS,  Section  6.22(h)  of  the  Administrative  Code  requires  any  cumulative 
increases  in  contract  cost  or  duration  in  excess  of  10%  of  the  original  contract  amounts  be 
approved  by  this  Commission;  and 

WHEREAS,  Authorization  is  being  requested  to  add  scope  of  work  for  the  North  Shore 
Pump  Station  DCS  work,  which  will  increase  the  contract  amount  by  $1,134,115  (within  the 
original  10%  contingency),  with  no  change  to  the  contract  duration;  and 

WHEREAS,  In  addition,  an  increase  to  the  contract  cost  contingency  of  $5,100,000  is 
being  requested  to  address  change  orders  associated  with  potential  changes  to  DCS  software  and 
hardware  during  construction,  hardware  spares,  additional  training,  and  field  verification  at  other 
WWE  facilities,  as  well  as  corresponding  increases  to  the  General  Conditions  costs  and  bond 
premiums,  revising  the  total  contract  amount  limit  to  $27,567,500;  and 

WHEREAS,  The  additional  scope  of  work  does  not  constitute  a  project  under  California 
Environmental  Quality  Act  Guidelines  Section  15378  because  there  would  be  no  physical  change 
in  the  environment;  and 

WHEREAS,  A  Contract  Monitoring  Division  subcontracting  requirement  of  5%  Local 
Business  Enterprise  (LBE)  participation  requirement  has  been  established  for  the  Pre¬ 
construction  portion  of  this  contract  and  5%  LBE  participation  during  Construction,  and 
Emerson  Process  Management  Power  &  Water  Solutions,  Inc  committed  to  meet  or  exceed  this 
participation  requirement;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CWWSIPSE07  -  SEP  Facility-wide 
Distributed  Control  System  Upgrades;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  proposed  additional  scope  of 
work  for  the  North  Shore  Pump  Station  and  an  increase  to  the  contract  cost  contingency  in  the 
amount  of  $5,100,000  for  WWE,  SSIP-funded  Contract  No.  DB-126,  WWE  DCS  Upgrades 
Project,  a  Progressive  DB  agreement  with  Emerson  Process  Management  Power  &  Water 
Solutions,  Inc,  increasing  the  total  cost  contingency  to  $7,142,500;  and  be  it 


FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager,  or  his 
designee,  to  consider  and,  if  appropriate,  to  approve  future  modifications  to  the  contract  amount 
for  a  total  of  up  to  $27,567,500,  with  no  change  to  the  contract  duration. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  June  11,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


19-0110 


WHEREAS,  Construction  has  been  completed  for  Contract  No.  WW-630,  As-Needed 
Spot  Sewer  Replacement  No.  35,  by  the  contractor,  J.  Flores  Construction,  Inc.;  and 

WHEREAS,  On  August  9,  2016,  by  Resolution  No.  16-0162,  this  Commission  awarded 
Contract  No.  WW-630,  As-Needed  Spot  Sewer  Replacement,  No.  35  in  the  amount  of 
$8,204,070,  to  the  responsible  bidder  with  the  lowest  responsive  bid,  J.  Flores  Construction,  Inc.; 
and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  set  for  October  3, 
2016,  with  an  original  schedule  of  400  consecutive  calendar  days  and  the  contract  work  was 
completed  in  409  consecutive  calendar  days  on  November  15,  2017;  and 

WHEREAS,  The  original  contract  amount  was  for  $8,204,070  and  the  original  contract 
duration  was  400  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  1  was  issued  for  $820,400  to  increase  the  contract  amount 
in  order  to  perform  additional  as-needed  spot  sewer  replacement  work,  increasing  the  contract 
not-to-exceed  amount  to  $9,024,470,  and  for  a  duration  extension  of  9  consecutive  calendar 
days,  increasing  the  contract  duration  to  409  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  2  was  issued  for  ($501,765)  to  adjust  contract  bid  item 
quantities  to  match  actual  quantities  used,  decreasing  the  contract  not-to-exceed  amount  to 
$8,522,705;  and 

WHEREAS,  The  CMD  determined  that  the  contractor  has  made  a  good  faith  effort  to 
comply  with  the  19.96%  Local  Business  Enterprise  submitted  for  this  contract;  and 

WHEREAS,  Funds  are  available  from  Project  No.  10015672,  As-Needed  Spot  Sewer 
Replacement  No.  35;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  accepts  work  performed  by  J.  Flores 
Construction,  Inc.  for  Wastewater  Enterprise,  Renewal  and  Replacement  Program-funded 
Contract  No.  WW-630,  As-Needed  Spot  Sewer  Replacement  No.  35,  for  a  total  contract  not-to- 
exceed  amount  of  $8,522,705  and  a  total  contract  duration  of  409  consecutive  calendar  days;  and 
authorizes  final  payment  to  the  contractor. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  o  f  June  11,  2019. 


Secretary,  Public  Utilities  Commission 


■ 


* 


,  , 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


19-0111 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  and  the  Office  of 
Community  Investment  and  Infrastructure  (OCII)  desire  to  continue  their  cooperative  efforts  in 
protecting  San  Francisco  Bay  water  quality  by  executing  a  Memorandum  of  Understanding 
(MOU)  that  defines  maintenance  obligations  for  green  infrastructure  facilities  in  the  Mission  Bay 
South  redevelopment  project  area;  and 

WHEREAS,  Mission  Bay  South  redevelopment  project  area  public  rights-of-way  storm 
runoff  is  managed  through  green  infrastructure  in  designated  open  spaces;  and 

WHEREAS,  Maintenance  of  green  infrastructure  in  designated  open  spaces  requires 
coordination  between  SFPUC  and  OCII  to  ensure  these  spaces  continue  to  effectively  serve  as 
open  spaces  at  the  surface  level  while  treating  and  conveying  stormwater  using  green 
infrastructure  at  the  subsurface  level;  and 

WHEREAS,  SFPUC,  OCII  and  Mission  Bay  Parks  worked  collaboratively  to  assign 
surface  and  subsurface  maintenance  roles  and  responsibilities  to  the  appropriate  parties  and 
thoroughly  documented  each  task  in  the  Mission  Bay  Maintenance  Manual  (Appendix  B);  and 

WHEREAS,  SFPUC’s  primarily  subsurface  maintenance  obligations  will  be  fulfilled  as- 
needed,  which  is  estimated  to  cost  approximately  $8,500  annually  by  SFPUC’s  Green 
Infrastructure  Cost  Estimation  Model;  and 

WHEREAS,  Future  development  of  designated  open  spaces  containing  green 
infrastructure  in  the  Mission  Bay  South  redevelopment  project  area  and  any  changes  in  land 
ownership  associated  with  redevelopment  will  be  accommodated  through  a  process  established 
by  this  MOU;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager  of  the 
SFPUC  to  execute  a  MOU  with  OCII  to  define  roles  and  responsibilities  related  to  the 
maintenance  of  green  infrastructure  facilities  that  treat  stormwater  runoff  from  the  public  rights- 
of-way  in  the  Mission  Bay  South  redevelopment  project  area. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  June  11 ,  2019. 


Secretary ,  Public  Utilities  Commission 


■ 


' 


. 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 

RESOLUTION  NO. _ 19-0012 _ 

WHEREAS,  On  November  5,  2002,  the  voters  of  the  City  and  County  of  San  Francisco 
(the  “City”)  approved  Proposition  E  (codified  at  Charter  Section  8B.124,  but  hereinafter  referred 
to  as  “Proposition  E”),  which  among  other  things,  authorized  the  Public  Utilities  Commission  of 
the  City  (the  “Commission”)  to  issue  revenue  bonds,  including  notes,  commercial  paper  or  other 
forms  of  indebtedness,  when  authorized  by  ordinance  approved  by  a  two-thirds  vote  of  the  Board 
of  Supervisors,  for  the  purpose  of  reconstructing,  replacing,  expanding,  repairing  or  improving 
water  facilities  or  clean  water  facilities  or  combinations  of  water  and  clean  water  facilities  under 
the  jurisdiction  of  the  Commission  (the  “Water  Enterprise”);  and 

WHEREAS,  Pursuant  to  Section  43.5  of  the  San  Francisco  Administrative  Code 
(“Article  V”),  enacted  by  Ordinance  No.  203-98  adopted  by  the  Board  on  June  8,  1998,  and 
signed  by  the  Mayor  of  the  City  on  June  19,  1998,  as  amended  by  Ordinance  No.  270-06, 
adopted  on  October  24,  2006  by  the  Board  and  signed  by  the  Mayor  on  October  31,  2006,  the 
Board  established  a  procedure  pursuant  to  which  the  Commission  may  issue  short-term 
indebtedness,  including  the  issuance  of  commercial  paper  in  anticipation  of  the  issuance  of  its 
revenue  bonds;  and 

WHEREAS,  Under  Proposition  E,  the  Board  can  authorize  the  issuance  of  debt  subject 
to  its  receipt  of  a  certification  from  an  independent  engineer  that  (i)  the  projects  to  be  financed 
by  such  debt  meet  utility  standards,  and  (ii)  estimated  net  revenue  will  be  sufficient  to  meet 
operating,  maintenance,  debt  service  coverage  and  other  indenture  or  resolution  requirements 
(the  “Engineer  Certification”);  and 

WHEREAS,  Under  Proposition  E,  the  Board  is  also  required  to  obtain  a  certification 
from  the  San  Francisco  Planning  Department  that  facilities  financed  with  such  debt  will  comply 
with  applicable  requirements  of  the  California  Environmental  Quality  Act  (together  with  the 
Engineer  Certification,  the  “Proposition  E  Certificates”);  and 

WHEREAS,  Pursuant  to  (i)  Ordinance  No.  189-09,  adopted  by  the  Board  on  August  4, 
2009  and  signed  by  the  Mayor  on  August  12,  2009,  (ii)  Ordinance  No.  89-10,  adopted  by  the 
Board  on  April  20,  2009  and  signed  by  the  Mayor  on  April  30,  2009  and  (iii)  Ordinance  No. 
113-12,  adopted  by  the  Board  on  June  12,  2012  and  signed  by  the  Mayor  on  June  18,  2012 
(together,  “the  Ordinances”),  the  Board  has  authorized  the  issuance  of  up  to  $3,201,431,157  of 
water  revenue  bonds  under  Proposition  E,  and  in  the  anticipation  of  the  issuance  of  such  water 
revenue  bonds  has  authorized  the  issuance  of  the  Commission’s  commercial  paper  notes  (the 
“CP  Notes”);  and 

WHEREAS,  The  amount  of  authorized  but  unissued  water  revenue  bonds  issued  under 
the  Ordinances  is  $989,076,289;  and 


WHEREAS,  Pursuant  to  Ordinance  No.  31 1-08,  adopted  by  the  Board  of  Supervisors  on 
December  16,  2008,  and  Resolution  No.  09-175,  adopted  by  this  Commission  on  October  27, 
2009,  the  Water  Enterprise’s  commercial  paper  program  (the  “Water  CP  Program”)  was 
increased  from  $250,000,000  to  an  aggregate  principal  amount  of  $500,000,000;  and 

WHEREAS,  The  CP  Notes  currently  consist  of  the  (i)  Public  Utilities  Commission  of  the 
City  and  County  of  San  Francisco  Commercial  Paper  Notes  (Water  Series,  Proposition  E)  Tax- 
Exempt  Subseries  A-l  and  Taxable  Subseries  A-l-T,  (ii)  Public  Utilities  Commission  of  the  City 
and  County  of  San  Francisco  Commercial  Paper  Notes  (Water  Series,  Proposition  E)  Tax- 
Exempt  Subseries  A-2  and  Taxable  Subseries  A-2-T  (the  “Subseries  A-2  and  A-2-T  CP  Notes”), 
(iii)  Public  Utilities  Commission  of  the  City  and  County  of  San  Francisco  Commercial  Paper 
Notes  (Water  Series,  Proposition  E)  Tax-Exempt  Subseries  A-3  and  Taxable  Subseries  A-3-T, 
and  (iv)  Public  Utilities  Commission  of  the  City  and  County  of  San  Francisco  Revolving  Notes 
(Water  Series,  Proposition  E)  Tax-Exempt  Subseries  R-l  and  Taxable  Subseries  R-l-T;  and 

WHEREAS,  The  liquidity  facility  for  the  Subseries  A-2  and  A-2-T  CP  Notes  expires  on 
June  18,  2019,  and  the  Commission  is  required  to  replace  such  facility  with  a  new  liquidity  or 
other  credit  facilities  in  order  to  support  and/or  maintain  the  Water  CP  Program;  and 

WHEREAS,  The  Commission  issued  a  request  for  bids  from  qualified  banks  to  provide 
for  one  or  more  letters  of  credit  or  revolving  lines  of  credit  to  secure  the  payment  of  the 
Subseries  A-2  and  A-2-T  CP  Notes  or  direct-purchase,  revolving  credit  facilities  to  replace  the 
expiring  liquidity/credit  facilities;  and 

WHEREAS,  After  an  evaluation  of  the  responses  to  such  request  for  bids,  the 
Commission  staff  determined  that  a  letter  of  credit  supporting  $200  million  of  Subseries  A-2  and 
A-2-T  CP  Notes  offered  by  Sumitomo  Mitsui  Banking  Corporation,  acting  through  its  New  York 
Branch  (the  “SMBC  Letter  of  Credit”)  was  most  advantageous  to  the  Commission  and  was 
determined  to  be  the  lowest  cost,  responsive  and  responsible  bidder  to  provide  credit  and/or 
liquidity  support  the  Subseries  A-2  and  A-2-T  CP  Notes;  and 

WHEREAS,  The  proposed  forms  of  the  Reimbursement  Agreement  by  and  between  the 
Commission  and  SMBC  (the  “SMBC  Reimbursement  Agreement”),  which  includes,  as  exhibits, 
the  form  of  the  SMBC  Letter  of  Credit  and  the  form  of  Bank  Note  (the  “SMBC  Bank  Note”)  to 
be  executed  by  the  Commission  in  favor  of  SMBC  evidencing  any  and  all  obligations  of  the 
Commission  to  reimburse  the  Bank  under  the  SMBC  Reimbursement  Agreement,  and  a  Fee 
Agreement,  by  and  between  the  Commission  and  SMBC  (the  “SMBC  Fee  Agreement”)  have 
been  presented  to  the  Commission  and  filed  with  the  Secretary,  and  the  Commission  finds  it  in 
its  best  interest  to  enter  into  such  agreements;  and 

WHEREAS,  Pursuant  to  Ordinance  No.  311-08,  Resolution  No.  09-175  adopted  by  this 
Commission  on  October  27,  2009,  and  Resolution  No.  14-0088,  adopted  by  this  Commission  on 
May  27,  2014,  the  Commission  is  authorized  to  take  any  and  all  necessary  action  in  connection 
with  the  issuance  of  the  CP  Notes  and  other  short-term  indebtedness;  and 


WHEREAS,  The  Commission  finds  it  necessary  to  deliver  an  offering  memorandum  for 
the  CP  Notes  in  connection  with  the  execution  and  delivery  of  the  SMBC  Reimbursement 
Agreement;  and 

WHEREAS,  The  proposed  form  of  issuing  and  paying  agent  agreement  (the  “Issuing  and 
Paying  Agent  Agreement”)  has  been  presented  to  the  Commission  and  filed  with  the  Secretary, 
and  the  Commission  tinds  it  in  its  best  interest  to  enter  into  such  agreement  with  a  qualified 
issuing  and  paying  agent;  and 

WHEREAS,  The  proposed  form  of  offering  memorandum  (the  “Offering  Memorandum”) 
has  been  presented  to  the  Commission  and  filed  with  the  Secretary;  and 

WHEREAS,  The  Commission  has  paid,  beginning  no  earlier  than  60  days  prior  to  the 
adoption  ot  this,  Resolution  and  will  pay,  on  and  after  the  date  hereof,  certain  expenditures  (the 
“Expenditures”  as  defined  in  the  Code  referred  to  below)  in  connection  with  the  acquisition, 
construction  and/or  equipping  of  the  Capital  Improvement  Projects;  and 

WHEREAS,  The  Commission  adopts  this  Resolution  as  official  action  of  the 
Commission  in  order  to  comply  with  Treasury  Regulation  §1.150-2  and  any  other  regulations  of 
the  Internal  Revenue  Service  (the  “Code”)  relating  to  the  qualification  for  reimbursement  of 
Commission  expenditures  incurred  prior  to  the  date  of  issue  of  any  CP  Notes;  and 

WHEREAS,  On  June  26,  2018  the  Environmental  Review  Officer  (ERO)  issued  a 
Certificate  of  the  City  and  County  of  San  Francisco  Planning  Department  (pursuant  to  Section 
8B.  124(b)  of  the  City  Charter)  under  Proposition  E  of  November  2002,  granting  authority  for  the 
issuance  of  debt  to  the  Board  of  Supervisors,  for  the  Water  Enterprise  Capital  Program.  By  this 
certification  the  ERO  certified  that  the  projects  to  be  funded  through  the  sale  of  Water  Revenue 
Bonds  and/or  Other  Forms  of  Indebtedness,  including  Commercial  Paper,  either  already  comply  with 
the  requirements  of  the  California  Environmental  Quality  Act  (CEQA)  or  will  undergo  CEQA  review 
when  they  are  defined;  and 

WHEREAS,  The  Proposition  E  Certificates  meeting  the  Proposition  E  requirements 
areon  file  with  the  Clerk  of  the  Board  in  accordance  with  Proposition  E  prior  to  the  issuance  of 
any  CP  Notes  or  short-term  indebtedness;  now,  therefore,  be  it 

RESOLVED  by  the  Public  Utilities  Commission  of  the  City  and  County  of  San 
Francisco,  as  follows: 

Approval  of  Bank  Agreements.  The  forms  of  the  SMBC  Reimbursement  Agreement,  the 
SMBC  Bank  Note,  and  the  SMBC  Fee  Agreement  (collectively,  the  “Bank  Agreements”),  in 
substantially  the  forms  submitted  to  this  Commission,  are  hereby  approved  and  recommended  to 
the  Director  of  the  City’s  Office  of  Public  Finance  (the  “Director”)  for  approval  pursuant  to  the 
Administrative  Code,  Article  V  thereof.  The  General  Manager  of  the  Commission  (the  “General 
Manager”)  or  his  or  her  designee  is  authorized  and  directed  to  execute  and  deliver  the  Bank 
Agreements  in  substantially  said  forms,  subject  to  such  additions  thereto  or  changes  therein 
which  the  General  Manager,  upon  consultation  with  the  City  Attorney  and  Director,  shall 
approve,  such  approval  to  be  conclusively  evidenced  by  the  execution  and  delivery  of  such  Bank 
Agreements. 


Approval  of  Issuing  and  Paying  Agent  Agreement.  The  form  of  Issuing  and  Paying 
Agent  Agreement,  between  the  Commission  and  U.S.  Bank  National  Association,  in 
substantially  the  form  submitted  to  this  Commission  and  on  file  with  the  Secretary,  is  hereby 
approved  and  recommended  to  the  Director  for  approval  pursuant  to  the  Administrative  Code, 
Article  V  thereof,  subject  to  such  to  such  additions  thereto  or  changes  therein  which  the  General 
Manager,  upon  consultation  with  the  City  Attorney  and  Director,  shall  approve,  such  approval  to 
be  conclusively  evidenced  by  the  execution  and  delivery  of  such  Issuing  and  Paying  Agent 
Agreement. 


Approval  of  Offering  Memorandum.  The  form  of  Offering  Memorandum,  in 
substantially  the  form  filed  with  the  Secretary,  is  hereby  approved  and  recommended  to  the 
Director  for  approval  pursuant  to  the  Administrative  Code,  Article  V  thereof,  subject  to  such 
additions  thereto  or  changes  therein  which  the  General  Manager,  upon  consultation  with  the  City 
Attorney  and  Director,  shall  approve.  The  General  Manager  (or  the  designee  thereof)  is  further 
authorized  and  directed  to  distribute,  in  connection  with  the  sale  of  any  CP  Notes,  one  or  more 
Offering  Memoranda  relating  to  the  CP  Notes,  including  such  additions  thereto  and  changes 
therein,  and  any  amendments  or  supplements  thereto  from  time  to  time,  as  the  General  Manager, 
upon  consultation  with  the  City  Attorney,  Bond  Counsel  and  the  Director  shall  approve,  such 
approval  to  be  conclusively  evidenced  by  the  distribution  of  each  such  Offering  Memorandum. 

Extensions  of  Term  of  SMBC  Letter  of  Credit.  The  General  Manager  or  his  or  her 
designee  is  further  authorized,  upon  consultation  with  the  City  Attorney  and  the  Director,  to 
execute  one  or  more  amendments  to  extend  the  term  of  the  SMBC  Letter  of  Credit  authorized 
hereunder  by  an  aggregate  period  not  to  exceed  five  years  from  the  commencement  date  of  the 
new  term,  for  a  total  potential  duration  of  eight  years,  provided  further  that  the  annual  facility  fee 
payable  thereunder  to  SMBC  shall  not  exceed  $800,000. 

Intent  to  Reimburse.  This  Commission  hereby  declares  the  official  intent  of  the 
Commission  to  reimburse  the  Commission  with  proceeds  of  the  CP  Notes  for  the  Expenditures 
(as  defined  under  the  Code)  with  respect  to  the  Capital  Improvement  Projects  made  on  and  after 
a  date  that  is  no  more  than  60  days  prior  to  the  adoption  of  this  Resolution.  The  Commission 
reasonably  expects  on  the  date  hereof  that  it  will  reimburse  the  Expenditures  with  proceeds  of 
the  CP  Notes.  Each  such  Expenditure  was  and  will  be  either  (A)  of  a  type  properly  chargeable  to 
a  capital  account  under  general  federal  income  tax  principles  (determined  in  each  case  as  of  the 
date  of  the  Expenditure),  (B)  a  cost  of  issuance  with  respect  to  the  CP  Notes,  (C)  a  nonrecurring 
item  that  is  not  customarily  payable  from  current  revenues,  or  (D)  a  grant  to  pay  a  party  that  is 
not  related  to  or  an  agent  of  the  issuer  so  long  as  such  grant  does  not  impose  any  obligation  or 
condition  (directly  or  indirectly)  to  repay  any  amount  to  or  for  the  benefit  of  the  Commission. 
The  maximum  principal  amount  of  the  CP  Notes  to  be  issued,  subject  to  the  provisions  of 
Proposition  E,  for  the  capital  improvement  projects  of  the  Water  Enterprise  is  $500,000,000 
(exclusive  of  financing  costs).  The  Commission  will  make  a  reimbursement  allocation,  which  is 
a  written  allocation  that  evidences  the  Commission’s  use  of  proceeds  of  the  CP  Notes  to 
reimburse  an  Expenditure,  no  later  than  18  months  after  the  later  of  the  date  on  which  the 
Expenditure  is  paid  or  the  component  of  the  Capital  Improvement  Projects  is  placed  in  service  or 
abandoned,  but  in  no  event  more  than  three  years  after  the  date  on  which  the  Expenditure  is  paid. 
The  Commission  recognizes  that  exceptions  are  available  for  certain  “preliminary  expenditures,” 
costs  of  issuance,  certain  de  minimis  amounts,  expenditures  by  “small  issuers”  (based  on  the  year 


of  issuance  and  not  the  year  of  expenditure)  and  expenditures  for  construction  projects  of  at  least 
5  years. 

Section  1.  Further  Actions.  The  General  Manager  or  his  or  her  designee,  and  in 
consultation  with  the  City  Attorney  and  the  Director,  is  hereby  authorized  and  directed  to 
execute  such  other  agreements,  certifications  or  documents  and  to  take  any  and  all  necessary 
action  in  lurtherance  ot  the  execution  of  the  Bank  Agreements  and  the  marketing  and  sale  of  the 
CP  Notes. 

Section  2.  Delegation.  The  General  Manager  is  authorized  to  delegate  any  of  the 
responsibilities  or  duties  set  forth  in  this  resolution  to  the  Assistant  General  Manager,  Business 
Services  and  Chief  Financial  Officer  of  the  Commission. 

Section  3.  Ratification.  All  actions  heretofore  taken  by  the  officials,  employees  and 
agents  of  the  Commission  with  respect  to  the  execution  of  the  Bank  Agreements  in  connection 
with  the  Water  CP  Program,  are  hereby  approved,  confirmed  and  ratified. 

Section  4.  Effective  Date.  This  resolution  shall  take  effect  from  and  after  its  adoption. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  on  June  11,  2019. 


Secretary,  Public  Utilities  Commission 


V-"; 


■ 


■ 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0113 


WHEREAS,  Under  the  California  Environmental  Quality  Act  (CEQA)  and  State  of 
California  Water  Code  (Section  10910(g)(1)),  the  San  Francisco  Public  Utilities  Commission 
(SFPUC)  is  required  to  prepare  and  approve  a  Water  Supply  Assessment  (WSA)  for  the 
cumulative  water  demands  presented  by  the  proposed  542-550  Howard  Street  Project,  which 
involves  construction  of  a  62-story,  mixed-use  tower  with  residential,  hotel,  office,  retail, 
parking,  and  open  space  uses  totaling  approximately  1.1  million  gross  square  feet  (gsf);  and 

WHEREAS,  This  the  542-550  Howard  Street  Project  is  required  to  comply  with  the 
City’s  Non-potable  Water  Ordinance,  Article  12C  of  the  San  Francisco  Health  Code,  and  as  a 
result,  the  Project  will  offset  its  potable  water  use  through  the  use  of  alternate  water  sources;  and 

WHEREAS,  A  WSA  is  an  informational  document  that  assesses  the  adequacy  of  water 
supplies  to  serve  a  proposed  project  and  is  required  to  be  prepared  as  part  of  the  CEQA 
environmental  review  process;  and 

WHEREAS,  Approval  of  a  WSA  as  an  informational  document  is  not  considered  an 
approval  action  as  defined  in  Section  15378  of  the  CEQA  Guidelines;  and 

WHEREAS,  A  WSA  must  be  approved  at  a  public  meeting  by  the  governing  body  of  the 
public  water  supplier  that  would  serve  the  proposed  project;  and 

WHEREAS,  On  October  23,  2018  by  Resolution  No.  18-0174,  this  Commission 
approved  a  WSA  for  the  542-550  Howard  Street  Project,  which  concluded  that  the  SFPUC  has 
adequate  water  supplies  to  meet  the  proposed  project’s  water  demands  through  2040;  and 

WHEREAS,  Following  this  Commission’s  approval  of  the  WSA,  water  demand 
estimates  for  the  qurrent  proposed  project  were  refined  to  reflect  water  use  by  hotel  guests, 
resulting  in  slightly  higher  demands  than  those  provided  in  the  WSA  approved  on  October  23, 
2018; and 

WHEREAS,  On  December  12,  2018,  the  State  Water  Resources  Control  Board  adopted 
an  amendment  to  the  Water  Quality  Control  Plan  for  the  San  Francisco  Bay/Sacramento-San 
Joaquin  Delta  Estuary  (i.e.,  Bay-Delta  Plan  Amendment),  which,  if  implemented  in  the  future, 
would  affect  the  Regional  Water  System  supply  and  the  SFPUC’s  ability  to  meet  the  projected 
demands  of  existing  and  future  retail  customers,  including  the  proposed  project;  and 

WHEREAS,  Multiple  lawsuits  are  pending  challenging  the  Bay-Delta  Plan  Amendment, 
and  the  City  is  a  party  to  one  of  those  suits;  and 

WHEREAS,  In  accordance  with  the  State  Water  Resources  Control  Board’s  instruction, 
on  March  1,  2019,  the  SFPUC,  in  partnership  with  other  key  stakeholders,  submitted  a  proposed 
“voluntary  agreement”  (March  1st  Proposed  Voluntary  Agreement)  for  the  State’s  consideration 
as  a  substitute  or  replacement  of  the  Bay-Delta  Plan  Amendment;  and 


WHEREAS,  On  March  26,  2019  by  Resolution  No.  19-0057,  this  Commission  endorsed 
the  SFPUC’s  continued  participation  in  the  voluntary  agreement  negotiation  process  and  stated 
its  intent  that  the  terms  of  any  final  voluntary  agreement  would  improve  the  health  of  the 
fisheries  and  maintain  the  reliability  of  its  water  supply  including  maintenance  of  its  level  of 
service  (LOS)  goal  of  no  more  than  20%  system-wide  rationing;  and 

WHEREAS,  Because  implementation  of  the  Bay-Delta  Plan  Amendment  or  an 
alternative  Voluntary  Agreement  is  uncertain  at  this  time,  the  SFPUC  staff  prepared  the  attached 
Revised  WSA  for  the  proposed  542-550  Howard  Street  Project,  analyzing  water  supply  and 
demand  under  three  scenarios:  (1)  No  implementation  of  the  Bay-Delta  Plan  Amendment  or  the 
March  1st  Proposed  Voluntary  Agreement  (“Scenario  1”),  (2)  Implementation  of  the  March  1st 
Proposed  Voluntary  Agreement  (“Scenario  2”),  and  (3)  Implementation  of  the  Bay-Delta  Plan 
Amendment  (“Scenario  3”);  and 

WHEREAS,  The  Revised  WSA  concludes  that  the  SFPUC’s  total  projected  water 
supplies  through  2040  will  (1)  meet  the  demands  of  the  proposed  project  in  normal  years  under 
all  three  scenarios,  (2)  meet  the  demands  of  the  proposed  project  in  dry  years  without  rationing 
beyond  the  SFPUC’s  LOS  goal  of  20%  system-wide  rationing  under  Scenario  1,  (3)  meet  the 
demands  of  the  proposed  project  in  dry  years  but  require  rationing  closer  to  the  LOS  goal  under 
Scenario  2,  and  (4)  not  reliably  meet  the  demands  of  the  proposed  project  without  rationing  at  a 
level  greater  than  that  required  to  achieve  the  LOS  goal  under  Scenario  3;  now,  therefore,  be  it 

RESOLVED,  This  Commission  approves  the  Revised  Water  Supply  Assessment  for  the 
proposed  542-550  Howard  Street  Project  pursuant  to  the  State  of  California  Water  Code  Section 
10910(g). 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  June  11,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0114 


WHEREAS,  Under  the  California  Environmental  Quality  Act  (CEQA)  and  State  of 
California  Water  Code  (Section  10910(g)(1)),  the  San  Francisco  Public  Utilities  Commission 
(SFPUC)  is  required  to  prepare  and  approve  a  Water  Supply  Assessment  (WSA)  for  the 
cumulative  water  demands  presented  by  the  proposed  3333  California  Street  Project,  which 
would  redevelop  the  existing  University  of  California  San  Francisco  (UCSF)  Laurel  Heights 
Campus  into  a  mixed-use  residential  development;  and 

WHEREAS,  This  the  3333  California  Street  Project  is  required  to  comply  with  the  City’s 
Non-potable  Water  Ordinance,  Article  12C  of  the  San  Francisco  Health  Code,  and  as  a  result,  the 
Project  will  offset  its  potable  water  use  through  the  use  of  alternate  water  sources;  and 

WHEREAS,  A  WSA  is  an  informational  document  that  assesses  the  adequacy  of  water 
supplies  to  serve  a  proposed  project  and  is  required  to  be  prepared  as  part  of  the  CEQA 
environmental  review  process;  and 

WHEREAS,  Approval  of  a  WSA  as  an  informational  document  is  not  considered  an 
approval  action  as  defined  in  Section  15378  of  the  CEQA  Guidelines;  and 

WHEREAS,  A  WSA  must  be  approved  at  a  public  meeting  by  the  governing  body  of  the 
public  water  supplier  that  would  serve  the  proposed  project;  and 

WHEREAS,  On  June  13,  2017  by  Resolution  No.  17-0142,  this  Commission  approved  a 
WSA  for  the  3333  California  Street  Project,  which  concluded  that  the  SFPUC  has  adequate 
water  supplies  to  meet  the  proposed  project’s  water  demands  through  2040;  and 

WHEREAS,  Following  this  Commission’s  approval  of  the  WSA,  the  water  demand 
estimates  for  the  current  proposed  project  are  greater  than  those  provided  in  the  WSA  approved 
on  June  13,  2017  due  to  recent  changes  in  the  project  description;  and 

WHEREAS,  On  December  12,  2018,  the  State  Water  Resources  Control  Board  adopted 
an  amendment  to  the  Water  Quality  Control  Plan  for  the  San  Francisco  Bay/Sacramento-San 
Joaquin  Delta  Estuary  (i.e.,  Bay-Delta  Plan  Amendment),  which,  if  implemented  in  the  future, 
would  affect  the  Regional  Water  System  supply  and  the  SFPUC’s  ability  to  meet  the  projected 
demands  of  existing  and  future  retail  customers,  including  the  proposed  project;  and 

WHEREAS,  Multiple  lawsuits  are  pending  challenging  the  Bay-Delta  Plan  Amendment, 
and  the  City  is  a  party  to  one  of  those  suits;  and 

WHEREAS,  In  accordance  with  the  State  Water  Resources  Control  Board’s  instruction, 
on  March  1,  2019,  the  SFPUC,  in  partnership  with  other  key  stakeholders,  submitted  a  proposed 
“voluntary  agreement”  (March  1st  Proposed  Voluntary  Agreement)  for  the  State’s  consideration 
as  a  substitute  or  replacement  of  the  Bay-Delta  Plan  Amendment;  and 


WHEREAS,  On  March  26,  2019  by  Resolution  No.  19-0057,  this  Commission  endorsed 
the  SFPUC’s  continued  participation  in  the  voluntary  agreement  negotiation  process  and  stated 
its  intent  that  the  terms  of  any  final  voluntary  agreement  would  improve  the  health  of  the 
fisheries  and  maintain  the  reliability  of  its  water  supply  including  maintenance  ot  its  level  of 
service  (LOS)  goal  of  no  more  than  20%  system-wide  rationing;  and 

WHEREAS,  Because  implementation  of  the  Bay-Delta  Plan  Amendment  or  an 
alternative  Voluntary  Agreement  is  uncertain  at  this  time,  the  SFPUC  staff  prepared  the  attached 
Revised  WSA  for  the  proposed  3333  California  Street  Project,  analyzing  water  supply  and 
demand  under  three  scenarios:  (1)  No  implementation  of  the  Bay-Delta  Plan  Amendment  or  the 
March  1st  Proposed  Voluntary  Agreement  (“Scenario  1”),  (2)  Implementation  ot  the  March  1st 
Proposed  Voluntary  Agreement  (“Scenario  2”),  and  (3)  Implementation  of  the  Bay-Delta  Plan 
Amendment  (“Scenario  3”);  and 

WHEREAS,  The  Revised  WSA  concludes  that  the  SFPUC’s  total  projected  water 
supplies  through  2040  will  (1)  meet  the  demands  of  the  proposed  project  in  normal  years  under 
all  three  scenarios,  (2)  meet  the  demands  of  the  proposed  project  in  dry  years  without  rationing 
beyond  the  SFPUC’s  LOS  goal  of  20%  system-wide  rationing  under  Scenario  1,  (3)  meet  the 
demands  of  the  proposed  project  in  dry  years  but  require  rationing  closer  to  the  LOS  goal  under 
Scenario  2,  and  (4)  not  reliably  meet  the  demands  of  the  proposed  project  without  rationing  at  a 
level  greater  than  that  required  to  achieve  the  LOS  goal  under  Scenario  3;  now,  therefore,  be  it 

RESOLVED,  This  Commission  approves  the  Revised  Water  Supply  Assessment  for  the 
proposed  3333  California  Street  Project  pursuant  to  the  State  of  California  Water  Code  Section 


10910(g). 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  June  11,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0115 


WHEREAS,  Under  the  California  Environmental  Quality  Act  (CEQA)  and  State  of 
California  Water  Code  (Section  10910(g)(1)),  the  San  Francisco  Public  Utilities  Commission 
(SFPUC)  is  required  to  prepare  and  approve  a  Water  Supply  Assessment  (WSA)  for  the 
cumulative  water  demands  presented  by  the  proposed  30  Van  Ness  Avenue  Project,  which  would 
construct  an  approximately  47-story  building  totaling  up  to  approximately  826,000  square  feet 
(sf),  including  21,000  sf  of  retail,  up  to  350,000  sf  of  general  office,  and  up  to  520,000  sf  of 
residential  (at  least  350  and  up  to  610  residential  units);  and 

WHEREAS,  This  the  30  Van  Ness  Avenue  Project  is  required  to  comply  with  the  City’s 
Non-potable  Water  Ordinance,  Article  12C  of  the  San  Francisco  Health  Code,  and  as  a  result,  the 
Project  will  offset  its  potable  water  use  through  the  use  of  alternate  water  sources;  and 

WHEREAS,  A  WSA  is  an  informational  document  that  assesses  the  adequacy  of  water 
supplies  to  serve  a  proposed  project  and  is  required  to  be  prepared  as  part  of  the  CEQA 
environmental  review  process;  and 

WHEREAS,  Approval  of  a  WSA  as  an  informational  document  is  not  considered  an 
approval  action  as  defined  in  Section  15378  of  the  CEQA  Guidelines;  and 

WHEREAS,  A  WSA  must  be  approved  at  a  public  meeting  by  the  governing  body  of  the 
public  water  supplier  that  would  serve  the  proposed  project;  and 

WHEREAS,  On  December  12,  2018,  the  State  Water  Resources  Control  Board  adopted 
an  amendment  to  the  Water  Quality  Control  Plan  for  the  San  Francisco  Bay/Sacramento-San 
Joaquin  Delta  Estuary  (i.e.,  Bay- Delta  Plan  Amendment),  which,  if  implemented  in  the  future, 
would  affect  the  Regional  Water  System  supply  and  the  SFPUC’s  ability  to  meet  the  projected 
demands  of  existing  and  future  retail  customers,  including  the  proposed  project;  and 

WHEREAS,  Multiple  lawsuits  are  pending  challenging  the  Bay-Delta  Plan  Amendment, 
and  the  City  is  a  party  to  one  of  those  suits;  and 

WHEREAS,  In  accordance  with  the  State  Water  Resources  Control  Board’s  instruction, 
on  March  1,  2019,  the  SFPUC,  in  partnership  with  other  key  stakeholders,  submitted  a  proposed 
“voluntary  agreement”  (March  1st  Proposed  Voluntary  Agreement)  for  the  State’s  consideration 
as  a  substitute  or  replacement  of  the  Bay-Delta  Plan  Amendment;  and 

WHEREAS,  On  March  26,  2019  by  Resolution  No.  19-0057,  this  Commission  endorsed 
the  SFPUC’s  continued  participation  in  the  voluntary  agreement  negotiation  process  and  stated 
its  intent  that  the  terms  of  any  final  voluntary  agreement  would  improve  the  health  of  the 
fisheries  and  maintain  the  reliability  of  its  water  supply  including  maintenance  of  its  level  of 
service  (LOS)  goal  of  no  more  than  20%  system-wide  rationing;  and 


WHEREAS,  Because  implementation  of  the  Bay-Delta  Plan  Amendment  or  an 
alternative  Voluntary  Agreement  is  uncertain  at  this  time,  the  SFPUC  staff  prepared  the  attached 
WSA  for  the  proposed  30  Van  Ness  Avenue  Project,  analyzing  water  supply  and  demand  under 
three  scenarios:  (1)  No  implementation  of  the  Bay-Delta  Plan  Amendment  or  the  March  1st 
Proposed  Voluntary  Agreement  (“Scenario  1”),  (2)  Implementation  of  the  March  1st  Proposed 
Voluntary  Agreement  (“Scenario  2”),  and  (3)  Implementation  of  the  Bay-Delta  Plan 
Amendment  (“Scenario  3”);  and 

WHEREAS,  The  WSA  concludes  that  the  SFPUC’s  total  projected  water  supplies 
through  2040  will  (1)  meet  the  demands  of  the  proposed  project  in  normal  years  under  all  three 
scenarios,  (2)  meet  the  demands  of  the  proposed  project  in  dry  years  without  rationing  beyond 
the  SFPUC’s  LOS  goal  of  20%  system- wide  rationing  under  Scenario  1,  (3)  meet  the  demands  of 
the  proposed  project  in  dry  years  but  require  rationing  closer  to  the  LOS  goal  under  Scenario  2, 
and  (4)  not  reliably  meet  the  demands  of  the  proposed  project  without  rationing  at  a  level  greater 
than  that  required  to  achieve  the  LOS  goal  under  Scenario  3;  now,  therefore,  be  it 

RESOLVED,  This  Commission  approves  the  Water  Supply  Assessment  for  the  proposed 
30  Van  Ness  Avenue  Project  pursuant  to  the  State  of  California  Water  Code  Section  10910(g). 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  June  11,  2019. 


Secretary ,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0016 


WHEREAS,  Under  the  California  Environmental  Quality  Act  (CEQA)  and  State  of 
California  Water  Code  (Section  10910(g)(1)),  the  San  Francisco  Public  Utilities  Commission 
(SFPUC)  is  required  to  prepare  and  approve  a  Water  Supply  Assessment  (WSA)  for  the 
cumulative  water  demands  presented  by  the  proposed  725  Harrison  Street  Project,  which  would 
construct  a  14-story  mixed-use  office  building  complex  totaling  920,790  gross  square  feet, 
including  production,  distribution,  and  repair  (PDR);  retail  space;  and  child  care  space  in 
addition  to  a  land  dedication  site  for  future  affordable  housing  to  be  developed  by  the  Mayor’s 
Office  of  Housing  and  Community  Development;  and 

WHEREAS,  This  the  725  Harrison  Street  Project  is  required  to  comply  with  the  City’s 
Non-potable  Water  Ordinance,  Article  12C  of  the  San  Francisco  Health  Code,  and  as  a  result,  the 
Project  will  offset  its  potable  water  use  through  the  use  of  alternate  water  sources;  and 

WHEREAS,  A  WSA  is  an  informational  document  that  assesses  the  adequacy  of  water 
supplies  to  serve  a  proposed  project  and  is  required  to  be  prepared  as  part  of  the  CEQA 
environmental  review  process;  and 

WHEREAS,  Approval  of  a  WSA  as  an  informational  document  is  not  considered  an 
approval  action  as  defined  in  Section  15378  of  the  CEQA  Guidelines;  and 

WHEREAS,  A  WSA  must  be  approved  at  a  public  meeting  by  the  governing  body  of  the 
public  water  supplier  that  would  serve  the  proposed  project;  and 

WHEREAS,  On  December  12,  2018,  the  State  Water  Resources  Control  Board  adopted 
an  amendment  to  the  Water  Quality  Control  Plan  for  the  San  Francisco  Bay/Sacramento-San 
Joaquin  Delta  Estuary  (i.e.,  Bay-Delta  Plan  Amendment),  which,  if  implemented  in  the  future, 
would  affect  the  Regional  Water  System  supply  and  the  SFPUC’s  ability  to  meet  the  projected 
demands  of  existing  and  future  retail  customers,  including  the  proposed  project;  and 

WHEREAS,  Multiple  lawsuits  are  pending  challenging  the  Bay-Delta  Plan  Amendment, 
and  the  City  is  a  party  to  one  of  those  suits;  and 

WHEREAS,  In  accordance  with  the  State  Water  Resources  Control  Board’s  instruction, 
on  March  1,  2019,  the  SFPUC,  in  partnership  with  other  key  stakeholders,  submitted  a  proposed 
“voluntary  agreement”  (March  1st  Proposed  Voluntary  Agreement)  for  the  State’s  consideration 
as  a  substitute  or  replacement  of  the  Bay-Delta  Plan  Amendment;  and 

WHEREAS,  On  March  26,  2019  by  Resolution  No.  19-0057,  this  Commission  endorsed 
the  SFPUC’s  continued  participation  in  the  voluntary  agreement  negotiation  process  and  stated 
its  intent  that  the  terms  of  any  final  voluntary  agreement  would  improve  the  health  of  the 
fisheries  and  maintain  the  reliability  of  its  water  supply  including  maintenance  of  its  level  of 
service  (LOS)  goal  of  no  more  than  20%  system-wide  rationing;  and 


WHEREAS,  Because  implementation  of  the  Bay-Delta  Plan  Amendment  or  an 
alternative  Voluntary  Agreement  is  uncertain  at  this  time,  the  SFPUC  staff  prepared  the  attached 
WSA  for  the  proposed  725  Harrison  Street  Project,  analyzing  water  supply  and  demand  under 
three  scenarios:  (1)  No  implementation  of  the  Bay-Delta  Plan  Amendment  or  the  March  1st 
Proposed  Voluntary  Agreement  (“Scenario  1”),  (2)  Implementation  of  the  March  1st  Proposed 
Voluntary  Agreement  (“Scenario  2”),  and  (3)  Implementation  of  the  Bay-Delta  Plan 
Amendment  (“Scenario  3”);  and 

WHEREAS,  The  WSA  concludes  that  the  SFPUC’ s  total  projected  water  supplies 
through  2040  will  (1)  meet  the  demands  of  the  proposed  project  in  normal  years  under  all  three 
scenarios,  (2)  meet  the  demands  of  the  proposed  project  in  dry  years  without  rationing  beyond 
the  SFPUC’s  LOS  goal  of  20%  system-wide  rationing  under  Scenario  1,  (3)  meet  the  demands  of 
the  proposed  project  in  dry  years  but  require  rationing  closer  to  the  LOS  goal  under  Scenario  2, 
and  (4)  not  reliably  meet  the  demands  of  the  proposed  project  without  rationing  at  a  level  greater 
than  that  required  to  achieve  the  LOS  goal  under  Scenario  3;  now,  therefore,  be  it 

RESOLVED,  This  Commission  approves  the  Water  Supply  Assessment  for  the  proposed 
725  Harrison  Street  Project  pursuant  to  the  State  of  California  Water  Code  Section  10910(g). 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  June  11,  2019. 


IJUXiruuL.  cfoUoiL' 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  19-0117 


^  WHEREAS,  Under  the  California  Environmental  Quality  Act  (CEQA)  and  State  of 

^  C°fe  (SeCtl°n  10910(-)(1^’  the  San  Francisco  Public  Utilities  Commission 
(5PPUC)  is  required  to  prepare  and  approve  a  Water  Supply  Assessment  (WSA)  for  the 
cumulative  water  demands  presented  by  the  proposed  10  South  Van  Ness  Project,  which  would 
construct  a  mixed-used  residential  building  with  984  units  and  commercial  space  either  as  a  41- 
story  building  with  two  towers  totaling  966,095  gross  square  feet  (proposed  project)  or  a  55- 
story  single  tower  totaling  965,692  gross  square  feet  (project  variant);  and 

m  W™J!EAS'  This  the  10  South  Van  Ness  Project  is  required  to  comply  with  the  City’s 
Non-potab  e  Water  Ordinance,  Article  12C  of  the  San  Francisco  Health  Code,  and  as  a  result,  the 
Project  will  offset  its  potable  water  use  through  the  use  of  alternate  water  sources;  and 

WHEREAS,  A  WSA  is  an  informational  document  that  assesses  the  adequacy  of  water 
supp  les  to  serve  a  proposed  project  and  is  required  to  be  prepared  as  part  of  the  CEOA 
environmental  review  process;  and 


WHEREAS,  Approval  of  a  WSA  as  an  informational  document  is  not  considered  an 
approval  action  as  defined  in  Section  15378  of  the  CEQA  Guidelines;  and 

WHEREAS,  A  WSA  must  be  approved  at  a  public  meeting  by  the  governing  body  of  the 
public  water  supplier  that  would  serve  the  proposed  project;  and 


THEwc^Sr  °n  FebR,ary  28,  2017  by  Resolution  No.  17-0040,  this  Commission 
approve  a  SA  tor  the  10  South  Van  Ness  Project,  which  concluded  that  the  SFPUC  has 
adequate  water  supplies  to  meet  the  proposed  project’s  water  demands  through  2040;  and 

WHEREAS,  Following  this  Commission’s  approval  of  the  WSA,  the  water  demand 
estimates  tor  the  current  proposed  project  are  slightly  lower  than  those  provided  in  the  WSA 
approved  on  February  28,  2017  due  to  changes  to  the  project  description;  and 


WHEREAS,  On  December  12,  2018,  the  State  Water  Resources  Control  Board  adopted 
an  amendment  to  the  Water  Quality  Control  Plan  for  the  San  Francisco  Bay/Sacramento-San 
°aq.U1in  ltaiEstuary  (Le-’  Bay-Delta  Plan  Amendment),  which,  if  implemented  in  the  future 
would  affect  the  Regional  Water  System  supply  and  the  SFPUC’s  ability  to  meet  the  projected 
demands  of  existing  and  future  retail  customers,  including  the  proposed  project;  and 

WHEREAS,  Multiple  lawsuits  are  pending  challenging  the  Bay-Delta  Plan  Amendment 
and  the  City  is  a  party  to  one  of  those  suits;  and 


WHEREAS,  In  accordance  with  the  State  Water  Resources  Control  Board’s  instruction 
on  March  I,  2019,  the  SFPUC,  in  partnership  with  other  key  stakeholders,  submitted  a  proposed 
■  voluntary  agreement”  (March  1st  Proposed  Voluntary  Agreement)  for  the  State's  consideration 
as  a  substitute  or  replacement  of  the  Bay-Delta  Plan  Amendment;  and 


WHEREAS,  On  March  26,  2019  by  Resolution  No.  19-0057,  this  Commission  endorsed 
the  SFPUC’s  continued  participation  in  the  voluntary  agreement  negotiation  process  and  stated 
its  intent  that  the  terms  of  any  final  voluntary  agreement  would  improve  the  health  of  the 
fisheries  and  maintain  the  reliability  of  its  water  supply  including  maintenance  of  its  level  of 
service  (LOS)  goal  of  no  more  than  20%  system-wide  rationing;  and 

WHEREAS,  Because  implementation  of  the  Bay-Delta  Plan  Amendment  or  an 
alternative  Voluntary  Agreement  is  uncertain  at  this  time,  the  SFPUC  staff  prepared  the  attached 
Revised  WSA  for  the  proposed  10  South  Van  Ness  Project,  analyzing  water  supply  and  demand 
under  three  scenarios:  (1)  No  implementation  of  the  Bay- Delta  Plan  Amendment  or  the  March 
1st  Proposed  Voluntary  Agreement  (“Scenario  1”),  (2)  Implementation  of  the  March  1st 
Proposed  Voluntary  Agreement  (“Scenario  2”),  and  (3)  Implementation  of  the  Bay-Delta  Plan 
Amendment  (“Scenario  3”);  and 

WHEREAS,  The  Revised  WSA  concludes  that  the  SFPUC’s  total  projected  water 
supplies  through  2040  will  ( 1 )  meet  the  demands  of  the  proposed  project  in  normal  years  under 
all  three  scenarios,  (2)  meet  the  demands  of  the  proposed  project  in  dry  years  without  rationing 
beyond  the  SFPUC’s  LOS  goal  of  20%  system-wide  rationing  under  Scenario  1,  (3)  meet  the 
demands  of  the  proposed  project  in  dry  years  but  require  rationing  closer  to  the  LOS  goal  under 
Scenario  2,  and  (4)  not  reliably  meet  the  demands  of  the  proposed  project  without  rationing  at  a 
level  greater  than  that  required  to  achieve  the  LOS  goal  under  Scenario  3;  now,  therefore,  be  it 

RESOLVED,  This  Commission  approves  the  Revised  Water  Supply  Assessment  for  the 
proposed  10  South  Van  Ness  Project  pursuant  to  the  State  of  California  Water  Code  Section 
10910(g). 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  June  11,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0118 


WHEREAS,  Green  infrastructure  protects  and  enhances  the  function  of  the  City  and 
County  of  San  Francisco’s  combined  sewer  system  by  reducing  the  volume  and  rate  of 
stormwater  run-off  into  the  system;  and 

WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  has  a  multi¬ 
faceted  program  to  maximize  the  detention  and  retention  of  stormwater,  including  through  green 
infrastructure;  and 

WHEREAS,  On  November  13,  2018,  by  Resolution  No.  18-0189,  this  Commission 
appioved  the  establishment  of  a  Green  Infrastructure  Grant  Program  to  offer  grants  for  owners  of 
properties  in  San  Francisco  containing  large  impervious  surfaces  to  deliver  cost-effective 
stormwater  management  performance  for  SFPUC’ s  collection  system;  and 

WHEREAS,  On  February  5,  2019,  the  San  Francisco  Board  of  Supervisors  adopted 
Ordinance  No.  26-19  delegating  authority  under  Charter  Section  9.118  to  the  SFPUC  General 
Manager  to  enter  into  grant  agreements  with  terms  of  20  years  under  the  SFPUC’ s  Green 
Infrastructure  Grant  Program,  provided  that  this  Commission  must  approve  the  award  of  each 
grant  at  a  public  hearing;  and 

WHEREAS,  On  March  21,  2019,  the  San  Francisco  Unified  School  District  (SFUSD) 
submitted  a  grant  application  to  the  SFPUC  to  fund  green  infrastructure  components  of  the 
proposed  Lafayette  Elementary  School  Project  (Project);  and 

WHEREAS,  SFPUC  staff  review  of  the  grant  application  determined  that  the  application 
and  proposed  Project  meet  the  six  required  eligibility  criteria  of  the  Grant  Program  Guidelines; 
and 


WHEREAS,  Under  the  proposed  project,  SFUSD  would  install  dry  creek  beds,  rain 
gardens,  and  removal  of  impervious  surface  at  Lafayette  Elementary  School  located  at  4545 
Anza  Street  in  San  Francisco;  and 

WHEREAS,  SFPUC  staff  recommend  award  of  a  grant  in  the  amount  of  $489,142  to 
fund  the  green  infrastructure  features  of  the  proposed  Project;  and 

WHEREAS,  The  grant  agreement  has  a  20-year  term  beginning  in  June  2019  and 
expiring  in  June  2039;  and 

WHEREAS,  The  SFPUC  has  allocated  $3,000,000  in  Sewer  System  Improvement 
Program  (SSIP)  funding  for  the  Fiscal  Year  ending  June  30,  2019  to  launch  the  Green 
Infrastructure  Grant  Program;  and 

WHEREAS,  The  SFPUC  will  initially  disburse  $97,750  solely  for  the  purpose  of 
planning  and  design  (pre-construction)  activities.  The  Commission  is  not  approving  the  Project 
nor  ensuring  further  disbursement  of  funds  for  construction  under  this  action;  and 


WHEREAS,  The  SFPUC  will  disburse  funds  for  construction  of  the  project  only 
following  this  Commission’s  review  and  consideration  of  the  San  Francisco  Unified  School 
District’s  completed  review  of  the  Project  under  the  California  Environmental  Quality  Act 
(CEQA)  and  the  SFUSD’s  CEQA  determination;  and 

WHEREAS,  The  City  retains  sole  and  absolute  discretion  to,  among  other  things,  modify 
the  project  to  mitigate  significant  environmental  impacts,  or  determine  not  to  proceed  with  the 
disbursement  of  grant  funds  for  construction  of  the  project  based  upon  information  generated  by 
the  environmental  review  process.  This  Commission,  in  approving  this  grant  award,  is  not 
approving  a  proposed  project.  The  SFPUC  also  retains  the  discretion  to  demand  return  of 
previously  disbursed  grant  funds;  and 

WHEREAS,  Funding  in  the  amount  of  $97,750  for  pre-construction  services  is  available 
from  Project  No.  10034553  -  Green  Infrastructure  Grant  Program;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  award  of  a  Green  Infrastructure 
grant  to  fund  pre-construction  design  and,  if  the  project  is  approved,  to  construct  stormwater 
management  features  of  the  SFUSD’s  Lafayette  Elementary  School  Project  in  the  amount  up  to 
$489,142,  and  authorizes  the  General  Manager  of  the  San  Francisco  Public  Utilities  Commission 
to  execute  the  attached  grant  agreement  with  SFUSD  for  an  amount  not  to  exceed  $489,142,  and 
with  a  term  of  twenty  (20)  years;  and  be  it 

FURTHER  RESOLVED,  That  funding  for  the  construction  phase  of  the  project  will  not 
be  authorized  or  disbursed  until  environmental  review  of  the  project  is  complete  and  this 
Commission  approves  disbursement  of  grant  funds  for  the  project.  This  Commission  reserves  the 
right  to,  among  other  things,  modify  the  project  to  mitigate  any  significant  environmental 
impacts  or  determine  not  to  proceed  with  funding  the  project  based  on  information  generated  by 
the  environmental  review  process. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  June  11,  2019. 


Secretary ,  Public  Utilities  Commission 


San  Francisco 

Water  Power  Sewer 


Services  of  the  San  Francisco  Public  Utilities  Commission 


San  Francisco  public  utilities  Commission 

City  and  County  of  San  Francisco 
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Mayor 

AGENDA 

Tuesday,  June  25,  2019 
1:30  P.M. 

1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 

Commissioners 

Ann  Moller  Caen,  President 
Francesca  Vietor,  Vice  President 
Anson  Moran 
Sophie  Maxwell 
Tim  Paulson 


Harlan  L.  Kelly,  Jr. 

General  Manager 

Donna  Hood 

Secretary 


For  information,  contact  the  Commission  Secretary  at  415-554-3165 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site: 
www.sfwater.org 

Gavel-to-Gavel  coverage  available  at: 
http://sanfrancisco.qranicus.comA/iewPublisher.ohp7view  id=22 


Accessible  Meeting  Policy:  The  San  Francisco  Public  Utilities  Commission  meeting  will  be  held  in  Room  400, 
at  1  Dr.  Carlton  B.  Goodlett  Place  (400  Van  Ness  Ave.),  San  Francisco,  CA.  The  closest  accessible  BART 
station  is  the  Civic  Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible  MUNI  lines  serving  this 
location  are:  MUNI  Metro  Lines  J-Church,  K-Ingleside,  L-Taraval,  M-Ocean  View,  N-Judah  and  T-Third  at  Van 
Ness  and  Civic  Center  Stations;  F-Market;  19-Polk,  47-Van  Ness;  49-Mission-Van  Ness;  5-Fulton;  6-Parnassus, 
21-Flayes;  9-San  Bruno;  and  7-Haight  Noriega.  For  information  about  MUNI  accessible  services  call  701.4485. 

The  meeting  room  is  wheelchair  accessible.  Accessible  curbside  parking  spaces  have  been  designated  on  the 
Van  Ness  Avenue  and  McAllister  Street  perimeters  of  City  Hall  for  mobility-impaired  persons.  There  is 
accessible  parking  available  within  the  Civic  Center  Underground  Parking  Garage  at  the  corner  of  McAllister 
and  Polk  Streets,  and  within  the  Performing  Arts  Parking  Garage  at  Grove  and  Franklin  Streets. 

To  obtain  a  disability-related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain  meeting 
materials  in  alternative  format,  please  contact  Donna  Hood  at  415.554.3165.  Providing  at  least  72  hours  notice 
will  help  to  ensure  availability.  Written  reports  or  background  materials  for  calendar  items  are  available  for 
public  inspection  and  copying  at  525  Golden  Gate  Ave.,  13th  Floor  during  regular  business  hours  and  are 
available  on-line  at  http://www. sfwater.org/index. aspx?paqe=1 67. 

To  assist  the  City’s  efforts  to  accommodate  persons  with  severe  allergies,  environmental  illnesses,  multiple 
chemical  sensitivity  or  related  disabilities,  attendees  at  public  meetings  are  reminded  that  other  attendees  may 
be  sensitive  to  various  chemical  based  products.  Please  help  the  City  to  accommodate  these  individuals. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are  prohibited 
at  this  meeting.  Please  be  advised  that  the  President  may  order  the  removal  from  the  meeting  room  of  any 
person(s)  responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other  similar  sound-producing 
electronic  devices. 

Know  Your  Rights  Under  the  Sunshine  Ordinance:  Government's  duty  is  to  serve  the  public,  reaching  its 
decision  in  full  view  of  the  public.  Commissions,  boards,  councils  and  other  agencies  of  the  City  and  County 
exist  to  conduct  the  people’s  business.  This  ordinance  assures  that  deliberations  are  conducted  before  the 
people  and  that  City  operations  are  open  to  the  people's  review.  For  more  information  on  your  rights  under 
the  Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance,  contact  Administrator,  by  mail  to  Sunshine 
Ordinance  Task  Force,  1  Dr.  Carlton  B  Goodlett  Place,  Room  244,  San  Francisco,  CA  94102.4689;  by 
phone  at  554.7724;  by  fax  at  554.7854;  or  by  email  at  sotf@sfgov.org. 

Copies  of  the  Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San 
Francisco  Public  Library  and  on  the  City’s  website  at  http://www.sfgov.org. 
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Lobbyist  Registration  and  Reporting  Requirements:  Individuals  and  entities  that  influence  or  attempt  to 
influence  local  legislative  or  administrative  action  may  be  required  by  the  San  Francisco  Lobbyist  Ordinance  [SF 
Campaign  &  Governmental  Conduct  Code  §2.100]  to  register  and  report  lobbying  activity.  For  more  information 
about  the  Lobbyist  Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van  Ness  Avenue, 
Suite  220,  San  Francisco,  CA  94102;  telephone  (415)252-3100;  fax  (415)  252-3112;  web  site  at 
www.sfaov.org/ethics. 

CEQA  Appeal  Rights  under  Chapter  31  of  the  San  Francisco  Administrative  Code  If  the  Commission’s 
action  on  a  project  constitutes  the  Approval  Action  for  that  project  (as  defined  in  S.F.  Administrative  Code 
Chapter  31,  as  amended,  Board  of  Supervisors  Ordinance  Number  161-13),  then  the  CEQA  determination 
prepared  in  support  of  that  Approval  Action  is  thereafter  subject  to  appeal  within  the  time  frame  specified  in  S.F. 
Administrative  Code  Section  31.16.  Typically,  an  appeal  must  be  filed  within  30  calendar  days  of  the  Approval 
Action  for  a  project  that  has  received  an  exemption  or  negative  declaration  pursuant  to  CEQA.  For  information 
on  filing  an  appeal  under  Chapter  31 ,  contact  the  Clerk  of  the  Board  of  Supervisors  at  City  Hall,  1  Dr.  Carlton  B. 
Goodlett  Place,  Room  244,  San  Francisco,  CA  94102,  or  call  (415)  554-5184.  If  the  Planning  Department’s 
Environmental  Review  Officer  has  deemed  a  project  to  be  exempt  from  further  environmental  review,  an 
exemption  determination  has  been  prepared  and  can  be  obtained  on-line  at  http://www.sf- 
planninq.ora/index.aspx?paqe=3447.  Under  CEQA,  in  a  later  court  challenge,  a  litigant  may  be  limited  to  raising 
only  those  issues  previously  raised  at  a  hearing  on  the  project  or  in  written  correspondence  delivered  to  the 
Board  of  Supervisors,  Planning  Commission,  Planning  Department  or  San  Francisco  Public  Utilities 
Commission  at,  or  prior  to,  such  hearing,  or  as  part  of  the  appeal  hearing  process  on  the  CEQA  decision. 


ORDER  OF  BUSINESS 


1.  Call  to  Order 


2.  Roll  Call 


3.  Approval  of  the  Minutes  of  June  1 1 , 201 9 

4.  General  Public  Comment  (discussion  only) 

Members  of  the  public  may  address  the  Commission  on  matters  that  are 

within  the  Commission’s  jurisdiction  and  are  not  on  today’s  agenda. 

5.  Communications  (discussion  only) 

a)  Advance  Calendar 

b)  Correspondence  Log 

c)  Water  Supply  Conditions  Update 

6.  Employee  Retirement  Recognitions  (discussion  only) 

a.  Recognition  of  Ralph  Leong  on  the  occasion  of  his  retirement  following 
more  than  28  years  of  service  the  San  Francisco  Public  Utilities 
Commission 

b.  Recognition  of  Deputy  City  Attorney  Joshua  D.  Milstein  on  the  occasion 
of  his  retirement  following  34  years  of  service  on  the  San  Francisco  City 
Attorney’s  Office’s  Public  Utilities  Commission  Team 

7.  Report  of  the  General  Manager  (discussion  only) 

a)  CleanPowerSF  Update 

b)  Report  on  Recent  San  Francisco  Public  Utilities  Commission  Activities, 
Events  and  Announcements 


8.  Presentation  and  Discussion  of  May  13,  2019  SFPUC  Preliminary  Public 

Power  Options  Report  (discussion  only)  (Hale) 

9.  Bay  Area  Water  Supply  &  Conservation  Agency  Update  (discussion  only) 

(Sandkulla) 

10.  Other  Commission  Business  (discussion  only) 


The  following  matters  before  the  San  Francisco  Public  Utilities  Commission  are 
recommended  for  action  as  stated  by  the  General  Manager  and  City  Attorney, 
where  applicable.  Explanatory  documents  provided  to  the  Commission  in 
connection  with  this  agenda  are  available  for  public  inspection  and  copying  at 
the  Office  of  the  Commission  Secretary,  525  Golden  Gate  Avenue,  13th  Floor, 
San  Francisco,  CA  94102;  Telephone:  (415)  554-3165;  Fax:  (415)  554-3424; 
and  are  available  on-line  at  htto://www, sfwater. orq/index. aspx ?page= 167 


CONSENT  CALENDAR 


11.  All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to  be 
routine  by  the  San  Francisco  Public  Utilities  Commission  and  will  be  acted  upon 
by  a  single  vote  of  the  Commission.  There  will  be  no  separate  discussion  of 


these  items  unless  a  member  of  the  Commission  or  the  public  so  requests,  in 
which  event  the  matter  will  be  removed  from  the  Calendar  and  considered  as  a 
separate  item. 


a) 

190120 


b) 

130121 


c) 

190122 


d) 

190123 


e) 

190124 


190125  f) 


Approve  the  terms  and  conditions  of  and  authorize  the  General  Manager  to 
execute  an  eight-year,  no-fee  revocable  license  to  the  Sequoia  Union 
High  School  District,  to  use  approximately  108,950  square  feet  of  portions 
of  SFPUC  Parcels  328-B,  328-C,  and  328-D  adjacent  to  Woodside  High 
School  at  199  Churchill  Avenue  in  Woodside,  California,  for  the  operation, 
maintenance,  and  repair  of  permitted  improvements,  and  permit  certain 
encroachments  on  the  License  Area.  (Carlin) 

Authorize  the  General  Manager  to  execute,  on  behalf  of  the  City  and  County 
of  San  Francisco,  a  Memorandum  of  Understanding  with  the  San 
Joaquin  County  Office  of  Education  (SJCOE)  to  assist  the  SFPUC  in 
meeting  its  workforce  requirements  for  the  Hetch  Hetchy  Water  and  Power 
Capital  Plan  through  worker  participation  in  San  Joaquin,  Tuolumne, 
Stanislaus,  and  Mariposa  Counties,  through  an  agreement  with  an  initial 
term  of  three  years,  with  an  option  to  extend  for  an  additional  two  years,  and 
for  an  amount  not-to-exceed  $758,340.  (How) 

Approve  an  increase  of  $1 ,000,000  to  the  existing  contract  cost 
contingency,  and  an  increase  of  250  consecutive  calendar  days 
(approximately  eight  months)  to  the  contract  duration  contingency  for 
Contract  No.  HH-989,  Holm  Powerhouse  Rehabilitation  &  Kirkwood 
Powerhouse  Oil  Containment;  and  authorize  the  General  Manager  to 
approve  future  modifications  to  the  contract  for  a  total  contract  amount  of  up 
to  $1 1 ,942,800,  and  a  total  revised  contract  duration  of  up  to  891 
consecutive  calendar  days  (approximately  two  years  and  six  months). 

(How) 

Accept  work  performed  by  Big  Valley  Electric  for  Contract  No.  HH-992, 
Modesto  Transmission  Line  Clearance  Mitigation;  approve  Modification  No. 

1  (Final),  increasing  the  contract  amount  by  $170,387  for  a  total  contract 
amount  of  $1 ,881 ,387  and  increasing  the  contract  duration  by  29 
consecutive  calendar  days,  for  a  total  contract  duration  of  269  consecutive 
calendar  days  (approximately  nine  months);  and  authorize  final  payment  to 
the  contractor.  (How) 

Approve  an  increase  to  the  existing  construction  contract  cost  contingency 
in  the  amount  of  $3,000,000  and  an  increase  to  the  existing  contract 
duration  contingency  of  253  consecutive  calendar  days  (approximately  eight 
months),  for  Contract  No.  WD-2668,  Regional  Groundwater  Storage  and 
Recovery;  and  authorize  the  General  Manager,  or  his  designee,  to  approve 
future  contract  modifications,  for  a  total  revised  contract  amount  of  up  to 
$62,578,678  and  a  total  revised  contract  duration  of  up  to  1,797  consecutive 
calendar  days  (approximately  five  years).  (How) 

Accept  work  performed  by  Minerva  Construction,  Inc.  for  Contract  No.  WW- 
610R,  Visitacion  Valley  Green  Nodes,  Rutland  Street  Sewer,  and  Sunnydale 
Pavement  Improvements;  approve  Modification  No.  4  (Final)  increasing  the 


contract  amount  by  $203,552  for  a  total  contract  amount  of  $3,983,864,  and 
increasing  the  contract  duration  by  75  consecutive  calendar  days 
(approximately  two  months)  for  a  total  contract  duration  of  476  consecutive 
calendar  days  (approximately  one  year  and  four  months);  and  authorize 
final  payment  to  the  contractor.  (How) 


9) 

190126 


Accept  work  performed  by  Azul  Works,  Inc.  for  Contract  No.  WW-659, 
Greenhouse  Demolition  at  1150  Phelps  Street;  approve  Modification  No.  3 
(Final)  extending  the  contract  duration  by  260  consecutive  calendar  days 
(approximately  nine  months),  for  a  total  contract  duration  of  499  days 
(approximately  one  year  and  four  months),  and  a  total  contract  amount  of 
$1 ,705,971 ;  and  authorize  final  payment  to  the  contractor.  (How) 


h)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WW-665, 
Southeast  Water  Pollution  Control  Plant  (SEP)  042-Seismic  Retrofit  and 
Rehabilitation,  in  the  amount  of  $9,079,21 0  and  with  a  duration  of  867 
consecutive  calendar  days  (approximately  two  years  and  four  months),  to 
190127  Western  Water  Constructors,  Inc.  to  perform  structural,  mechanical,  and 
electrical  upgrades  at  various  SEP  buildings.  This  action  constitutes  the 
Approval  Action  for  the  project  for  the  purposes  of  CEQA,  pursuant  to 
Section  31 .04(h)  of  the  San  Francisco  Administrative  Code.  (How) 


REGULAR  CALENDAR 


12.  Approve  form  of  Revolving  Credit  and  Term  Loan  Agreement  and  Fee  Letter 
with  Toronto-Dominion  Bank  in  the  principal  amount  not-to-exceed  $75  million 
and  a  term  of  three  years,  with  a  five-year  option  to  extend  for  a  total  potential 
190128  term  of  eight  years,  and  a  not-to-exceed  annual  fee  of  $250,000,  to  replace  an 
expiring  agreement  of  the  Wastewater  Interim  Funding  Program  that  provides 
interim  funding  of  the  Wastewater  Enterprise  capital  program;  and  authorize  the 
General  Manager  to  enter  into  the  agreement  with  Toronto-Dominion  Bank. 

(Sandler) 


13.  Discussion  and  possible  action  to  adopt  resolution  confirming  General  Manager 
,  nn  i  r  implementation  of  adjusted  schedule  of  CleanPowerSF  rates  and  charges  to 
1 90 1  IS  take  effect  on  or  after  July  1 , 2019  in  accordance  with  the  rate-setting 

methodology  adopted  by  the  Commission  on  December  11,  2018  by  Resolution 
No.  18-0209  for  the  San  Francisco  Public  Utilities  Commission  Power  Enterprise 
CleanPowerSF  program  service  in  San  Francisco.  (Sandler) 


14.  Approve  one  renewable  energy  contract  for  CleanPowerSF  between  the 
1  Qfl  o  ^an  ^ranc'sco  Public  Utilities  Commission  and  Southern  California  Edison 
I9U130  Company  with  a  term  of  two  years  and  total  costs  of  approximately  $15.8 

million;  and  authorize  the  General  Manager  to  seek  approval  from  the  Board  of 
Supervisors  for  the  contract.  (Hale) 


15.  Public  Comment  on  matters  to  be  addressed  during  Closed  Session 


16.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters 
listed  below  as  Conference  with  Legal  Counsel 


The  Commission  will  go  into  Closed  Session  to  discuss  the  following  items: 


17.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (2)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (2)  (discussion  only)  (Gessner) 


190131 


Unlitiqated  Claim 

Shambhala  Healing  Center  v.  City  and  County  of  San  Francisco 
Unlitigated  File  No.  19-02638/Date  Filed:  May  1, 2019 

Proposed  Settlement  of  claim  with  the  claimant’s  release  of  all  claims  and  the 
City  to  pay  claimant  $29,250.72. 


18.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1)  (discussion  only)  (Mueller) 

Existing  Litigation 

Pacific  Gas  &  Electric  Corporation 

Case  No.  19-30088/Date  Filed:  January  29,  2019 

Case  No.  19-30089/Date  Filed:  January  29,  2019 

United  States  Bankruptcy  Court,  Northern  District  of  California 


19.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1)  (discussion  only)  (Mueller) 


Existing  Litigation 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company,  Docket 
No.  ELI  9-38-000/Date  Filed:  January  28,  2019  Federal  Energy  Regulatory 
Commission 


20.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1)  (discussion  only)  (Mueller) 

Existing  Litigation 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Federal  Energy 
Regulatory  Commission  Complaint  under  Sections  206  and  306  of  the  Federal 
Power  Act. 

Case  No.  ELI  5-3-000/Date  Filed:  October  9,  2014 

21 .  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1)  (discussion  only)  (Gessner) 


Existing  Litigation 

San  Joaquin  Tributaries  Authority,  et  al  v.  California  State  Water  Resources 
Control  Board 

Tuolumne  Superior  Court  Case  No.:  CU62094/Date  Filed:  January  10,  2019 


Coordinated  as  State  Water  Board  Cases  by  order  filed  May  13,  2019  in 
Sacramento  Superior  Court,  JCCP  No.  5013 

Following  Closed  Session,  the  Commission  will  reconvene  in  Open  Session 

22.  Announcement  Following  Closed  Session 

23.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session 
pursuant  to  San  Francisco  Administrative  Code  Section  67.12  (a) 

24.  Other  New  Business  (discussion  only) 

25.  Adjournment 
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Gavel-to-Gavel  coverage  available  at: 

http://sanfrancisco.qranicus.comA/iewPublisher.php7view  id-22 


1 .  Call  to  Order 

Vice  President  (VP)  Vietor  called  the  meeting  to  order  at  1:34  PM. 

2.  Roll  Call 

Present:  Vietor,  Moran,  and  Maxwell 

Excused:  Caen  and  Paulson 

3.  Approval  of  the  Minutes  of  June  11, 2019 

On  Motion  to  approve  the  Minutes  of  June  1 1,  2019: 

Ayes:  Vietor,  Moran,  and  Maxwell 

No  public  comment. 

4.  General  Public  Comment 

-  Spreck  Rosekrans,  Restore  Hetch  Hetchy,  discussed  a  June  21,  2109 
letter  addressed  to  the  Secretary  of  the  Interior  and  Mayor  Breed 
regarding  “Public  Access  and  Recreation  in  the  Hetch  Hetchy  Region  of 
Yosemite  National  Park”. 

-  Francisco  DaCosta  discussed  the  need  to  respect  the  elders  and  First 
People  and  include  them  in  discussions.  He  stated  Hetch  Hetchy  water 
should  not  be  used  to  flush  toilets  and  that  large  buildings  cannot  continue 
to  be  built. 

-  Peter  Drekmeier,  Tuolumne  River  Trust,  requested  that  the  SFPUC  meet 
with  the  Planning  Commission  to  discuss  water  supply  issues.  He 
discussed  the  Central  SOMA  Plan.  He  asked  that  another  look  be  taken  at 
the  design  drought. 

General  Manager  (GM)  Kelly,  Jr.  responded  to  a  question  from  VP  Vietor 
as  to  the  status  of  a  meeting  with  the  Planning  Department.  VP  Vietor  and 
Commissioner  Maxwell  asked  that  the  GM  also  present  water  supply 
issues  to  the  Planning  Commission. 

Commissioner  Moran  requested  that  a  policy  be  developed  and  presented 
to  the  Commission  for  approval  that  reflects  the  analysis  of  the  Water 
Supply  Assessment,  specifically  around  the  maximum  level  of  curtailment 
to  be  expected  for  residential  properties.  He  requested  that  this  happen 
prior  to  the  GM  addressing  the  Planning  Commission. 

5.  Communications 

a)  Advance  Calendar 

b)  Correspondence  Log 

c)  Water  Supply  Conditions  Update 

No  public  comment. 

6.  Employee  Retirement  Recognitions 
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a.  Recognition  of  Ralph  Leonq  on  the  occasion  of  his  retirement  following 

more  than  28  years  of  service  the  San  Francisco  Public  Utilities 

Commission 

GM  Kelly  Jr.  reviewed  Mr.  Leong’s  exemplary  career.  He  noted  Mr. 
Leong’s  efforts  for  healthy  eating  and  lifestyle  and  for  developing 
programs  to  include  his  co-workers. 

Mr.  Leong  thanked  the  Commission  for  the  recognition.  He  thanked  the 
Power  Enterprise  team  for  their  work  and  indicated  they  will  be  missed. 

No  public  comment. 

b.  Recognition  of  Deputy  City  Attorney  Joshua  D.  Milstein  on  the  occasion 

of  his  retirement  following  34  years  of  service  on  the  San  Francisco  City 

Attorney’s  Office’s  Public  Utilities  Commission  Team 
GM  Kelly,  Jr.  thanked  Mr.  Milstein  for  his  distinguished  career  and  noted 
he  is  considered  the  SFPUC  historian.  He  noted  Mr.  Milstein’s 
contributions  to  the  SFPUC  which  include  the  2009  Wholesale  Water 
Agreement,  Waster  System  Improvement  Program,  watershed 
management  plants,  and  the  Groundwater  Storage  and  Recovery 
project. 

Public  Comment 

-  Nicole  Sandkulla,  BAWSCA,  expressed  her  respect  for  Mr.  Milstein 
and  for  his  work. 

Commissioner  Moran  thanked  Mr.  Milstein  for  his  steady  guidance  and 
wished  him  well  in  his  retirement. 

Mr.  Milstein  stated  it  was  an  honor  and  privilege  to  work  with  the  SFPUC 
and  that  he  has  learned  much  about  water  during  his  tenure. 

7.  Report  of  the  General  Manager 

a)  CleanPowerSF  (CPSF)  Update 

Barbara  Hale,  Assistant  General  Manager  (AGM)  Power,  announced 
that  going  forward,  her  updated  will  be  provided  quarterly.  She  provided 
a  review  of  activities  for  FY18-19  noting  that  the  FY  began  with  just  over 
87,000  customers  accounts  and  now  has  just  over  400,000.  The  opt-out 
rate  has  held  steady  at  around  3.3%  and  upgrades  to  SuperGreen 
continues.  She  indicated  over  1  million  enrollment  notices  were  sent  to 
individuals  and  organizations,  noted  outreach  events  that  have  taken 
place,  and  she  outlined  additional  program  data  and  milestones.  She 
thanked  the  CPSF  team  for  their  work. 

In  response  to  a  question  from  Commissioner  Maxwell,  AGM  Hale 
discussed  specific  CPSF  programs.  Brief  discussion  ensued  on  outreach 
efforts  and  the  need  for  an  educational  component  regarding  available 
options. 
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Public  Comment 

-  Aleta  Dupree  requested  website  dashboards  for  immediate  access  to 
information  and  discussed  aspects  of  the  CPSF  program.  Additional 
access  to  electric  scooters  was  requested. 

b)  Report  on  Recent  San  Francisco  Public  Utilities  Commission  Activities, 

Events  and  Announcements 

None. 

8.  Presentation  and  Discussion  of  May  13,  2019  SFPUC  Preliminary  Public 

Power  Options  Report 

AGM  Hale,  provided  the  report  beginning  (1)  History  of  Power  Provision  in 
San  Francisco:  SFPUC  Power  Enterprise  operates  public  power  (Hetch 
Hetchy  power)  and  community  choice  programs  (CleanPowerSF).  She  noted 
historically,  the  City  has  paid  PG&E  for  distribution  services.  She  reviewed 
the  City’s  trajectory  of  measured  independence  from  PG&E  from  1918 
through  2016  and  summarized  who  provides  which  electric  service  today; 
Supply:  Hetch  Hetchy  Power  and  CPSF  (70-80%),  PG&E  (10-20%),  and 
direct  access  (10%);  and  Grid  Delivery:  Hetch  Hetchy  Power  (15%  -  with 
dependence  on  PG&E’s  grid),  and  PG&E  (85%);  (2)  Context  of  Preliminary 
Public  Power  Options  Report:  Effects  of  reliance  on  PG&E  distribution 
services;  PG&E’s  reliability,  safety  and  financial  challenges,  and  requests 
from  the  Mayor  and  Board  of  Supervisors  for  the  report  to  explore  electric 
service  options;  (3)  City’s  Options:  Limited  independence  (pay  PG&E  to 
provide  distribution  service);  Targeted  investment  for  more  independence 
and  continued  strategic  investment  in  distribution  that  SFPUC  would  own 
and  pay  PG&E  to  provide  services  that  SFPUC  doesn’t;  or  Full 
independence  through  acquisition  where  the  SFPUC  pays  PG&E  a  fair 
market  value  and  own  and  operate  the  system  serving  San  Francisco.  AGM 
Hale  provided  a  side-by-side  comparison  of  the  three  options,  reviewed  each 
option  individually,  and  offered  considerations  for  San  Francisco’s  electric 
grid  and  related  climate  actin  goals;  and  (4)  Next  steps:  Report  concludes 
that  study  work  should  focus  on  acquisition  of  PG&E  electric  assets  serving 
San  Francisco;  Bankruptcy  timeline  accelerates  the  study  effort;  and  any 
successful  effort  could  include  a  few  year  transition  period.  AGM  Hale 
concluded  with  a  question  as  to  whether  San  Francisco  can  purchase  the 
assets,  invest  in  separation  costs,  and  provide  affordable,  reliable,  safe 
public  power  service,  consistent  with  our  values  on  clean  power  content  and 
equity,  while  meeting  financial  requirements. 

AGM  Hale  responded  to  questions  from  VP  Vietor  regarding  resiliency, 
Commissioner  Maxwell  regarding  timelines  for  when  outstanding  questions 
are  being  addressed,  and  Commissioner  Moran  as  to  whether  there  is 
transparency  accounting  the  condition  of  PG&E  assets.  GM  Kelly  provided 
additional  comment.  Brief  discussion  ensued  on  those  questions. 

Public  Comment 


bbbbhbebhhbhh 
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-  Aleta  Dupree  discussed  public  vs.  investor-owned  power. 


9.  Bay  Area  Water  Supply  &  Conservation  Agency  (BAWSCA)  Update 
Nicole  Sandkulla ,  BAWSCA  CEO,  distributed  and  read  aloud  a  letter  titled 
“BAWSCA  Urges  the  San  Francisco  Public  Utilities  Commission  to  Follow 
State  Law  and  Report  Progress  Annually  to  Find  and  Develop  New  Sources 
of  Water  for  Future  Drought  Years  Without  Delay’’. 

GM  Kelly,  Jr.  stated  new  positions  will  be  requested  in  the  budget  to  work  on 
water  supply  issues. 

No  public  comment. 

10.  Other  Commission  Business 
None. 


1 1 .  Consent  Calendar: 

a)  Approve  the  terms  and  conditions  of  and  authorize  the  General  Manager  to 

execute  an  eight-year,  no-fee  revocable  license  to  the  Sequoia  Union  High 

School  District,  to  use  approximately  108,950  square  feet  of  portions  of 

SFPUC  Parcels  328-B,  328-C,  and  328-D  adjacent  to  Woodside  High 

School  at  199  Churchill  Avenue  in  Woodside,  California,  for  the  operation. 

maintenance,  and  repair  of  permitted  improvements,  and  permit  certain 

encroachments  on  the  License  Area.  (Resolution  19-0120) 


b)  Authorize  the  General  Manager  to  execute,  on  behalf  of  the  City  and  County 

of  San  Francisco,  a  Memorandum  of  Understanding  (MOU)  with  the  San 

Joaquin  County  Office  of  Education  to  assist  the  SFPUC  in  meeting  its 

workforce  requirements  for  the  Hetch  Fletchv  Water  and  Power  Capital  Plan 

through  worker  participation  in  San  Joaquin,  Tuolumne,  Stanislaus,  and 

Mariposa  Counties,  through  an  agreement  with  an  initial  term  of  three  years, 

with  an  option  to  extend  for  an  additional  two  years,  and  for  an  amount  not- 

to-exceed  $758,340.  (Resolution  19-0121) 


c)  Approve  an  increase  of  $1 ,000,000  to  the  existing  contract  cost 

contingency,  and  an  increase  of  250  consecutive  calendar  days  to  the 

contract  duration  contingency  for  Contract  No.  FIFI-989,  Flolm  Powerhouse 

Rehabilitation  &  Kirkwood  Powerhouse  Oil  Containment;  and  authorize  the 

General  Manager  to  approve  future  modifications  to  the  contract  for  a  total 

contract  amount  of  up  to  $1 1 ,942,800,  and  a  total  revised  contract  duration 


of  up  to  891  consecutive  calendar  days,  (Resolution  19-0122) 


d)  Accept  work  performed  by  Big  Valley  Electric  for  Contract  No.  IHH-992, 

Modesto  Transmission  Line  Clearance  Mitigation;  approve  Modification  No. 

1  (Final),  increasing  the  contract  amount  by  $170,387  for  a  total  contract 


amount  of  $1 ,881 ,387  and  increasing  the  contract  duration  by  29 
consecutive  calendar  days,  for  a  total  contract  duration  of  269  consecutive 

calendar  days;  and  authorize  final  payment  to  the  contractor.  (Resolution 
19-0123) 
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e)  Approve  an  increase  to  the  existing  construction  contract  cost  contingency 


in  the  amount  of  $3,000.000  and  an  increase  to  the  existing  contract 


duration  contingency  of  253  consecutive  calendar  days,  for  Contract  No. 

WD-2668,  Regional  Groundwater  Storage  and  Recovery:  and  authorize  the 

General  Manager,  or  his  designee,  to  approve  future  contract  modifications, 


for  a  total  revised  contract  amount  of  up  to  $62,578,678  and  a  total  revised 


contract  duration  of  up  to  1 ,797  consecutive  calendar  days.  (Resolution  19- 

0124) 


f)  Accept  work  performed  by  Minerva  Construction,  Inc,  for  Contract  No.  VWV- 
61  OR.  Visitacion  Valiev  Green  Nodes.  Rutland  Street  Sewer,  and  Sunnydale 

Pavement  Improvements;  approve  Modification  No.  4  (Final)  increasing  the 

contract  amount  by  $203,552  for  a  total  contract  amount  of  $3,983,864,  and 


increasing  the  contract  duration  by  75  consecutive  calendar  days  for  a  total 

contract  duration  of  476  consecutive  calendar  days;  and  authorize  final 

payment  to  the  contractor.  (Resolution  19-0125) 


g)  Accept  work  performed  bv  Azul  Works.  Inc,  for  Contract  No.  WW-659, 

Greenhouse  Demolition  at  1150  Phelps  Street;  approve  Modification  No.  3 

(Final)  extending  the  contract  duration  bv  260  consecutive  calendar  days, 

for  a  total  contract  duration  of  499  days,  and  a  total  contract  amount  of 

$1.705.971:  and  authorize  final  payment  to  the  contractor.  (Resolution  19- 

0126) 


h)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WW-665, 

Southeast  Water  Pollution  Control  Plant  (SEP)  042-Seismic  Retrofit  and 

Rehabilitation,  in  the  amount  of  $9,079,210  and  with  a  duration  of  867 

consecutive  calendar  days,  to  Western  Water  Constructors,  Inc,  to  perform 

structural,  mechanical,  and  electrical  upgrades  at  various  SEP  buildings. 

This  action  constitutes  the  Approval  Action  for  the  project  for  the  purposes 

of  CEQA,  pursuant  to  Section  31 .04(h)  of  the  San  Francisco  Administrative 

Code.  (Resolution  19-0127) 


Commissioner  Maxwell  requested  that  item  1 1b  be  removed  and 
Commissioner  Moran  requested  that  item  11c  be  removed. 


On  Motion  to  approve  Consent  Calendar  items  11a  and  lid  through  1 1h: 
Ayes:  Vietor,  Moran,  and  Maxwell 


No  public  comment. 

11b:  Masood  Ordikhani,  Infrastructure  Division,  summarized  the  request, 
provided  a  history  of  the  MOU,  outlined  work  conducted  with  stakeholders 
and  unions,  and  noted  the  success  of  the  program.  Commissioner  Maxwell 
indicated  she  would  like  to  have  seen  more  numbers,  expectation  of 
program  goals,  and  who  is  the  population  that  is  being  served. 


Public  Comment 
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Julia  Stephens,  Project  Coordinator,  San  Joaquin  County  Office  of 
Education,  described  their  program  and  the  positive  impact  the  it  has 
had  on  cohort  participants. 


Ms.  Stephens  responded  to  a  question  from  Commissioner  Maxwell  if  data  is 
collected  as  to  how  long  an  apprentice  stays  with  their  employer. 

-  Hector  Lopez  was  participant  in  the  program  and  has  been  a  program 
coordinator  working  with  the  program  for  the  past  12  years.  He 
described  his  experiences  as  an  apprentice  and  his  current  work 
assisting  those  are  currently  in  the  program. 

-  Mark  Carpenter,  San  Joaquin  County  Office  of  Education,  thanked  the 
Commission  for  supporting  the  program.  He  discussed  the  positive 
impact  and  effectiveness  of  the  program.  He  indicated  14  of  15  current 
apprentices  have  been  placed  and  that  the  program  is  always  looking  for 
refinement  and  improvement  to  fully  serve. 

On  Motion  to  approve  the  Consent  Calendar  Item  11b: 

Ayes:  Vietor,  Moran,  and  Maxwell 


1 1c:  In  response  to  Commissioner  Moran’s  question  regarding  the  cause  for 
the  delay,  Mr.  Dan  Wade  indicated  it  was  partially  due  to  the  implementation 
of  the  City’s  new  financial  system  and  difficulty  with  getting  Notice-to- 
Proceed  issued  during  that  time,  and  part  was  due  to  construction  delays 
due  to  missing  the  outage  period. 

On  Motion  to  approve  the  Consent  Calendar  Item  1 1c: 

Ayes:  Vietor,  Moran,  and  Maxwell 

No  public  comment. 


12.  Approve  form  of  Revolving  Credit  and  Term  Loan  Agreement  and  Fee  Letter 

with  Toronto-Dominion  Bank  in  the  principal  amount  not-to-exceed  $75  million 


and  a  term  of  three  years,  with  a  five-year  option  to  extend  for  a  total  potential 

term  of  eight  years,  and  a  not-to-exceed  annual  fee  of  $250,000,  to  replace  an 


expiring  agreement  of  the  Wastewater  Interim  Funding  Program  that  provides 

interim  funding  of  the  Wastewater  Enterprise  capital  program;  and  authorize  the 

General  Manager  to  enter  into  the  agreement  with  Toronto-Dominion  Bank. 

(Resolution  19-0128) 

Charles  Perl,  Deputy  Chief  Financial  Officer,  provided  a  background  of  the 
Wastewater  Interim  Funding  Program,  with  a  $750M  authorized,  seven-series 
supported  by  high-grade  bank  credit  facilities.  He  indicated  the  request  for 
proposal  procurement  was  sent  to  12  banks,  with  seven  responses,  and  staff 
recommends  as  lowest  cost,  responsive  proposal  a  $75M  Toronto-Dominion 
Bank  Liquid  Facility  and  presented  the  recommended  replacement  credit  facility 
and  terms.  He  reviewed  key  disclosure  questions  and  answers  and  requested 
Commission  approval. 
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On  Motion  to  approve  Item  12: 
Ayes:  Vietor,  Moran,  and  Maxwell 

No  public  comment. 


13.  Discussion  and  possible  action  to  adopt  resolution  confirming  General  Manager 

implementation  of  adjusted  schedule  of  CleanPowerSF  rates  and  charges  to 

take  effect  on  or  after  July  1 , 2019  in  accordance  with  the  rate-setting 
methodology  adopted  by  the  Commission  on  December  1 1 ,  2018  by  Resolution 

No.  18-0209  for  the  San  Francisco  Public  Utilities  Commission  Power  Enterprise 

CleanPowerSF  (CPSR  program  service  in  San  Francisco.  (Resolution  19-0129) 
Kristina  Cordero  reviewed  the  CPSF  rate  setting  methodology,  noting  it  was 
approved  by  the  Commission  on  December  1 1,  2018  and  delegated  authority  to 
the  General  Manager  to  adjust  final  CPSF  rates  based  on  final  published  PG&E 
rates.  The  updated  methodology  includes  Power  Charge  Indifference 
Adjustment  (PCI A)  credit  to  allow  rate  setting  methodology  a  formulaic  way  to 
offset  projected  increases  in  PCIA  and  keep  CPSF  customer  bill  competitive 
with  PG&E. 

CPSF  rates  implementation  will  (1)  adjust  CPSF  Green  rates  to  be  based  on 
final  PG&E  rates  and  ensure  consistent  margin  of  savings  within  customer 
class;  (2)  Set  PCIA  credit  to  zero  in  rate  setting  methodology;  (3)  Residential: 
adjust  Green  rates  to  achieve  a  5%  cost  saving  on  generation  services  and 
decrease  SuperGreen  premium  from  1.5  cents/kWh  to  1.0  cents/kWh;  and  (4) 
Commercial:  adjust  rates  to  maintain  3.5%  savings  on  generation  services  and 
decrease  SuperGreen  premium  from  1.0  cents/kWh  to  0. 75  cents/kWh  to 
remain  competitive  with  Solar  Choice.  Large  commercial  (El 9)  and  medium 
commercial  (A10)  remain  at  0.50  cents/kWh. 

Ms.  Cordero  indicated  the  results  of  the  rates  implementation  final  adjustments 
will  provide  that  program  reserves  targets  are  funded  at  a  faster  pace;  will  be  the 
greatest  cost  savings  to  CPSF  customers  to-date;  and  the  average  bill  increase 
across  all  customer  classes  of  approximately  4.8%.  She  concluded  with  a 
presentation  of  residential  and  small  commercial  average  bill  comparisons  for 
the  PG&E  default  vs.  CPSF  Green  product. 


On  Motion  to  approve  Item  13: 
Ayes:  Vietor,  Moran,  and  Maxwell 


No  public  comment. 

14.  Approve  one  renewable  energy  contract  for  CleanPowerSF  between  the  San 


Francisco  Public  Utilities  Commission  and  Southern  California  Edison  Company 

with  a  term  of  two  years  and  total  costs  of  approximately  $15.8  million;  and 


authorize  the  General  Manager  to  seek  approval  from  the  Board  of  Supervisors 

for  the  contract.  (Resolution  19-0130) 

Michael  Flyams,  Clean  Power  SF  Director,  introduced  the  item  and  requested 
approval. 
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On  Motion  to  approve  Item  13: 

Ayes:  Vietor,  Moran,  and  Maxwell 

No  public  comment. 

The  Commission  Secretary  read  Closed  Session  items  17  through  21. 

15.  Public  Comment  on  matters  to  be  addressed  during  Closed  Session 

None. 

16.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters 

listed  below  as  Conference  with  Legal  Counsel 

On  Motion  to  assert  attorney-client  privilege: 

Ayes:  Vietor,  Moran,  and  Maxwell 

The  Commission  entered  Closed  Session  at  3:43  PM 


17. 


Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (2)  and  San  Francisco  Administrative  Code  Section  67.10 


id)  (2) 

Unlitiqated  Claim 

Shambhala  Healing  Center  v.  City  and  County  of  San  Francisco 

Unlitiqated  File  No.  19-02638/Date  Filed:  May  1, 2019 

Proposed  Settlement  of  claim  with  the  claimant’s  release  of  all  claims  and  the 


City  to  pay  claimant  $29,250.72 


(Resolution  19-0131) 


18.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (did)  and  San  Francisco  Administrative  Code  Section  67.10 

(d)(1) 

Existing  Litigation 

Pacific  Gas  &  Electric  Corporation 

Case  No.  19-30088/Date  Filed:  January  29.  2019 

Case  No.  19-30089/Date  Filed:  January  29.  2019 

United  States  Bankruptcy  Court,  Northern  District  of  California 


19.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)(1)  and  San  Francisco  Administrative  Code  Section  67.10 

(d)(1) 

Existing  Litigation 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company.  Docket 

No.  ELI  9-38-000/Date  Filed:  January  28.  2019  Federal  Energy  Regulatory 

Commission 


20.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)(1)  and  San  Francisco  Administrative  Code  Section  67.10 

(d)(1) 
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Existing  Litigation 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Federal  Energy 

Regulatory  Commission  Complaint  under  Sections  206  and  306  of  the  Federal 

Power  Act. 

Case  No.  ELI  5-3-000/Date  Filed:  October  9,  2014 

21 .  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 

(d)(1) 

Existing  Litigation 

San  Joaquin  Tributaries  Authority ,  et  al  y.  California  State  Water  Resources 

Control  Board 

Tuolumne  Superior  Court  Case  No.:  CU62094/Date  Filed:  January  10,  2019 

Coordinated  as  State  Water  Board  Cases  by  order  filed  May  13,  2019  in 

Sacramento  Superior  Court.  JCCP  No.  5013 

The  Commission  exited  Closed  Session  at  5:24  PM. 

22.  Announcement  Following  Closed  Session 
VP  Vietor  announced  Item  17  was  approved. 

23.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session 
pursuant  to  San  Francisco  Administrative  Code  Section  67.12  (a) 

On  Motion  no  to  disclose: 

Ayes:  Vietor,  Moran,  and  Maxwell 

24.  Other  New  Business 

VP  Vietor  announced  the  July  9,2019  Regular  Meeting  has  been  cancelled. 

25.  Adjournment 

VP  Vietor  adjourned  the  meeting  at  5:25  PM. 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  19-0120 


WHEREAS,  The  City  and  County  of  San  Francisco  (City)  owns  certain  real  property 
under  the  jurisdiction  of  the  San  Francisco  Public  Utilities  Commission  (SFPUC)  designated  as 
portions  of  SFPUC  Parcel  Nos.  328-B,  328-C,  and  328-D  and  located  adjacent  to  Woodside 
High  School  located  at  199  Churchill  Avenue  in  Woodside,  California  (License  Area);  and 

WHEREAS,  The  SFPUC  currently  operates  and  maintains  two  subsurface  water 
transmission  pipelines.  Bay  Division  Pipelines  3  and  4,  under  the  License  Area;  and 

WHEREAS,  The  License  Area  bisects  the  property  at  199  Churchill  Avenue  where  the 
Sequoia  Union  School  District  (School  District)  operates  Woodside  High  School;  and 

WHEREAS,  The  School  District  has  used  the  License  Area  since  1958  pursuant  to  three 
sequential  licenses:  (i)  a  San  Francisco  Water  Department  Revocable  Permit  dated  July  22,  1958 
(superseded);  (ii)  a  SFPUC  Revocable  Permit  P-3935  dated  February  12,  2001  (superseded);  and 
(iii)  a  SFPUC  revocable  license  dated  2017;  and 

WHEREAS,  In  2017,  pursuant  to  Resolution  No.  17-0137,  the  SFPUC  and  the  School 
District  entered  into  a  revocable  license  (2017  License)  to  operate,  maintain,  and  repair  the 
following  improvements  on  or  crossing  the  License  Area:  (a)  hardscape  improvements  (curb 
cuts,  steps,  minor  grading  and  paving);  (b)  landscaping  and  irrigation  improvements;  (c)  paved 
and  grassy  areas  used  as  a  portion  of  a  baseball  field;  and  (d)  a  ten-inch  diameter  plastic  fire 
service  subsurface  pipeline  (together,  the  Permitted  Improvements);  and 

WHEREAS,  The  2017  License  did  not  recognize  certain  encroachments  that  the  School 
District  had  installed  on  the  License  Area  consisting  of  (a)  approximately  ten  trees  located  on  or 
near  the  boundary  of  the  License  Area,  (b)  a  greenhouse  structure,;  and  (c)  a  chicken  coop  with 
associated  structures  (Permitted  Encroachments);  and 

WHEREAS,  The  SFPUC  now  desires  to  issue  a  new  eight-year  revocable  license  to  the 
School  District  (2019  License)  to  maintain  the  existing  permitting  uses  in  the  2017  License  and 
to  authorize  the  Permitted  Encroachments  because  the  encroachments  do  not  pose  a  risk  to  the 
SFPUC’ s  subsurface  water  infrastructure  at  the  present;  and 

WHEREAS,  The  2019  License  will  replace  and  supersede  the  2017  License  and  includes 
the  following  terms:  (i)  the  School  District  will  meet  annually  with  SFPUC  staff  to  visually 
inspect  and  resolve  any  issues  regarding  the  School  District’s  use  of  the  License  Area;  (ii)  the 
School  District  will  respond  to  all  third-party  inquiries  that  may  arise  regarding  the  School 
District’s  efforts  to  remove  encroachments  as  required  by  the  SFPUC;  and  (iii)  the  School 
District  will  accept  responsibility  for  any  damage  caused  by  the  10  trees  occupying  the  License 
Area,  and  if  the  SFPUC  needs  to  regain  full  access  to  the  License  Area,  the  School  District  has 
agreed  to  remove  these  trees  at  its  sole  cost;  and 


WHEREAS,  The  proposed  2019  License  meets  the  criteria  in  Section  5.3.1  of  the  2015 
Real  Estate  Guidelines  adopted  by  Commission  Resolution  No.  15-0012  that  allows  the  SFPUC 
to  offer  a  no-fee  or  reduced  fee  license  to  a  public  agency  because  the  License  Area:  (i)  has  little 
or  no  revenue-generating  potential  because  it  bisects  the  Woodside  High  School  premises;  (ii)  is 
located  within  the  boundaries  of  Woodside;  (iii)  will  be  fully  maintained  and  repaired  by 
Licensee  under  the  terms  of  the  proposed  License,  thereby  eliminating  the  SFPUC’s  maintenance 
costs  for  the  License  Area;  and  (iv)  is  not  desired  for  use  by  any  entity  other  than  Licensee;  and 

WHEREAS,  The  School  District  will  continue  to  maintain  the  License  Area,  thereby 
eliminating  the  SFPUC’s  maintenance  costs  for  the  License  Area  and  will  pay  property  taxes  for 
the  parcels  and  provide  insurance  and  indemnity;  ;  and 

WHEREAS,  The  uses  in  the  encroachment  area  are  exempt  from  the  California 
Environmental  Quality  Act  (CEQA)  Guidelines  under  Section  15302,  Class  2  (c)];  now, 
therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  finds  that  the  2019  License  is  issued  to  a 
public  agency  under  Section  5.3.1  of  the  2015  Real  Estate  Guidelines,  and  will  be  issued  with  no 
use  fee;  and,  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  ratifies,  approves  and  authorizes 
all  actions  heretofore  taken  by  any  City  official  in  connection  with  this  2019  License;  and,  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  approves  the  terms  and 
conditions  of  this  2019  License;  and,  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  and  directs  the 
SFPUC  General  Manager  to  execute  the  2019  License;  and,  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  SFPUC  General 
Manager  to  enter  into  any  amendments  or  modifications  to  this  2019  License,  including  without 
limitation,  the  exhibits,  that  the  General  Manager  determines,  in  consultation  with  the  City 
Attorney,  are  in  the  best  interest  of  the  City;  do  not  materially  increase  the  obligations  or 
liabilities  of  the  City;  are  necessary  or  advisable  to  effectuate  the  purposes  and  intent  of  the  2019 
License  or  this  resolution;  and  are  in  compliance  with  all  applicable  laws,  including  the  City 
Charter. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  June  25,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0121 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission's  (SFPUC's)  mission  is  to 
provide  its  customers  with  high  quality,  efficient  and  reliable  water,  wastewater,  and  power 
services  in  a  manner  that  is  inclusive  of  environmental  and  community  interests,  and  that  sustains 
the  resources  entrusted  to  our  care;  and 

WHEREAS,  San  Joaquin  County  Office  of  Education  (SJCOE)  will  provide  pre¬ 
apprenticeship  training  for  economically  disadvantaged  residents  in  the  key  geographic  regions 
of  the  Hetch  Hetchy  Water  and  Power  Capital  Plan  over  the  next  three  years;  and 

WHEREAS,  SJCOE  and  the  SFPUC  have  been  working  cooperatively  to  improve  the 
skills  and  employability  of  disadvantaged  residents  to  match  the  growing  demands  within  the 
construction  industry  and,  more  specifically,  the  staffing  and  construction  apprentice 
requirements  of  the  Hetch  Hetchy  Water  and  Power  Capital  Plan;  and 

WHEREAS,  SJCOE  will  convene  and  leverage  diverse  partners  to  further  develop  a 
construction  industry  pre-apprenticeship  program  that  promotes  employment  readiness  tor 
economically  disadvantaged  residents  within  areas  where  the  SFPUC  owns  and  operates  water 
and  power  facilities;  and 

WHEREAS,  The  estimated  cost  of  services  is  not-to-exceed  $252,780  per  year  for  FY19- 
20,  FY20-21and  FY21-22,  for  a  total  not-to-exceed  amount  of  $758,340.  The  funding  source  will 
be  from  the  proposed  Mountain  Tunnel  Project  and  other  projects  that  are  a  part  of  the  Hetch 
Hetchy  Water  and  Power  Capital  Plan;  and 

WHEREAS,  Services  are  anticipated  to  begin  in  July  1,  2019  and  end  June  30,  2022  and 
the  total  duration  of  this  agreement  is  three  years,  with  an  option  to  extend  the  contract  tor  an 
additional  two  years;  and 

WHEREAS,  Funds  for  this  agreement  will  be  available  July  1, 2019  from  projects  that 
are  a  part  of  the  Hetch  Hetchy  Water  and  Power  Capital  Plan;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager  of  the 
SFPUC  to  execute  the  Memorandum  of  Understanding  Agreement  with  SJCOE  in  substantially 
the  form  on  file  with  the  Commission  Secretary,  for  an  amount  not-to-exceed  $758,340  and  with 
a  total  duration  of  three  years,  with  an  option  to  extend  the  contract  for  an  additional  two  years. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  June  25,  2019. 


Secretary,  Public  Utilities  Commission 
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PUBLIC  UTILITIES  COMMISSION 
City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0122 


WHEREAS,  On  August  8,  2017,  per  Resolution  No.  17-0173,  this  Commission  approved 
the  award  of  Hetch  Hetchy  Water  &  Power-funded  Contract  No.  HH-989,  Holm  Powerhouse 
Rehabilitation  &  Kirkwood  Powerhouse  Oil  Containment  to  Big  Valley  Electric;  and 

WHEREAS,  The  construction  contract  Notice-to-Proceed  date  was  set  for  January  29, 
2018; and 

WHEREAS,  The  original  contract  amount  was  for  $9,948,000,  and  the  original  contract 
duration  is  583  consecutive  calendar  days;  and 

WHEREAS,  Sections  6.22(h)  of  the  Administrative  Code  requires  that  any  cumulative 
increase  in  contract  amount  or  duration  in  excess  of  10%  of  the  original  contract  amount  or 
duration  be  approved  by  this  Commission;  and 

WHEREAS,  An  increase  to  the  construction  contract  cost  contingency  in  the  amount  of 
$1,000,000  and  an  increase  to  the  contract  duration  contingency  in  the  amount  of  250 
consecutive  calendar  days  is  requested  to  address  the  required  generator  electrical  bus  repair  and 
the  procurement  of  long  lead-time  items,  subject  to  the  General  Manager’s  subsequent 
authorization  of  modifications,  as  appropriate;  and 

WHEREAS,  On  January  17,  2015,  the  Planning  Department  determined  that  the  project 
is  categorically  exempt  from  California  Environmental  Quality  Act  (CEQA)  under  CEQA 
Guidelines  Section  15301,  Class  1  -  Existing  Facilities;  and 

WHEREAS,  The  Contract  Monitoring  Division  established  a  Local  Business  Enterprise 
(LBE)  goal  of  15%  for  this  contract,  and  the  contractor  committed  to  a  LBE  participation  of 
16.09%  with  its  bid  submittal;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUH 101-02,  Other  Powerhouse 
Projects;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  an  increase  of  $1,000,000  to  the 
existing  construction  contract  cost  contingency  and  an  increase  of  250  consecutive  calendar  days 
to  the  existing  contract  duration  contingency  for  the  Hetch  Hetchy  Water  &  Power  funded 
Contract  No.  HH-989,  Holm  Powerhouse  Rehabilitation  &  Kirkwood  Powerhouse  Oil 
Containment  for  a  revised  contract  cost  contingency  of  $1,994,800  and  a  revised  contract 
duration  contingency  of  308  consecutive  calendar  days;  and  be  it 


FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager 
or  his  designee  to  consider,  and  if  appropriate,  to  approve,  any  future  modifications  to  the 
contract  for  a  total  contract  amount  of  up  to  $11,942,800  and  a  total  contract  duration  of  up  to 
891  consecutive  calendar  days. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  June  25,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


19-0123 


WHEREAS,  On  April  10,  2018,  by  Resolution  No.  18-0059,  this  Commission  awarded 
Contract  No.  HH-992,  Modesto  Transmission  Line  Clearance  Mitigation,  in  the  amount  of 
$1,71 1,000,  to  the  responsible  bidder  with  the  lowest  responsive  bid.  Big  Valley  Electric;  and 

WHEREAS,  Construction  has  been  completed  for  Contract  No.  HH-992,  Modesto 
Transmission  Line  Clearance  Mitigation,  by  the  contractor,  Big  Valley  Electric;  and 

WHEREAS,  The  construction  contract  Notice-to-Proceed  date  was  set  for  June  18,  2018, 
with  an  original  contract  duration  of  240  consecutive  calendar  days,  and  the  contract  work  was 
completed  in  269  consecutive  calendar  days  on  March  13,  2019;  and 

WHEREAS,  The  original  contract  amount  was  $1,711,000  and  the  original  contract 
duration  was  240  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  1  (Final)  is  being  requested  to  increase  the  contract 
amount  by  $170,387  (within  the  original  10%  amount  contingency)  and  to  increase  the  contract 
duration  by  29  consecutive  calendar  days,  to  account  for  emergency  interim  repairs  to 
transmission  towers  damaged  during  a  February  2019  storm  in  Groveland,  California,  for  a  total 
final  contract  amount  of  $1,881,387  and  a  total  final  contract  duration  of  269  consecutive 
calendar  days;  and 

WHEREAS,  CMD  established  a  Local  Business  Enterprise  (LBE)  subcontracting 
requirement  of  16%  for  this  contract,  and  the  final  LBE  credited  contract  participation  was 
16. 14%;  and 

WHEREAS,  Funds  are  available  from  Project  No.  10014089  -  Transmission  Line 
Clearance  Mitigation  Project  and  Project  No,  10016956  -  Hetchy  Water  Facilities  Maintenance; 
now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  accepts  the  work  performed  by  Big  Valley 
Electric  for  Hetchy  Capital  Improvement  Projects-funded  Contract  No.  HH-992,  Modesto 
Transmission  Line  Clearance  Mitigation,  approves  Modification  No.  1  (Final)  increasing  the 
contract  amount  by  $170,387  for  a  total  contract  amount  of  $1,881,387  and  increasing  the 
contract  duration  by  29  consecutive  calendar  days  for  a  total  contract  duration  of  269  consecutive 
calendar  days,  and  authorizes  final  payment  to  the  contractor. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  June  25,  2019. 


Secretary,  Public  Utilities  Commission 


j  . . 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0124 


WHEREAS,  On  January  13,  2015,  per  Resolution  No.  15-0018,  this  Commission 
approved  the  award  of  Water  System  Improvement  Program  (WSIP)-funded  Contract  No.  WD- 
2668,  Regional  Groundwater  Storage  and  Recovery,  to  Ranger  Pipelines,  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-to-Proceed  date  was  April  6,  2015;  and 

WHEREAS,  The  original  contract  amount  is  up  to  $42,980,047  and  the  original  contract 
duration  is  written  as  917  consecutive  calendar  days;  and 

WHEREAS,  On  May  8,  2018,  per  Resolution  No.  18-0077,  this  Commission  ratified  the 
correction  of  the  award  duration  stated  in  Resolution  No.  15-0018,  adopted  by  this  Commission 
on  January  13,  2015,  from  917  consecutive  calendar  days  to  1,007  consecutive  calendar  days; 
and 

WHEREAS,  Modifications  1  to  77  are  covered  in  the  original  10%  contingency  under 
Resolution  No.  15-0018,  which  consists  of  installation  of  additional  hot  taps,  piping,  flow  meters, 
water  quality  samplers,  electrical  conduit  and  wiring,  and  security  system;  rehabilitation  of  existing 
wells;  inspection  of  wells;  payment  for  service  connection  fees;  and  other  mechanical  and  electrical 
work;  and 

WHEREAS,  Section  6.22(h)  of  the  Administrative  Code  requires  that  any  cumulative 
increase  in  contract  cost  or  contract  duration  in  excess  of  10%  of  the  original  contract  cost  or 
duration  be  approved  by  the  Commission;  and 

WHEREAS,  On  July  25,  2017,  per  Resolution  No.  17-0170,  this  Commission  approved  an 
increase  to  the  contract  cost  contingency  in  the  amount  of  $4,070,149  and  an  increase  to  the  contract 
duration  contingency  in  the  amount  of  79  consecutive  calendar  days,  allowing  for  approval  of  any 
future  modifications  up  to  a  total  contract  amount  up  to  $51,348,201  and  a  total  duration  of  up  to 
1,186  consecutive  calendar  days,  and  this  Commission  action  was  based  on  an  original  award 
duration  of  1,007  days,  rather  than  the  917  days  incorrectly  stated  in  Resolution  No.  15-0018  ;  and 

WHEREAS,  Modifications  78  to  91  are  covered  in  the  approved  contingency  under 
Resolution  No.  17-0170,  which  consists  of  installation  of  sodium  hydroxide  systems,  fire  alarms,  and 
fire  hydrants;  remote  analyzers;  site  restoration;  piping,  flow  meters,  water  quality  samplers;  other 
mechanical  and  electrical  work;  and 

WHEREAS,  On  May  8,  2018,  per  Resolution  No.  18-0077,  this  Commission  approved  an 
increase  to  the  contract  cost  contingency  in  the  amount  of  $8,230,477  and  an  increase  to  the 
contract  duration  contingency  in  the  amount  of  358  consecutive  calendar  days,  allowing  for 
approval  of  any  future  modifications  up  to  a  total  contract  amount  up  to  $59,578,678  and  a  total 
duration  of  up  to  1,544  consecutive  calendar  days;  and 

WHEREAS,  Modifications  92  to  112  are  covered  in  the  approved  contingency  under 
Resolution  No.  18-0077  which  consists  of  installation  of  remote  analyzers;  piping;  cabinets; 
programming;  rental  of  generators;  disinfection  and  startup  support;  and  other  mechanical, 
plumbing  and  electrical  work;  and 


WHEREAS,  An  increase  in  the  construction  contract  cost  contingency  in  the  amount  of 
$3,000,000  and  an  increase  in  contract  duration  contingency  in  the  amount  of  253  consecutive 
calendar  days  are  requested  to  allow  construction  of  power  connections  to  remote  sampling 
analyzers;  retrofit  and/or  replacement  of  additional  flowmeters;  revision  to  programmable  logic 
controller  programming;  improvements  to  access  roads  for  chemical  deliveries;  calibration  of 
flowmeters;  maintenance  service  and  extended  warranty;  and  provision  of  payment  lor 
contractor’s  extended  overhead  costs;  and 

WHEREAS,  The  Contract  Monitoring  Division  established  a  Local  Business  Enterprise 
(LBE)  subcontracting  goal  of  14%  for  this  construction  contract,  and  the  contractor  committed  to 
a  LBE  participation  of  14.1%  with  its  bid  submittal,  and  this  remains  unchanged;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUW30103  -  Regional  Groundwater 
Storage  and  Recovery;  and 

WHEREAS,  On  October  24,  2016,  the  Planning  Department  reviewed  the  additional 
scope  of  work  for  the  Project  and  determined  that  the  work  was  adequately  covered  in  the  Final 
Environmental  Impact  Report  for  the  Regional  Groundwater  Storage  and  Recovery  Project 
certified  by  the  Planning  Commission  on  August  7,  2014  and  the  Mitigation  Monitoring  and 
Reporting  Program  (MMRP)  for  the  Project.  On  August  12,  2014,  This  Commission  adopted  the 
CEQA  findings  and  the  MMRP  for  the  Project;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  an  increase  in  the  contract  cost 
contingency  in  the  amount  of  $3,000,000  and  an  increase  in  the  contract  duration  contingency  of 
253  consecutive  calendar  days  for  WS IP-funded  Contract  No.  WD-2668,  Regional  Groundwater 
Storage  and  Recovery,  for  a  total  revised  cost  contingency  of  $19,598,631  and  a  total  revised 
contract  duration  contingency  of  790  consecutive  calendar  days;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager, 
or  his  designee,  to  consider  and,  if  appropriate,  approve  future  modifications  to  the  contract 
amount  for  a  total  contract  amount  not-to-exceed  $62,578,678,  and  future  modifications  to  the 
contract  duration  for  a  total  contract  duration  not-to-exceed  1,797  consecutive  calendar  days. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  June  25,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0125 


WHEREAS,  Construction  is  complete  for  WW-610R,  Visitacion  Valley  Green  Nodes, 
Rutland  Street  Sewer,  and  Sunnydale  Pavement  Improvements,  by  the  contractor,  Minerva 
Construction,  Inc.;  and 

WHEREAS,  On  February  28,  2017,  per  Resolution  No.  17-0035,  this  Commission 
approved  the  award  of  Wastewater  Enterprise,  Sewer  System  Improvement  Program 
(SSIP)  funded  Contract  No.  WW-610R,  Visitacion  Valley  Green  Nodes,  Rutland  Street 
Sewer,  and  Sunnydale  Pavement  Improvements  to  Minerva  Construction  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-to-Proceed  date  was  set  for  June  5, 
2017; and 

WHEREAS,  The  original  contract  amount  was  for  $3,483,944  and  the  original 
contract  duration  was  368  consecutive  calendar  days;  and 

WHEREAS,  Section  6.22(h)(2)  of  the  Administrative  Code  requires  that  any 
cumulative  increase  to  cost  or  duration  in-excess-of  10%  of  the  original  contact  cost  or 
duration  be  approved  by  this  Commission;  and 

WHEREAS,  Modifications  Nos.  1  thru  3  were  issued  increasing  the  contract 
amount  by  $296,348  (within  the  original  10%  amount  contingency),  and  increasing  the 
duration  by  33  consecutive  calendar  days  (within  the  original  10%  duration  contingency) 
to  provide  additional  structural  concrete,  repair  a  side  sewer,  relocate  a  water  line,  furnish 
and  install  additional  bioretention  soil,  furnish  and  install  ductile  iron  pipe,  perform 
potholing  and  work  around  PG&E  duct  bank,  add  underdrains  to  Leland  Ave  rain  gardens, 
perform  additional  soil  characterization,  increase  the  length  of  VCP  side  sewer,  and 
balance  bid  items,  for  a  total  contract  amount  of  $3,780,292  and  a  total  contract  duration 
of  401  consecutive  calendar  days;  and 

WHEREAS,  On  July  10,  2018,  per  Resolution  No.  18-0114,  this  Commission 
approved  an  increase  of  60  calendar  days  to  the  contract  duration  contingency  for  a  total 
contract  duration  of  up  to  465  calendar  days;  and 

WHEREAS,  Modification  No.  4  is  being  requested  to  pave  a  portion  of  Rutland 
Street,  increasing  the  contract  amount  by  $203,522  for  a  total  contract  amount  of 
$3,983,844  and  increasing  the  contract  duration  by  75  consecutive  calendar  days  for  a  total 
contract  duration  of  476  consecutive  calendar  days;  and 

WHEREAS,  The  Contract  Monitoring  Division  (CMD)  established  a  Local 
Business  Enterprise  (LBE)  subcontracting  requirement  of  20.00%  for  this  contract,  and 
the  contractor  committed  to  an  LBE  participation  of  26.84%  with  its  bid  submittal;  and 
CMD  has  determined  that  the  contractor  made  a  good  faith  effort  to  comply  with  its  LBE 
subcontracting  goal  by  achieving  a  final  LBE  participation  of  25.25%;  and 


WHEREAS,  Funds  are  available  from  the  following  four  sources:  (1)  Project  No. 
CWWSIPFCDB04,  SFPUC-SSIP  Green  Infrastructure,  (2)  Project  No. 
CWWSIPCSSR12,  SFPUC-SSIP  Sewer,  (3)  Project  No.  2490J,  San  Francisco  Public 
Works  Paving,  and  (4)  Project  No.  2446J,  San  Francisco  Recreation  and  Park  Department; 
now,  therefore,  be  it 

RESOFVED,  That  this  Commission  hereby  accepts  work  performed  by  Minerva 
Construction  Inc.  for  Wastewater  Enterprise  Sewer  System  Improvement  Program-funded 
Contract  No.  WW-610R,  Visitacion  Valley  Green  Nodes,  Rutland  Street  Sewer,  and  Sunnydale 
Pavement  Improvements,  approves  Modification  No.  4  (Final)  increasing  the  contract  amount  by 
$203,522,  for  a  total  contract  amount  of  $3,983,864,  and  increasing  the  contract  duration  by  75 
calendar  days  for  a  total  contract  duration  of  476  consecutive  calendar  days,  and  authorizes  final 
payment  to  the  contractor. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  June  25,  2019 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0126 

WHEREAS,  Construction  has  been  completed  for  Wastewater  Enterprise  (WWE), 
Capital  Improvement  Program  (ClP)-funded  Contract  No.  WW-659,  Greenhouse  Demolition  at 
1 150  Phelps  Street?  by  the  contractor,  Azul  Works,  Inc;  and 

.  A  "' v  *  .  x 

WHEREAS,  On  February  27,  2018,  per  Resolution  No.  18-0032,  this  Commission 
awarded  Contract  No.  WW-659,  Greenhouse  Demolition  at  1150  Phelps  Street,  in  the  amount  of 
$1,638,000,  to  the  qualified  and  responsible  bidder  with  the  lowest  responsive  bid,  Azul  Works, 
Inc.;  and 

WHEREAS,  The  construction  contract  Notice-to-Proceed  date  was  April  19,  2018;  and 

WHEREAS,  The  original  contract  amount  was  for  $1,638,000,  and  the  original  contract 
duration  was  for  135  consecutive  calendar  days;  and 

WHEREAS,  Section  6.22(h)  of  the  Administrative  Code  requires  that  any  cumulative 
increase  in  contract  duration  in  excess  of  10%  of  the  original  contract  price  or  duration  be 
approved  by  the  Commission;  and 

WHEREAS,  On  September  11,  2018,  per  Resolution  No.  18-0148,  this  Commision 
approved  an  increase  to  the  contract  duration  of  90  days,  for  a  total  contract  duration  of  up  to  239 
consecutive  calendar  says,  with  no  change  to  the  contract  amount;  and 

WHEREAS,  Modifications  Nos.  1-2  were  issued  increasing  the  contract  amount  by 
$67,971  (within  the  original  10%  amount  contingency),  and  increasing  the  duration  by  104 
consecutive  calendar  days,  for  a  total  revised  contract  amount  of  $1,705,971  and  a  total  revised 
contract  duration  of  239  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  3  (Final)  is  being  requested  tto  extend  the  duration  by  260 
consecutive  calendar  days  due  to  scheduling  PG&E  to  restore  power  to  the  site  and  repair  of 
wiring  after  power  was  restored,  for  a  total  revised  contract  duration  of  499  consecutive  calendar 
days;  and 

WHEREAS,  The  Contract  Monitoring  Division  established  a  Local  Business  Enterprise 
(LBE)  subcontracting  requirement  of  30%  for  this  construction  contract,  and  the  contractor 
committed  to  a  LBE  participation  of  30.52%  with  its  bid  submittal,  but  achieved  a  level  of 
26.6%;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CWWFAC02,  Collection  Division 
Consolidation;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  an  increase  to  the  existing  239-day 
contract  duration  in  the  amount  of  260  additional  consecutive  calendar  days  for  WWE,  CIP 
funded  Contract  No.  WW-659,  Greenhouse  Demolition  at  1150  Phelps  Street,  for  a  total  contract 
duration  contingency  of  499  consecutive  calendar  days;  and  be  it 


FURTHER  RESOLVED,  That  this  Commission  hereby  accepts  work  performed  by  Azul 
Works,  Inc.,  for  WWE,  CIP-funded  Contract  WW-659,  Greenhouse  Demolition  at  1150  Phelps 
Street,  approves  extending  the  contract  duration  by  260  consecutive  calendar  days,  for  a  total 
contract  duration  of  499  days;  and  authorizes  final  payment  to  the  contractor. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  June  25,  2019. 


Secretary ,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0127 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  Wastewater 
Enterprise  (WWE),  Sewer  System  Improvement  Program  (SSIP)-funded  Contract  No.  WW-665, 
Southeast  Water  Pollution  Control  Plant  (SEP)  042  Seismic  Retrofit  and  Rehabilitation  was 
advertised  on  March\4*.2019;  and 

WHEREAS’  TheTmgineers  Estimate  is  $15,000,000  to  $16,000,000  for  this  construction 
contract  work  to  perform  structural,  mechanical,  and  electrical  upgrades  at  various  SEP 
buildings;  and 

WHEREAS,  The  contract  duration  is  867  consecutive  calendar  days;  and 

WHEREAS,  Seven  (7)  bids  were  received  and  opened  publicly  on  April  11,  2019;  and 

WHEREAS,  SFPUC  staffs  and  Contract  Monitoring  Division’s  (CMD)  review  of  the 
bids  for  qualifications,  responsibility,  responsiveness,  and  application  of  bid  preferences  resulted 
in  the  establishment  of  Western  Water  Constructors,  Inc.  as  the  responsible  bidder  submitting  the 
lowest  responsive  bid;  and 

WHEREAS,  The  CMD  established  a  Local  Business  Enterprise  (LBE)  subcontracting 
participation  of  20%  for  this  contract,  and  the  contractor  committed  to  a  LBE  participation  of 
20.16%  with  its  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City’s  Administrative  Code  either  at 
the  time  of  the  award  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
responsible  bidder  submitting  the  next  lowest  responsive  bid  or  in  re-bidding  of  the  contract  at 
the  discretion  of  the  City;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CWWSIPSE08,  SEP  Seismic 
Reliability  and  Condition  Assessment;  and 

WHEREAS,  On  June  24,  2016  the  Planning  Department  determined  that  this  project  is 
categorically  exempt  from  the  California  Environmental  Quality  Act  (CEQA)  under  Section 
15301,  Class  1  (Existing  Facilities);  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  WWE,  SSIP  funded  Contract  No.  WW-665,  SEP  042  Seismic  Retrofit  and 
Rehabilitation,  in  the  amount  of  $9,079,210,  to  the  responsible  bidder  submitting  the  lowest 
responsive  bid,  Western  Water  Constructors,  Inc. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  June  25,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.: _ 19-0128 

WHEREAS,  On  November  5,  2002,  the  voters  of  the  City  and  County  of  San  Francisco 
(the  “City”)  approved  Proposition  E,  codified  as  Article  VIIIB  of  the  Charter  ot  the  City  (the 
“Charter”),  which,  among  other  things,  authorized  the  Public  Utilities  Commission  of  the  City 
and  County  of  San  Francisco  (the  “Commission”)  to  issue  indebtedness,  including  revenue 
bonds,  notes,  commercial  paper  or  other  forms  of  indebtedness,  when  authorized  by  ordinance 
approved  by  a  two-thirds  vote  of  the  Board  of  Supervisors  of  the  City  (the  “Board”),  tor  the 
purpose  of  reconstructing,  replacing,  expanding,  repairing  or  improving  wastewater  facilities 
under  the  jurisdiction  of  the  Commission  (the  “Wastewater  Enterprise”);  and 

WHEREAS,  Pursuant  to  Section  43.5  of  Article  V  of  Chapter  43  of  the  San  Francisco 
Administrative  Code(“Article  V”),  enacted  by  Ordinance  No.  203-98  adopted  by  the  Board  on 
June  8,  1998,  and  signed  by  the  Mayor  on  June  19,  1998,  as  amended  by  Ordinance  No.  270-06, 
adopted  on  October  24,  2006  by  the  Board  and  signed  by  the  Mayor  on  October  31,  2006,  the 
Board  established  a  procedure  pursuant  to  which  the  Commission  may  issue  short-term 
indebtedness,  including  the  issuance  of  commercial  paper  in  anticipation  of  the  issuance  of  its 
revenue  bonds;  and 

WHEREAS,  Under  Section  8B.124  of  the  City  Charter  (the  “Charter”),  the  Board’s 
authority  to  authorize  an  issuance  of  debt  under  Proposition  E  is  subject  to  the  provision  of 
certain  certifications  of  an  independent  engineer  retained  by  the  Public  Utilities  Commission  and 
certain  certifications  by  the  San  Francisco  Planning  Department,  which  certifications  shall  make 
the  findings  and  determinations  set  forth  in  Charter  Section  8B.124  (together,  the  “Proposition  E 
Certificates”);  and 

WHEREAS,  In  2006,  this  Commission  by  Resolution  No.  06-0164  and  the  Board  of 
Supervisors  by  Ordinance  No.  266-06  authorized  the  establishment  of  a  commercial  paper 
program  for  the  Wastewater  Enterprise  (the  “Wastewater  CP  Program”)  and  the  issuance  of  up  to 
$150  million  in  aggregate  principal  amount  of  commercial  paper  notes  outstanding  at  any  one 

time;  and 

WHEREAS,  In  201 1,  this  Commission  by  Resolution  No.  11-0197  and  in  2012  the  Board 
of  Supervisors  by  Ordinance  No.  91-12  authorized  an  increase  in  the  Wastewater  CP  Program 
from  $150  million  to  an  amount  not  to  exceed  $300  million  of  commercial  paper  notes 
outstanding  at  any  one  time;  and 

WHEREAS,  In  2014,  this  Commission  by  Resolution  No.  14-0139  and  the  Board  ot 
Supervisors  by  Resolution  No.  378-14  authorized  an  increase  in  the  Wastewater  CP  Program 
from  $300  million  to  an  aggregate  principal  amount  not  to  exceed  $500  million  of  commercial 
paper  notes  outstanding  at  any  one  time;  and 

WHEREAS,  In  2017,  this  Commission  by  Resolution  No.  17-0086  and  the  Board  of 
Supervisors  by  Resolution  No.  193-17  authorized  an  increase  in  the  amount  of  short-term 


indebtedness  which  may  be  outstanding  at  any  one  time  t'rom  $500  million  to  $750  million  ot 
commercial  paper  notes  (collectively,  the  “Commercial  Paper  Notes”)  or  bank  notes 
(collectively,  the  “Bank  Notes”);  and 

WHEREAS,  Pursuant  to  Article  V  and  Ordinance  No.  266-06,  the  Commission  is 
authorized  to  negotiate  and  execute  credit  or  liquidity  facilities  to  support  the  Commercial  Paper 
Notes  and  any  additional  agreements  related  thereto;  and 

WHEREAS,  In  connection  with  one  series  of  Commercial  Paper  Notes  designated  the 
“Series  A-4  Notes  (Tax-Exempt)”  (the  “Series  A-4  CP  Notes”)  and  pursuant  to  Resolution  No. 
12-01 19,  approved  by  the  Commission  on  June  26,  2012,  and  Resolution  No.  15-0148,  approved 
by  the  Commission  on  June  23,  2015,  the  Commission  previously  entered  into  a  Revolving 
Credit  and  Term  Loan  Agreement  with  MUFG  Bank,  Ltd.,  acting  through  its  New  York  Branch 
(“MUFG”)  (formerly  known  as  The  Bank  of  Tokyo-Mitsubishi  UFJ,  Ltd.,  acting  through  its  New 
York  Branch),  dated  as  of  July  1,  2012,  as  amended  by  a  First  Amendment  to  Revolving  Credit 
and  Term  Loan  Agreement,  dated  as  of  July  10,  2015,  as  amended  by  a  Second  Amendment  to 
Revolving  Credit  and  Term  Loan  Agreement,  dated  as  of  July  10,  2018  (collectively,  the 
“Existing  Liquidity  Facility”);  and 

WHEREAS,  The  Existing  Liquidity  Facility  expires  on  July  10,  2019;  and 

WHEREAS,  Pursuant  to  Ordinance  No.  266-06,  the  Commission  is  authorized  to 
negotiate  and  execute  another  credit  facility  or  liquidity  facility  to  support  the  Series  A-4  CP 
Notes  and  any  additional  agreements  related  thereto;  and 

WHEREAS,  The  Commission  issued  a  Request  for  Proposals  from  qualified  banks  to 
provide  for  a  substitute  liquidity  facility  to  secure  the  payment  of  the  Series  A-4  CP  Notes;  and 

WHEREAS,  After  an  evaluation  of  the  responses  to  such  request  for  proposals,  the 
SFPUC  staff  determined  that  the  substitute  liquidity  facility,  in  the  principal  amount  of  $75 
million,  offered  by  The  Toronto-Dominion  Bank,  New  York  Branch  (the  “Bank”)  was  the  most 
advantageous  to  the  Commission;  and 

WHEREAS.  The  proposed  form  of  the  Revolving  Credit  and  Term  Loan  Agreement  (the 
“Revolving  Loan  Agreement”)  and  related  Fee  Agreement  (the  “Fee  Agreement”)  to  be  entered 
into  by  the  Commission  and  the  Bank  have  been  presented  to  the  Commission  and  filed  with  the 
Commission  Secretary,  and  the  Commission  finds  it  in  its  best  interest  to  enter  into  such 
agreements;  and 

WHEREAS,  The  Commission  will  issue  the  Series  A-4  CP  Notes  which  will  be  secured 
by  the  Revolving  Loan  Agreement;  and 

WHEREAS,  In  connection  with  the  foregoing  substitution,  the  offering  memorandum  for 
the  Commercial  Paper  Notes  will  be  updated  to  reflect  the  Revolving  Loan  Agreement,  the  Bank, 
the  Series  A-4  CP  Notes,  and  such  other  matters  deemed  necessary  to  comply  with  federal 
securities  laws;  and 


WHEREAS,  The  proposed  form  of  offering  memorandum  (the  “Offering  Memorandum") 
has  been  presented  to  the  Commission  and  filed  with  the  Commission  Secretary;  and 

WHEREAS,  The  Proposition  E  Certificates  meeting  the  Proposition  E  requirements  are, 
or  will  be,  on  file  with  the  Clerk  of  the  Board  in  accordance  with  Proposition  E  prior  to  the 
issuance  of  any  Commercial  Paper  Notes;  now,  therefore,  be  it 

RESOLVED  by  the  Public  Utilities  Commission  of  the  City  and  County  of  San 
Francisco,  as  follows: 

Section  1.  Approval  of  Revolving  Loan  Agreement  and  Fee  Letter.  The  Revolving  Loan 
Agreement  and  Fee  Letter,  in  substantially  the  forms  submitted  to  this  Commission,  are  hereby 
approved  and  recommended  to  the  Director  of  the  City’s  Office  of  Public  Finance  (the 
“Director”)  for  approval  pursuant  to  Article  V  of  Chapter  43  of  the  San  Francisco 
Administrative  Code.  The  General  Manager  of  the  Commission  (the  “General  Manager")  or  his 
or  her  designee  is  authorized  and  directed  to  execute  and  deliver  the  Revolving  Loan  Agreement 
and  Fee  Letter,  subject  to  such  additions  thereto  or  changes  therein  which  the  General  Manager, 
upon  consultation  with  the  City  Attorney  and  Director,  shall  approve,  such  approval  to  be 
conclusively  evidenced  by  the  execution  and  delivery  of  such  Revolving  Loan  Agreement  and 
Fee  Letter. 

Section  2.  Appointment  of  Bank.  The  General  Manger  is  hereby  authorized  to  appoint 
the  Bank  to  provide  the  Revolving  Loan  Agreement  to  support  the  payment  of  up  to  $75,000,000 
in  principal  amount  of  the  Series  A-4  CP  Notes,  or  to  select  and  appoint  another  financial 
institution  if  the  Bank  is  unwilling  to  agree  to  acceptable  terms  of  the  Revolving  Loan 
Agreement  and  Fee  Letter  that  have  been  submitted  to  the  Commission  subject  to  such  additions 
thereto  or  charges  therein  which  the  General  Manager,  upon  consultation  with  the  City  Attorney 
and  Director,  have  approved,  provided,  however  that  the  General  Manager,  upon  consultation 
with  the  City  Attorney  and  Director,  shall  determine  that  such  agreements  shall  not  impose  any 
obligations  materially  more  onerous  than  the  agreements  approved  in  Section  1  of  this 
Resolution. 

Section  3.  Limitations.  Consistent  with  Ordinance  No.  266-06,  in  no  event  shall  the 
Commercial  Paper  Notes  and  Bank  Notes  combined  exceed  $750,000,000  in  aggregate  principal 
amount  and  in  no  event  shall  the  interest  rate  or  interest  rates  cause  the  aggregate  average  interest 
cost  to  exceed,:  12% ,  pqj  *'  annum,  and  in  no  event  shall  the  term  of  any  bank  reimbursement 
obligation  exceed  10  years  from  the  date  of  its  original  execution. 

Section  4.  Offering  Memorandum.  Consistent  with  Ordinance  No.  266-06,  the  General 
Manager  or  his  or  her  designee,  in  consultation  with  the  City  Attorney  and  the  Director,  is  hereby 
authorized  and  directed  to  prepare  and  cause  the  distribution  of  an  Offering  Memorandum 
relating  to  the  Wastewater  CP  Program,  in  substantially  the  form  on  file  with  the  Commission, 
subject  to  such  additions  thereto  and  changes  therein,  and  any  amendments  or  supplements 
thereto  from  time  to  time  which  the  General  Manager,  in  consultation  with  the  City  Attorney  and 
the  Director,  shall  approve.  The  General  Manager  (or  any  designee  thereof)  is  further  authorized 
and  directed  to  distribute,  in  connection  with  the  sale  of  any  Commercial  Paper  Notes,  one  or 


more  Offering  Memoranda  in  such  form,  as  the  General  Manager,  upon  consultation  with  the 
City  Attorney,  Bond  Counsel  and  the  Director  shall  approve. 

Section  5.  Further  Actions.  The  General  Manager  or  his  or  her  designee,  and  in 
consultation  with  the  City  Attorney  and  the  Director,  is  hereby  authorized  and  directed  to 
execute  such  other  agreements,  certifications  or  documents  and  to  take  any  and  all  necessary 
action  in  furtherance  of  the  replacement  of  the  Existing  Liquidity  Facility,  the  entering  into  the 
Revolving  Loan  Agreement  and  Fee  Letter  and  the  marketing  and  sale  of  the  Commercial  Paper 
Notes. 

Section  6.  Extensions  of  Term  of  Revolving  Loan  Agreement  and  Fee  Letter.  The 
General  Manager  is  further  authorized,  in  consultation  with  the  City  Attorney  and  the  Director, 
to  execute  one  or  more  amendments  to  extend  the  term  of  the  Revolving  Loan  Agreement  and 
the  Fee  Letter  by  an  additional  period  not  to  exceed  five  (5)  years  from  the  date  of  expiration  of 
the  Revolving  Loan  Agreement  and  the  Fee  Letter  for  a  total  potential  term  not  to  exceed  eight 
(8)  years,  provided  that  the  annual  facility  fee  payable  to  the  Bank  in  connection  with  any 
extension  to  the  Revolving  Loan  Agreement  and  Fee  Letter  shall  not  exceed  $250,000  per  year, 
and  the  amendments  shall  otherwise  comply  with  Section  3  hereof. 

Section  7.  Delegation.  The  General  Manager  is  authorized  to  delegate  any  of  the 
responsibilities  or  duties  set  forth  in  this  resolution  to  the  Assistant  General  Manager,  Business 
Services  and  Chief  Financial  Officer  of  the  Commission. 

Section  8.  Ratification.  All  actions  heretofore  taken  by  the  officials,  employees  and 
agents  of  the  Commission  with  respect  to  the  substitution  of  the  Existing  Liquidity  Facility  and 
the  entering  into  the  Revolving  Loan  Agreement  and  Fee  Letter,  are  hereby  approved,  confirmed 
and  ratified. 

Section  9.  Effective  Date.  This  resolution  shall  take  effect  from  and  after  its  adoption. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  on  June  25,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.:  19-0129 

WHEREAS,  The  San  Francisco  Board  of  Supervisors  established  a  Community  Choice 
Aggregation  (CCA)  program  in  2004  (Ordinance  86-04)  and  has  implemented  the  program 
called  CleanPowerSF  through  the  work  of  the  SFPUC  in  consultation  with  the  San  Francisco 
Local  Agency  Formation  Commission  (Ordinances  146-07,  147-07,  and  232-09);  and 

WHEREAS,  The  complementary  objectives  of  the  CleanPowerSF  program  are  to  (1) 
provide  electricity  and  related  services  at  affordable  and  competitive  rates  while  promoting  long¬ 
term  rate  stability,  (2)  reduce,  and  eventually  eliminate,  the  greenhouse  gas  emissions  associated 
with  the  use  of  electricity  in  San  Francisco,  (3)  support,  to  the  greatest  extent  possible  and 
affordable,  the  development  of  new  clean  energy  infrastructure  and  new  employment 
opportunities  for  San  Franciscans,  and  (4)  provide  long-term  rate  and  financial  stability  to 
CleanPowerSF  and  its  customers;  and 

WHEREAS,  On  December  1 1,  2018,  by  Resolution  No.  18-0209,  the  Commission 
adopted  an  updated  CleanPowerSF  rate  setting  methodology  that  incorporated  the  concept  of  a 
Power  Charge  Indifference  Adjustment  (PCIA)  Credit;  and 

WHEREAS,  On  December  11,  2018,  by  Resolution  No  18-0209  the  Commission  adopted 
a  CleanPowerSF  rate  and  fee  schedule  based  upon  projected  Pacific  Gas  and  Electric 
Company(PG&E)generation  rates  and  Power  Charge  Indifference  Adjustment  (PCIA) 
assumptions  that  existed  at  that  time  and  authorized  the  General  Manager  to  make  adjustments  to 
the  initial  rate  schedule  after  the  PG&E  rates  were  finalized;  and 

WHEREAS,  When  it  adopted  Resolution  No.  18-0209  the  Commission  authorized  the 
General  Manager  to  delay  the  CleanPowerSF  rate  implementation  if  necessary  due  to  delays  in 
PG&E’s  rate  changes;  and 

WHEREAS,  The  program  enrolled  approximately  280,000  residential  accounts  into 
CleanPowerSF  in  April  of  2019;  and 

WHEREAS,  PG&E’s  electric  generation  rates  are  authorized  by  the  California  Public 
Utdities  Commission  (CPUC);  and 

WHEREAS,  The  CPUC  permits  PG&E  to  levy  the  Power  Charge  Indifference 
Adjustment  (PCIA)  on  the  bills  of  customers  who  switch  to  CleanPowerSF,  in  order  to  recover 
the  estimated  above  market  costs  of  power  supply  commitments  made  by  PG&E  prior  to  a 
customer's  switch  to  CleanPowerSF  generation  service;  and 

WHEREAS,  The  Franchise  Fee  Surcharge  (FFS)  is  a  surcharge  imposed  by  PG&E  on  its 
customers  to  recover  franchise  fees  charged  by  cities  and  counties;  and 


WHEREAS,  Based  on  final  PG&E  rates  proposed  for  July  1,  2019,  PG&E’s  generation 
rates  will  increase  in  comparison  to  the  December  2018  projections  presented  to  this 
Commission  when  it  adopted  Resolution  No.  18-0209;  and 

WHEREAS,  Based  on  final  PG&E  rates  expected  to  be  effective  July  1,  2019,  PG&E’s 
PCIA  is  expected  to  increase  to  a  lesser  degree  in  comparison  to  the  December  2018  CPSF  rate 
setting  projections;  and 

WHEREAS,  The  SFPUC  wishes  to  retain  the  PCIA  Credit  in  its  rate  setting  methodology 
and  will  set  the  credit  to  zero  at  this  time;  now,  therefore,  be  it 

RESOLVED,  This  Commission  hereby  confirms  the  General  Manager’s  implementation 
and  adjustment  of  rates  as  authorized  in  Commission  Resolution  18-0209  on  December  11,  2018 
to  take  effect  on  or  after  July  1,  2019  and  to  remain  in  effect  until  replaced  or  revised;  and  be  it 

FURTHER  RESOLVED,  This  Commission  recognizes  that  the  timing  of  PG&E's  rate 
implementation  could  be  delayed  and  authorizes  the  General  Manager  to  delay  the  July  1,  2019 
implementation  of  CleanPowerSF  rates  if  necessary  due  to  delays  by  the  CPUC  or  PG&E. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  June  25,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.: 


19-0130 


WHEREAS,  The  San  Francisco  Board  of  Supervisors  established  a  Community  Choice 
Aggregation  (CCA)  program  in  2004  (Ordinance  86-04)  and  has  implemented  the  program, 
called  CleanPowerSF,  through  the  work  of  the  SFPUC  in  consultation  with  the  San  Francisco 
Local  Agency  Formation  Commission  (Ordinances  146-07,  147-07,  and  232-09);  and 

WHEREAS,  The  San  Francisco  Board  of  Supervisors  approved  the  use  of  industry  pro 
forma  agreements  to  purchase  electricity,  including  the  Edison  Electric  Institute  pro  torma 
agreement  (Board  of  Supervisors  Ord.  No.  75-15);  and 

WHEREAS,  In  Resolution  18-0028,  the  Commission  found  that  the  conditions 
established  in  Resolution  17-0226  and  those  adopted  by  the  Board  of  Supervisors  in  Ordinance 
008-18  for  expansion  of  the  CleanPowerSF  program  and  the  procurement  of  energy  supply  had 
been  satisfied,  and  it  authorized  the  General  Manager  to  continue  to  take  all  steps  necessary  to 
expand  CleanPowerSF  service  until  100%  of  eligible  San  Francisco  customers  are  enrolled;  and 

WHEREAS,  On  August  20,  2018,  CleanPowerSF  issued  an  RFO  for  Renewable  Energy 
and  Carbon-Free  Energy  delivered  in  2019  —  2020  and  was  not  able  to  obtain  sufficient, 
reasonably  priced  renewable  supplies  from  the  pool  of  respondents;  and 

WHEREAS,  CleanPowerSF  responded  to  SCE’s  April  29,  2019,  2019  Bundled  RPS 
Energy  Sales  Request  for  Offers  to  sell  renewable  energy  from  SCE’s  portfolio  for  deliveries 
beginning  in  2020  through  the  end  of  2021.  CleanPowerSF  was  shortlisted  for  purchases  with 
total  contract  costs  of  approximately  $15,775,000  and  a  term  of  two  years;  and 

WHEREAS,  CleanPowerSF  has  negotiated  one  contract  with  SCE  in  the  amount  of 
$15,775,000;  and 

WHEREAS,  This  action  does  not  constitute  a  project  under  the  California 
Environmental  Quality  Act  (CEQA)  Guidelines  Section  15378;  therefore,  be  it 

RESOLVED,  That  the  Commission  approves  the  2020-2021  renewable  energy  contract 
with  SCE,  authorizes  the  General  Manager  to  execute  the  contract  for  the  CleanPowerSF 
program,  and  authorizes  the  General  Manager  to  seek  approval  by  the  Board  of  Supervisors  for 
the  contract. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  June  25,  2019. 


Secretary,  Public  Utilities  Commission 
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San  Francisco 

Water  Power  Sewer 

Services  of  the  San  Francisco  Public  Utilities  Commission 


CANCELLATION  NOTICE 

San  Francisco  Public  Utilities  Commission 

City  and  County  of  San  Francisco 

London  N.  Breed 

Mayor 


Tuesday,  July  9,  2019 
Regular  Meeting 

of  the  San  Francisco  Public  Utilities  Commission 

has  been 

CANCELLED 

The  next  Regular  Meeting  will  take  place 
Tuesday,  July  23,  2019 

Commissioners 

Ann  Moller  Caen,  President 
Francesca  Vietor,  Vice  President 
Anson  Moran 
Sophie  Maxwell 
Tim  Paulson 


Harlan  L.  Kelly,  Jr. 

General  Manager 


Donna  Hood 

Secretary 


For  information,  contact  the  Commission  Secretary  at  415-554-3165 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site: 

www.sfwater.org 


Z01V6  VO  ‘oospuBJj  ues 
jooid  hi^  ‘8nu0Av  01B9  U0p|oo  g^g 
uojSSjLUiuoQ  S0!i!i!in  8!iqnd  oospuejj  ues 


San  Francisco 

Water  Power  Sewer 

Services  of  the  San  Francisco  Public  Utilities  Commission 


San  Francisco  public  utilities  Commission 

City  and  County  of  San  Francisco 

London  N.  Breed 

Mayor 


AGENDA 

Tuesday,  July  23,  2019 
1:30  P.M. 

1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 

Commissioners 

Ann  Moller  Caen,  President 
Francesca  Vietor,  Vice  President 
Anson  Moran 
Sophie  Maxwell 
Tim  Paulson 


Harlan  L.  Kelly,  Jr. 

General  Manager 


Donna  Hood 

Secretary 


For  information,  contact  the  Commission  Secretary  at  415-554-3165 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site: 
www.sfwater.org 

Gavel-to-Gavel  coverage  available  at: 
http://sanfrancisco.granicus.comA/iewPublisher.php7view  id=22 


Accessible  Meeting  Policy:  The  San  Francisco  Public  Utilities  Commission  meeting  will  be  held  in  Room  400, 
at  1  Dr.  Carlton  B.  Goodlett  Place  (400  Van  Ness  Ave.),  San  Francisco,  CA.  The  closest  accessible  BART 
station  is  the  Civic  Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible  MUNI  lines  serving  this 
location  are:  MUNI  Metro  Lines  J-Church,  K-Ingleside,  L-Taraval,  M-Ocean  View,  N-Judah  and  T-Third  at  Van 
Ness  and  Civic  Center  Stations;  F-Market;  19-Polk,  47-Van  Ness;  49-Mission-Van  Ness;  5-Fulton;  6-Parnassus, 
21-Hayes;  9-San  Bruno;  and  7-Haight  Noriega.  For  information  about  MUNI  accessible  services  call  701.4485. 

The  meeting  room  is  wheelchair  accessible.  Accessible  curbside  parking  spaces  have  been  designated  on  the 
Van  Ness  Avenue  and  McAllister  Street  perimeters  of  City  Hall  for  mobility-impaired  persons.  There  is 
accessible  parking  available  within  the  Civic  Center  Underground  Parking  Garage  at  the  corner  of  McAllister 
and  Polk  Streets,  and  within  the  Performing  Arts  Parking  Garage  at  Grove  and  Franklin  Streets. 

To  obtain  a  disability-related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain  meeting 
materials  in  alternative  format,  please  contact  Donna  Hood  at  415.554.3165.  Providing  at  least  72  hours  notice 
will  help  to  ensure  availability.  Written  reports  or  background  materials  for  calendar  items  are  available  for 
public  inspection  and  copying  at  525  Golden  Gate  Ave.,  13th  Floor  during  regular  business  hours  and  are 
available  on-line  at  http://www. sfwater.org/index. aspx?paqe=1 67. 

To  assist  the  City’s  efforts  to  accommodate  persons  with  severe  allergies,  environmental  illnesses,  multiple 
chemical  sensitivity  or  related  disabilities,  attendees  at  public  meetings  are  reminded  that  other  attendees  may 
be  sensitive  to  various  chemical  based  products.  Please  help  the  City  to  accommodate  these  individuals. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are  prohibited 
at  this  meeting.  Please  be  advised  that  the  President  may  order  the  removal  from  the  meeting  room  of  any 
person(s)  responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other  similar  sound-producing 
electronic  devices. 

Know  Your  Rights  Under  the  Sunshine  Ordinance:  Government's  duty  is  to  serve  the  public,  reaching  its 
decision  in  full  view  of  the  public.  Commissions,  boards,  councils  and  other  agencies  of  the  City  and  County 
exist  to  conduct  the  people's  business.  This  ordinance  assures  that  deliberations  are  conducted  before  the 
people  and  that  City  operations  are  open  to  the  people's  review.  For  more  information  on  your  rights  under 
the  Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance,  contact  Administrator,  by  mail  to  Sunshine 
Ordinance  Task  Force,  1  Dr.  Carlton  B.  Goodlett  Place,  Room  244,  San  Francisco,  CA  94102.4689;  by 
phone  at  554.7724;  by  fax  at  554.7854;  or  by  email  at  sotf@sfgov.org. 

Copies  of  the  Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San 
Francisco  Public  Library  and  on  the  City’s  website  at  http://www.sfgov.org. 
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Lobbyist  Registration  and  Reporting  Requirements:  Individuals  and  entities  that  influence  or  attempt  to 
influence  local  legislative  or  administrative  action  may  be  required  by  the  San  Francisco  Lobbyist  Ordinance  [SF 
Campaign  &  Governmental  Conduct  Code  §2.100]  to  register  and  report  lobbying  activity.  For  more  information 
about  the  Lobbyist  Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van  Ness  Avenue, 
Suite  220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax  (415)  252-3112;  web  site  at 
www.sfqov.org/ethics. 

CEQA  Appeal  Rights  under  Chapter  31  of  the  San  Francisco  Administrative  Code  If  the  Commission’s 
action  on  a  project  constitutes  the  Approval  Action  for  that  project  (as  defined  in  S.F.  Administrative  Code 
Chapter  31,  as  amended,  Board  of  Supervisors  Ordinance  Number  161-13),  then  the  CEQA  determination 
prepared  in  support  of  that  Approval  Action  is  thereafter  subject  to  appeal  within  the  time  frame  specified  in  S.F. 
Administrative  Code  Section  31.16.  Typically,  an  appeal  must  be  filed  within  30  calendar  days  of  the  Approval 
Action  for  a  project  that  has  received  an  exemption  or  negative  declaration  pursuant  to  CEQA.  For  information 
on  filing  an  appeal  under  Chapter  31 ,  contact  the  Clerk  of  the  Board  of  Supervisors  at  City  Hall,  1  Dr.  Carlton  B. 
Goodlett  Place,  Room  244,  San  Francisco,  CA  94102,  or  call  (415)  554-5184.  If  the  Planning  Department’s 
Environmental  Review  Officer  has  deemed  a  project  to  be  exempt  from  further  environmental  review,  an 
exemption  determination  has  been  prepared  and  can  be  obtained  on-line  at  http://www.sf- 
planninq.org/index. aspx?paqe=3447. Under  CEQA,  in  a  later  court  challenge,  a  litigant  may  be  limited  to  raising 
only  those  issues  previously  raised  at  a  hearing  on  the  project  or  in  written  correspondence  delivered  to  the 
Board  of  Supervisors,  Planning  Commission,  Planning  Department  or  San  Francisco  Public  Utilities 
Commission  at,  or  prior  to,  such  hearing,  or  as  part  of  the  appeal  hearing  process  on  the  CEQA  decision. 


ORDER  OF  BUSINESS 


1.  Call  to  Order 

2.  Roll  Call 


3.  Approval  of  the  Minutes  of  June  25,  2019 

4.  General  Public  Comment  (discussion  only) 

Members  of  the  public  may  address  the  Commission  on  matters  that  are 
within  the  Commission’s  jurisdiction  and  are  not  on  today’s  agenda. 

5.  Communications  (discussion  99only) 

a)  Advance  Calendar 

b)  Correspondence  Log 

c)  Contract  Advertisement  Report 

d)  O’Shaughnessy  Dam  Reservations  Quarterly  Report 

e)  Water  Supply  Conditions  Update 

f)  Water  Supply  Agreement  Update 


6.  Report  of  the  General  Manager  (discussion  only) 

a)  Report  on  Recent  San  Francisco  Public  Utilities  Commission  Activities, 
Events  and  Announcements 

7.  Bay  Area  Water  Supply  &  Conservation  Agency  Update  (discussion  only) 

(Sandkulla) 

8.  Other  Commission  Business  (discussion  only) 


The  following  matters  before  the  San  Francisco  Public  Utilities  Commission  are 
recommended  for  action  as  stated  by  the  General  Manager  and  City  Attorney, 
where  applicable.  Explanatory  documents  provided  to  the  Commission  in 
connection  with  this  agenda  are  available  for  public  inspection  and  copying  at 
the  Office  of  the  Commission  Secretary,  525  Golden  Gate  Avenue,  13th  Floor, 
San  Francisco,  CA  94102;  Telephone:  (415)  554-3165;  Fax:  (415)  554-3424; 
and  are  available  on-line  at  http://www.  sfwater. ora/index.aspx?page=1 6 7 


CONSENT  CALENDAR 


9.  All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to  be 
routine  by  the  San  Francisco  Public  Utilities  Commission  and  will  be  acted  upon 
by  a  single  vote  of  the  Commission.  There  will  be  no  separate  discussion  of 
these  items  unless  a  member  of  the  Commission  or  the  public  so  requests,  in 
which  event  the  matter  will  be  removed  from  the  Calendar  and  considered  as  a 
separate  item. 

a)  Approve  Amendment  No.  2  to  Agreement  No.  CS-224.B,  System 

Integration  and  Support  Services  -  Related  to  Project  Controls  to  continue 
190132  to  provide  specialized  system  integration  and  support  services  for  delivery 
of  capital  improvement  programs  and  capital  projects  for  all  San  Francisco 
Public  Utilities  Commission  Enterprises;  and  authorize  the  General  Manager 


to  execute  this  amendment,  increasing  the  agreement  amount  by  $500,000 
for  a  total  not-to-exceed  agreement  amount  of  $9,500,000,  with  no  change 
to  the  agreement  duration.  (How) 


190133 


b)  Approve  Amendment  No.  1  to  Agreement  No.  CS-387RR,  Residential 
Graywater  and  Rainwater  Harvesting  Program,  with  The  Urban  Farmer 
Store,  to  continue  to  provide  information,  training,  on-site  technical 
assistance,  and  the  components  necessary  to  install  residential  laundry-to- 
landscape  graywater  systems  and  rainwater  harvesting  systems  for  outdoor 
irrigation  at  single  and  two-unit  residential  homes  in  San  Francisco;  and 
authorize  the  General  Manager  to  execute  this  amendment,  increasing  the 
contract  by  amount  by  $100,000  and  increasing  the  contract  duration  by  two 
years,  for  a  total  not-to-exceed  agreement  amount  of  $400,000  and  a  total 
agreement  duration  of  six  years;  and  changing  the  contractor’s  name  from 
The  Urban  Farmer  Store  to  The  Urban  Farmer  Store,  LP.  (Ritchie) 


c)  Approve  an  increase  of  $1 ,000,000  to  the  contract  cost  contingency,  and  an 
increase  of  56  consecutive  calendar  days  to  the  contract  duration 
1 S  0  1 3  4  contingency  for  Contract  No.  DB-1 27R,  Warnerville  Substation 

Rehabilitation;  and  authorize  the  General  Manager  to  approve  future 
modifications  to  the  contract  for  a  total  revised  contract  amount  of  up  to 
$24,803,990  and  a  total  revised  contract  duration  of  up  to  841  consecutive 
calendar  days  (approximately  two  years  and  four  months).  (How) 


199135 


d)  Approve  an  increase  of  123  consecutive  calendar  days  (approximately  four 
months)  to  the  contract  duration  contingency  for  Contract  HH-980,  Lower 
Cherry  Aqueduct  Rehabilitation  -  Phase  1 ;  and  authorize  the  General 
Manager  to  approve  future  modifications  to  the  contract  for  a  total  contract 
duration  limit  of  up  to  420  consecutive  calendar  days  (approximately  one 
year  and  two  months),  with  no  change  in  contract  amount.  (How) 


e)  Approve  the  plans  and  specifications,  and  award  Contract  No.  HH-993, 
190136  Early  Intake  Switchyard  Slope  Hazard  Mitigation,  in  the  amount  of 

$1,091,240  and  with  a  duration  of  150  consecutive  calendar  days  (five 
months),  to  the  lowest  responsible  bidder,  Sierra  Mountain  Construction, 
Inc.  This  action  constitutes  the  Approval  Action  for  the  project  for  the 
purposes  of  the  California  Environmental  Quality  Act,  pursuant  to  Section 
31 .04(h)  of  the  San  Francisco  Administrative  Code.  (How) 


190137 


f)  Accept  work  performed  by  Sierra  Mountain  Construction,  Inc.  for  Contract 
No.  HH-996(E),  Emergency  Response  Activities  Necessary  to  Restore 
Service  in  the  Aftermath  of  the  March  2018  Storm  Event  in  Moccasin,  CA; 
approve  Modification  Nos.  1  and  2  (Final),  increasing  the  contract  amount 
by  $83,907  and  increasing  the  contract  duration  by  one  calendar  day,  for  a 
total  contract  amount  of  $1 ,083,907  and  a  total  contract  duration  of  241 
consecutive  calendar  days  (approximately  eight  months);  and  authorize  final 
payment  to  the  contractor.  (How) 


g)  Accept  work  performed  by  Fontenoy  Engineering  for  Contract  No.  WD- 
2706,  12-inch  Ductile  Iron  Water  Main  Installation  on  Pacheco  Street  from 
,  ^  p  v  n  n  10th  Avenue  to  Alton  Avenue  and  on  various  side  streets;  approve 

'  1 1  l  ;  Modification  No.  2  (Final),  decreasing  the  contract  by  $1 1 0,761 ,  for  a  total 


190140 


1  O 

i  1 


contract  amount  of  $3,058,310;  and  authorize  final  payment  to  the 
contractor.  (How) 

h)  Accept  the  work  performed  by  JMB  Construction,  Inc.  for  Contract  No.  WD- 

^  2798,  San  Francisco  Westside  Recycled  Water  Project  Pipeline;  Approve 

190139  Modification  No.  4  (Final),  decreasing  the  contract  amount  by  $1,388,159  for 
a  total  contract  amount  of  $21 ,773,085,  and  with  a  total  contract  duration  of 
545  calendar  days  (approximately  one  year,  six  months);  and  authorize  final 
payment  to  the  contractor.  (How) 

i)  Approve  an  increase  of  $79,273  to  the  construction  contract  cost 
contingency  for  Contract  No.  WW-631,  Crocker  Amazon/Excelsior/ 

Ingleside  Districts  Sewer  Replacement  and  Pavement  Renovation;  and 
authorize  the  General  Manager  to  approve  future  modifications  to  the 
contract  for  up  to  a  total  contract  amount  of  $10,761,635,  with  no  change  in 
contract  duration.  (How) 

j)  Approve  an  increase  of  42  consecutive  calendar  days  to  the  existing  295 
days  (approximately  10  months)  construction  contract  duration  contingency 

n  i  /  i  f°r  Contract  No.  WW-633,  Various  Locations  Sewer  Replacement  No.  2; 

and  authorize  the  General  Manager  to  approve  future  modifications  for  a 
total  revised  contract  duration  of  up  to  843  consecutive  calendar  days 
(approximately  two  years  and  four  months),  with  no  change  to  contract 
amount.  (How) 

k)  Approve  the  plans  and  specifications  and  award  Contract  No.  WW-691 
130142  Sunset  Boulevard  Greenway  -  Phase  II  Irving  Street  to  Ulloa  Street  in  the 

amount  of  $2,572,351 ,  with  a  duration  of  395  consecutive  calendar  days 
(approximately  one  year  and  one  month)  to  the  lowest  responsive  bidder, 
Minerva  Construction,  Inc.  to  construct  green  infrastructure  in  the  median 
west  of  Sunset  Boulevard.  This  action  constitutes  the  Approval  Action  for 
the  project  for  the  purposes  of  California  Environmental  Quality  Act, 
pursuant  to  Section  31 .04(h)  of  the  San  Francisco  Administrative  Code. 

(How) 

l)  Approve  the  specifications,  and  award  Contract  No.  WW-695,  As-Needed 
3Q  J  4  ?  Sewer  Cleaning  and  Inspection  (FY20),  in  the  amount  not-to-exceed 

$1,747,550,  with  a  duration  of  570  consecutive  calendar  days 
(approximately  one  year  and  seven  months),  to  the  lowest  responsive 
bidder,  Pipe  and  Plant  Solutions,  Inc.,  to  clean  and  inspect  existing  sewers 
on  an  as-needed  basis  at  locations  to  be  determined  throughout  San 
Francisco.  (How) 

REGULAR  CALENDAR 

10.  Workshop:  Overview  of  the  Sewer  System  Improvement  Program  including 
update  on  New  Headworks  Facility  and  Biosolids  Digester  Facilities  Projects 
(discussion  only)  (How) 


1° 


1 1 .  Approve  the  terms  and  conditions  of  and  authorize  the  General  Manager  to 
130144  execute  a  Purchase  and  Sale  Agreement  in  the  amount  of  $9,650,000  for  the 
purchase  of  approximately  787  acres  of  agricultural  land  commonly  known  as 


12. 


130145 


13. 

130146 


14. 

130147 


15. 


190148 


16. 

I ^0143 


17. 


190150 


the  Wool  Ranch,  in  the  unincorporated  Town  of  Sunol  in  Alameda  County, 
California,  from  Barton  E.  Wool,  Brian  O.  Wool,  as  Trustee  of  the  Jeffrey  B. 

Wool  Living  Trust,  Scott  A.  Wool,  and  Sharon  J.  Wright,  as  tenants  in  common. 
This  action  constitutes  the  Approval  Action  for  the  project  for  the  purposes  of 
California  Environmental  Quality  Act,  pursuant  to  Section  31.04  (h)  of  the  San 
Francisco  Administrative  Code.  (Carlin) 

Approve  Revised  Project  No.  CWWSIPCSSR03,  Kansas  and  Marin  Streets 
Sewer  System  Improvement,  with  a  new  tunnel  alignment  that  supersedes  the 
project  configuration  previously  approved  by  Commission  Resolution  No.  15- 
0111.  This  action  constitutes  the  Approval  Action  for  the  project  for  the  purposes 
of  California  Environmental  Quality  Act,  pursuant  to  Section  31 .04(h)  of  the  San 
Francisco  Administrative  Code.  (How) 

Approve  Project  No.  CWWSIPCSSR11,  Cargo  Way  Sewer  Box  Odor 
Reduction.  This  action  constitutes  the  Approval  Action  for  the  project  for  the 
purposes  of  California  Environmental  Quality  Act,  pursuant  to  Section  31 .04(h) 
of  the  San  Francisco  Administrative  Code.  (How) 

Authorize  the  General  Manager  to  request  approval  from  the  Board  of 
Supervisors  to  accept  and  expend  Hazard  Mitigation  Grant  funds  in  the 
amount  of  $488,259  from  the  Federal  Emergency  Management  Agency  in  for 
Phase  Two  of  the  Early  Intake  Switchyard  Slope  Stabilization  Project.  (Ritchie) 

Award  Job  Order  Contract  No.  JOC-78R,  Micro-LBE  Set  Aside,  General 
Engineering  (A-License)  for  San  Joaquin,  Stanislaus,  and  Tuolumne  Counties 
for  a  not-to-exceed  amount  of  $2,000,000,  with  a  minimum  guaranteed  amount 
of  $50,000,  and  a  duration  of  two  years,  to  the  sole  responsible  bidder 
submitting  a  responsive  bid,  Peterson  Excavation,  Inc.,  to  perform  General 
Engineering  construction  tasks  for  all  San  Francisco  Public  Utilities  Commission 
Enterprise  Operations  and  Bureaus  in  San  Joaquin,  Stanislaus,  and  Tuolumne 
Counties.  (How) 

Authorize  the  General  Manager  to  negotiate  and  execute  a  Cost-Sharing 
Agreement  with  the  Alameda  County  Water  District  and  Union  Sanitary  District 
in  an  amount  not-to-exceed  $377,500  and  with  a  duration  of  30  months  (two 
years  and  six  months)  for  consultant  services  to  conduct  a  joint  purified  water 
feasibility  evaluation  study.  (Ritchie) 

Approve  the  Second  Addendum  to  the  Water  System  Improvement  Program 
(WSIP)  Project  Labor  Agreement  (PLA)  (1)  extending  the  PLA  to  seven 
additional  significant  SFPUC  capital  projects,  (2)  updating  certain  terms  of  the 
PLA  to  be  consistent  with  terms  in  the  2016  Sewer  System  Improvement 
Program  Extension  Agreement,  and  (3)  authorizing  the  General  Manager,  with 
the  approval  of  the  PLA  Joint  Administrative  Committee,  to  add  additional 
significant  SFPUC  capital  projects  to  the  PLA  in  the  future;  and  retroactively 
approve  and  ratify  the  prior  actions  of  the  SFPUC  General  Manager,  with  the 
concurrence  of  the  PLA  Joint  Administrative  Committee,  extending  the  PLA  to 
the  Harding  Park  Recycled  Water  Project,  Bay  Corridor  Transmission  and 


Distribution  Project,  Sunol  Long  Term  Improvements  Watershed  Center  Project, 
and  Southeast  Community  Center  Project  at  1550  Evans.  (How) 

18.  Public  Comment  on  matters  to  be  addressed  during  Closed  Session 

19.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters 
listed  below  as  Conference  with  Legal  Counsel 

The  Commission  will  go  into  Closed  Session  to  discuss  the  following  items: 

20.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (2)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (2)  (discussion  only)  (Gessner) 

Anticipated  Litigation  as  Plaintiff 

21.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1 )  (discussion  only)  (Mueller) 

Existing  Litigation 

Pacific  Gas  &  Electric  Corporation 

Case  No.  19-30088/Date  Filed:  January  29,  2019 

Case  No.  19-30089/Date  Filed:  January  29,  2019 

United  States  Bankruptcy  Court,  Northern  District  of  California 

22.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section 
67.10(d)  (1)  (discussion  only)  (Mueller) 

Existing  Litigation 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company,  Docket 
No.  ELI  9-38-000/Date  Filed:  January  28,  2019  Federal  Energy  Regulatory 
Commission 

23.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1 )  (discussion  only)  (Mueller) 

Existing  Litigation 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Federal  Energy 
Regulatory  Commission  Complaint  under  Sections  206  and  306  of  the  Federal 
Power  Act. 

Case  No.  ELI  5-3-000/Date  Filed:  October  9,  2014 

Following  Closed  Session,  the  Commission  will  reconvene  in  Open  Session 

24.  Announcement  Following  Closed  Session 

25.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session 


pursuant  to  San  Francisco  Administrative  Code  Section  67.12  (a) 

26.  Other  New  Business  (discussion  only) 

27.  Adjournment 
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1 .  Call  to  Order 

President  Caen  called  the  meeting  to  order  at  1:35  PM. 

2.  Roll  Call 

Present:  Caen,  Moran,  Maxwell  and  Paulson 

Excused:  Vietor 

3.  Approval  of  the  Minutes  of  June  25,  2019 

On  motion  to  approve  the  minutes  of  June  25,  2019 
Ayes:  Caen,  Moran,  Maxwell  and  Paulson 

No  public  comment. 

4.  General  Public  Comment 

-  Francisco  DaCosta  discussed  the  Board  of  Supervisors  Budget 

Committee  hearing  discussions  surrounding  electric  transmission  and 
electric  requirements  for  digesters. 

President  Caen  welcomed  Project  Management  Bureau  interns  in 
attendance. 


5.  Communications 

a)  Advance  Calendar 

b)  Correspondence  Log 

c)  Contract  Advertisement  Report 

d)  O’Shauqhnessv  Dam  Reservations  Quarterly  Report 

e)  Water  Supply  Conditions  Update 

f)  Water  Supply  Agreement  Update 

No  public  comment. 

6.  Report  of  the  General  Manager  (GM) 

a)  Report  on  Recent  San  Francisco  Public  Utilities  Commission  Activities, 

Events  and  Announcements 

GM  Kelly,  Jr.  updated  the  Commission  on  his  plans  to  present  to  the 
Planning  Commission  on  water  supply  assessments.  He  discussed 
community  partnerships  regarding  best  use  for  water  supply. 


No  public  comment. 

7.  Bay  Area  Water  Supply  &  Conservation  Agency  (BAWSCA)  Update 

Nicole  Sandkulla,  BAWSCA  CEO,  indicated  bold  leadership  is  needed  to 
oversee  the  new  water  supply  program.  She  stated  that  by  December  a  plan 
should  be  developed  that  documents  how  the  program  will  be  implemented, 
and  should  include  budget,  structure,  focus,  responsibilities,  schedule,  and 
that  it  should  be  included  in  the  2020  Capital  Improvement  Program. 


SFPUC  MINUTES  -  JULY  23.  2019 


GM  Kelly  stated  a  program  manager  will  be  hired  and  he  will  come  back  to 
the  Commission  with  a  structure  and  schedule. 


Public  Comment 

Francisco  DaCosta  discussed  the  Raker  Act  and  creation  of  the  Hetch 
Hetchy  Dam  and  reservoir. 

8.  Other  Commission  Business 
None. 


9.  Consent  Calendar 

a)  Approve  Amendment  No.  2  to  Agreement  No.  CS-224.B,  System  Integration 

and  Support  Services  -  Related  to  Project  Controls  to  continue  to  provide 

specialized  system  integration  and  support  services  for  delivery  of  capital 

improvement  programs  and  capital  projects  for  all  San  Francisco  Public 

Utilities  Commission  Enterprises;  and  authorize  the  General  Manager  to 

execute  this  amendment,  increasing  the  agreement  amount  by  $500,000  for 


a  total  not-to-exceed  agreement  amount  of  $9,500,000,  with  no  change  to 

the  agreement  duration.  (Resolution  19-0132) 


b)  Approve  Amendment  No.  1  to  Agreement  No.  CS-387RR,  Residential 

Graywater  and  Rainwater  Harvesting  Program,  with  The  Urban  Farmer 

Store,  to  continue  to  provide  information,  training,  on-site  technical 
assistance,  and  the  components  necessary  to  install  residential  laundry-to- 

landscape  graywater  systems  and  rainwater  harvesting  systems  for  outdoor 

irrigation  at  single  and  two-unit  residential  homes  in  San  Francisco;  and 

authorize  the  General  Manager  to  execute  this  amendment,  increasing  the 


contract  by  amount  by  $100,000  and  increasing  the  contract  duration  by  two 


years,  for  a  total  not-to-exceed  agreement  amount  of  $400,000  and  a  total 


agreement  duration  of  six  years;  and  changing  the  contractor’s  name  from 

The  Urban  Farmer  Store  to  The  Urban  Farmer  Store,  LP.  (Resolution  19- 
0133) 


c)  Approve  an  increase  of  $1 ,000,000  to  the  contract  cost  contingency,  and  an 

increase  of  56  consecutive  calendar  days  to  the  contract  duration 

contingency  for  Contract  No.  DB-127R,  Warnerville  Substation 

Rehabilitation;  and  authorize  the  General  Manager  to  approve  future 

modifications  to  the  contract  for  a  total  revised  contract  amount  of  up  to 

$24,803,990  and  a  total  revised  contract  duration  of  up  to  841  consecutive 

calendar  days.  (Resolution  19-0134) 


d)  Approve  an  increase  of  123  consecutive  calendar  days  to  the  contract 

duration  contingency  for  Contract  HH-980,  Lower  Cherry  Agueduct 

Rehabilitation  -  Phase  1 ;  and  authorize  the  General  Manager  to  approve 

future  modifications  to  the  contract  for  a  total  contract  duration  limit  of  up  to 

420  consecutive  calendar  days,  with  no  change  in  contract  amount. 

(Resolution  19-0135) 


\ 
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e)  Approve  the  plans  and  specifications,  and  award  Contract  No.  HH-993, 

Early  Intake  Switchyard  Slope  Hazard  Mitigation,  in  the  amount  of 

$1 ,091 ,240  and  with  a  duration  of  1 50  consecutive  calendar  days,  to  the 

lowest  responsible  bidder.  Sierra  Mountain  Construction.  Inc.  This  action 

constitutes  the  Approval  Action  for  the  project  for  the  purposes  of  the 

California  Environmental  Quality  Act,  pursuant  to  Section  31 .04(h)  of  the 

San  Francisco  Administrative  Code.  (Resolution  19-0136) 


f) 


Accept  work  performed  by  Sierra  Mountain  Construction,  Inc,  for  Contract 

No.  HH-996(E),  Emergency  Response  Activities  Necessary  to  Restore 

Service  in  the  Aftermath  of  the  March  2018  Storm  Event  in  Moccasin,  CA; 

approve  Modification  Nos.  1  and  2  (Final),  increasing  the  contract  amount 

by  $83,907  and  increasing  the  contract  duration  by  one  calendar  day,  for  a 


g) 


total  contract  amount  of  $1 ,083,907  and  a  total  contract  duration  of  241 


consecutive  calendar  days;  and  authorize  final  payment  to  the  contractor. 

(Resolution  19-0137) 

Accept  work  performed  by  Fontenov  Engineering  for  Contract  No.  WD- 

2706,  12-inch  Ductile  Iron  Water  Main  Installation  on  Pacheco  Street  from 

10th  Avenue  to  Alton  Avenue  and  on  various  side  streets;  approve 


Modification  No.  2  (Final),  decreasing  the  contract  by  $1 10,761,  for  a  total 


contract  amount  of  $3,058,310;  and  authorize  final  payment  to  the 


h) 


contractor.  (Resolution  19-0138) 

Accept  the  work  performed  by  JMB  Construction,  Inc,  for  Contract  No.  WD- 

2798,  San  Francisco  Westside  Recycled  Water  Project  Pipeline;  Approve 

Modification  No.  4  (Final),  decreasing  the  contract  amount  by  $1,388,159  for 


a  total  contract  amount  of  $21 ,773,085,  and  with  a  total  contract  duration  of 


545  calendar  days;  and  authorize  final  payment  to  the  contractor. 

(Resolution  19-0139) 


i)  Approve  an  increase  of  $79,273  to  the  construction  contract  cost 

contingency  for  Contract  No.  WW-631 ,  Crocker  Amazon/Excelsior/  Inqleside 

Districts  Sewer  Replacement  and  Pavement  Renovation;  and  authorize  the 

General  Manager  to  approve  future  modifications  to  the  contract  for  up  to  a 
total  contract  amount  of  $10,761,635,  with  no  change  in  contract  duration. 


(Resolution  19-0140) 


j)  Approve  an  increase  of  42  consecutive  calendar  days  to  the  existing  295 
days  construction  contract  duration  contingency  for  Contract  No.  WW-633, 

Various  Locations  Sewer  Replacement  No.  2;  and  authorize  the  General 

Manager  to  approve  future  modifications  for  a  total  revised  contract  duration 
of  up  to  843  consecutive  calendar  days,  with  no  change  to  contract  amount. 

(Resolution  19-0141) 


k)  Approve  the  plans  and  specifications  and  award  Contract  No.  WW-691 , 

Sunset  Boulevard  Greenwav  -  Phase  II  Irving  Street  to  Ulloa  Street  in  the 

amount  of  $2,572,351 ,  with  a  duration  of  395  consecutive  calendar  days  to 

the  lowest  responsive  bidder,  Minerva  Construction,  Inc,  to  construct  green 
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infrastructure  in  the  median  west  of  Sunset  Boulevard.  This  action 
constitutes  the  Approval  Action  for  the  project  for  the  purposes  of  California 

Environmental  Quality  Act,  pursuant  to  Section  31 .04(h)  of  the  San 

Francisco  Administrative  Code.  (Resolution  19-0142) 

I)  Approve  the  specifications,  and  award  Contract  No.  WW-695,  As-Needed 

Sewer  Cleaning  and  Inspection  (FY20),  in  the  amount  not-to-exceed 

$1 ,747,550,  with  a  duration  of  570  consecutive  calendar  days,  to  the  lowest 

responsive  bidder.  Pipe  and  Plant  Solutions,  Inc.,  to  clean  and  inspect 

existing  sewers  on  an  as-needed  basis  at  locations  to  be  determined 

throughout  San  Francisco.  (Resolution  19-0143) 

On  motion  to  approve  Consent  Calendar  items  9a  through  91. 

Ayes:  Caen,  Moran,  Maxwell  and  Paulson 

No  public  comment. 

10.  Workshop:  Overview  of  the  Sewer  System  Improvement  Program  including 

update  on  New  Headworks  Facility  and  Biosolids  Digester  Facilities  Projects. 

Howard  Fung,  Acting  Wastewater  Enterprise  Capital  Manager,  began  the 
presentation  with  a  review  of  two  project  delivery  models  Design-Bid-Build 
(DBB)  and  Construction  Manager/General  Contractor  (CM/CG).  He  indicated 
the  CM/CG  model  was  selected  for  the  Headworks  and  Biosolids  project.  Mr. 
Fung  outlined  CM/CG  advantages  vs  DBB  and  CM/CG  considerations.  He 
reviewed  cost  estimating  and  then  discussed  CMCG  Risk  mitigation,  including 
the  types  of  risk,  noting  risk  mitigation  under  CM/CG  provides  greater  flexibility 
than  DBB. 

Jignesh  Desai,  Senior  Project  Manager,  continued  with  an  update  for  the 
Southeast  Plant  New  Headworks  Facility  Project  update  and  a  review  of  the 
project’s  objectives,  and  scope.  He  discussed  the  program  schedule  and 
explained  the  DBB  vs  CM/CG  schedule,  noting  the  DBB  is  a  linear  progression 
and  the  CM/CG  has  concurrent  design  and  construction.  Mr.  Desai  continued 
with  a  review  of  risk  mitigation,  cost  increases,  and  construction  progression.  He 
reviewed  the  bid  packages  and  indicated  that  24  packages  (Scope  I  and  II. A) 
were  awarded,  15  bid  and  award  (Scope  III  first  wave),  and  78  packages  are  to 
be  advertised  (48  for  remaining  Scope  III  and  30  for  Scope  II.B  and  II.  C).  He 
displayed  a  conceptual  rendering  of  the  facility  and  stated  the  project  received 
the  Envision  Gold  Award  from  the  Institute  for  Sustainable  Infrastructure. 

GM  Kelly,  Jr.  responded  to  questions  from  Commissioner  Moran  regarding  what 
was  included  in  the  10-Year  Capital  Budget,  budgeting  for  program  contingency, 
Sewer  System  Improvement  Program  (SSIP)  reserves,  risk  management,  and 
re-baselining.  Brief  discussion  ensued. 

Mr.  Desai  responded  a  question  from  President  Caen  as  to  where  the  54”  wet 
weather  pipe  will  go. 
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Carolyn  Chiu,  Senior  Project  Manager,  continued  with  a  review  of  the  projects 
location  and  purpose,  objectives,  and  key  features.  She  presented  renderings  of 
the  current  site  layout,  eastern  aerial  view,  and  building  information  modeling 
site  layout.  She  reviewed  the  current  project  status,  CM/CG  risk  mitigation, 
construction  cost  progression. 

GM  Kelly,  Jr.  responded  to  a  request  from  Commissioner  Paulson  that  staff  be 
diligent  about  ensuring  there  are  no  problems  with  infrastructure  to  avoid  issues 
that  are  faced  at  some  San  Francisco  construction  sites. 

GM  Kelly,  Jr.  responded  to  a  question  from  Commissioner  Moran  as  to  the 
status  of  the  budgeting  process.  Brief  discussion  ensued. 

Commissioner  Moran  asked  that  staff  respond  to  Mr.  DaCosta’s  comments 
under  item  #4,  General  Public  Comment,  regarding  electric  transmission  and 
electric  requirements  for  the  digesters.  GM  Kelly  and  Mr.  Fung  provided 
response. 

Public  Comment 

-  Francisco  DaCosta  discussed  adverse  impacts  on  the  Bayview  community, 
task  force  work  and  findings,  and  concerns  with  the  project. 

-  Steve  Lawrence  expressed  concern  with  the  digester  project  and  possible 
cost  over-runs.  He  requested  that  close  attention  be  paid  to  the  project  and 
thanked  the  Commission  for  their  concerns. 


1 1 .  Approve  the  terms  and  conditions  of  and  authorize  the  General  Manager  to 

execute  a  Purchase  and  Sale  Agreement  in  the  amount  of  $9,650,000  for  the 


purchase  of  approximately  787  acres  of  agricultural  land  commonly  known  as 

the  Wool  Ranch,  in  the  unincorporated  Town  of  Sunol  in  Alameda  County, 

California,  from  Barton  E.  Wool,  Brian  O.  Wool,  as  Trustee  of  the  Jeffrey  B, 

Wool  Living  Trust,  Scott  A.  Wool,  and  Sharon  J,  Wright,  as  tenants  in  common. 

This  action  constitutes  the  Approval  Action  for  the  project  for  the  purposes  of 

California  Environmental  Quality  Act,  pursuant  to  Section  31 .04  (h)  of  the  San 

Francisco  Administrative  Code.  (Resolution  19-0144) 

Michael  Carlin,  Deputy  General  Manager  (DGM),  introduced  the  item  and 
requested  approval. 


President  Caen  departed  the  hearing  room  at  3:08  PM. 

DGM  Carlin  responded  to  a  question  from  Commissioner  Maxwell  as  to  what  is 
being  done  with  any  buildings  on  the  property,  if  there  are  passive  uses,  who 
maintains  the  property,  and  fire  safety  management. 


President  Caen  returned  to  the  hearing  room  at  3:13  PM. 


On  motion  to  approve  Item  1 1 

Ayes:  Caen,  Moran,  Maxwell  and  Paulson 
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No  public  comment. 


12.  Approve  Revised  Project  No.  CWWSIPCSSR03,  Kansas  and  Marin  Streets 

Sewer  System  Improvement,  with  a  new  tunnel  alignment  that  supersedes  the 

project  configuration  previously  approved  by  Commission  Resolution  No.  15- 

0111.  This  action  constitutes  the  Approval  Action  for  the  project  for  the  purposes 

of  California  Environmental  Quality  Act,  pursuant  to  Section  31 .04(h)  of  the  San 

Francisco  Administrative  Code.  (Resolution  19-0145) 

Kathy  How,  AGM  Infrastructure,  Introduced  the  Item  and  requested  approval. 

AGM  How  responded  to  a  question  from  President  Caen  regarding  the 
termination  of  existing  leasing  and  licenses. 

Commissioner  Paulson  departed  the  hearing  room  at  3:15  PM. 

On  motion  to  approve  Item  12 
Ayes:  Caen,  Moran,  and  Maxwell 

No  public  comment. 

13.  Approve  Project  No.  CWWSIPCSSR1 1 ,  Cargo  Wav  Sewer  Box  Odor  Reduction. 

This  action  constitutes  the  Approval  Action  for  the  project  for  the  purposes  of 

California  Environmental  Quality  Act,  pursuant  to  Section  31 .04(h)  of  the  San 

Francisco  Administrative  Code.  (Resolution  19-0146) 

AGM  How  introduced  the  item  and  requested  approval. 

On  motion  to  approve  Item  13 
Ayes:  Caen,  Moran,  and  Maxwell 

No  public  comment. 


14.  Authorize  the  General  Manager  to  request  approval  from  the  Board  of 

Supervisors  to  accept  and  expend  Hazard  Mitigation  Grant  funds  in  the  amount 

of  $488,259  from  the  Federal  Emergency  Management  Agency  in  for  Phase 


Two  of  the  Early  Intake  Switchyard  Slope  Stabilization  Project.  (Resolution  19- 
0147) 

Steve  Ritchie,  AGM  Water,  introduced  the  item  and  requested  approval. 


Commissioner  Paulson  returned  to  the  hearing  room  at  3:18  PM. 

On  motion  to  approve  Item  14 

Ayes:  Caen,  Moran,  and  Maxwell  and  Paulson 

No  public  comment. 


15.  Award  Job  Order  Contract  No.  JOC-78R,  Micro-LBE  Set  Aside.  General 

Engineering  (A-License)  for  San  Joaquin.  Stanislaus,  and  Tuolumne  Counties 

for  a  not-to-exceed  amount  of  $2,000,000,  with  a  minimum  guaranteed  amount 
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of  $50,000,  and  a  duration  of  two  years,  to  the  sole  responsible  bidder 

submitting  a  responsive  bid,  Peterson  Excavation,  Inc.,  to  perform  General 

Engineering  construction  tasks  for  all  San  Francisco  Public  Utilities  Commission 

Enterprise  Operations  and  Bureaus  in  San  Joaguin,  Stanislaus,  and  Tuolumne 

Counties.  (Resolution  19-0148) 

AGM  How  introduced  the  item  and  requested  approval. 


On  motion  to  approve  Item  15 

Ayes:  Caen,  Moran,  Maxwell  and  Paulson 

No  public  comment. 


16.  Authorize  the  General  Manager  to  negotiate  and  execute  a  Cost-Sharing 


Agreement  with  the  Alameda  County  Water  District  and  Union  Sanitary  District 

in  an  amount  not-to-exceed  $377.500  and  with  a  duration  of  30  months  for 


consultant  services  to  conduct  a  joint  purified  water  feasibility  evaluation  study. 

(Resolution  19-0149) 

AGM  Ritchie  introduced  the  item  and  requested  approval. 


On  motion  to  approve  Item  16 

Ayes:  Caen,  Moran,  Maxwell  and  Paulson 

No  public  comment. 

Commissioner  Paulson  recused  himself  from  item  1 7  based  on  a  conflict  of 
interest  because  his  employer  is  a  signatory  to  the  Project  Labor  Agreement  and 
he  departed  the  hearing  room  at  3:25  PM. 

17.  Approve  the  Second  Addendum  to  the  Water  System  Improvement  Program 

(WSIP)  Project  Labor  Agreement  (PLA)  (1)  extending  the  PLA  to  seven 

additional  significant  SFPUC  capital  projects.  (2)  updating  certain  terms  of  the 

PLA  to  be  consistent  with  terms  in  the  2016  Sewer  System  Improvement 

Program  Extension  Agreement,  and  (3)  authorizing  the  General  Manager,  with 

the  approval  of  the  PLA  Joint  Administrative  Committee,  to  add  additional 

significant  SFPUC  capital  projects  to  the  PLA  in  the  future;  and  retroactively 

approve  and  ratify  the  prior  actions  of  the  SFPUC  General  Manager,  with  the 
concurrence  of  the  PLA  Joint  Administrative  Committee,  extending  the  PLA  to 
the  Harding  Park  Recycled  Water  Project,  Bay  Corridor  Transmission  and 

Distribution  Project,  Sunol  Long  Term  Improvements  Watershed  Center  Project, 

and  Southeast  Community  Center  Project  at  1550  Evans.  (Resolution  19-0150) 
Masood  Ordikhani,  Infrastructure,  introduced  the  item  and  reviewed  the  three 
terms  of  the  PLA  Second  Addendum.  He  noted  the  third  Whereas  clause  of  the 
recitals  to  the  Second  Addendum  incorrectly  references  ‘Auxiliary  Water  Supply 
System  (Al/l/SSj  Pump  Station  1”  and  it  should  read  “AWSS  Pump  Station  2”. 

On  motion  to  approve  Item  1 7  with  the  correction  to  the  Second  Addendum  to 
read  “A  l/l/SS  Pump  Station  2”. 
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Ayes:  Caen,  Moran,  and  Maxwell 
No  public  comment. 

Commissioner  Paulson  returned  to  the  hearing  room  at  3:29  PM. 

18.  Public  Comment  on  matters  to  be  addressed  during  Closed  Session 

None. 

19.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters 

listed  below  as  Conference  with  Legal  Counsel 

On  motion  to  assert 

Ayes:  Caen,  Moran,  Maxwell  and  Paulson 

The  Commission  entered  Closed  Session  at  3:30  PM. 

20.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (2)  and  San  Francisco  Administrative  Code  Section  67.10 

MI21 

Anticipated  Litigation  as  Plaintiff 

21.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 

(dim 

Existing  Litigation 

Pacific  Gas  &  Electric  Corporation 

Case  No.  19-30088/Date  Filed:  January  29.  2019 

Case  No.  19-30089/Date  Filed:  January  29,  2019 

United  States  Bankruptcy  Court.  Northern  District  of  California 

22.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section 

67.10(d)  (1) 

Existing  Litigation 

City  and  County  of  San  Francisco  \/.  Pacific  Gas  &  Electric  Company ,  Docket 

No.  ELI 9-38-000/Date  Filed:  January  28,  2019  Federal  Energy  Regulatory 

Commission 

23.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 

(dim 

Existing  Litigation 

City  and  County  of  San  Francisco  y.  Pacific  Gas  &  Electric  Federal  Energy 

Regulatory  Commission  Complaint  under  Sections  206  and  306  of  the  Federal 

Power  Act. 

Case  No.  ELI  5-3-000/Date  Filed:  October  9.  2014 
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The  Commission  exited  Closed  Session  at  4:43  PM. 


24.  Announcement  Following  Closed  Session 

All  items  were  for  discussion  only  and  no  action  was  taken. 

25.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session 

pursuant  to  San  Francisco  Administrative  Code  Section  67.12  (a) 

On  motion  not  to  disclose 

Ayes:  Caen,  Moran,  Maxwell  and  Paulson 

Public  Comment 

None. 

26.  Other  New  Business 
None. 

27.  Adjournment 

President  Caen  adjourned  the  meeting  at  4:44  PM. 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


19-0132 


WHEREAS,  On  March  27,  2012,  by  Resolution  12-0051,  this  Commission  awarded 
Agreement  No.  CS-224.B,  System  Integration  and  Support  Services  -  Related  to  Project 
Controls,  to  Westland  Management  Solutions,  Inc.  (WMS),  and  authorized  the  General  Manager 
of  the  San  Francisco  Public  Utilities  Commission  (SFPUC)  to  negotiate  and  execute  a 
professional  services  agreement  in  the  amount  of  $4,500,000,  and  with  a  term  of  six  years;  and 

WHEREAS,  On  April  26,  2016,  by  Resolution  No.  16-0061,  this  Commission  approved 
Amendment  No.  1  ,  in  the  amount  of  $4,500,000,  and  with  a  time  extension  up  to  three  years, 
increasing  the  total  not-to-exceed  agreement  amount  to  $9,000,000  and  total  agreement  duration 
of  nine  years,  in  order  to  continue  providing  the  SFPUC  with  specialized  system  integration  and 
support  services  to  implement  and  improve  the  delivery  of  its  Capital  Improvement  Programs 
(CIPs)  and  Capital  Projects  for  all  enterprises;  and 

WHEREAS,  Amendment  No.  2  is  being  requested  in  the  amount  of  $500,000,  increasing 
the  total  not-to-exceed  agreement  amount  to  $9,500,000,  with  no  change  in  the  agreement 
duration,  for  WMS  to  continue  providing  the  SFPUC  with  specialized  system  integration  and 
support  services  to  implement  and  improve  the  delivery  of  its  CIPs  and  Capital  Projects  for  all 
enterprises;  and 

WHEREAS,  The  Contract  Monitoring  Division  established  a  subconsulting  requirement 
of  17%  Local  Business  Enterprise  participation  (of  the  total  value  of  services  to  be  provided)  for 
this  agreement  and  WMS  has  committed  to  meet  that  requirement;  and 

WHEREAS,  Funds  for  this  agreement  are  available  from  various  SFPUC  CIPs  and 
projects  including  the  Sewer  System  Improvement  Program  and  Hetchy  Capital  Improvements 
projects;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  2  to  Agreement 
No.  CS-224.B,  System  Integration  and  Support  Services  -  Related  to  Project  Controls,  with 
WMS,  to  continue  to  provide  the  SFPUC  with  continued  specialized  system  integration  and 
support  services  in  order  to  implement  and  improve  the  delivery  of  its  Capital  Improvement 
Programs  and  Capital  Projects  for  all  SFPUC  Enterprises;  and  be  it 

FURTHER  RESOLVED,  This  Commission  authorizes  the  General  Manager  of  the 
SFPUC  to  execute  Amendment  No.  2  increasing  the  agreement  amount  by  $500,000,  for  a  total 
not-to-exceed  agreement  amount  of  $9,500,000,  with  no  change  to  the  agreement  duration. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  July  23,  2019. 


Secretary,  Public  Utilities  Commission 


■ 


■ 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0133 


WHEREAS,  On  October  13,  2015,  pursuant  to  the  General  Manager’s  authority  under 
Resolution  No.  09-0017,  the  General  Manager  executed  Water  Enterprise,  Water  Conservation 
Operating  Budget-funded  Agreement  No.  CS-387RR,  Residential  Graywater  and  Rainwater 
Harvesting  Program,  with  The  Urban  Farmer  Store,  to  provide  information,  training,  on-site 
technical  assistance,  and  the  components  necessary  to  install  residential  laundry-to-landscape 
graywater  systems  and  rainwater  harvesting  systems  for  outdoor  irrigation  at  single  and  two-unit 
residential  homes  in  San  Francisco,  with  an  original  not-to-exceed  amount  of  $300,000,  and  with 
a  term  of  four  years;  and 

WHEREAS,  Amendment  No.  1  is  being  requested  to  increase  the  not-to-exceed 
agreement  amount  by  $100,000,  and  extend  the  duration  by  two  years,  in  order  to  continue  the 
program  to  provide  information,  training,  on-site  technical  assistance,  and  the  components 
necessary  to  install  residential  laundry-to-landscape  graywater  systems  and  rainwater  harvesting 
systems  for  outdoor  irrigation  at  single  and  two-unit  residential  homes  in  San  Francisco,  for  a 
total  not-to-exceed  amount  of  $400,000  and  a  total  duration  of  six  years,  and  to  change  the 
contractor’s  name  from  The  Urban  Farmer  Store  to  The  Urban  Farmer  Store,  LP.;  and 

WHEREAS,  Pursuant  to  Chapter  14B  of  the  San  Francisco  Administrative  Code,  the 
Contract  Monitoring  Division  (CMD)  has  established  a  15%  Local  Business  Enterprise  (LBE) 
participation  requirement  for  this  agreement;  and 

WHEREAS,  No  installation  services  are  included  in  this  Agreement;  and 

WHEREAS,  Funds  for  this  Amendment  will  be  available  at  the  time  of  execution  from 
the  Water  Enterprise,  Water  Conservation  Operating  Budget,  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  1  to  Water 
Enterprise,  Water  Conservation  Operating  Budget-funded  Agreement  No.  CS-387RR  Residential 
Graywater  and  Rainwater  Harvesting  Program,  with  The  Urban  Farmer  Store,  to  continue  the 
program  to  provide  information,  training,  on-site  technical  assistance,  and  the  components 
necessary  to  install  residential  laundry-to-landscape  graywater  systems  and  rainwater  harvesting 
systems  for  outdoor  irrigation  at  single  and  two-unit  residential  homes  in  San  Francisco;  and  be 
it 


FURTHER  RESOLVED,  This  Commission  authorizes  the  General  Manager  to  execute 
Amendment  No.  1,  increasing  the  agreement  amount  by  $100,000  and  the  duration  by  two  years, 
for  a  total  not-to-exceed  agreement  amount  of  $400,000  and  a  total  agreement  duration  of  six 
years,  and  changing  the  contractor’s  name  from  The  Urban  Farmer  Store  to  The  Urban  Farmer 
Store,  LP. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  July  23,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


19-0134 


WHEREAS,  On  May  23,  2017,  per  Resolution  No.  17-0120,  this  Commission 
approved  the  award  of  Hetchy  Capital  Improvement  Projects  (HCIP)-funded  Contract  No.  DB- 
127R,  Warnerville  Substation  Rehabilitation,  to  RES  System  3,  LLC;  and 

WHEREAS,  The  construction  contract  is  a  Design-Build  contract,  with  Notice-to- 
Proceed  1  (for  Design)  date  set  for  October  5,  2017  and  Notice-to-Proceed  2  (for 
Construction)  date  set  for  November  26,  2018;  and 

WHEREAS,  The  original  amount  of  the  contract  was  $21,639,991  and  the  original 
contract  duration  was  714  consecutive  calendar  days;  and 

WHEREAS,  An  increase  in  contract  cost  contingency  of  $1,000,000  and  an  increase  in 
contract  duration  contingency  of  56  calendar  days  are  being  requested  to  address  the  need  for 
contract  work  to  be  extended  to  the  next  available  switchyard  outage  period  in  the  fall  of  2019; 
and 

WHEREAS,  The  Contract  Monitoring  Division  established  a  Local  Business 
Enterprise  (LBE)  requirement  of  12%  participation  for  design  work  and  5%  for  construction 
work  for  this  contract,  and  the  contractor  committed  to  a  LBE  participation  of  13.51%  for 
design  work  and  5.66%  for  construction  work  with  its  bid  submittal;  and 

WHEREAS,  Funds  are  available  from  HCIP  Project  No.  CUH101-15  -  Warnerville 
Substation  Rehabilitation;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  an  increase  of  $1,000,000  in  the 
contract  cost  contingency  and  an  increase  of  56  calendar  days  in  the  contract  duration 
contingency,  for  the  HCIP-funded  Contract  No.  DB-127R,  Warnerville  Substation 
Rehabilitation,  for  a  total  revised  cost  contingency  of  $3,163,999  and  a  total  revised  duration 
contingency  of  127  calendar  days;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General 
Manager,  or  his  designee,  to  consider  and,  if  appropriate,  approve  future  modifications  to  the 
contract  for  a  total  contract  amount  of  up  to  $24,803,990  and  a  total  contract  duration  of  up  to 
841  consecutive  calendar  days. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  July  23,  2019. 


Secretary,  Public  Utilities  Commission 


s 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 


RESOLUTION  NO. 


19-0135 


WHEREAS,  On  April  10,  2018,  per  Resolution  No.  18-0058,  this  Commission  approved 
the  award  of  Hetchy  Capital  Improvement  Projects-funded  Contract  No.  HH-980  Lower  Cherry 
Aqueduct  Rehabilitation  -  Phase  1  to  K.W.  Emerson,  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-to-Proceed  date  was  set  for  October  29, 
2018; and 

WHEREAS,  The  original  contract  amount  was  for  $2,946,868,  and  the  original  contract 
duration  was  270  consecutive  calendar  days;  and 

WHEREAS,  Section  6.22(h)  of  the  Administrative  Code  requires  that  any  cumulative 
increase  in  contract  price  or  duration  in  excess  of  10%  of  the  original  contract  price  or  duration 
be  approved  by  this  Commission;  and 

WHEREAS,  An  increase  of  123  consecutive  calendar  days  to  the  contract  duration 
contingency  for  a  total  duration  contingency  of  150  calendars  days  and  a  total  contract  duration 
of  up  to  420  consecutive  calendar  days  is  being  requested  to  address  unforeseen  conditions 
including  high  flows  in  Cherry  Creek  and  breeding  bats  inside  a  pipe  to  be  repaired;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUH 100-03,  Lower  Cherry  Aqueduct 
Phase  1;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  an  increase  in  contract  duration 
contingency  of  123  consecutive  calendar  days  for  the  Hetchy  Capital  Improvement  Projects 
funded  Contract  No.  HH-980  Lower  Cherry  Aqueduct  Rehabilitation  -  Phase  1,  for  a  total 
contract  duration  contingency  of  150  calendar  days;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager, 
or  his  designee,  to  consider  and,  if  appropriate,  approve  future  modifications  to  the  contract 
for  a  total  contract  duration  of  up  to  420  consecutive  calendar  days. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  July  23.  2019. 


Secretary ,  Public  Utilities  Commission 


i 

' 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


19-0136 


WHEREAS,  Hetch  Hetchy  10-year  Capital  Improvement  Program-funded  Contract  No. 
HH-993,  Early  Intake  Switchyard  Slope  Hazard  Mitigation,  was  advertised  on  May  24,  2019; 
and 

WHEREAS,  The  Engineer’s  Estimate  is  $1,250,000  for  this  construction  contract  to 
perform  rock  scaling  and  install  rock  netting,  rock  drapery,  and  drainage  deflectors;  and 

WHEREAS,  The  contract  duration  is  150  consecutive  calendar  days;  and 

WHEREAS,  Two  (2)  bids  were  received  and  opened  publicly  on  June  20,  2019;  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  review  of  the  bids 
for  qualifications,  responsibility,  responsiveness,  and  application  of  bid  preferences  resulted  in 
the  establishment  of  Sierra  Mountain  Construction,  Inc.  as  the  responsible  bidder  with  the  lowest 
responsive  bid;  and 

WHEREAS,  The  Local  Business  Enterprise  (LBE)  subcontracting  participation  does  not 
apply  due  to  the  Federal  Emergency  Management  Agency’s  Hazard  Mitigation  Grant  Program 
that  the  City  is  receiving  partial  funding  from,  which  does  not  allow  LBE  subcontractor 
participation  requirements;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City’s  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUH10014091,  Early  Intake 
Switchyard  Slope  Hazard  Mitigation  Project,  as  well  as  federal  grant  funding  of  up  to  $892,467 
through  the  Federal  Emergency  Management  Agency’s  Hazard  Mitigation  Grant  Program;  and 

WHEREAS,  On  December  19,  2017  the  Planning  Department  determined  that  the  project 
is  categorically  exempt  from  the  California  Environmental  Quality  Act  Guidelines  under  Section 
15302,  Class;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  Hetch  Hetchy  10-year  Capital  Improvement  Program-funded  Contract  No.  HH-993, 
Early  Intake  Switchyard  Slope  Hazard  Mitigation,  in  the  amount  of  $1,091,240,  and  with  a 
duration  of  150  consecutive  days,  to  the  responsible  bidder  submitting  the  lowest  responsive  bid, 
Sierra  Mountain  Construction,  Inc. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  July  23,  2019. 


Secretary,  Public  Utilities  Commission 


■  .  .  .  rt  '  ■ 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  19-0137 


WHEREAS,  Contract  work  has  been  completed  for  Contract  No.  HH-996(E),  Emergency 
Response  Activities  Necessary  to  Restore  Service  in  the  Aftermath  of  the  March  2018  Storm 
Event  in  Moccasin,  CA,  by  the  contractor,  Sierra  Mountain  Construction,  Inc;  and 

WHEREAS,  On  March  23,  2018,  the  General  Manager  of  the  San  Francisco  Public 
Utilities  Commission  (SFPUC),  with  the  written  concurrence  and  approval  of  the 
Commission  President,  issued  a  Declaration  of  Emergency  under  Chapter  6  of  the 
Administrative  Code  to  enter  into  emergency  public  works  contracts  to  repair  SFPUC  facilities 
in  Moccasin  damaged  from  a  March  22,  2018  storm  event;  and 

WHEREAS,  On  March  29,  2018,  the  Mayor  issued  a  Declaration  of  Local  Emergency; 

and 


WHEREAS,  On  April  3,  2018,  the  San  Francisco  Board  of  Supervisors  concurred  with 
the  Mayor’s  Declaration  of  Emergency  issued  on  March  29,  2018;  and 

WHEREAS,  On  April  17,  2018,  the  SFPUC  General  Manger,  with  the  written 
concurrence  and  approval  of  the  Commission  President,  issued  an  Amended  Declaration  of 
Emergency  to  account  for  the  fact  that  the  needed  emergency  repair  work  at  Moccasin  also 
includes  services  under  Chapter  21  of  the  Administrative  Code  and  the  increased  estimate  ot  the 
total  anticipated  cost  of  the  emergency  repair  work;  and 

WHEREAS,  On  March  28,  2018,  SFPUC  issued  a  work  authorization  letter  to  Sierra 
Mountain  Construction,  Inc.,  to  commence  work  on  the  project,  subject  to  the  emergency 
provisions  of  Administrative  Code  Section  6.60.  The  emergency  contract  was  formally 
executed  on  April  1 1,  2018  with  a  not-to-exceed  contract  amount  of  $1,000,000  and  a 
contract  duration  of  240  consecutive  calendar  days;  and 

WHEREAS,  The  contract  work  was  completed  in  241  consecutive  calendar  days  on 
November  23,  2018;  and 

WHEREAS,  Modification  Nos.  1-2  (Final)  is  being  requested  to  increase  the  contract 
amount  by  $83,907,  and  increase  the  contract  duration  by  1  calendar  day,  to  complete  the  debris 
removal,  for  a  total  contract  amount  of  $1,083,907  and  a  total  contract  duration  of  241 
consecutive  calendar  days;  and 

WHEREAS,  This  contract  is  anticipated  to  receive  state  grant  funds,  and  therefore  the 
Local  Business  Enterprise  subcontracting  requirement  is  not  applicable  to  this  contract;  and 

WHEREAS,  Funds  are  available  from  Project  No.  10033233  -  2018  Moccasin  Storm 
Event;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  accepts  work  performed  by  Sierra 
Mountain  Construction,  Inc.  for  Water  Enterprise  2018  March  Storm  Emergency-funded 
Contract  No.  EiH-996(E),  Emergency  Response  Activities  Necessary  to  Restore  Service  in  the 
Aftermath  of  the  March  2018  Storm  Event  in  Moccasin,  CA,  approves  Modification  Nos.  1-2 
(Final),  increasing  the  contract  by  $83,907  and  extending  the  duration  by  one  calendar  day,  for  a 
total  contract  amount  of  $1 ,083,907  and  a  total  contract  duration  of  241  consecutive  calendar 
days,  and  authorizes  final  payment  to  the  contractor. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  July  23,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0138 


WHEREAS,  Construction  has  been  completed  for  contract  No.  WD-2706,  12-inch 
Ductile  Iron  Water  Main  Installation  on  Pacheco  Street  from  10th  Avenue  to  Alton  Avenue  and 
on  Various  Side  Streets,  by  the  contractor,  Fontenoy  Engineering;  and 

WHEREAS,  On  August  8,  2017,  per  Resolution  No.  17-0174,  this  Commission  approved 
the  award  of  Water  Enterprise,  Local  Conveyance/Distribution  System  Program-funded  Contract 
No.  WD-2706,  12-inch  Ductile  Iron  Water  Main  Installation  on  Pacheco  Street  from  10th  Avenue 

to  Alton  Avenue  and  on  Various  Side  Streets,  in  the  amount  of  $2,912,595  to  the  responsible 

w  ! 

bidder  with  the  lowest  responsive  bid,  Fontenoy  Engineering;  and 

WHEREAS,  The  construction  contract  Notice-to-Proceed  date  was  set  for  November  28, 
2017; and 

WHEREAS,  The  original  contract  amount  was  for  $2,912,595  and  the  original  contract 
duration  was  313  consecutive  calendar  days;  and 

WHEREAS,  Section  6.22(h)  of  the  Administrative  Code  requires  that  any  cumulative 
increase  in  the  contract  price  or  duration  in  excess  of  10%  of  the  original  contract  price  or 
duration  be  approved  by  this  Commission;  and 

WHEREAS,  Modification  No.  1  was  issued  increasing  the  contract  amount  by  $256,476 
(within  the  original  10%  amount  contingency),  and  increasing  the  contract  duration  by  30 
consecutive  calendar  days  (within  the  original  10%  duration  contingency)  for  additional  bid  item 
quantities  to  complete  the  contract  work  along  with  adjustments  in  curb  ramp  design  due  to 
unforeseen  site  conditions,  rain  delays,  additional  welding  of  pipe  joint  restraints,  and  surveying 
of  street  monuments,  for  a  total  revised  contract  amount  of  $3,169,07 1  and  a  total  revised 
contract  duration  of  343  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  2  (Final)  is  being  requested  to  decrease  the  contract 
amount  by  $1 10,761,  for  a  total  contract  amount  of  $3,058,310  with  no  change  to  the  final 
contract  duration,  to  reflect  adjustments  in  the  final  quantities  of  work  performed;  and 

WHEREAS,  The  Contract  Monitoring  Division  (CMD)  established  a  Local  Business 
Enterprise  (LBE)  subcontracting  requirement  of  20%  for  this  contract,  the  contractor  committed 
to  a  LBE  participation  of  20.3%  with  its  bid  submittal,  and  CMD  has  determined  that  the 
contractor  made  a  good  faith  effort  to  substantially  comply  with  the  LBE  subcontracting 
requirement  by  receiving  a  final  LBE  participation  of  20.01%;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUW26001A2,  WD-2706,  12-inch 
Ductile  Iron  Water  Main  Installation  on  Pacheco  Street  from  10th  Avenue  to  Alton  Avenue  and 
on  Various  Side  Streets;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  accepts  the  work  performed  by  Fontenoy 
Engineering  for  Water  Enterprise,  Local  Conveyance/Distribution  System  Program- funded 
Contract  No.  WD-2706,  12-inch  Ductile  Iron  Water  Main  Installation  on  Pacheco  Street  from 
10lh  Avenue  to  Alton  Avenue  and  on  Various  Side  Streets,  approves  Modification  No.  2  (Final), 
decreasing  the  contract  by  $110,761,  for  a  total  contract  amount  of  $3,058,310,  and  a  total 
contract  duration  of  343  consecutive  calendar  days,  and  authorizes  final  payment  to  the 
contractor. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  July  23,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


19-0139 


WHEREAS,  Construction  has  been  completed  for  Contract  No.  WD-2798,  San  Francisco 
Westside  Recycled  Water  Pipeline,  by  the  contractor,  JMB  Construction,  Inc.;  and 

WHEREAS,  On  November  8,  2016,  by  Resolution  No.  16-0235,  this  Commission 
awarded  Water  Enterprise,  Water  System  Improvement  Program  (WSIP)-Contract  No.  WD- 
2798,  San  Francisco  Westside  Recycled  Water  Pipeline,  in  the  amount  of  $21,729,720,  to  the 
responsible  bidder  submitting  the  lowest  responsive  bid,  JMB  Construction,  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-to-Proceed  date  was  set  for  February  21, 
2017,  with  an  original  schedule  of  545  consecutive  calendar  days  and  the  contract  work  was 
completed  in  545  consecutive  calendar  days  on  August  19,  2018;  and 

WHEREAS,  Modification  Nos.  1-3  were  issued  for  a  total  of  $1,431,524,  within  the  10% 
contingency,  increasing  the  contract  amount  to  $23,161,244,  with  no  change  to  the  contract 
duration;  and 

WHEREAS,  Modification  No.  4  (Final)  is  being  requested  in  the  amount  of  ($1,388,159) 
to  reconcile  final  payment  items  to  reflect  actual  quantities  used  under  unit  price  and  allowance 
bid  items,  for  a  final  contract  amount  of  $21,773,085,  with  no  change  to  the  contract  duration; 
and 

WHEREAS,  The  Contract  Monitoring  Division  has  determined  that  the  contractor 
exceeded  its  Local  Business  Enterprise  (LBE)  subcontracting  goal  of  17.04%  by  achieving  a 
final  LBE  participation  of  19.33%;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUW20301  -  San  Francisco  Westside 
Recycled  Water  Project,  from  Wastewater  Enterprise  Project  No.  CWWRNRCSD4,  and  from 
San  Francisco  Department  of  Public  Works  and  Recreation  and  Parks  funding  sources;  now, 
therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  accepts  the  work  performed  by  JMB 
Construction,  Inc.  for  Water  Enterprise  WSIP-funded  Contract  No.  WD-2798,  San  Francisco 
Westside  Recycled  Water  Pipeline,  approves  Modification  No.  4  (Final)  decreasing  the  contract 
by  $1,388,159,  for  a  total  final  contract  amount  of  $21,773,085  and  a  total  contract  duration  of 
545  consecutive  calendar  days,  and  authorizes  final  payment  to  the  contractor. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  July  23,  2019 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


19-0140 


WHEREAS,  On  December  13,  2016,  per  Resolution  No.  16-0250,  this  Commission 
approved  the  award  of  Wastewater  Enterprise  (WWE),  Renewal  and  Replacement  (R&R),  Public 
Works  (PW)  Pavement  Renovation  Program  and  San  Francisco  Municipal  Transportation 
Agency  (SFMTA)-funded  Contract  No.  WW-631,  Crocker  Amazon/Excelsior/Ingleside  Districts 
Sewer  Replacement  and  Pavement  Renovation  to  Precision  Engineering,  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-to-Proceed  date  was  set  for  February  27, 
2017; and 

WHEREAS,  The  original  contract  amount  was  for  $9,711,239  and  the  original  contract 
duration  was  505  consecutive  calendar  days;  and 

WHEREAS,  On  April  24,  2018,  per  Resolution  No.  18-0068,  this  Commission  approved 
an  increase  of  147  consecutive  calendar  days  to  the  existing  contract  duration  contingency  for  a 
total  duration  contingency  of  197,  with  no  change  to  the  contract  amount  contingency;  and 

WHEREAS,  An  increase  to  the  contract  cost  contingency  in  the  amount  of  $79,273  is 
being  requested  to  account  for  the  Construction  Bureau  Manager’s  recommended  $260,000 
compensation  to  the  Contractor  to  resolve  a  contract  claim  regarding  existing  site  conditions  for 
a  total  contract  amount  limit  of  $10,761,635,  with  no  change  to  the  contract  duration;  and 

WHEREAS,  The  Contract  Monitoring  Division  (CMD)  established  a  Local  Business 
Enteiprise  (LBE)  subcontracting  participation  of  20%  for  this  contract  and  the  contractor 
committed  to  a  LBE  subcontracting  participation  of  20.17%  with  its  bid  submittal,  and  this 
amount  remains  unchanged;  and 

WHEREAS,  Funds  are  available  from  WWE  R&R  Project  No.  CWWRNRCSE2, 
Crocker  Amazon/Excelsior/Ingleside  Districts  Sewer  Replacement,  PW  Project  No. 
CHUT14SRD7  and  SFMTA  Project  No.  CPT795;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  an  increase  to  the  contract  cost 
contingency  in  the  amount  of  $79,273  for  WWE,  R&R,  PW  Pavement  Renovation  Program  and 
SFMTA-funded  Contract  No.  WW-631,  Crocker  Amazon/Excelsior/Ingleside  Districts  Sewer 
Replacement  and  Pavement  Renovation,  increasing  the  total  contract  contingency  to  $1,050,396; 
and  be  it 

FUTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager, 
or  his  designee,  to  consider  and,  if  appropriate,  to  approve  future  modifications  to  the  contract 
for  a  total  contract  amount  of  up  to  $10,761,635,  with  no  change  to  the  contract  duration. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  July  23,  2019. 


Secretary,  Public  Utilities  Commission 


.  .  ... 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0141 


WHEREAS,  On  February  28,  2017,  per  Resolution  No.  17-0036,  this  Commission 
approved  the  award  of  Wastewater  Enterprise  (WWE),  Renewal  and  Replacement  (R&R) 
Program  and  San  Francisco  Public  Works  (SFPW)  Pavement  Renovation  and  Curb  Ramp 
Programs-funded  Contract  No.  WW-633,  Various  Locations  Sewer  Replacement  No.  2,  to  Shaw 
Pipeline,  Inc;  and 

WHEREAS,  The  construction  contract  Notice-to-Proceed  date  was  set  for  May  1,  2017; 
and 

WHEREAS,  The  original  contract  amount  was  for  $6,704,098  and  the  original  contract 
duration  was  460  consecutive  calendar  days;  and 

WHEREAS  Section  6.22(h)  of  the  Administrative  Code  requires  that  any  cumulative 
increase  in  contract  cost  or  duration  in  excess  of  10%  of  the  original  contract  cost  or  duration  be 
approved  by  the  Commission;  and 

WHEREAS,  On  June  12,  2018,  per  Resolution  No.  18-0097,  this  Commission  approved 
an  increase  in  the  construction  duration  contingency  in  the  amount  of  134  consecutive  calendar 
days  to  provide  additional  time  needed  to  procure  materials  related  to  the  relocation  of  an 
Auxiliary  Water  Supply  System  (AWSS)  lateral  crossing  the  sewer  trench  near  the  intersection 
of  Beach  and  Divisadero  Streets,  for  a  total  contract  duration  up  to  640  consecutive  calendar 
days,  with  no  change  in  contract  amount;  and 

WHEREAS,  On  January  22,  2019,  per  Resolution  No.  19-0009,  this  Commission 
approved  an  increase  in  the  construction  duration  contingency  in  the  amount  of  90  consecutive 
calendar  days  for  additional  time  needed  by  the  foundry  to  complete  the  fabrication  of  the  AWSS 
pipe  fittings  required  for  the  relocation  of  an  AWSS  lateral  crossing  the  sewer  trench,  for  a  total 
contract  duration  up  to  730  consecutive  calendar  days,  with  no  change  to  the  contract  amount; 
and 

WHEREAS,  On  March  12,  2019,  per  Resolution  No.  19-0040,  this  Commission 
approved  an  increase  in  the  construction  duration  contingency  in  the  amount  of  7 1  consecutive 
calendar  days  for  additional  time  to  complete  the  relocation  of  an  AWSS  lateral  crossing  the 
sewer  trench  and  sewer  installation  work  on  Beach  Street  from  Broderick  Street  to  Divisadero 
Street,  for  a  total  contract  duration  up  to  801  consecutive  calendar  days,  with  no  change  to  the 
contract  amount;  and 

WHEREAS,  An  additional  increase  to  the  contract  duration  contingency  in  the  amount  of 
42  consecutive  calendar  days  is  requested  for  additional  time  to  schedule  San  Francisco 
Municipal  Transportation  Agency  staff  to  de-energize  the  existing  overhead  electric  trolley  wires 
in  order  to  complete  final  contract  paving  work;  and 

WHEREAS,  The  Contract  Monitoring  Division  established  a  Local  Business  Enterprise 
(LBE)  subcontracting  requirement  of  20%  for  this  construction  contract,  and  the  contractor 
committed  to  a  LBE  subcontracting  participation  of  20.45%  with  its  bid  submittal,  and  this 
remains  unchanged;  and 


WHEREAS,  Funds  are  available  from  San  Francisco  Public  Utilities  Commission  WWE 
R&R  Project  No.  10015674  Various  Locations  Sewer  Replacement  No.  2,  SFPW  Project  No. 
10030362  Various  Locations  Curb  Ramps,  and  SFPW  Project  No.  10031011  Various  Locations 
Pavement  Renovation;  now  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  an  increase  to  the  contract  duration 
contingency  in  the  amount  of  42  consecutive  days  for  WWE,  R&R  Program  and  SFPW 
Pavement  Renovation  and  Curb  Ramp  Programs-funded  Contract  No.  WW-633,  Various 
Locations  Sewer  Replacement  No.  2,  for  a  total  revised  contract  duration  contingency  of  383 
consecutive  calendar  days;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager 
or  his  designee,  to  consider  and,  if  appropriate,  approve  future  modifications  to  the  contract 
duration  for  a  total  contract  duration  of  up  to  843  consecutive  calendar  days,  with  no  change  in 
the  contract  amount. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  July  23,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0142 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  advertised 
Wastewater  Enterprise,  Sewer  System  Improvement  Program  (SSIP)-funded  Contract  No.  WW- 
691,  Sunset  Boulevard  Greenway  Phase  II  Irving  Street  to  Ulloa  Street,  on  April  17,  2019;  and 

WHEREAS,  The  purpose  of  the  Sunset  Boulevard  Greenway  Phase  II  Irving  Street  to 
Ulloa  Street  Project  Is  to  reduce  the  volume  of,  stormwater  entering  the  combined  sewer  system 
by  installing  green  infrastructure;  and 

WHEREAS,  The  Engineer’s  Estimate  is  $2,921,394  for  this  construction  contract  work; 
and 

WHEREAS,  The  contract  duration  is  395  consecutive  calendar  days;  and 

WHEREAS,  Two  (2)  bids  were  received  and  opened  publicly  on  June  13,  2019;  and 

WHEREAS,  SFPUC  staff  and  Contract  Monitoring  Division  (CMD)  review  of  the  bids 
for  qualifications,  responsibility,  responsiveness,  and  application  of  bid  preferences  resulted  in 
the  establishment  of  Minerva  Construction,  Inc  as  the  responsible  bidder  submitting  the  lowest 
responsive  bid;  and 

WHEREAS,  The  CMD  established  a  Local  Business  Enterprise  (LBE)  subcontracting 
requirement  of  20%  for  this  contract,  and  the  contractor  committed  to  a  LBE  participation  of 
27.23%  with  its  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City’s  Administrative  Code  either  at 
the  time  of  the  award  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
responsible  bidder  submitting  the  next  lowest  bid,  or  in  re-bidding  of  the  contract  at  the 
discretion  of  the  City;  and 

WHEREAS,  SFPUC  funds  are  available  from  Sewer  System  Improvement  Program 
Project  No.  CWWSIPFCDB01,  Sunset  Boulevard  Greenway  Phase  II  Irving  Street  to  Ulloa 
Street;  and 

WHEREAS,  On  December  5,  2014,  the  Planning  Department  determined  that  the  Project 
is  categorically  exempt  from  the  California  Environmental  Quality  Act  (CEQA)  Guidelines 
under  Section  15301,  Class  1  (Existing  Facilities);  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  Wastewater  Enterprise,  SSIP-funded  Contract  No.  WW-691,  Sunset  Boulevard 
Greenway  Phase  II  Irving  Street  to  Ulloa  Street,  in  the  amount  of  $2,572,35 1 ,  with  a  duration  of 
395  consecutive  calendar  days,  to  the  responsible  bidder  submitting  the  lowest  responsive  bid, 
Minerva  Construction,  Inc. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  July  23,  20f^ 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0143 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  advertised 
Wastewater  Enterprise  (WWE),  Renewal  and  Replacement  (R&R)  Program-funded  Conti  act  No. 
WW-695,  As-Needed  Sewer  Cleaning  and  Inspection  (FY20)  on  April  18,  2019;  and 

WHEREAS,  The  Engineer’s  Estimate  is  $2,200,000  for  this  construction  contract  work  to 
clean  and  inspect  existing  sewers,  on  an  as-needed  basis,  at  locations  to  be  determined 
throughout  San  Francisco;  and 

WHEREAS,  The  contract  duration  is  570  consecutive  calendar  days;  and 

WHEREAS,  Three  (3)  bids  were  received  and  opened  publicly  on  May  23,  2019;  and 

WHEREAS,  SFPUC  staff  and  Contract  Monitoring  Division  (CMD)  review  of  the  bids 
for  qualifications,  responsibility,  responsiveness,  and  application  of  bid  preferences  resulted  in 
the  establishment  of  Pipe  and  Plant  Solutions,  Inc.  as  the  responsible  bidder  submitting  the 
lowest  responsive  bid;  and 

WHEREAS,  The  CMD  established  a  Local  Business  Enterprise  (LBE)  subcontracting 
requirement  of  10%  for  this  contract,  and  the  contractor  committed  to  a  LBE  participation  of 
13.56%  with  its  bid  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City’s  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
responsible  bidder  with  the  next  lowest  responsive  bid,  or  re-bidding  of  the  contract  at  the 
discretion  of  the  City;  and 

WHEREAS,  Funds  are  available  from  Project  No.  10034564,  As-Needed  Sewer  Cleaning 
and  Inspection  (FY20);  and 

WHEREAS,  This  approval  does  not  fall  within  the  definition  of  a  project  under 
California  Environmental  Quality  Act  Guidelines  Section  15378(b)(4);  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  specifications  and 
awards  WWE,  R&R  Program-funded  Contract  No.  WW-695,  As-Needed  Sewer  Cleaning  and 
Inspection  (FY20),  in  the  amount  not  to  exceed  $1,747,550,  with  a  duration  of  570  consecutive 
calendar  days,  to  the  responsible  bidder  with  the  lowest  responsive  bid,  Pipe  and  Plant  Solutions, 
Inc. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  July  23,  2019^ 

(ft 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0144 


WHEREAS,  On  September  26,  2000,  by  Resolution  No.  00-0229,  the  San  Francisco 
Public  Utilities  Commission  (SFPUC)  adopted  the  Water  Enterprise  Environmental  Stewardship 
Policy  and  the  Alameda  Watershed  Management  Plan  and  initiated  the  Watershed  and 
Environmental  Improvement  Program  (WEIP)  to  more  proactively  manage,  protect,  and  restore 
environmental  resources  that  affect  or  are  affected  by  SFPUC  operations  and  as  part  of  this 
effort,  the  SFPUC  seeks  opportunities  to  protect  and  restore  critical  lands  in  the  Alameda  Creek 
Watershed;  and 

WHEREAS,  Acquisition  of  watershed  lands  upstream  and  downstream  of  reservoirs 
operated  by  the  SFPUC  will  protect  source  water  quality  and  native  species  and  their  habitats, 
consistent  with  the  Alameda  Watershed  Management  Plan;  and 

WHEREAS,  The  SFPUC  wishes  to  enter  into  a  Purchase  and  Sale  Agreement  for  Real 
Estate  (“Purchase  Agreement”)  to  purchase  for  $9,650,000  approximately  787  acres  within  five 
parcels  of  agricultural  land  located  southwest  of  the  SFPUC’ s  Calaveras  Reservoir  near  Weller 
Road,  in  the  Town  of  Sunol  in  Alameda  County  from  Barton  E.  Wool,  Brian  O.  Wool,  as  Trustee 
of  the  Jeffrey  B.  Wool  Living  Trust,  Scott  A.  Wool,  and  Sharon  J.  Wright,  as  tenants  in  common 
(“Seller”);  and 

WHEREAS,  The  five  parcels  are  identified  as  portions  of  Assessor  Parcel  Nos.  096- 
0090-006-04  (+/-83.63  acres),  096-0100-018-01  (+/-10  acres),  096-0100-018-02  (+/-550  acres), 
096-0100-019-02  (+/-123  acres),  and  096-0090-005-11  (+/-20  acres)  (the  “Property”);  and 

WHEREAS,  The  proposed  purchase  of  the  Property  offers  the  SFPUC  the  opportunity  to 
acquire,  restore,  preserve,  and  manage  watershed  lands  directly  adjacent  to  the  SFPUC’ s 
Alameda  Watershed  properties,  including  Calaveras  Reservoir;  and 

WHEREAS,  The  Seller  wishes  to  enter  into  the  Purchase  Agreement  with  the  SFPUC; 

and 

WHEREAS,  Mateo  Advisors  LLC,  a  MAI  appraiser,  determined  that  the  fair  market 
value  of  the  Property  on  October  1,  2018  was  $9,650,000,  and  the  appraisal  was  approved  by  the 
Director  of  Property  on  November  16,  2018;  and 

WHEREAS,  The  SFPUC  staff  anticipates  spending  up  to  $200,000  in  costs  for  property 
inspection,  environmental  studies,  property  survey,  and  other  due  diligence  work;  and 

WHEREAS,  Funds  for  the  purchase  of  the  Property  and  the  due  diligence  costs  are 
available  from  the  Watershed  and  Environmental  Improvement  Program  (WEIP)  Project 
No.  10015342  (Chart  of  Accounts  1005342  -  2956646  -  26220  -  15608  -  0006);  and 

WHEREAS,  On  July  3,  2019,  the  Planning  Department  determined  that  this  Agreement 
is  exempt  from  the  California  Environmental  Quality  Act  (CEQA)  Guidelines  under  Section 
15325,  Class  25  (Transfers  of  Ownership  in  Interest  in  Land  to  Preserve  Existing  Natural 
Conditions  and  Historical  Resources).  Section  15325  provides  an  exemption  for  the  transfers  of 


ownership  in  land  in  order  to  preserve  open  space,  habitat,  or  historical  resources.  This  includes 
the  acquisition,  sale  or  other  transfers  of  areas  to  preserve  the  existing  natural  conditions,  such  as 
plant  or  animal  habitats,  and  to  allow  continued  agricultural  use  of  the  areas;  now,  therefore,  be  it 

RESOLVED.  That  this  Commission  hereby  ratifies,  approves,  and  authorizes  all  actions 
heretofore  taken  by  any  City  official  in  connection  with  this  Purchase  Agreement;  and,  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  approves  the  terms  and 
conditions  of  this  Purchase  Agreement;  and,  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  and  directs  the 
SFPUC  General  Manager  to  execute  the  Purchase  Agreement  and  to  take  such  other  actions 
necessary  to  accomplish  the  direct  purchase  of  the  Property;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  SFPUC  General 
Manager  to  enter  into  any  amendments  or  modifications  to  this  Purchase  Agreement,  including, 
without  limitation,  the  exhibits  to  the  Purchase  Agreement,  that  the  General  Manager  determines, 
in  consultation  with  the  City  Attorney,  are  in  the  best  interest  of  the  City;  do  not  materially 
increase  the  obligations  or  liabilities  of  the  City;  are  necessary  or  advisable  to  effectuate  the 
purposes  and  intent  of  the  Purchase  Agreement  or  this  resolution;  and  are  in  compliance  with  all 
applicable  laws,  including  the  City  Charter. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  July  23,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

i-  RESOLUTION  NO.  19-0145 


WHEREAS,  The  Kansas  and  Marin  Streets  Sewer  System  Improvement  Project  (Project) 
is  part  of  the  Sewer  System  Improvement  Program  (SSIP)  and  aims  to  increase  the  wet-weather 
conveyance  capacity  of  the  sewer  collection  system  within  the  Islais  Creek  Watershed;  and 

WHEREAS,  On  May  12,  2015,  by  Resolution  No.  15-01 11,  this  Commission  approved  a 
prior  version  of  the  project  with  a  different  sewer  alignment  that  would  have  required  the  City  to 
obtain  a  sewer  easement  under  and  across  a  private  property,  and  because  negotiations  with  that 
private  property  owner  were  unsuccessful,  San  Francisco  Public  Utilities  Commission  (SFPUC) 
staff  has  developed  a  revised  project  description  for  Project  No.  CWWSIPCSSR03,  Kansas  and 
Marin  Streets  Sewer  System  Improvements,  with  a  new  tunnel  alignment  (Revised  Project);  and 

WHEREAS,  The  objective  of  the  Revised  Project  is  to  increase  the  wet-weather 
conveyance  for  combined  sewer  flows  within  the  Islais  Creek  Watershed  in  San  Francisco 
through  construction  of  an  auxiliary  sewer  tunnel,  pipe,  concrete  connection  structures,  and 
sewer  manhole  access  to  be  located  in  SFPUC  property  identified  as  Assessor's  Block  No.  4343, 
Lot  31  (Lot  31),  and  within  portions  of  the  San  Francisco  Public  Works  (SFPW)  maintenance 
yard  located  at  2323  Cesar  Chavez  in  San  Francisco;  and 

WHEREAS,  The  engineer’s  estimate  for  the  Revised  Project  is  $14,000,000  and  the 
estimated  date  for  contract  advertisement  is  December  2019;  and 

WHEREAS,  If  the  Commission  approves  the  Revised  Project,  SFPUC  staff  will  proceed 
to  negotiate  and  execute  a  Memorandum  of  Understanding  with  SFPW  governing  the  SFPUC’ s 
use  of  portions  of  the  SFPW  maintenance  yard  for  the  Revised  Project;  and 

WHEREAS,  If  the  Commission  approves  the  Revised  Project,  SFPUC  staff  will  begin 
real  estate  negotiations  with  lessees  and/or  licensees  on  Lot  3 1  and  begin  clearing  unauthorized 
encroachments  in  Lot  3 1  and  will  return  to  Commission  for  any  necessary  real  estate  action 
approvals  at  a  future  date;  and 

WHEREAS,  On  June  3,  2019  the  Planning  Department  determined  that  the  proposed 
project  is  categorically  exempt  from  the  California  Environmental  Quality  Act  (CEQA) 
Guidelines  under  Section  15303,  Class  3  (New  Construction  or  Conversion  of  Small  Structures).; 
now  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  Revised  Project  No. 
CWWSIPCSSR03,  Kansas  and  Marin  Streets  Sewer  System  Improvements  that  supersedes  the 
project  configuration  previously  approved  by  Commission  Resolution  No.  15-01 11. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  July  23,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


19-0146 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  have 
developed  a  project  description  for  Project  No.  CWWSIPCSSR1 1,  Cargo  Way  Sewer  Box  Odor 
Reduction  (the  “Project”);  and 

WHEREAS,  The  objective  of  the  Project  is  to  alleviate  odors  from  the  existing  large¬ 
sized  sewers  located  along  Cargo  Way  between  Mendell  and  Third  Streets,  and  along  Third 
Street,  between  Cargo  Way  and  Custer  Avenue  in  San  Francisco’s  Bayview  neighborhood;  and 

WHEREAS,  The  Project  would  construct  a  flushing  line  to  convey  effluent  from  the 
Islais  Creek  Booster  Station  to  the  existing  sewers  located  on  Cargo  Way  and  the  resulting 
supplemental  flow  would  facilitate  sediment  transport  to  the  Southeast  Water  Pollution  Control 
Plant  (SEP),  thereby  reducing  collection  system  odors  inside  the  existing  sewers;  and 

WHEREAS,  The  Engineer’s  Estimate  for  the  Project  is  $3,500,000  and  SFPUC  staff 
anticipate  advertising  the  construction  contract  in  the  fall  of  2019;  and 

WHEREAS,  On  May  30,  2019  the  Planning  Department  determined  that  this  project  is 
categorically  exempt  from  the  California  Environmental  Quality  Act  (CEQA)  Guidelines  Section 
1530,  Class  1  (Existing  Facilities);  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Project  No.  CWWSIPCSSR1 1, 
Cargo  Way  Sewer  Box  Odor  Reduction  Project. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  July  23,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


19-0147 


WHEREAS,  The  2013  Rim  Fire  severely  burned  and  denuded  the  slopes  of  vegetation 
above  the  Early  Intake  Switchyard,  which  subsequently  began  experiencing  a  high  rate  of  rock 
falls  and  debris  flows,  which  may  cause  damage  to  the  switchyard  and  loss  of  power 
transmission  capability  to  the  City;  and 

WHEREAS,  The  2013  Rim  Fire  was  declared  a  major  federal  disaster,  which  enabled  the 
State  of  California  to  be  eligible  to  apply  for  Hazard  Mitigation  Grant  Program  (HMGP)  funds 
from  the  Federal  Emergency  Management  Agency  (FEMA);  and 

WHEREAS,  In  2016,  the  San  Francisco  Public  Utilities  Commission  (SFPUC) 
submitted,  through  the  California  Governor’s  Office  of  Emergency  Services  (Cal  OES),  a  sub¬ 
application  (FEMA-4158-DR-CA,  Project  #0272,  FIPS#075-00000)  for  a  Hazard  Mitigation 
Grant  from  FEMA  to  help  fund  the  implementation  of  the  Early  Intake  Slope  Stabilization 
project  (the  Project)  to  reduce  the  risk  of  slope  hazards,  which  may  cause  damage  to  the  Early 
Intake  Switchyard  and  loss  of  power  transmission  capability  to  the  City;  and 

WHEREAS,  In  June  2016,  FEMA  awarded  SFPUC,  through  Cal  OES,  a  grant  in  the 
amount  of  $404,208  in  federal  funds  for  Pre-award  and  Phase  One  work  on  the  Project;  and 

WHEREAS,  On  February  28,  2017,  through  Resolution  No.  55-17,  the  San  Francisco 
Board  of  Supervisors  authorized  the  General  Manager  of  the  SFPUC  to  accept  and  expend  up  to 
$404,208  of  grant  funding  through  the  HMGP  for  Pre-award  and  Phase  One  work  on  the  Project; 
and 

WHEREAS,  Pre-award  and  Phase  One  work  on  the  Project  is  now  complete;  and 

WHEREAS,  In  August  2018,  FEMA  approved  grant  funding  through  the  HMGP  in  the 
amount  of  $488,259  for  Phase  Two  (construction)  of  the  Project;  and 

WHEREAS,  The  estimated  cost  of  the  overall  Project  is  $2,800,000;  and 

WHEREAS,  In  addition  to  the  grant  funds,  funds  for  Pre- Award,  Phase  One,  and  Phase 
Two  work  are  available  from  Hetchy  Capital  Improvement  Project  No.  CUH101  Hetchy  Water  - 
Power  Infrastructure;  now  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager  of  the 
SFPUC  to  request  approval  from  the  Board  of  Supervisors  to  accept  and  expend  Hazard 
Mitigation  Grant  funds  from  the  Federal  Emergency  Management  Agency  in  the  amount  not  to 
exceed  $488,259  for  Phase  2  of  the  Early  Intake  Slope  Stabilization  project. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  July  23,  2019. 


Secretary,  Public  Utilities  Commission 


. 


\ 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0148 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  advertised  Job 
Order  Contract  (JOC)  No.  JOC-78R,  Micro-LBE  Set  Aside,  General  Engineering  (A-  License), 
for  San  Joaquin,  Stanislaus,  and  Tuolumne  Counties  on  May  31,  2019;  and 

WHEREAS,  The  not-to-exceed  amount  is  $2,000,000,  with  a  guaranteed  minimum 
amount  of  $50,000,  for  this  construction  contract  to  accomplish  General  Engineering 
construction  work  for  all  SFPUC  Enterprise  Operations  and  Bureaus;  and 

WHEREAS,  The  contract  duration  is  two  (2)  years;  and 

WHEREAS,  This  Contract  does  not  constitute  as  a  project  under  the  California 
Environmental  Quality  Act  (CEQA)  Guidelines  Section  15378  and  no  task  order  will  be 
approved  for  construction  until  the  appropriate  environmental  review  is  completed;  and 

WHEREAS,  The  work  under  this  JOC  has  been  competitively  bid  and  the  basis  of 
selecting  a  contractor  is  the  responsible  bidder  with  the  lowest  responsive  bid  for  the  work 
under  these  subsequent  Task  Orders;  and 

WHEREAS,  One  (1)  bid  was  received  and  opened  on  June  13,  2019;  and 

WHEREAS,  SFPUC  and  Contract  Monitoring  Division  (CMD)  staff  reviewed  the  bids 
for  qualifications,  responsibility,  and  responsiveness,  and  this  review  resulted  in  the  selection 
of  Peterson  Excavation,  Inc.  as  the  sole  responsible  bidder  with  a  responsive  bid;  and 

WHEREAS,  Despite  additional  outreach  to  previous  bidders,  only  one  bid  was 
received,  and  based  on  the  results  of  the  outreach  efforts,  the  General  Manager  finds  that 
neither  further  outreach  efforts  nor  modification  of  the  requirements  would  likely  result  in 
more  than  one  bid  at  bid  prices  substantially  lower  than  the  bid  price  received  and  therefore 
recommends  award  to  the  sole  bidder,  Peterson  Excavation,  Inc.;  and 

WHEREAS,  The  Award  Criteria  Figure  from  Peterson  Excavation,  Inc.  was  1.3855; 

and 

WHEREAS,  CMD’s  subcontracting  participation  requirement  and  bid  discount  do  not 
apply  to  Micro  Local  Business  Enterprise  (LBE)  Set  Aside  Contracts;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City’s  Administrative  Code  either  at  the 
time  of  the  award,  or  within  two  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  a  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to 
the  responsible  bidder  with  the  next  lowest  responsive  bid,  or  in  re-bidding  of  the  contract  at 
the  discretion  of  the  City;  and 


WHEREAS,  Funds  will  be  available  from  various  SFPUC  Enterprise  funds  when  Task 
Orders  are  issued;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  awards  Job  Order  Contract  No.  JOC-78R,  Micro-LBE  Set  Aside, 
General  Engineering  (A-License)  for  San  Joaquin,  Stanislaus,  and  Tuolumne  Counties  for  work  to  be  performed  under 
future  Task  Orders  which  will  identify  the  Scope  of  Work,  Cost,  and  Schedule  of  various  discrete  construction  activities 
for  a  not-to-  exceed  amount  of  $2,000,000,  with  a  minimum  guaranteed  amount  of  $50,000,  and  a  duration  ot  two  (2) 
years  to  the  sole  responsible  bidder  with  the  sole  responsive  bid,  Peterson  Excavation,  Inc. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public 
Utilities  Commission  at  its  meeting  of  July  23,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  19-0149 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  has  identified 
future  water  supply  needs  to  serve  customers  of  the  Regional  Water  System  through  the  2040 
planning  horizon;  and 

WHEREAS,  The  Alameda  County  Water  District  (ACWD)  is  a  Wholesale  Customer  of 
the  SFPUC;  and 

WHEREAS,  ACWD  and  SFPUC  participate  in  the  Bay  Area  Regional  Reliability 
(BARR)  consortium  of  Bay  Area  water  providers,  which  together  created  a  Drought 
Contingency  Plan  (DCP),  which  includes  a  list  of  water  supply  reliability  projects  with  identified 
regional  benefits;  and 

WHEREAS,  The  BARR  DCP  specifically  identifies  potential  potable  reuse,  also  referred 
to  as  purified  water,  projects  involving  a  partnership  between  ACWD,  SFPUC,  and  Union 
Sanitary  District  (USD);  and 

WHEREAS,  The  SFPUC,  ACWD,  and  USD  desire  to  enter  into  a  Cost  Sharing 
Agreement  to  conduct  a  joint  purified  water  feasibility  evaluation  (Feasibility  Study)  to  study  the 
potential  for  purified  water  supply  concepts  and  to  share  the  costs  of  the  consultant  services  to 
conduct  the  Feasibility  Study;  and 

WHEREAS,  The  proposed  Feasibility  Study  presents  an  opportunity  to  explore  new 
potable  reuse  or  purified  water  concepts  that  have  not  previously  been  contemplated;  and 

WHEREAS,  The  estimated  cost  of  consultant  services  to  conduct  the  Feasibility  Study  is 
$850,000,  with  ACWD  and  the  SFPUC  each  contributing  $377,500  and  USD  contributing 
$95,000  toward  the  Feasibility  Study;  and 

WHEREAS,  Consultant  services  to  conduct  the  study  are  anticipated  to  begin  in  July 
2019  and  end  in  July  2021,  and  the  total  duration  of  the  Cost  Sharing  Agreement  shall  have  a 
term  of  no  more  than  30  months  expiring  December  202 1 ;  and 

WHEREAS,  Funds  for  the  Cost-Share  Agreement  will  be  available  at  the  time  of 
execution  of  the  agreement  from  Project  No.  10015089  -  Water  Supply  and  Storage  Program 
(Regional);  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager  of  the  San 
Francisco  Public  Utilities  Commission  to  negotiate  and  execute  a  Cost-Sharing  Agreement  with 
the  Alameda  County  Water  District  and  Union  Sanitary  District  in  substantially  the  form  on  tile 
with  the  Commission  Secretary,  for  consulting  services  to  conduct  a  joint  purified  water 
feasibility  evaluation  for  an  amount  not  to  exceed  $377,500,  and  with  a  total  duration  of  thirty 
(30)  months. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  July  23,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  19-0150 


WHEREAS,  Charter  Section  8B.127  authorizes  this  Commission  to  enter  into  project 
labor  agreements  with  appropriate  building  and  construction  trades  councils  “[i]n  order  to 
promote  labor  stability  and  to  ensure  the  Capital  Improvement  Program  is  completed 
expeditiously  and  efficiently”;  and 

WHEREAS,  On  March  27,  2007,  by  Resolution  No.  07-0044,  based  upon  the  findings  of 
the  March  28,  2006  report  titled  Staff  Evaluation  of  Project  Labor  Agreement  of  the  Water 
System  Improvement  Program  and  the  companion  Resolution  No.  06-0049,  this  Commission 
authorized  the  San  Francisco  Public  Utilities  Commission  (“SFPUC”)  General  Manager  to  enter 
into  the  Water  System  Improvement  Program  (“WSIP”)  Project  Labor  Agreement  (“PLA”  or 
“Agreement”)  with  the  signatory  unions,  which  was  approved  and  duly  executed  by  the  parties; 
and 


WHEREAS,  On  September  23,  2008,  by  Resolution  No.  08-0170,  this  Commission 
approved  Addendum  No.  1  of  the  Agreement,  which  extended  the  Agreement  to  the  SFPUC 
Advanced  Meter  Infrastructure  project;  and 

WHEREAS,  On  May  10,  2016,  by  Resolution  No.  16-0090,  this  Commission  approved 
the  Sewer  System  Improvement  Program  (“SSIP”)  and  the  Auxiliary  Water  Supply  System 
(“AWSS”)  Pumping  Station  2  Construction  Project  Extension  Agreement  (“Extension 
Agreement”)  which  applied  the  terms  of  the  Agreement,  as  modified  in  that  Extension 
Agreement,  to  certain  SSIP  projects  and  the  AWSS  Pumping  Station  2  project;  and 

WHEREAS,  Section  18.2  of  the  Agreement  provides  that  the  parties  may  agree  to  extend 
the  PLA  to  additional  SFPUC  capital  projects  where  the  SFPUC  determines  that  extending  the 
Agreement  to  further  projects  would  meet  one  or  more  legitimate  governmental  interests;  and 

WHEREAS,  Staff  conducted  the  attached  due  diligence  investigation  dated  July  1,  2019, 
and  concluded  that  extending  the  PLA  to  the  following  seven  significant  SFPUC  capital  projects 
meets  one  or  more  legitimate  governmental  interests:  Harding  Park  Recycled  Water  Project,  Bay 
Corridor  Transmission  and  Distribution  Project,  Sunol  Long  Term  Improvements  Watershed 
Center  Project,  Auxiliary  Water  Supply  System  Pipeline  Improvements  Projects,  Southeast 
Community  Center  Project  at  1550  Evans,  Treasure  Island  Wastewater  Treatment  Plant  Project, 
and  Mountain  Tunnel  Improvement  Project;  and 

WHEREAS,  The  parties  to  the  Agreement  desire  to  enter  into  the  Second  Addendum  to 
the  Agreement,  a  copy  of  which  is  on  file  with  the  Commission  Secretary,  to  (1)  extend  the 
Agreement  to  the  aforementioned  seven  projects,  (2)  update  certain  provisions  to  be  consistent 
with  terms  in  the  SSIP  Extension  Agreement,  and  (3)  authorize  the  SFPUC  General  Manager, 
with  the  approval  of  the  PLA’s  Joint  Administrative  Committee  (“JAC”),  to  add  additional 
projects  to  the  PLA  upon  submission  of  a  written  due  diligence  report  using  the  template 
provided  in  Appendix  I  attached  to  the  Second  Addendum;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  approves  and  incorporates  herein  by  reference  the 
due  diligence  report  dated  July  1,  2019,  recommending  that  the  following  seven  additional 
significant  SFPUC  capital  projects  be  added  to  the  WSIP  PLA  for  the  reasons  set  forth  in  that 
report:  the  Harding  Park  Recycled  Water  Project,  Bay  Corridor  Transmission  and  Distribution 
Project,  Sunol  Long  Term  Improvements  Watershed  Center  Project,  Auxiliary  Water  Supply 
System  Pipeline  Improvements  Projects,  Southeast  Community  Center  Project  at  1550  Evans, 
Treasure  Island  Wastewater  Treatment  Plant  Project,  and  Mountain  Tunnel  Improvement 
Project;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  authorizes  the  SFPUC  General  Manager 
to  execute  the  Second  Addendum  to  the  WSIP  PLA  in  substantially  the  torm  on  file  with  the 
Commission  Secretary  to  (1)  add  the  seven  aforementioned  projects,  (2)  update  certain  terms  of 
the  WSIP  PLA  to  be  consistent  with  terms  in  the  SSIP  Extension  Agreement,  and  (3)  authorize 
the  SFPUC  General  Manager,  with  the  approval  of  the  JAC,  to  add  additional  SFPUC  capital 
projects  to  the  PLA  without  requiring  Commission  approval  or  formal  amendments  of  the  PLA; 
and  be  it 

FURTHER  RESOLVED,  That  this  Commission  approves  and  ratifies  the  prior  actions  of 
the  General  Manager,  with  the  concurrence  of  the  PLA’s  JAC,  extending  the  PLA  to  the  Harding 
Park  Recycled  Water  Project,  the  Bay  Corridor  Transmission  and  Distribution  Project,  the  Sunol 
Long  Term  Improvements  Watershed  Center  Project,  and  the  Southeast  Community  Center 
Project  at  1550  Evans. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  July  23,  2019. 


Secretary,  Public  Utilities  Commission 


San  Francisco 

Water  ower  Sewer 

Services  of  the  San  Francisco  Public  Utilities  Commission 


San  Francisco  public  utilities  Commission 

City  and  County  of  San  Francisco 

London  N.  Breed 

Mayor 
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Gavel-to-Gavel  coverage  available  at: 
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Accessible  Meeting  Policy  The  San  Francisco  Public  Utilities  Commission  meeting  will  be  held  in  Room  400, 
at  1  Dr.  Carlton  B.  Goodlett  Place  (400  Van  Ness  Ave.),  San  Francisco,  CA.  The  closest  accessible  BART 
station  is  the  Civic  Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible  MUNI  lines  serving  this 
location  are:  MUNI  Metro  Lines  J-Church,  K-Ingleside,  L-Taraval,  M-Ocean  View,  N-Judah  and  T-Third  at  Van 
Ness  and  Civic  Center  Stations;  F-Market;  19-Polk,  47-Van  Ness;  49-Mission-Van  Ness;  5-Fulton;  6-Parnassus, 
21-Hayes;  9-San  Bruno;  and  7-Haight  Noriega.  For  information  about  MUNI  accessible  services  call  701 .4485. 

The  meeting  room  is  wheelchair  accessible.  Accessible  curbside  parking  spaces  have  been  designated  on  the 
Van  Ness  Avenue  and  McAllister  Street  perimeters  of  City  Hall  for  mobility-impaired  persons.  There  is 
accessible  parking  available  within  the  Civic  Center  Underground  Parking  Garage  at  the  corner  of  McAllister 
and  Polk  Streets,  and  within  the  Performing  Arts  Parking  Garage  at  Grove  and  Franklin  Streets. 

To  obtain  a  disability-related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain  meeting 
materials  in  alternative  format,  please  contact  Donna  Hood  at  415.554.3165.  Providing  at  least  72  hours  notice 
will  help  to  ensure  availability.  Written  reports  or  background  materials  for  calendar  items  are  available  for 
public  inspection  and  copying  at  525  Golden  Gate  Ave.,  13th  Floor  during  regular  business  hours  and  are 
available  on-line  at  http://www. sfwater.org/index. aspx?paqe=1 67. 

To  assist  the  City’s  efforts  to  accommodate  persons  with  severe  allergies,  environmental  illnesses,  multiple 
chemical  sensitivity  or  related  disabilities,  attendees  at  public  meetings  are  reminded  that  other  attendees  may 
be  sensitive  to  various  chemical  based  products.  Please  help  the  City  to  accommodate  these  individuals. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are  prohibited 
at  this  meeting.  Please  be  advised  that  the  President  may  order  the  removal  from  the  meeting  room  of  any 
person(s)  responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other  similar  sound-producing 
electronic  devices. 

Know  Your  Rights  Under  the  Sunshine  Ordinance:  Government's  duty  is  to  serve  the  public,  reaching  its 
decision  in  full  view  of  the  public.  Commissions,  boards,  councils  and  other  agencies  of  the  City  and  County 
exist  to  conduct  the  people's  business.  This  ordinance  assures  that  deliberations  are  conducted  before  the 
people  and  that  City  operations  are  open  to  the  people's  review.  For  more  information  on  your  rights  under 
the  Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance,  contact  Administrator,  by  mail  to  Sunshine 
Ordinance  Task  Force,  1  Dr.  Carlton  B.  Goodlett  Place,  Room  244,  San  Francisco,  CA  94102.4689;  by 
phone  at  554.7724;  by  fax  at  554.7854;  or  by  email  at  sotf@sfgov.org. 

Copies  of  the  Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San 
Francisco  Public  Library  and  on  the  City’s  website  at  http://www.sfgov.org. 


H  311  Free  Language  Assistance  /  Ayuda  gratuita  con  el  idioma  /  EecruiaTHaa  noMOigb 

nepeBOflHHKOB  /  Tra  giup  Thong  dich  Mi§n  phi  /  Assistance  linguistique  gratuite  /  /  -t-eL  ui  0-)  / 

/en'TiftT  fimaa  WNfTH'"lemvbji>  cTuenltfip  in/LibrengtulongparasawikangTagalogmviaQ 


Lobbyist  Registration  and  Reporting  Requirements:  Individuals  and  entities  that  influence  or  attempt  to 
influence  local  legislative  or  administrative  action  may  be  required  by  the  San  Francisco  Lobbyist  Ordinance  [SF 
Campaign  &  Governmental  Conduct  Code  §2.100]  to  register  and  report  lobbying  activity.  For  more  information 
about  the  Lobbyist  Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van  Ness  Avenue, 
Suite  220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax  (415)  252-3112;  web  site  at 
www.sfqov.org/ethics. 

CEQA  Appeal  Rights  under  Chapter  31  of  the  San  Francisco  Administrative  Code  If  the  Commission’s 
action  on  a  project  constitutes  the  Approval  Action  for  that  project  (as  defined  in  S.F.  Administrative  Code 
Chapter  31,  as  amended,  Board  of  Supervisors  Ordinance  Number  161-13),  then  the  CEQA  determination 
prepared  in  support  of  that  Approval  Action  is  thereafter  subject  to  appeal  within  the  time  frame  specified  in  S.F. 
Administrative  Code  Section  31.16.  Typically,  an  appeal  must  be  filed  within  30  calendar  days  of  the  Approval 
Action  for  a  project  that  has  received  an  exemption  or  negative  declaration  pursuant  to  CEQA.  For  information 
on  filing  an  appeal  under  Chapter  31,  contact  the  Clerk  of  the  Board  of  Supervisors  at  City  Hall,  1  Dr.  Carlton  B. 
Goodlett  Place,  Room  244,  San  Francisco,  CA  94102,  or  call  (415)  554-5184.  If  the  Planning  Department’s 
Environmental  Review  Officer  has  deemed  a  project  to  be  exempt  from  further  environmental  review,  an 
exemption  determination  has  been  prepared  and  can  be  obtained  on-line  at  http://www.sf- 
planninq.orq/index.aspx?paqe=3447.  Under  CEQA,  in  a  later  court  challenge,  a  litigant  may  be  limited  to  raising 
only  those  issues  previously  raised  at  a  hearing  on  the  project  or  in  written  correspondence  delivered  to  the 
Board  of  Supervisors,  Planning  Commission,  Planning  Department  or  San  Francisco  Public  Utilities 
Commission  at,  or  prior  to,  such  hearing,  or  as  part  of  the  appeal  hearing  process  on  the  CEQA  decision. 


ORDER  OF  BUSINESS 


1 .  Call  to  Order 

2.  Roll  Call 

3.  Approval  of  the  Minutes  of  July  23,  2019 

4.  General  Public  Comment  (discussion  only) 

Members  of  the  public  may  address  the  Commission  on  matters  that  are 
within  the  Commission’s  jurisdiction  and  are  not  on  today’s  agenda. 

5.  Communications  (discussion  only) 

a)  Advance  Calendar 

b)  Correspondence  Log 

c)  Contract  Advertisement  Report 

d)  Sewer  Inspection  and  Replacement  Program  Update 

e)  Water  Supply  Conditions  Update 

f)  Water  System  Improvement  Program  Status  of  Construction  Change 
Orders 

6.  Report  of  the  General  Manager  (discussion  only) 

a)  Bay  Delta  Water  Quality  Control  Plan  Update 

b)  CleanPowerSF  Update 

c)  Quarterly  Audit  and  Performance  Review  Report 

i.  City  and  County  of  San  Francisco  Basic  Financial  Statements  and 
Single  Audit  Report:  FY  2017-18 

ii.  CleanPowerSF  Triennial  Data  Privacy  Audit  Report 

iii.  Community  Benefits,  Phase  III:  Agency-wide  Community  Benefits 
Evaluation  Framework 

iv.  Health  and  Safety  Program  Performance  Assessment,  Phase  III 

v.  Royalties  Lease  Administration  Audit:  Oliver  De  Silva,  Inc. 

d)  Water  Enterprise  Capital  Improvement  Program  Quarterly  Report 

e)  Water  System  Improvement  Program  Local  and  Regional  Quarterly 
Reports 

f)  Report  on  Recent  San  Francisco  Public  Utilities  Commission  Activities, 
Events  and  Announcements 

7.  Other  Commission  Business  (discussion  only) 

The  following  matters  before  the  San  Francisco  Public  Utilities  Commission  are 
recommended  for  action  as  stated  by  the  General  Manager  and  City  Attorney, 
where  applicable.  Explanatory  documents  provided  to  the  Commission  in 
connection  with  this  agenda  are  available  for  public  inspection  and  copying  at 
the  Office  of  the  Commission  Secretary,  525  Golden  Gate  Avenue,  13th  Floor, 
San  Francisco,  CA  94102;  Telephone:  (415)  554-3165;  Fax:  (415)  554-3424; 
and  are  available  on-line  at  http://www. sfwater. org/index. aspx?paae=167 


CONSENT  CALENDAR 


8.  All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to  be 
routine  by  the  San  Francisco  Public  Utilities  Commission  and  will  be  acted  upon 
by  a  single  vote  of  the  Commission.  There  will  be  no  separate  discussion  of 
these  items  unless  a  member  of  the  Commission  or  the  public  so  requests,  in 
which  event  the  matter  will  be  removed  from  the  Calendar  and  considered  as  a 
separate  item. 


a) 

190151 

b) 

130152 


c) 

190153 


d) 

190159 


130154  e) 


Approve  Amendment  No.  2  to  Agreement  No.  PRO. 0029,  Project  Pull 
Internship  Services,  with  the  Japanese  Community  Youth  Council,  to 
continue  providing  administrative  services  and  technical  assistance  for  the 
Project  Pull  Internship  Program;  and  authorize  the  General  Manager  to 
execute  this  amendment,  increasing  the  agreement  by  $800,000  for  a  total 
contract  amount  not-to-exceed  $3,300,000,  with  no  change  to  the  contract 
duration.  (How) 

Approve  the  selection  of  Carollo  Engineers,  Inc. /Water  Resources 
Engineering,  Inc.  Joint  Venture  (Carollo/WRE  JV);  award  Agreement  No. 
PRO.0118,  Water  Resources  Professional  Services,  to  provide  specialized 
and  technical  services  for  water  resources  management,  conservation 
planning  and  program  support  for  the  Water  Resources  Division  of  the 
Water  Enterprise;  and  authorize  the  General  Manager  to  negotiate  and 
execute  a  professional  services  agreement  with  Carollo/WRE  JV  for  an 
amount  not-to-exceed  $4,000,000,  and  with  a  duration  of  five  years. 

(Ritchie) 

Approve  the  selection  of  Dr.  Gary  Brierly  (DBA  Doctor  Mole  Incorporated), 
Dr.  Youssef  Hashash,  and  Mr.  Frank  Rollo  (DBA  Frank  L.  Rollo,  Consulting 
Geotechnical  Engineer);  award  Agreement  Nos.  PRO.0137.A-C,  Tunnel 
Technical  Advisory  Panel  Services,  to  Dr.  Gary  Brierly  (PRO.0137.A),  Dr. 
Youssef  Hashash  (PRO. 0137. B),  and  Mr.  Frank  L.  Rollo  (PRO. 0137. C),  to 
provide  technical  advisory  services  for  San  Francisco  Public  Utilities 
Commission  tunnel  projects  on  an  as-needed  basis;  and  authorize  the 
General  Manager  to  negotiate  and  execute  three  professional  services 
agreements,  each  with  a  duration  of  four  years,  in  amounts  not-to-exceed 
$200,000  for  PRO. 137. A,  $250,000  for  PRO. 137. B,  and  $200,000  for 
PRO. 0137. C.  (How) 

Approve  an  increase  in  the  amount  of  $4,316,159  to  the  existing  contract 
cost  contingency,  and  an  increase  of  220  calendar  days  (approximately 
seven  months)  to  the  existing  contract  duration  contingency,  for  Contract 
No.  WD-2729,  Fish  Passage  Facilities  within  the  Alameda  Creek 
Watershed,  a  sub-project  of  the  Calaveras  Dam  Replacement  Project;  and 
authorize  the  General  Manager  to  approve  future  modifications  to  the 
contract  for  a  total  contract  amount  of  up  to  $44,757,805  and  a  total  contract 
duration  of  up  to  1 ,289  consecutive  calendar  days  (approximately  three 
years  and  seven  months).  (How) 

Approve  an  increase  in  the  amount  of  $600,000  to  the  existing  contract  cost 
contingency  and  an  increase  of  30  calendar  days  to  the  existing  contract 


f) 

130155 


g) 

130158 


h) 

130157 


i) 


130158 


duration  contingency  for  Contract  No.  WD-2794A,  Sunol  Long  Term 
Improvements  Sunol  Yard;  and  authorize  the  General  Manager  to  approve 
future  modifications  to  the  contract  for  a  total  contract  amount  of  up  to 
$37,054,700  and  a  total  contract  duration  of  up  to  986  consecutive  calendar 
days  (approximately  two  years  and  nine  months).  (How) 

Approve  an  increase  in  the  amount  of  $400,000  to  the  existing  construction 
contract  cost  contingency  and  an  increase  of  250  calendar  days 
(approximately  eight  months)  to  the  existing  contract  duration  contingency 
for  Contract  No.  WD-2809,  San  Francisco  Groundwater  Supply  Phase  2; 
and  authorize  the  General  Manager  to  approve  future  modifications  to  the 
contract  for  a  total  contract  amount  of  up  to  $1 1 , 1 58,000  and  a  total  contract 
duration  of  up  to  1 ,075  consecutive  calendar  days  (approximately  three 
years).  (How) 

Ratify  correction  to  the  contract  duration  approved  on  April  9,  2019  in 
Resolution  No.  19-0069  for  Contract  No.  WD-2850(I),  Crystal  Springs/San 
Andreas  Pipeline  Erosion  Repair  at  OW-13  and  OW-18,  to  state  that 
Modification  No.  2  (Final)  increased  the  contract  duration  by  22  days  for  a 
final  total  duration  of  1 12  consecutive  calendar  days  (approximately  four 
months).  (How) 

Accept  the  work  performed  by  Kone,  Inc.  for  Contract  No.  WW-597, 
Wastewater  Enterprise  Elevator  Maintenance;  approve  Modification  No.  2 
(Final),  decreasing  the  contract  amount  by  $59,842,  for  a  total  contract 
amount  of  $537,127  and  with  a  total  contract  duration  of  1,196  consecutive 
calendar  days  (approximately  three  years  and  four  months);  and  authorize 
final  payment  to  the  Contractor.  (Norby) 

Accept  work  performed  by  Pipe  &  Plant  Solutions,  Inc.  for  Contract  No. 
WW-658,  As-Needed  Cleaning  and  Inspection  of  Large  Sewers;  approve 
Modification  No.  4  (Final)  decreasing  the  contract  amount  by  $21 ,405  and 
decreasing  the  contract  duration  by  326  consecutive  calendar  days 
(approximately  eight  months),  for  a  total  contract  amount  of  $2,941 ,989  and 
a  total  contract  duration  of  604  consecutive  calendar  days  (approximately 
one  year  and  eight  months);  and  authorize  final  payment  to  the  contractor. 

(How) 


REGULAR  CALENDAR 


9.  Adopt  the  Final  Mitigated  Negative  Declaration  (FMND),  the  Mitigation 

Monitoring  and  Reporting  Program  (MMRP),  and  the  Findings  as  required  by  the 
California  Environmental  Quality  Act  (CEQA)  for  the  Montara  Mountain 
180180  Rainfall  Prediction  and  Radio  Replacement  Project;  approve  Montara 

'  >L  Mountain  Rainfall  Prediction  and  Radio  Replacement  Project  to  install  a  weather 
radar  and  communications  tower  on  Montara  Mountain;  adopt  the  required 
CEQA  Findings,  FMND  and  MMRP;  and  authorize  the  General  Manager  to 
implement  the  Project.  This  action  constitutes  the  Approval  Action  for  the  project 
for  the  purposes  of  the  CEQA,  pursuant  to  Section  31 .04(h)  of  the  San 
Francisco  Administrative  Code.  (Ritchie) 


10. 

190161 


Approve  the  Revised  Water  Supply  Assessment  for  the  proposed  Potrero 
Power  Station  Project,  pursuant  to  the  State  of  California  Water  Code  Section 
10910  et  seq.,  California  Environmental  Quality  Act  (CEQA)  Section  21151 .9, 
and  CEQA  Guidelines  Section  15155.  (Ritchie) 


1 1 .  Public  Comment  on  matters  to  be  addressed  during  Closed  Session 

12.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters 
listed  below  as  Conference  with  Legal  Counsel 

The  Commission  will  go  into  Closed  Session  to  discuss  the  following  items: 


13.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1)  (Gessner) 

Existing  Litigation 

Abuon  Mayen  v.  City  and  County  of  San  Francisco,  et  al. 

San  Francisco  Superior  Court  No.  CGC-1 8-566751  /  Date  Filed:  March  3,  2018 
Proposed  settlement  of  lawsuit  with  plaintiffs  release  of  lawsuit  and  the  City  to 
pay  plaintiff  $225,000. 

14.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (2)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (2)  (Gessner) 

Existing  Unlitigated  Claim 

Federal  Insurance  Co.  a/s/o/  CCT  Enterprise  v.  City  and  County  of  San 
Francisco 

130163  Unlitigated  File  No.  19-01921 

Proposed  settlement  of  claim  with  claimant’s  release  of  all  claims  and  the  City  to 
pay  claimant  $47,766.59. 

15.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (2)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (2)  (Gessner) 

Existing  Unlitigated  Claim 

Property  &  Casualty  Insurance  Co.  of  Flartford  v.  City  and  County  of  San 
Francisco 

Unlitigated  File  No.  19-00629 

Proposed  settlement  of  claim  with  claimant’s  release  of  all  claims  and  the  City  to 
pay  claimant  $72,273. 

Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (2)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (2)  (Gessner) 

Existing  Unlitigated  Claim 

The  Mint  Collection  FIOA  v.  City  and  County  of  San  Francisco 
Unlitigated  File  No.  19-00585 


130164 

16. 

130165 
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Proposed  settlement  of  claim  with  claimant’s  release  of  all  claims  and  the  City  to 
pay  claimant  $35,147.30. 


17.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1)  (Gessner) 


0166 


Existing  Litigation 

The  Roman  Catholic  Archbishop  of  San  Francisco,  et  al.  v.  City  and  County  of 
San  Francisco  et  al. 

United  States  District  Court  Northern  District  13-CV-2220  MEJ  /  Date  Filed-  April 
11, 2013 

Proposed  settlement  of  lawsuit  and  the  City’s  claim  against  co-defendant  U.S. 
Pipe,  with  U.S.  Pipe  to  pay  the  City  $913,970. 


18.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1 )  (discussion  only)  (Mueller) 

Existing  Litigation 

Pacific  Gas  &  Electric  Corporation 

Case  No.  19-30088/Date  Filed:  January  29,  2019 

Case  No.  19-30089/Date  Filed:  January  29,  2019 

United  States  Bankruptcy  Court,  Northern  District  of  California 


19.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section 
67.10(d)  (1 )  (discussion  only)  (Mueller) 

Existing  Litigation 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company,  Docket 
No.  ELI  9-38-000/Date  Filed:  January  28,  2019  Federal  Energy  Regulatory 
Commission 


20.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1 )  (discussion  only)  (Mueller) 

Existing  Litigation 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Federal  Energy 
Regulatory  Commission  Complaint  under  Sections  206  and  306  of  the  Federal 
Power  Act. 

Case  No.  ELI  5-3-000/Date  Filed:  October  9,  2014 

Following  Closed  Session,  the  Commission  will  reconvene  in  Open  Session 

21.  Announcement  Following  Closed  Session 


22.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session 
pursuant  to  San  Francisco  Administrative  Code  Section  67.12  (a) 


23.  Other  New  Business  (discussion  only) 

24.  Adjournment 
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1 .  Call  to  Order 

Vice  President  (VP)  Vietor  called  the  meeting  to  order  at  1:35  PM. 

2.  Roll  Call 

Present:  Vietor,  Moran,  Maxwell  and  Paulson 
Excused:  Caen 

3.  Approval  of  the  Minutes  of  July  23,  201 9 

On  motion  to  approve  the  Minutes  of  July  23,  2019 
Ayes:  Vietor,  Moran,  Maxwell  and  Paulson 

No  public  comment. 

4.  General  Public  Comment 

-  Francisco  DaCosta  questioned  the  increase  cost  of  the  Sewer  System 
Improvement  Program.  He  wants  workforce  left  to  the  unions. 

-  Ann  Clark,  Commonwealth  Club,  provided  the  Commission  with 
information  on  a  November  10,  2019  panel  discussion:  Engineering, 
Architecture,  Technology  and  the  Environment. 

-  Peter  Drekmeier,  Tuolumne  River  Trust,  expressed  concern  with  water 
supply  assessments.  He  distributed  a  letter  sent  to  the  San  Francisco 
Planning  Commission  regarding  the  610-698  Brannan  Street  (Flower 
Mart)  Project.  He  expressed  hope  for  continued  dialogue. 

5.  Communications 

a)  Advance  Calendar 

b)  Correspondence  Log 

c)  Contract  Advertisement  Report 

d)  Sewer  Inspection  and  Replacement  Program  Update 

e)  Water  Supply  Conditions  Update 

f)  Water  System  Improvement  Program  Status  of  Construction  Change 

Orders 

No  public  comment. 

6.  Report  of  the  General  Manager 

a)  Bay  Delta  Water  Quality  Control  Plan  Update 

Michael  Carlin,  Deputy  General  Manager  (DGM)  discussed  a  meeting 
held  with  the  Mayor,  Mayoral  staff,  and  stakeholders  that  allowed 
stakeholders  to  present  their  beliefs  as  to  what  needs  to  be  addressed. 


He  began  his  presentation  with  a  review  of  the  Voluntary  Agreement 
process:  (1)  Map  of  the  Sacramento  and  San  Joaquin  Rivers  and  the 
San  Joaquin  Tributaries;  (2)  The  State  Team  (California  Natural 
Resources  Agency,  California  Environmental  Protection  Agency,  State 
Water  Board,  Department  of  Water  Resources,  and  Department  of  Fish 
and  Wildlife);  (3)  Work  Groups  (Assets  to  Outcomes,  Governance, 
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Science  and  Adaptive  Management,  and  Policy);  (4)  Policy  Issues:  (5) 
SFPUC  Issues:  and  (6)  Schedule. 


DGM  Carlin  responded  to  a  question  from  Commission  Maxwell 
regarding  the  Tributaries  involvement  in  the  process.  She  asked  that  he 
provide  clarification  regarding  the  participant  from  Platinum  Advisors  in 
the  meeting  with  the  Mayor. 

DGM  Carlin  noted  that  a  Water  Supply  Assessment  presentation  to  the 
Planning  Commission  is  being  planned. 

He  responded  to  questions  from  VP  Vietor  regarding  the  schedule  for 
the  setting  of  Biological  Goals,  and  as  to  the  points  of  contention 
regarding  negotiations. 

Commissioner  Moran  requested  that  a  Commission  policy  regarding 
extreme  shortages  and  limits  of  rationing  be  adopted  prior  to  the 
presentation  to  the  Planning  Commission. 

Public  Comment 

-  Francisco  DaCosta  discussed  abuse  of  the  Tuolumne  River.  He 
stated  there  is  no  need  to  flush  toilets  with  fresh  water;  that  Native 
Americans  need  to  be  invited  to  discussions;  and  that  high-rise 
development  needs  to  pay  more  for  water. 

b)  CleanPowerSF  (CPSF)  Update 

Barbara  Hale,  AGM  Power  began  the  update  noting  the  last  of  the  auto 
enrollments  occurred  in  April.  The  overall  program  opt-out  rate  is  3.4% 
and  the  SuperGreen  upgrade  rate  is  1. 7%. 

AGM  Hale  provided  information  as  to  why  customers  opt-out  of  the 
CPSF  Program.  She  indicated  the  primary  answers  given  are  (1) 
rate/cost  concerns  (trust  issue);  (2)  dislike  auto  enrollment;  and  (3) 
decline  to  answer.  AGM  Hale  noted  that  auto  enrollment  is  required  by 
state  law.  She  indicated  that  of  the  responses,  36%  opted-out  due  to 
rate/cost  concerns,  although  CPSF  customers  pay  less  than  PG&E 
customers.  She  indicated  that  the  CPSF  team  is  working  with  the 
communications  staff  on  customer  outreach  customers,  especially 
regarding  trust  issues. 

AGM  Hale  continued  with  a  review  of  efforts  to  secure  long-term  power 
supply  commitments.  She  noted  a  Renewable  Energy  Solicitation 
Request  for  Proposal  (RFP)  was  released.  She  outlined  the  bid 
requirements  and  indicated  bid  submittals  are  due  August  28,  2019. 

AGM  Hale  noted  three  long-term  power  purchase  agreements  have 
been  entered  since  program  launch.  She  discussed  how  they  induce 


SFPUC  MINUTES  -  AUGUST  13,  2019 


construction  and  create  jobs.  She  concluded  with  a  slide  show  of  photos 
of  the  San  Pablo  Raceway  Solar  Project. 

AGM  Hale  responded  to  questions  from  VP  Vietor  regarding  the  trust 
issue  being  a  reason  for  customer  opt-out,  about  the  RFP  and  power 
purchase  agreement,  and  about  the  duration  of  the  construction  jobs. 
Commissioner  Paulson  provided  clarification  regarding  the  conditions  of 
construction  jobs  and  discussed  the  nature  of  the  industry. 

Public  Comment 

-  Francisco  DaCosta  said  that  clarification  should  be  provided  as  to 
which  agency  receives  payment  for  CPSF  service,  and  who 
customers  should  contact  with  questions. 

c)  Quarterly  Audit  and  Performance  Review  Report 

i.  City  and  County  of  San  Francisco  Basic  Financial  Statements  and 

Single  Audit  Report:  FY  2017-18 

ii.  CleanPowerSF  Triennial  Data  Privacy  Audit  Report 

iii.  Community  Benefits,  Phase  III:  Agency-wide  Community  Benefits 

Evaluation  Framework 

iv.  Health  and  Safety  Program  Performance  Assessment,  Phase  III 

v.  Royalties  Lease  Administration  Audit:  Oliver  De  Silva,  Inc. 

vi.  Charles  Perl,  Deputy  Chief  Financial  Officer,  presented  a  summary 
of  42  audits  and  assessments  conducted  year-to-date.  He  stated 
52%  are  completed,  36%  are  in-progress,  and  12%  are  scheduled. 
He  reviewed:  (1)  audits  completed  and  reports  issued;  (2)  audit 
highlights  for  the  Royalties  Lease  Administration  Audit:  Oliver  De 
Silva,  Inc.;  (3)  City  Services  Auditor  (CSA)  Annual  Work  Plan  for  FY 
19-20,  (4)  FY  2019-2020  current  Q1  outlook;  and  (5)  open  CSA 
audits/recommendations. 

Deputy  CFO  Perl  responded  to  a  question  from  Commissioner 
Paulson  regarding  the  CSA’s  Annual  Work  Plan  Continued 
Projects,  Lean  Hiring  Process  Improvement  Phase  II  and  Agency¬ 
wide  Community  Impact  Dashboard  -  Infrastructure. 

No  public  comment. 

d)  Water  Enterprise  Capital  Improvement  Program  Quarterly  Report 
Dan  Wade,  Director,  Water  Capital  Programs,  presented  highlights  of 
the  reporting  period  and  provided  updates  to  the  following:  (1)  San 
Andreas  Pipeline  No.  2  replacement;  (2)  Inner  Sunset  Streetscape 
Improvements  and  Muni  Forward  (Irving  Street  Project). 

GM  Kelly  provided  information  on  efforts  for  project  coordination  of  work 
with  other  city  agencies.  Brief  discussion  ensued. 
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Mr.  Wade  continued  his  presentation:  (3)  Sunol  Long  Term 
improvements;  (4)  Dam  and  reservoir  improvements;  and  (4)  Westside 
enhanced  water  recycling  project. 

No  public  comment. 

e)  Water  System  Improvement  Program  (WSIP)  Local  and  Regional 

Quarterly  Reports 

Director  Wade  reviewed  the  WSIP  status  and  indicated  that  the  project  is 
98%  complete  with  $4,487M  expended.  He  provided  the  following 
updates:  (1)  Calaveras  Dam  Replacement  Project;  (2)  Fish  Passage 
Facility  (Alameda  Creek  Diversion);  (3)  Regional  Groundwater  Storage 
and  Recovery;  (4)  Alameda  Creek  Recapture  Project;  and  (5) 
Reallocations  of  regional  budgets  approved  by  the  Board  of  Supervisors. 

No  public  comment. 

0  Report  on  Recent  San  Francisco  Public  Utilities  Commission  Activities, 

Events  and  Announcements 

None. 

7.  Other  Commission  Business 
None. 


8.  Consent  Calendar 

a)  Approve  Amendment  No.  2  to  Agreement  No.  PRQ.0029.  Project  Pull 

Internship  Services,  with  the  Japanese  Community  Youth  Council,  to 

continue  providing  administrative  services  and  technical  assistance  for  the 

Project  Pull  Internship  Program:  and  authorize  the  General  Manager  to 


execute  this  amendment,  increasing  the  agreement  by  $800,000  for  a  total 


contract  amount  not-to-exceed  $3,300.000.  with  no  change  to  the  contract 


duration.  (Resolution  19-0151) 


b)  Approve  the  selection  of  Carollo  Engineers,  Inc. /Water  Resources 

Engineering,  Inc.  Joint  Venture  (Carollo/WRE  JV);  award  Agreement  No. 

PRQ.0118,  Water  Resources  Professional  Services,  to  provide  specialized 

and  technical  services  for  water  resources  management,  conservation 

planning  and  program  support  for  the  Water  Resources  Division  of  the 

Water  Enterprise;  and  authorize  the  General  Manager  to  negotiate  and 

execute  a  professional  services  agreement  with  Carollo/WRE  JV  for  an 

amount  not-to-exceed  $4,000,000,  and  with  a  duration  of  five  years. 

(Resolution  19-0152) 


c)  Approve  the  selection  of  Dr.  Gary  Brierlv  (DBA  Doctor  Mole  Incorporated). 

Dr.  Youssef  Hashash,  and  Mr.  Frank  Rollo  (DBA  Frank  L.  Rollo,  Consulting 

Geotechnical  Engineer):  award  Agreement  Nos.  PRO.Q137.A-C,  Tunnel 

Technical  Advisory  Panel  Services,  to  Dr.  Gary  Brierlv  (PRO.Q137.A),  Dr. 

Youssef  Hashash  (PRO.Q137.B),  and  Mr.  Frank  L.  Rollo  (PRO.Q137.C),  to 

provide  technical  advisory  services  for  San  Francisco  Public  Utilities 
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Commission  tunnel  projects  on  an  as-needed  basis;  and  authorize  the 

General  Manager  to  negotiate  and  execute  three  professional  services 

agreements,  each  with  a  duration  of  four  years,  in  amounts  not-to-exceed 


$200,000  for  PRQ.137.A,  $250,000  for  PRQ.137.B,  and  $200,000  for 


PRO.Q137.C,  (Resolution  19-0153) 

d)  Approve  an  increase  in  the  amount  of  $4,316,159  to  the  existing  contract 

cost  contingency,  and  an  increase  of  220  calendar  days  (approximately 

seven  months)  to  the  existing  contract  duration  contingency,  for  Contract 

No,  WD-2729,  Fish  Passage  Facilities  within  the  Alameda  Creek 
Watershed,  a  sub-proiect  of  the  Calaveras  Dam  Replacement  Project;  and 

authorize  the  General  Manager  to  approve  future  modifications  to  the 


contract  for  a  total  contract  amount  of  up  to  $44,757,805  and  a  total  contract 


duration  of  up  to  1 ,289  consecutive  calendar  days.  (Resolution  19-0159) 


e)  Approve  an  increase  in  the  amount  of  $600,000  to  the  existing  contract  cost 

contingency  and  an  increase  of  30  calendar  days  to  the  existing  contract 

duration  contingency  for  Contract  No.  WD-2794A,  Sunol  Long  Term 

Improvements  Sunol  Yard;  and  authorize  the  General  Manager  to  approve 

future  modifications  to  the  contract  for  a  total  contract  amount  of  up  to 

$37,054,700  and  a  total  contract  duration  of  up  to  986  consecutive  calendar 

days,  (Resolution  19-0154) 


f)  Approve  an  increase  in  the  amount  of  $400,000  to  the  existing  construction 

contract  cost  contingency  and  an  increase  of  250  calendar  days  to  the 

existing  contract  duration  contingency  for  Contract  No,  WD-2809,  San 

Francisco  Groundwater  Supply  Phase  2;  and  authorize  the  General 

Manager  to  approve  future  modifications  to  the  contract  for  a  total  contract 

amount  of  up  to  $1 1 ,158,000  and  a  total  contract  duration  of  up  to  1 ,075 


consecutive  calendar  days.  (Resolution  19-0155) 


g)  Ratify  correction  to  the  contract  duration  approved  on  April  9,  2019  in 
Resolution  No.  19-0069  for  Contract  No.  WD-2850(I),  Crystal  Springs/San 

Andreas  Pipeline  Erosion  Repair  at  OW-13  and  OW-18,  to  state  that 

Modification  No,  2  (Final)  increased  the  contract  duration  by  22  days  for  a 

final  total  duration  of  1 12  consecutive  calendar  days.  (Resolution  19-0156) 


h)  Accept  the  work  performed  by  Kone,  Inc,  for  Contract  No,  WW-597, 
Wastewater  Enterprise  Elevator  Maintenance;  approve  Modification  No.  2 

(Final),  decreasing  the  contract  amount  by  $59,842,  for  a  total  contract 


amount  of  $537,1 27  and  with  a  total  contract  duration  of  1 ,1 96  consecutive 


calendar  days;  and  authorize  final  payment  to  the  Contractor.  (Resolution 

19-0157) 


i)  Accept  work  performed  by  Pipe  &  Plant  Solutions,  Inc,  for  Contract  No. 

WW-658,  As-Needed  Cleaning  and  Inspection  of  Large  Sewers;  approve 

Modification  No,  4  (Final)  decreasing  the  contract  amount  bv  $21 ,405  and 

decreasing  the  contract  duration  by  326  consecutive  calendar  days,  for  a 

total  contract  amount  of  $2,941 ,989  and  a  total  contract  duration  of  604 
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consecutive  calendar  days;  and  authorize  final  payment  to  the  contractor. 

(Resolution  19-0158) 


VP  Vietor  requested  that  item  8d  be  removed. 

On  motion  to  approve  Consent  Calendar  items  8a  through  8c  and  8e 
through  8i: 

Ayes:  Vietor,  Moran,  Maxwell  and  Paulson 
No  public  comment  8a  through  8c  and  8e  through  8i. 

Item  8d:  Alameda  Creek  Fish  Recapture  Project.  Contract  No.  WD-2729. 

Fish  Passage  Facilities  within  the  Alameda  Creek 
Director  Wade  responded  to  a  question  from  VP  Vietor  as  to  the  need  for 
the  increase  in  the  contract  amount  and  time  extension.  He  indicated 
construction  is  completed  and  change  order  requests  are  being  negotiated 
with  the  contractor,  resulting  in  the  need  for  the  approval  of  increased 
funding  and  time  to  allow  for  project  close-out  in  September. 

On  motion  to  approve  Consent  Calendar  item  8d: 

Ayes:  Vietor,  Moran,  Maxwell  and  Paulson 

No  public  comment. 

9.  Adopt  the  Final  Mitigated  Negative  Declaration  (FMND),  the  Mitigation 

Monitoring  and  Reporting  Program  (MMRP),  and  the  Findings  as  required  by  the 

California  Environmental  Quality  Act  (CEQA)  for  the  Montara  Mountain  Rainfall 

Prediction  and  Radio  Replacement  Project:  approve  Montara  Mountain  Rainfall 

Prediction  and  Radio  Replacement  Project  to  install  a  weather  radar  and 

communications  tower  on  Montara  Mountain:  adopt  the  required  CEQA 

Findings,  FMND  and  MMRP;  and  authorize  the  General  Manager  to  implement 

the  Project.  This  action  constitutes  the  Approval  Action  for  the  project  for  the 

purposes  of  the  CEQA,  pursuant  to  Section  31 .04(h)  of  the  San  Francisco 

Administrative  Code.  (Resolution  19-0160) 

Steve  Ritchie,  AGM  Water,  introduced  the  item  noting  CEQA  approval  is  being 
requested.  He  discussed  the  need  for  the  Montara  Mountain  Rainfall  Predication 
and  Radio  Replacement  Project  and  displayed  photos  of  the  project  site  and 
surrounding  area.  AGM  Ritchie  indicated  that  while  biological  surveys  for  the 
project  were  being  conducted,  habitats  for  the  endangered  butterflies  were 
discovered.  He  stated  the  watershed  boundary  security  fence  was  in  disarray 
and  that  no  trespassing  signs  had  been  removed.  He  noted  a  new  gate  and 
fence  have  been  installed  to  ensure  access  control  to  the  restricted  area.  He 
stated  citizens  have  expressed  concern  with  access  being  cut-off.  He 
emphasized  access  has  always  been  restricted  and  that  people  were  illegally 
entering  the  watershed.  He  displayed  photos  showing  public  access  areas  to 
SFPUC  watersheds. 


AGM  Ritchie  responded  to  a  question  from  VP  Vietor  regarding  a  proposed 
connector  trail. 
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Public  Comment 


-  Lee  Watts  expressed  concern  with  the  closure  of  the  north  peak  of  Montara 
Mountain.  He  indicated  he  had  been  hiking  the  area  for  years  and  that  he 
had  not  crossed  gates  or  trespassed.  He  stated  the  trail  was  a  prominent 
destination  for  hikers  and  is  shown  as  a  destination  in  multiple  hiking  books. 
He  discussed  the  negative  impact  of  the  newly  installed  fence. 

-  Sean  Handel  asked  that  the  item  not  be  approved  and  that  an  analysis  of 
recreational  use  be  conducted.  He  stated  he  has  not  seen  no  trespassing 
signs.  He  presented  slides  including  Golden  Gate  National  Recreation  Area 
trail  signs  for  peak  access  and  screen  shots  from  websites  containing 
information  for  trail  and  peak  access.  He  discussed  the  impact  of  the  newly 
installed  fence  and  stated  there  was  no  notice  provided  or  public  input.  He 
requested  that  signs  be  put  up,  the  fence  be  removed,  and  public  access  be 
made  available. 

-  Matthew  Blain  concurred  with  comments  from  previous  speakers.  He  noted 
the  butterfly  habit  has  been  there  for  years.  He  displayed  a  map  showing 
previous  and  current  access.  He  requested  the  commission  reject  the  project 
due  the  lack  of  recreational  access. 

-  Ron  Little,  Coastside  Running  Club,  read  a  letter  from  club  president  Paula 
Leuzzi  addressing  the  impact  the  closure  has  on  the  running  community  and 
noted  the  importance  of  the  trail  to  the  Club. 

At  Commissioner  Maxwell’s  request  additional  response  was  provided  in 
response  to  the  comments  made  by  the  speakers.  Debbie  Craven  Green, 
Permitting  Manager,  Bureau  of  Environmental  Management,  provided 
information  on  permitting  requirements  from  the  US  Department  of  Fish  and 
Wildlife  necessary  to  avoid  impacts  for  endangered  butterflies. 

In  response  to  a  question  raised  by  VP  Vietor  regarding  the  impact  of  the 
construction  project  on  the  endangered  butterflies,  AGM  Ritchie  stated  the 
assessment  of  potential  biological  impact  on  the  project  resulted  in  staff 
discovering  that  damage  to  vegetation  from  hikers  was  present.  He 
emphasized  the  importance  of  a  closed  watershed  due  to  negative  human 
impacts.  He  stated  the  installation  of  the  gate  and  fence  is  independent  of 
the  project  under  consideration.  AGM  Ritchie  indicated  willingness  to  meet 
with  individuals  and  groups  to  discuss  options  for  alternate  access  to  the 
connecting  trail. 

AGM  Ritchie  responded  to  a  question  from  Commissioner  Paulson  about 
how  access  might  be  granted.  GM  Kelly,  Jr.  summarized  the  actions  that 
have  taken  place  and  what  is  needed  to  minimize  impact  to  the  habitat  and 
still  provide  limited  access. 

VP  Vietor  stated  community  engagement  should  have  happened  prior  to  the 
installation  of  the  gate  and  fence.  She  stated  a  sign  should  be  placed  on  the 
fence  informing  the  public  of  the  situation. 
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Irina  Torrey,  Manager,  Bureau  of  Environmental  Management,  discussed  the 
importance  of  the  project  and  that  the  environmental  documents  presented 
address  environmental  concerns.  She  indicated  access  and  installation  of 
the  fence  and  gate  is  a  separate  issue  and  needs  to  be  addressed  through 
watershed  management  and  planning.  She  noted  the  importance  of  the 
project  and  reguested  that  the  project  be  approved. 

Commissioner  Moran  stated  that  access,  fence,  and  gate  issues  are 
separate  from  the  CEQA  item  presented  for  approval.  He  stated  the 
watershed  needs  to  be  protected.  He  encouraged  staff  to  talk  to  interested 
parties  to  discuss  solutions  for  completion  of  existing  trails  and  that  they  be 
open  to  a  limited  solution  to  access  higher  ground  (not  peak),  if  possible. 

VP  Vietor  and  Commissioner  Paulson  noted  the  need  to  decouple  the  two 
issues  of  project  approval  and  trail  access.  GM  Kelly  Jr.  noted  that  even  if 
the  Commission  does  not  approve  the  project  that  trail  access  would  still  be 
denied  as  protection  for  the  habitat  and  watershed. 

Commissioner  Maxwell  stated  the  community  who  use  the  trail  are  “assets” 
and  their  input  and  ideas  are  valuable. 

GM  Kelly  directed  AGM  Ritchie  to  meet  with  interested  parties  and  report 
back  to  the  Commission  on  possible  access  solutions. 

VP  Vietor  reguested  that  staff  meet  with  interested  parties,  that  signage  and 
information  be  put  on  the  fence,  and  that  staff  report  back  with  progress. 

On  motion  to  approve  Item  9: 

Ayes:  Vietor,  Moran,  Maxwell  and  Paulson 

10.  Approve  the  Revised  Water  Supply  Assessment  for  the  proposed  Potrero  Power 

Station  Project,  pursuant  to  the  State  of  California  Water  Code  Section  10910  et 

sea.,  California  Environmental  Quality  Act  (CEQA)  Section  21151.9,  and  CEQA 

Guidelines  Section  15155.  (Resolution  19-0161) 

AGM  Ritchie  introduced  the  item  and  requested  approval. 

On  motion  to  approve  Item  10: 

Ayes:  Vietor,  Moran,  Maxwell  and  Paulson 

No  public  comment. 

11.  Public  Comment  on  matters  to  be  addressed  during  Closed  Session 

None. 

12.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters 

listed  below  as  Conference  with  Legal  Counsel 

On  motion  to  assert 

Ayes:  Vietor,  Moran,  Maxwell  and  Paulson 


WBSiSIMBIMSKKMSSMiS'. 


wmm  ississs 
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The  Commission  entered  Closed  Session  at  3:52  PM. 


13.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1) 

Existing  Litigation 

Abuon  Mayen  v.  City  and  County  of  San  Francisco,  et  at. 

San  Francisco  Superior  Court  No.  CGC-18-566751  /  Date  Filed:  March  3,  2018 
Proposed  settlement  of  lawsuit  with  plaintiffs  release  of  lawsuit  and  the  City  to 
pay  plaintiff  $225,000. 

(Resolution  19-0162) 

14.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (2)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (2) 

Existing  Unlitigated  Claim 

Federal  Insurance  Co.  a/s/o/CCT  Enterprise  v.  City  and  County  of  San 
Francisco 

Unlitigated  File  No.  19-01921 

Proposed  settlement  of  claim  with  claimant’s  release  of  all  claims  and  the  City  to 
pay  claimant  $47,766.59. 

(Resolution  19-0163) 

15.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (2)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (2) 

Existing  Unlitigated  Claim 

Property  &  Casualty  Insurance  Co.  of  Hartford  v.  City  and  County  of  San 
Francisco 

Unlitigated  File  No.  19-00629 

Proposed  settlement  of  claim  with  claimant’s  release  of  all  claims  and  the  City  to 
pay  claimant  $72,273. 

Resolution  19-0164) 

16.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (2)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (2) 

Existing  Unlitigated  Claim 

The  Mint  Collection  HO  A  v.  City  and  County  of  San  Francisco 
Unlitigated  File  No.  19-00585 

Proposed  settlement  of  claim  with  claimant’s  release  of  all  claims  and  the  City  to 
pay  claimant  $35,147.30. 

(Resolution  19-0165) 

1 7.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1) 

Existing  Litigation 
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The  Roman  Catholic  Archbishop  of  San  Francisco,  et  al.  v.  City  and  County  of 
San  Francisco  et  al. 

United  States  District  Court  Northern  District  13-CV-2220  MEJ  /  Date  Filed-  April 
11, 2013 

Proposed  settlement  of  lawsuit  and  the  City’s  claim  against  co-defendant  U.S. 
Pipe,  with  U.S.  Pipe  to  pay  the  City  $913,970. 

(Resolution  19-0166) 

18.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67  10 
(d)(1) 

Existing  Litigation 

Pacific  Gas  &  Electric  Corporation 

Case  No.  19-30088/Date  Filed:  January  29,  2019 

Case  No.  19-30089/Date  Filed:  January  29,  2019 

United  States  Bankruptcy  Court,  Northern  District  of  California 

19.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section 
67.10(d)  (1) 

Existing  Litigation 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company,  Docket 
No.  ELI  9-38-000/Date  Filed:  January  28,  2019  Federal  Energy  Regulatory 
Commission 

20.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67  10 
(d)(1) 

Existing  Litigation 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Federal  Energy 
Regulatory  Commission  Complaint  under  Sections  206  and  306  of  the  Federal 
Power  Act. 

Case  No.  ELI  5-3-000/Date  Filed:  October  9,  2014 
The  Commission  exited  Closed  Session  at  5:36  PM. 

21.  Announcement  Following  Closed  Session 

VP  Vietor  announced  items  13  through  17  were  approved  for  submission  to  the 
Board  of  Supervisors. 

22.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session 

pursuant  to  San  Francisco  Administrative  Code  Section  67.12  (a) 

On  motion  not  to  disclose 

Ayes:  Vietor,  Moran,  Maxwell  and  Paulson 

23.  Other  New  Business 

Commission  Maxwell  requested  a  policy  be  developed  on  community  outreach 
and  engagement. 
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24.  Adjournment 

VP  Vietor  adjourned  the  meeting  at  5:38  PM. 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


19-0151 


WHEREAS,  On  May  1,  2016,  pursuant  to  the  General  Manager’s  delegated  authority  under 
Resolution  No.  09-0017,  it’s  the  San  Francisco  Public  Utilities  Commission  (SFPUC),  entered  into  a 
professional  services  agreement  with  the  Japanese  Community  Youth  Council,  in  the  amount  of 
$1,000,000  and  with  a  term  of  two  years,  to  provide  administrative  services  and  technical  assistance  for 
the  Project  Pull  Internship  Program;  and 

WHEREAS,  Amendment  No.  1  was  approved  by  this  Commission  on  December  13,  2016,  by 
Resolution  No.  16-0244,  increasing  the  contract  amount  by  $1,500,000  and  with  a  time  extension  of 
three  years,  for  a  total  not-to-exceed  agreement  amount  of  $2,500,000  and  total  agreement  duration  of 
five  years,  to  continue  providing  administrative  services  and  technical  assistance  for  the  Project  Pull 
Internship  Program;  and 

WHEREAS,  Amendment  No.  2  is  being  to  increase  the  not-to-exceed  amount  by  $800,000 
increasing  the  total  not-to-exceed  agreement  amount  to  $3,300,000,  with  no  change  in  contract  duration, 
in  order  to  continue  providing  administrative  services  and  technical  assistance  for  the  Project  Pull 
Internship  Program;  and 

WHEREAS,  Pursuant  Chapter  14B  of  the  San  Francisco  Administrative  Code,  the  Local 
Business  Enterprise  (LBE)  sub-consulting  requirement  has  been  waived  for  this  agreement;  and 

WHEREAS,  Funds  for  this  agreement  are  available  from  the  SFPUC’s  Infrastructure  Division’s 
annual  operating  budget  and  from  work  orders  from  various  City  Departments;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  2  to  Agreement  No. 
PRO. 0029,  Project  Pull  Internship  Services,  with  The  Japanese  Community  Youth  Council,  to  continue 
providing  administrative  services  and  technical  assistance  for  the  Project  Pull  Internship  Program;  and 
be  it 

FURTHER  RESOLVED,  That  this  Commission  authorizes  the  General  Manager  to  execute 
Amendment  No.  2,  increasing  the  not-to-exceed  agreement  amount  by  $800,000,  for  a  total  not-to- 
exceed  agreement  amount  of  $3,300,000,  with  no  change  to  the  agreement  duration. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  August  13,  2019. 


Secretary,  Public  Utilities  Commission 


■ 

_ 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0152 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  requires  the 
assistance  ot  professional  services  firms  to  perform  short-term,  highly  specialized  work  for  the 
Water  Resouices  Division,  such  as  when  the  SFPUC  requires  specialized  and  technical  expertise 
that  staff  members  do  not  possess;  and 

WHEREAS,  It  is  necessary  to  procure  the  services  of  qualified  professional  services 
firms  to  provide  specialized  and  technical  services  for  water  resources  management, 
conservation  planning  and  program  support  to  supplement  SFPUC  staff;  and 

WHEREAS,  The  estimated  cost  of  services  is  $4,000,000;  and 

WHEREAS,  The  SFPUC  advertised  a  Request  for  Proposals  for  specialized  and  technical 
services  tor  water  resources  management,  conservation  planning  and  program  support  on  April 
19,  2019;  and 

WHEREAS,  Services  are  anticipated  to  begin  in  October  2019  and  end  in  October  2024 
and  the  duration  of  this  agreement  is  five  years;  and 

WHEREAS,  SFPUC  and  Contract  Monitoring  Division  (CMD)  staff,  upon  review  of  the 
proposal  scores,  determined  that  Carollo  Engineers,  Inc. /Water  Resources  Engineering,  Inc.  Joint 
Venture  (Carollo/WRE  JV)  is  the  highest  ranked  firm  based  on  the  established  scoring  criteria; 
and 

WHEREAS,  The  CMD  established  a  16%  Local  Business  Enterprise  (LBE) 
subconsultant  paiticipation  requirement  for  this  agreement  and  Carollo/WRE  JV  committed  to  a 
achieving  17%  LBE  subconsultant  participation;  and 

WHEREAS,  Failure  to  reach  successful  agreement  on  contract  terms  and  conditions 
within  30  days  of  the  date  of  the  Commission  award  may  result  in  award  of  the  contract  to  the 
next  highest  ranked  proposer,  or  re-advertising  and  re-selecting  consultants  at  the  discretion  of 
the  City;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City’s  Administrative  Code  either  at 
the  time  of  the  award,  or  within  two  (2)  weeks  of  the  date  of  the  Commission  award;  failure  of 
the  bidder  to  obtain  compliance  certification  from  CMD  may,  in  the  General  Manager’s  sole 
discretion,  result  in  award  of  the  agreement  to  the  next  highest  ranked  proposer,  or  re-advertising 
and  re-selecting  consultants  at  the  discretion  of  the  City;  and 

WHEREAS,  Funds  for  Agreement  No.  PRO.0118,  Water  Resources  Professional 
Services,  will  be  available  at  the  time  ot  individual  task  order  awards  from  Water  Enterprise 
operating  and  capital  budgets;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  selection  of  Carollo/WRE  JV, 
awards  Water  Enterprise-funded  Agreement  No.  PRO. 01 18,  Water  Resources  Professional 
Services,  to  provide  specialized  and  technical  services  for  water  resources  management, 
conservation  planning  and  program  support,  and  authorizes  the  General  Manager  to  negotiate 
and  execute  a  professional  services  agreement  with  Carollo/WRE  JV  for  an  amount  not-to- 
exceed  $4,000,000,  and  with  a  duration  of  five  years. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  August  13,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0153 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  requires  technical 
assistance  from  eminent  individual  industry  experts  with  highly  specialized  expertise  in  tunnel 
design/engineering,  tunnel  construction,  geotechnical/seismology  engineering,  tunnel  structural 
engineering,  structural/shoring  and/or  fluid  mechanics/hydraulics  to  participate  on  SFPUC  Technical 
Advisory  Panels  (TAP)  and  various  other  tunnel-related  task  forces  on  an  as-needed  basis;  and 

WHEREAS,  On  March  7,  2019,  the  SFPUC  issued  a  Request  for  Qualifications  (RFQ)  to 
establish  a  pool  of  qualified  individual  expert  consultants  within  fields  related  to  the  design  and 
construction  of  tunnels  and  associated  structures  and  facilities,  including  but  not  limited  to  tunnel 
design/engineering,  tunnel  construction  and  constructability,  geotechnical  engineering,  seismology  and 
engineering  geology,  and  fluid  mechanics/hydraulics  to  provide  technical  advisory  services  for  the 
SFPUC  tunnel  projects,  for  a  cumulative  total  amount  not-to-exceed  $1,500,000,  for  an  anticipated  4-7 
agreements,  with  a  duration  of  four  years  per  agreement;  and 

WHEREAS,  SFPUC  staff  screened  the  submitted  Statements  of  Qualifications  (SOQs)  to  ensure 
that  respondents  met  the  minimum  qualifications  for  the  selected  Area  of  Expertise,  a  pass  or  fail 
scoring  was  used  to  evaluate  the  SOQs,  and  the  five  respondents  who  met  the  minimum  qualification 
requirements  were  included  in  the  pre-qualified  pool  of  consultants;  and 

WHEREAS,  Two  of  the  pre-qualified  respondents  in  the  pool  have  already  been  awarded 
contracts  of  less  than  $1 10,000  each  (PRO.137.D-E)  which  did  not  require  Commisison  approval;  and 

WHEREAS,  Stafl  now  recommend  the  Commission  award  three  professional  services  contracts 
(PR0.137-A-C)  to  the  remaining  three  qualified  respondents:  Dr.  Gary  Brierly,  DBA  Doctor  Mole 
Incorporated  (PRO.0137.A),  Dr.  Youssef  Hashash  (PRO.0137.B),  and  Mr.  Frank  L.  Rollo,  DBA  Frank 
L.  Rollo,  Consulting  Geotechnical  Engineer  (PRO.0137.C);  and 

WHEREAS,  Services  are  anticipated  to  begin  in  August  2019  and  end  in  August  2023,  for  a 
not-to-exceed  duration  of  4  years  per  agreement;  and 

WHEREAS,  The  Contract  Monitoring  Division  (CMD)  sub-consulting  goals  have  been  waived 
for  these  agreements;  and 

WHEREAS,  The  firms  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance  with  the 
Equal  Benefits  Provisions  of  Chapter  12B  of  the  City’s  Administrative  Code  either  at  the  time  of  the 
award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the  bidder  to  obtain 
compliance  certification  from  CMD  may,  in  the  General  Manager’s  sole  discretion,  result  in  re¬ 
advertising  and  re-selecting  consultants  at  the  discretion  of  the  City;  and 

WHEREAS,  Funds  for  these  three  agreements  are  available  from  individual  capital  projects; 
now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  selection  of  Dr.  Gary  Brierly,  DBA 
Doctor  Mole  Incorporated  (PRO.0137.A),  Dr.  Youssef  Hashash  (PRO. 0137. B),  and  Mr.  Frank  L. 
Rollo,  DBA  Frank  L.  Rollo,  Consulting  Geotechnical  Engineer  (PRO.0137.C),  and  authorizes  the 
General  Manager  to  negotiate  and  execute  three  professional  services  agreements  each  with  a  duration 
of  4  years,  in  amounts  not-to-exceed  $200,000  for  PRO.  137. A  with  Dr.  Gary  Brierly,  $250,000  for 
PRO.  137. B  with  Dr.  Youssef  Hashash,  and  $200,000  for  PRO. 0137. C  with  Mr.  Frank  L.  Rollo,  or  in 
the  event  negotiations  are  not  successful  or  City  requirements  are  not  satisfied,  to  negotiate  and  execute 
a  professional  services  agreement  or  agreements  with  the  other  consultant(s)  in  the  pre-qualified  pool. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  August  13 ,  2019. 


Secretary ,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0154 


WHEREAS,  On  November  8,  2016,  per  Resolution  No.  16-0234,  this  Commission 
approved  the  award  of  Water  Enterprise,  Capital  Improvement  Program  (ClP)-funded  Contract 
No.  WD-2794A,  Sunoi  Long  Term  Improvements  -  Sunol  Yard  Project,  to  S.J.  Amoroso 
Construction  Company,  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-to-Proceed  date  was  January  17,  2017;  and 

WHEREAS,  The  original  contract  amount  was  $31,777,000  and  the  original  contract 
duration  was  668  consecutive  calendar  days;  and 

WHEREAS,  Section  6.22(h)  of  the  Administrative  Code  requires  that  any  cumulative 
extensions  of  contract  price  or  duration  in  excess  of  10%  of  the  original  contract  price  or 
duration  to  complete  construction  work  be  approved  by  the  Commission;  and 

WHEREAS,  On  November  13,  2018,  per  Resolution  No.  18-0183,  this  Commission 
approved  an  increase  of  102  calendar  days  to  the  construction  duration  contingency  to  address 
unanticipated  archaeological  and  historic  discoveries  and  unforeseen  unsuitable  soil  conditions 
within  the  Sunol  yard,  increasing  the  contract  duration  contingency  to  168  days,  for  a  total 
contract  duration  of  up  to  836  consecutive  calendar  days,  with  no  change  to  the  contract  cost 
contingency;  and 

WHEREAS,  On  April  9,  2019,  per  Resolution  No.  19-0068,  this  Commission  approved 
an  increase  to  the  construction  cost  contingency  in  the  amount  of  $1,500,000  and  an  increase  to 
the  contract  duration  contingency  in  the  amount  of  120  calendar  days  to  address  ongoing 
unanticipated  archaeological  and  historic  discoveries  and  unforeseen  unsuitable  soil  conditions 
within  the  Sunol  yard,  to  install  landscaping  on  the  7  acre  project  site,  and  to  address  potential 
contract  extended  field  office  overhead  claims  related  to  construction  delays,  increasing  the 
contract  cost  contingency  to  $4,677,700  and  duration  contingency  to  288  consecutive  calendar 
days,  for  a  total  contract  amount  of  up  to  $36,454,700  and  a  total  contract  duration  of  up  to  956 
consecutive  calendar  days;  and 

WHEREAS,  An  increase  of  $600,000  to  the  contract  cost  contingency  and  an  increase  of 
30  calendar  days  to  the  contract  duration  contingency  is  being  requested  to  address  HVAC 
system  modifications  to  add  return  air  systems  and  ducting  in  the  Administration  Building  and  in 
Shop  2,  to  perform  structural  modifications  to  the  entry  man  gates,  to  extend  rental  of  the 
construction  trailers  and  temporary  trailers  for  Operations  staff,  and  for  potential  claims  for 
extended  field  office  overhead  claims  related  to  the  above  modifications;  and 

WHEREAS,  The  Contract  Monitoring  Division  established  a  Local  Business  Enterprise 
(LBE)  subcontracting  requirement  of  15%  for  this  contract,  and  the  contractor  committed  to  a 
LBE  participation  of  16.51%  with  its  bid  submittal,  and  this  remains  unchanged;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUW-27701  Sunol  Long  Term 
Improvements;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  an  increase  in  the  amount  of 
$600,000  to  the  existing  contract  cost  contingency  and  an  increase  of  30  calendar  days  to  the 
existing  contract  duration  contingency  for  the  Water  Enterprise  funded  Contract  No.  WD-2794A, 
Sunol  Long  Term  Improvements  -  Sunol  Yard,  for  a  total  contract  cost  contingency  in  the 
amount  of  $5,277,700  and  a  total  contract  duration  contingency  of  3 18  calendar  days;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager, 
or  his  designee,  to  consider  and,  if  appropriate,  to  approve  any  future  modifications  to  the 
contract  for  a  total  contract  amount  of  up  to  $37,054,700  and  a  total  contract  duration  of  up  to 
986  consecutive  calendar  days. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  August  13,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


19-0155 


WHEREAS,  On  January  24,  2017,  per  Resolution  No.  17-0015,  this  Commission 
approved  the  award  of  Water  Enterprise  and  Water  System  Improvement  Program  (WSIP)- 
lunded  Contract  No.  WD-2809,  San  Francisco  Groundwater  Supply  Phase  2;  and 

WHEREAS,  The  construction  contract  Notice-to-Proceed  date  was  August  7,  2017;  and 

WHEREAS,  The  original  contract  amount  was  $9,780,000  and  the  original  contract 
duration  was  750  consecutive  calendar  days;  and 

WHEREAS,  Section  6.22(h)  of  the  Administrative  Code  requires  that  any  cumulative 
increase  in  contract  price  or  contract  duration  in  excess  of  10%  of  the  original  contract  price  or 
duration  be  approved  by  the  Commission;  and 

WHEREAS,  An  increase  in  the  contract  cost  contingency  of  $400,000  and  an  increase  in 
the  contract  duration  contingency  of  250  consecutive  calendar  days  are  being  requested,  for 
plumbing,  electrical,  and  mechanical  modifications,  pavement  of  roads,  additional  well 
rehabilitation,  programming,  testing,  and  instrumentation  and  controls  at  both  well  stations;  and 

WHEREAS,  The  Contract  Monitoring  Division  established  a  Local  Business  Enterprise 
(LBE)  subcontracting  goal  of  15%  for  this  construction  contract,  and  the  contractor  committed  to 
a  LBE  participation  of  18.72%  with  its  bid  submittal;  and 

WHEREAS,  Funds  will  be  available  from  Project  No.  CUW30102  -  San  Francisco 
Groundwater  Supply;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  an  increase  in  the  amount  of 
$400,000  to  the  existing  contract  cost  contingency  and  an  increase  of  250  calendar  days  to  the 
existing  contract  duration  contingency,  for  the  Water  Enterprise  and  WSIP-funded  Contract  No. 
WD-2809,  San  Francisco  Groundwater  Supply  Phase  2,  for  a  total  contract  cost  contingency  in 
the  amount  of  $1,378,000,  and  a  total  contract  duration  contingency  of  325  calendar  days;  and  be 
it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager, 
or  his  designee,  to  consider  and,  if  appropriate,  approve  future  modifications  to  the  contract  for  a 
total  contract  amount  of  up  to  $11,158,000  and  for  a  total  contract  duration  of  up  to  1,075 
consecutive  calendar  days. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  August  13,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


19-0156 


WHEREAS,  On  September  12,  2018,  pursuant  to  San  Francisco  Public  Utilities 
Commission  (SFPUC)  Resolution  No.  09-0017,  the  General  Manager  awarded  WD-2850(I), 
Crystal  Springs/San  Andreas  Pipeline  Erosion  Repair  at  OW-13  and  OW-18,  to  Hoseley 
Corporation  with  an  original  contract  amount  of  $377,500  and  an  original  contract  duration  of  90 
consecutive  calendar  days;  and 

WHEREAS,  On  December  11,  2018  this  Commission  adopted  Resolution  No.  18-0201  to 
increase  the  existing  $37,750  contract  cost  contingency  in  the  amount  of  $112,250  for  a  total 
contract  amount  contingency  of  $150,000  and  an  increase  to  the  existing  9-day  contract  duration 
contingency  in  the  amount  of  131  calendar  days  for  a  total  contract  duration  contingency  of  140 
consecutive  calendar  days;  and 

WHEREAS,  On  April  9,  2019,  this  Commission  adopted  Resolution  No.  19-0069  to 
accept  work  performed  by  Hoseley  Corporation,  approve  Modification  No.  2  (Final),  and 
authorize  final  payment  to  the  contractor;  and 

WHEREAS,  Resolution  No.  19-0069  incorrectly  stated  that  Modification  No.  2 
decreased  the  contract  duration  by  34  calendar  days  for  a  total  final  contract  duration  of  56 
calendar  days,  when  in  fact  Modification  No.  2  increased  the  duration  by  22  days  for  a  final  total 
contract  duration  of  1 12  calendar  days;  and 

WHEREAS,  Funds  are  available  from  Project  No.  WD-2850(I)  -  Crystal  Springs/San 
Andreas  Pipeline  Erosion  Repair  at  OW-13  and  OW-18;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  ratifies  the  correction  of  the  contract  duration 
for  Modification  No.  2  (Final)  approved  in  Resolution  No.  19-0069,  to  state  that  Modification 
No.  2  (Final)  for  Water  System  Improvement  Program-funded  Contract  No.  WD-2850(I),  Crystal 
Springs/San  Andreas  Pipeline  Erosion  Repair  at  OW-13  and  OW-18,  increased  the  contract 
duration  by  22  calendar  days,  for  a  final  total  contract  duration  of  1 12  consecutive  calendar  days, 
with  no  change  to  the  final  approved  contract  amount  of  $418,040. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  August  13,  2019. 


Secretary,  Public  Utilities  Commission 


. 


.  . 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


19-0157 


WHEREAS,  Work  has  been  completed  for  Contract  No.  WW-597,  Wastewater 
Enterprise  Elevator  Maintenance,  by  the  contractor,  Kone,  Inc.;  and 

WHEREAS,  On  October  14,  2014,  by  Resolution  No.  14-0158,  this  Commission 
awarded  Contract  No.  WW-597,  Wastewater  Enterprise  Elevator  Maintenance,  in  the  amount  of 
$546,969,  to  the  responsible  bidder  submitting  the  lowest  responsive  bid,  Kone,  Inc.;  and 

WHEREAS,  The  construction  contract  Notice  To  Proceed  date  was  set  for  January  2, 
2015,  with  an  original  schedule  ot  1.095  consecutive  calendar  days  and  the  contract  work  was 
completed  in  1,196  consecutive  calendar  days  on  April  1 1,  2018;  and 

WHEREAS,  Modification  No.  1  was  issued  for  $50,000  and  increasing  the  duration  by 
101  calendar  days,  within  the  10%  contingency,  to  provide  elevator  maintenance  and  repair 
services  to  nineteen  (19)  WWE  elevators,  increasing  the  total  contract  amount  to  $596,969,  and 
increasing  the  total  contract  duration  to  1,196  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  2  (Final)  is  being  requested  to  decrease  the  contract 
amount  by  $59,842,  for  a  total  contract  amount  of  $537,127  with  no  change  to  the  final  contract 
duration;  and 

WHEREAS,  The  Contract  Monitoring  Division  waived  the  Local  Business  Enterprise 
subcontracting  participation  requirement  for  this  contract;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CWWRNRTF57,  Wastewater 
Enterprise  Elevator  Maintenance;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  accepts  work  performed  by  Kone,  Inc.  for 
Wastewater  Enterprise  Operating  Budget-funded  Contract  No.  WW-597,  Wastewater  Enterprise 
Elevator  Maintenance,  approves  Modification  No.  2  (Final)  decreasing  the  contract  amount  by 
$59,842  for  a  total  contract  amount  of  $537,127,  and  a  total  contract  duration  of  1,196 
consecutive  calendar  days;  and  authorizes  final  payment  to  the  contractor. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  August  13,  2019. 


Secretary,  Public  Utilities  Commission 


■  , 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


19-0158 


WHEREAS,  Construction  has  been  completed  for  Contract  No.  WW-658,  As-Needed 
Sewer  Cleaning  and  Inspection  of  Large  Sewers,  in  San  Francisco,  California  by  the  contractor, 
Pipe  &  Plant  Solutions,  Inc.;  and 

WHEREAS,  On  August  8,  2017,  by  Resolution  No.  17-0178,  this  Commission  awarded 
Sewer  System  Improvement  Program  (SSIP)-funded  Contract  No.  WW-658,  As-Needed  Sewer 
Cleaning  and  Inspection  of  Large  Sewers,  in  the  amount  of  $2,694,000,  to  the  responsible  bidder 
submitting  the  lowest  responsive  bid.  Pipe  &  Plant  Solutions,  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-to-Proceed  date  was  set  for  October  24, 
2017,  with  an  original  schedule  of  930  consecutive  calendar  days,  and  the  contract  work  was 
completed  in  604  consecutive  calendar  days  on  June  19,  2019;  and 

WHEREAS,  The  original  contract  amount  was  for  $2,694,000  and  the  original  contract 
duration  was  930  consecutive  calendar  days;  and 

WHEREAS,  Modification  Nos.  1  and  3  were  issued  to  adjust  bid  item  quantities  within 
the  contract  to  reflect  actual  quantities  and  site  conditions,  with  no  changes  to  the  contract 
amount  or  duration;  and 

WHEREAS,  Modification  No.  2  was  issued  for  $269,394,  within  the  10%  contingency 
amount,  for  additional  and  estimated  quantities  of  materials,  for  a  revised  total  contract  amount 
of  $2,963,394,  with  no  change  to  the  contract  duration;  and 

WHEREAS,  Modification  No.  4  (Final)  is  being  requested  to  decrease  the  contract 
amount  by  $21,405  to  reflect  final  quantities  from  the  contract  and  to  decrease  the  contract 
duration  by  326  consecutive  calendar  days;  and 

WHEREAS,  The  Contract  Monitoring  Division  (CMD  has  determined  the  contractor 
substantially  complied  with  the  Local  Business  Enterprise  (LBE)  subcontracting  requirement  of 
20%  by  achieving  a  final  LBE  participation  of  6.01%;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CWWSIPCSSR02;  now,  therefore,  be 
it 

RESOLVED,  That  this  Commission  hereby  accepts  work  performed  for  SSIP-funded 
Contract  No.  WW-658,  As-Needed  Sewer  Cleaning  and  Inspection  of  Large  Sewers,  approves 
Modification  No.  4  (Final)  decreasing  the  contract  amount  by  $21,405,  and  decreasing  the 
contract  duration  by  326  consecutive  calendar  days  for  a  final  contract  amount  of  $2,941,989  and 
a  final  contract  duration  of  604  consecutive  calendar  days,  and  authorizes  final  payment  to  the 
contractor,  Pipe  &  Plant  Solutions,  Inc. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  August  13, 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0159 


WHEREAS,  On  January  12,  2016,  per  Resolution  No.  16-0013,  this  Commission 
approved  the  award  of  Water  Enteiprise,  Water  System  Improvement  Program  (WSIP)-funded 
Construction  Contract  No.  WD-2729,  Fish  Passage  Facilities  within  the  Alameda  Creek 
Watershed,  to  Shimmick  Construction,  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-to-Proceed  date  was  April  19,  2016;  and 

WHEREAS,  The  original  contract  amount  was  for  $28,939,300  and  the  original  contract 
duration  was  972  consecutive  calendar  days;  and 

WHEREAS,  Section  6.22(h)  of  the  Administrative  Code  requires  any  cumulative 
increases  in  contract  price  or  duration  in  excess  of  10%  of  the  original  contract  amounts  be 
approved  by  the  Commission;  and 

k .  -N:  2  /  , ,  '  '  \ 

WHEREAS,  On  August  8,  2017,  per  Resolution  No.  17-0175,  this  Commission  approved 
an  increase  of  $8,608,416  to  the  contract  cost  contingency  for  a  total  contract  cost  contingency  of 
$11,502,346  and  a  total  contract  amount  of  up  to  $40,441,646,  with  no  change  to  the  contract 
duration  contingency;  and 


WHEREAS,  An  increase  of  $4,316,159  to  the  contract  cost  contingency  and  an  increase 
of  220  calendar  days  to  the  contract  duration  contingency  is  now  requested  for  the  following: 
address  differing  site  conditions  encountered  during  the  construction  of  the  soil  nail  wall, 
installation  and  extension  of  the  contract  landslide  stabilization  wall,  additional  automation  in 
hardware  and  programming,  changes  to  the  fall  arrest  and  retrieval  system,  structural  adjustments 
to  support  fish  screen  operations,  handrail  modifications,  removal  of  debris  from  unexpected 
storms,  addition  of  ladders  and  support  equipment,  continued  biological  resources  monitoring 
and  storm  water  management  due  to  the  extended  project  duration  ,  and  potential  extended 
overhead  claims;  and 

WHEREAS,  The  Planning  Department  evaluated  the  additional  scope  of  work  and 
determined  that  this  work  did  not  constitute  substantial  changes  to  the  project  that  was  evaluated 
in  the  Final  Environmental  Impact  Report  (FEIR)  for  the  Calaveras  Dam  Replacement  Project 
(CDRP)  that  included  the  Fish  Passage  Facilities  within  the  Alameda  Creed  Watershed  as  a  sub- 
project  of  the  CDRP;  and 

WHEREAS,  The  Contract  Monitoring  Division  established  a  Local  Business  Enterprise 
(LBE)  subcontracting  goal  of  9.00%  on  this  project  and  the  contractor  committed  to  a  LBE 
subcontractor  participation  of  9.03%  with  its  bid  submittal;  and 


WHEREAS,  Funding  is  currently  available  in  Project  CUW37401,  CDRP,  which 
includes  the  Fish  Passage  Facilities  within  the  Alameda  Creek  Watershed  as  a  sub-project  of  the 
CDRP;  now,  therefore,  be  it 

RESOFVED,  That  this  Commission  hereby  approves  an  increase  of  $4,316,159  to  the 
existing  contract  cost  contingency  and  an  increase  of  220  calendar  days  to  the  existing  contract 
duration  contingency,  for  Water  Enterprise,  WSIP-funded  Construction  Contract  WD-2729,  Fish 
Passage  Facilities  within  the  Alameda  Creek  Watershed,  for  a  total  contract  cost  contingency  of 
$15,818,505  and  a  total  contract  duration  contingency  of  317  consecutive  calendar  days;  and  be 
it 

FURTHER  RESOFVED,  That  this  Commission  hereby  authorizes  the  General  Manager 
or  his  designee,  to  consider  and,  if  appropriate,  to  approve  any  future  modifications  to  the 
contract  for  a  total  contract  amount  of  up  to  $44,757,805  and  for  a  total  contract  duration  of  up  to 
1,289  consecutive  calendar  days. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  o  f  August  13,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 
City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0160 


WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  have  developed  a 
project  description  for  the  installation  of  an  Advanced  Quantitative  Precipitation  Information 
(AQPI)  system  and  replacement  of  components  of  an  existing  SFPUC  radio  system  on  SFPUC- 
owned  land  on  Montara  Mountain  otherwise  known  as  Project  No.  10034527,  Montara  Mountain 
Rainfall  Prediction  and  Radio  Replacement  Project;  and 

WHEREAS,  The  objectives  of  the  Project  are  to  1)  deploy  monitoring  equipment  on 
Montara  Mountain  to  collect  atmospheric  data  in  real  time,  and  to  use  the  data  to  generate 
rainfall  forecasts  with  improved  spatial,  temporal,  and  volumetric  accuracy,  2)  use  the  improved 
forecasts  in  conjunction  with  the  SFPUC  Water  Enterprise  hydraulic  model  to  better  manage 
SFPUC  infrastructure,  and  3)  to  maintain  and  protect  the  City  of  San  Francisco’s  critical 
infrastructure,  by  providing  communications  to  ensure  that  operations  and  maintenance  could 
proceed  uninterrupted  during  emergencies;  and 

WHEREAS,  Purchase  of  the  radar  equipment  is  funded  by  a  grant  from  the  California 
Department  of  Water  Resources  under  Proposition  84  that  is  being  administered  by  Sonoma 
Water,  and  funds  for  all  other  costs  related  to  the  project  are  available  from  Water  Enterprise 
Programmatic  Budget  Project  No.  10034527,  Montara  Mountain  Rainfall  Prediction  and  Radio 
Replacement  Project;  and 

WHEREAS,  The  Planning  Department  reviewed  and  considered  the  Final  Mitigated 
Negative  Declaration  (FMND)  for  the  Project,  and  found  that  the  contents  of  said  report  and  the 
procedures  through  which  the  FMND  was  prepared,  publicized  and  reviewed  complied  with  the 
provisions  of  the  California  Environmental  Quality  Act  (California  Public  Resources  Code 
Sections  21000  et  seq.j(CEQA),  14  California  Code  of  Regulations  Sections  15000  et  seq.  (the 
CEQA  Guidelines),  and  Chapter  31  of  the  San  Francisco  Administrative  Code  (“Chapter  31”); 
and 


WHEREAS,  On  June  19,  2019,  The  Environmental  Review  Officer  found  the  FMND 
was  adequate,  accurate  and  objective,  reflected  the  independent  analysis  and  judgement  of  the 
Planning  Department  (and  the  summary  of  comments  and  responses  contained  no  significant 
revisions  to  the  Preliminary  Mitigated  Negative  Declaration),  and  certified  approved  the  FMND 
for  the  Project  in  compliance  with  CEQA,  the  CEQA  Guidelines  and  Chapter  3 1 ;  and 

WHEREAS,  The  Planning  Department  is  the  custodian  of  records,  located  at  1650 
Mission  Street,  Fourth  Floor,  San  Francisco,  California;  and 

WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  prepared  a 
Mitigation  and  Monitoring  Reporting  Program  (MMRP),  which  material  was  made  available  to 
the  public  and  this  Commission’s  review,  consideration  and  action:  now  therefore,  be  it 


RESOLVED,  That  this  Commission  has  reviewed  and  considered  the  FMND  and  the 
record  as  a  whole,  and  finds  that  the  FMND  is  adequate  for  its  use  as  the  decision  making  body 
for  the  Project,  that  there  is  no  substantial  evidence  that  the  Project  could  have  a  significant 
effect  on  the  environment  with  the  adoption  of  the  mitigation  measures  contained  in  the  MMRP 
to  avoid  potentially  significant  environmental  effects  associated  with  the  Project,  and  that  the 
FMND  reflects  the  City’s  independent  judgment  and  analysis,  and  hereby  adopts  the  FMND  and 
the  MMRP;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  approves  Water  Enterprise 
Programmatic  Budget-funded  Project  No.  10034527,  Montara  Mountain  Rainfall  Prediction  and 
Radio  Replacement  Project  and  authorizes  the  General  Manager  to  direct  staff  to  implement  the 
Project. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public 
Utilities  Commission  at  its  meeting  of  August  13,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  19-0161 


WHEREAS,  Under  the  California  Environmental  Quality  Act  (CEQA)  and  State  of 
California  Water  Code  (Section  10910(g)(1)),  the  San  Francisco  Public  Utilities  Commission 
(SFPUC)  is  required  to  prepare  and  approve  a  Water  Supply  Assessment  (WSA)  for  the 
cumulative  water  demands  presented  by  the  proposed  Potrero  Power  Station  Project,  which 
would  redevelop  the  former  Potrero  Power  Plant  site  located  along  San  Francisco’s  Central 
Waterfront  into  a  mixed-use  development,  including  residential;  commercial;  hotel;  community 
facility;  production,  distribution,  and  repair;  retail  and  other  active  uses;  and  parking;  as  well  as 
public  access  areas,  open  spaces,  and  a  grid  of  public  streets  and  private  alleys;  and  involve  the 
construction  of  up  to  approximately  5.4  million  gross  square  feet;  and 

WHEREAS,  The  Potrero  Power  Station  Project  is  required  to  comply  with  the  City’s 
Non-potable  Water  Ordinance,  Article  12C  of  the  San  Francisco  Health  Code,  and  as  a  result,  the 
Project  will  offset  its  potable  water  use  through  the  use  of  alternate  water  sources;  and 

WHEREAS,  A  WSA  is  an  informational  document  that  assesses  the  adequacy  of  water 
supplies  to  serve  a  proposed  project  and  is  required  to  be  prepared  as  part  of  the  CEQA 
environmental  review  process;  and 

WHEREAS,  Approval  of  a  WSA  as  an  informational  document  is  not  considered  an 
approval  action  as  defined  in  Section  15378  of  the  CEQA  Guidelines;  and 

WHEREAS,  A  WSA  must  be  approved  at  a  public  meeting  by  the  governing  body  of  the 
public  water  supplier  that  would  serve  the  proposed  project;  and 

WHEREAS,  On  April  24,  2018,  by  Resolution  No.  18-0069,  this  Commission  approved  a 
WSA  for  the  Potrero  Power  Station  Project,  which  concluded  that  the  SFPUC  has  adequate  water 
supplies  to  meet  the  proposed  project’s  water  demands  through  2040;  and 

WHEREAS,  Following  this  Commission’s  approval  of  the  WSA, on  December  12,  2018, 
the  State  Water  Resources  Control  Board  adopted  an  amendment  to  the  Water  Quality  Control 
Plan  for  the  San  Francisco  Bay/Sacramento-San  Joaquin  Delta  Estuary  (i.e.,  Bay-Delta  Plan 
Amendment),  which,  if  implemented  in  the  future,  would  affect  the  Hetch  Hetchy  Regional 
Water  System  supply  and  the  SFPUC’s  ability  to  meet  the  projected  demands  of  existing  and 
future  retail  customers,  including  the  proposed  project;  and 

WHEREAS,  Multiple  lawsuits  are  pending  challenging  the  Bay-Delta  Plan  Amendment, 
and  the  City  is  a  party  to  one  of  those  suits;  and 

WHEREAS,  In  accordance  with  the  State  Water  Resources  Control  Board’s  instruction, 
on  March  1,  2019,  the  SFPUC,  in  partnership  with  other  key  stakeholders,  submitted  a  proposed 
“voluntary  agreement”  (March  1st  Proposed  Voluntary  Agreement)  for  the  State’s  consideration 
as  a  substitute  or  replacement  of  the  Bay-Delta  Plan  Amendment;  and 

WHEREAS,  On  March  26,  2019  by  Resolution  No.  19-0057,  this  Commission  endorsed 
the  SFPUC’s  continued  participation  in  the  voluntary  agreement  negotiation  process  and  stated 


its  intent  that  the  terms  of  any  final  voluntary  agreement  would  improve  the  health  of  the 


fisheries  and  maintain  the  reliability  of  its  water  supply  including  maintenance  of  its  level  of 
service  (LOS)  goal  of  no  more  than  20%  system-wide  rationing;  and 

WHEREAS,  The  voluntary  agreement  negotiation  process  is  ongoing  and  in  a  July  1, 
2019  written  status  report,  the  California  Secretary  for  Environmental  Protection  and  California 
Secretary  for  Natural  Resources  stated  that  the  collective  State  agencies  should  be  able  “to 
determine  the  adequacy”  of  the  various  proposed  voluntary  agreements,  including  the  proposed 
Tuolumne  Voluntary  Agreement,  by  October  15,  2019;  and 

WHEREAS,  Because  implementation  of  the  Bay-Delta  Plan  Amendment  or  an 
alternative  Voluntary  Agreement  is  uncertain  at  this  time  for  several  reasons  outlined  in  the 
attached  Revised  WSA,  the  SFPUC  staff  prepared  the  attached  Revised  WSA  for  the  proposed 
Potrero  Power  Station  Project,  analyzing  water  supply  and  demand  under  three  scenarios:  (1)  No 
implementation  of  the  Bay-Delta  Plan  Amendment  or  the  March  1st  Proposed  Voluntary 
Agreement  (“Scenario  1”),  (2)  Implementation  of  the  March  1st  Proposed  Voluntary  Agreement 
(“Scenario  2”),  and  (3)  Implementation  of  the  Bay-Delta  Plan  Amendment  (“Scenario  3”);  and 

WHEREAS,  The  Revised  WSA  concludes  that  the  SFPUC’s  total  projected  water 
supplies  through  2040  will  (1)  meet  the  demands  of  the  proposed  project  in  normal  years  under 
all  three  scenarios,  (2)  meet  the  demands  of  the  proposed  project  in  dry  years  without  rationing 
beyond  the  SFPUC’s  LOS  goal  of  20%  system-wide  rationing  under  Scenario  1,  (3)  meet  the 
demands  of  the  proposed  project  in  dry  years  but  require  rationing  closer  to  the  LOS  goal  under 
Scenario  2,  and  (4)  not  reliably  meet  the  demands  of  the  proposed  project  without  rationing  at  a 
level  greater  than  that  required  to  achieve  the  LOS  goal  under  Scenario  3;  and 

WHEREAS,  The  Revised  WSA  is  intended  to  supersede  the  previous  WSA  approved  by 
the  Commission  on  April  24,  2018  for  the  proposed  Project;  now,  therefore,  be  it 

RESOLVED,  This  Commission  approves  the  attached  Revised  Water  Supply  Assessment 
for  the  proposed  Potrero  Power  Station  Project  pursuant  to  the  State  of  California  Water  Code 
Section  10910(g). 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  August  13,  2019. 


Secretary,  Public  Utilities  Commission 


San  Francisco 

Water  Power  Sewer 

Services  of  the  San  Francisco  Public  Utilities  Commission 


San  Francisco  public  utilities  Commission 

City  and  County  of  San  Francisco 

London  N.  Breed 

Mayor 


AGENDA 

RESCHEDULED  REGULAR  MEETING 

Tuesday,  August  27.  2019 

12:00  P.M. 

**NOTE  EARLIER  START  TIME** 


1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 

Commissioners 

Ann  Moller  Caen,  President 
Francesca  Vietor,  Vice  President 
Anson  Moran 
Sophie  Maxwell 
Tim  Paulson 


Harlan  L.  Kelly,  Jr. 

General  Manager 


Donna  Hood 

Secretary 


For  information,  contact  the  Commission  Secretary  at  415-554-3165 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site: 
www.sfwater.org 

Gavel-to-Gavel  coverage  available  at: 
http://sanfrancisco.granicus.com/ViewPublisher.php7view  id— 22 


Accessible  Meeting  Policy:  The  San  Francisco  Public  Utilities  Commission  meeting  will  be  held  in  Room  400, 
at  1  Dr.  Carlton  B.  Goodlett  Place  (400  Van  Ness  Ave.),  San  Francisco,  CA.  The  closest  accessible  BART 
station  is  the  Civic  Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible  MUNI  lines  serving  this 
location  are:  MUNI  Metro  Lines  J-Church,  K-Ingleside,  L-Taraval,  M-Ocean  View,  N-Judah  and  T-Third  at  Van 
Ness  and  Civic  Center  Stations;  F-Market;  19-Polk,  47-Van  Ness;  49-Mission-Van  Ness;  5-Fulton;  6-Parnassus, 
21-Hayes;  9-San  Bruno;  and  7-Haight  Noriega.  For  information  about  MUNI  accessible  services  call  701.4485. 

The  meeting  room  is  wheelchair  accessible.  Accessible  curbside  parking  spaces  have  been  designated  on  the 
Van  Ness  Avenue  and  McAllister  Street  perimeters  of  City  Flail  for  mobility-impaired  persons.  There  is 
accessible  parking  available  within  the  Civic  Center  Underground  Parking  Garage  at  the  corner  of  McAllister 
and  Polk  Streets,  and  within  the  Performing  Arts  Parking  Garage  at  Grove  and  Franklin  Streets. 

T o  obtain  a  disability-related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain  meeting 
materials  in  alternative  format,  please  contact  Donna  Hood  at  415.554.3165.  Providing  at  least  72  hours  notice 
will  help  to  ensure  availability.  Written  reports  or  background  materials  for  calendar  items  are  available  for 
public  inspection  and  copying  at  525  Golden  Gate  Ave.,  13th  Floor  during  regular  business  hours  and  are 
available  on-line  at  http://www.  sfwater.org/index.  aspx?paqe=1 67. 

To  assist  the  City’s  efforts  to  accommodate  persons  with  severe  allergies,  environmental  illnesses,  multiple 
chemical  sensitivity  or  related  disabilities,  attendees  at  public  meetings  are  reminded  that  other  attendees  may 
be  sensitive  to  various  chemical  based  products.  Please  help  the  City  to  accommodate  these  individuals. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are  prohibited 
at  this  meeting.  Please  be  advised  that  the  President  may  order  the  removal  from  the  meeting  room  of  any 
person(s)  responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other  similar  sound-producing 
electronic  devices. 

Know  Your  Rights  Under  the  Sunshine  Ordinance:  Government's  duty  is  to  serve  the  public,  reaching  its 
decision  in  full  view  of  the  public.  Commissions,  boards,  councils  and  other  agencies  of  the  City  and  County 
exist  to  conduct  the  people's  business.  This  ordinance  assures  that  deliberations  are  conducted  before  the 
people  and  that  City  operations  are  open  to  the  people's  review.  For  more  information  on  your  rights  under 
the  Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance,  contact  Administrator,  by  mail  to  Sunshine 
Ordinance  Task  Force,  1  Dr.  Carlton  B.  Goodlett  Place,  Room  244,  San  Francisco,  CA  94102.4689;  by 
phone  at  554.7724;  by  fax  at  554.7854;  or  by  email  at  sotf@sfgov.org. 

Copies  of  the  Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San 
Francisco  Public  Library  and  on  the  City’s  website  at  http://www.sfgov.org. 
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Lobbyist  Registration  and  Reporting  Requirements:  Individuals  and  entities  that  influence  or  attempt  to 
influence  local  legislative  or  administrative  action  may  be  required  by  the  San  Francisco  Lobbyist  Ordinance  [SF 
Campaign  &  Governmental  Conduct  Code  §2.100]  to  register  and  report  lobbying  activity.  For  more  information 
about  the  Lobbyist  Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van  Ness  Avenue, 
Suite  220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax  (415)  252-31 1 2;  web  site  at 
www.sfQov.org/ethics. 

CEQA  Appeal  Rights  under  Chapter  31  of  the  San  Francisco  Administrative  Code:  If  the  Commission’s 
action  on  a  project  constitutes  the  Approval  Action  for  that  project  (as  defined  in  S.F.  Administrative  Code 
Chapter  31,  as  amended,  Board  of  Supervisors  Ordinance  Number  161-13),  then  the  CEQA  determination 
prepared  in  support  of  that  Approval  Action  is  thereafter  subject  to  appeal  within  the  time  frame  specified  in  S.F. 
Administrative  Code  Section  31.16.  Typically,  an  appeal  must  be  filed  within  30  calendar  days  of  the  Approval 
Action  for  a  project  that  has  received  an  exemption  or  negative  declaration  pursuant  to  CEQA.  For  information 
on  filing  an  appeal  under  Chapter  31 ,  contact  the  Clerk  of  the  Board  of  Supervisors  at  City  Hall,  1  Dr.  Carlton  B. 
Goodlett  Place,  Room  244,  San  Francisco,  CA  94102,  or  call  (415)  554-5184.  If  the  Planning  Department’s 
Environmental  Review  Officer  has  deemed  a  project  to  be  exempt  from  further  environmental  review,  an 
exemption  determination  has  been  prepared  and  can  be  obtained  on-line  at  http://www.sf- 
planninq.org/index. aspx?paqe=3447. Under  CEQA,  in  a  later  court  challenge,  a  litigant  may  be  limited  to  raising 
only  those  issues  previously  raised  at  a  hearing  on  the  project  or  in  written  correspondence  delivered  to  the 
Board  of  Supervisors,  Planning  Commission,  Planning  Department  or  San  Francisco  Public  Utilities 
Commission  at,  or  prior  to,  such  hearing,  or  as  part  of  the  appeal  hearing  process  on  the  CEQA  decision. 


ORDER  OF  BUSINESS 


1.  Call  to  Order 


2.  Roll  Call 

3.  Approval  of  the  Minutes  of  August  13,  2019 

4.  General  Public  Comment  (discussion  only) 

Members  of  the  public  may  address  the  Commission  on  matters  that  are 
within  the  Commission’s  jurisdiction  and  are  not  on  today’s  agenda. 

5.  Communications  (discussion  only) 

a)  Advance  Calendar 

b)  Correspondence  Log 

c)  Contract  Advertisement  Report 

d)  Annual  Multi-Enterprise  Climate  Committee  Update 

e)  SFPUC’s  Community  Benefits  Team  Diversity:  Approach  and  Statistics 

f)  Water  Supply  Conditions  Update 


6.  Report  of  the  General  Manager  (discussion  only) 

a)  Report  on  Recent  San  Francisco  Public  Utilities  Commission  Activities, 
Events  and  Announcements 


7. 

8. 


Bay  Area  Water  Supply  Conservation  Agency  Update  (discussion  only) 

(Sandkulla) 


Other  Commission  Business  (discussion  only) 


The  following  matters  before  the  San  Francisco  Public  Utilities  Commission  are 
recommended  for  action  as  stated  by  the  General  Manager  and  City  Attorney, 
where  applicable.  Explanatory  documents  provided  to  the  Commission  in 
connection  with  this  agenda  are  available  for  public  inspection  and  copying  at 
the  Office  of  the  Commission  Secretary,  525  Golden  Gate  Avenue,  13th  Floor, 
San  Francisco,  CA  94102;  Telephone:  (415)  554-3165;  Fax:  (415)  554-3424; 
and  are  available  on-line  at  htto://www. sfwater. org/index. aspx?paae= 167 


CONSENT  CALENDAR 


9.  All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to  be 
routine  by  the  San  Francisco  Public  Utilities  Commission  and  will  be  acted  upon 
by  a  single  vote  of  the  Commission.  There  will  be  no  separate  discussion  of 
these  items  unless  a  member  of  the  Commission  or  the  public  so  requests,  in 
which  event  the  matter  will  be  removed  from  the  Calendar  and  considered  as  a 
separate  item. 

a)  Accept  work  performed  by  Sierra  Mountain  Construction  Inc.  for  Contract 
n  No.  HH-991,  2018  Mountain  Tunnel  Interim  Repairs;  approve  Modification 

U 1 D  /  No.  3  (Final),  increasing  the  contract  amount  by  $297,390  and  increasing 

the  contract  duration  by  183  consecutive  calendar  days  (approximately  six 
months)  for  a  total  contract  amount  of  $6,813,006  and  a  total  contract 


duration  of  439  consecutive  calendar  days  (approximately  one  year  and 
three  months);  and  authorize  final  payment  to  the  contractor.  (How) 

b)  Approve  the  novation  of  Agreement  No.  PRO. 0061,  Federal  Legislative 
Representation  and  Advocacy  Services;  authorize  the  General  Manager  to 
execute  a  Novation  Agreement  for  the  existing  Agreement  No.  PRO. 0061 , 
l  <10171  from  Daryl  Owen  Associates,  Inc.,  to  Owen  Evans  Ingols,  Inc.;  approve 

Amendment  No.  2,  increasing  the  agreement  amount  up  to  $20,000,  with  no 
change  in  the  agreement  duration,  for  a  total  not-to-exceed  agreement 
amount  of  $1 ,220,000,  and  removing  the  requirement  for  5%  withholding 
from  each  invoice;  and  authorize  the  General  Manager  to  execute  this 
amendment.  (Ellis) 


l  <50168 


c)  Accept  work  performed  by  American  Construction  &  Supply,  Inc.  for 

Contract  No.  WD-2770,  Cathodic  Protection  for  Transmission  Pipelines  at 
Various  Locations  -  Phase  1;  approve  Modification  No.  1  (Final),  increasing 
the  contract  amount  by  $444,685  and  increasing  the  contract  duration  by 
324  consecutive  calendar  days  (approximately  1 1  months),  for  a  total 
contract  amount  of  $2,285,425  and  a  total  contract  duration  of  564 
consecutive  calendar  days  (approximately  one  year  and  six  months);  and 
authorize  final  payment  to  the  contractor.  (How) 


d)  Accept  work  performed  by  Anvil  Builders,  Inc.  for  Contract  No.  WD-2838, 
Sunol  Valley  Water  Treatment  Plant  Powdered  Activated  Carbon  System  for 
|°nipq  a  total  contract  amount  of  $6,442,769,  and  a  total  contract  duration  of  397 
’  1 D  J  consecutive  calendar  days  (approximately  one  year  and  one  month);  and 
authorize  final  payment  to  the  contractor.  (How) 


e)  Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to 
execute  (1)  a  Utility  Facility  Transfer  and  Grant  of  Easement  Agreement 
by  and  among  Alemany  Housing  Associates,  L.P.,  the  Housing  Authority, 
and  the  SFPUC,  and  (2)  an  eight-year,  Temporary  Electric  Utility 
1  q  0 1  7  0  Easement  Agreement  between  the  Housing  Authority  and  the  SFPUC. 

This  action  constitutes  the  Approval  Action  for  the  project  for  the  purposes 
of  the  California  Environmental  Quality  Act,  pursuant  to  Section  31 .04(h)  of 
the  San  Francisco  Administrative  Code.  (Carlin) 


REGULAR  CALENDAR 

10.  Approve  the  terms  and  conditions  of,  and  authorize  the  General  Manager  to 
execute,  an  Agreement  for  Purchase  and  Sale  of  Real  Estate  in  the  amount 
1  °Q172  °f  $1,590,000,  plus  related  transaction  costs  not-to-exceed  $100,000,  for  the 
purchase  from  Michael  Mitchell  of  approximately  five  acres  of  Alameda 
Watershed  land,  improved  by  a  2,890  square-foot  single-family  residence  and 
certain  personal  property,  commonly  known  as  12163  Calaveras  Road  in  the 
unincorporated  Town  of  Sunol,  California  (Alameda  County  Assessor’s  Parcel 
No.  096-0100-015).  This  action  constitutes  the  Approval  Action  for  the  project 
for  the  purposes  of  CEQA,  pursuant  to  Section  31 .04(h)  of  the  San  Francisco 
Administrative  Code.  (Carlin) 


1  °017S1'  Award  Job  °rder  Contract  No.  JOC-74,  General  Engineering  (A-License)  for 
San  Joaquin,  Stanislaus,  and  Tuolumne  Counties  for  a  not-to-exceed  amount  of 


$5,000,000  and  a  duration  of  two  years,  to  the  sole  responsible  and  responsive 
bidder,  Sierra  Mountain  Construction,  Inc.,  to  perform  General  Engineering 
construction  tasks  for  San  Francisco  Public  Utilities  Commission  Enterprises 
and  Bureaus  in  San  Joaquin,  Stanislaus,  and  Tuolumne  Counties.  (How) 

12.  Consent  to  the  terms  and  conditions  for  the  completion  and  acceptance  of 
water,  stormwater,  and  sewer  infrastructure  in  the  Mission  Bay  South  Plan 

100174  Area  set  forth  in  the  Letter  Agreement  dated  July  29,  201 9  between  the  Office  of 
Community  Investment  and  Infrastructure,  FOCIL-MB,  LLC,  and  the  City  and 
County  of  San  Francisco.  (Carlin) 

13.  Public  Comment  on  matters  to  be  addressed  during  Closed  Session 


14.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters 
listed  below  as  Conference  with  Legal  Counsel 


The  Commission  will  go  into  Closed  Session  to  discuss  the  following  items: 

15.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1 )  (discussion  only)  (Mueller) 

Existing  Litigation 

Pacific  Gas  &  Electric  Corporation 

Case  No.  19-30088/Date  Filed:  January  29,  2019 

Case  No.  19-30089/Date  Filed:  January  29,  2019 

United  States  Bankruptcy  Court,  Northern  District  of  California 

16.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section 
67.10(d)  (1)  (discussion  only)  (Mueller) 

Existing  Litigation 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 
Docket  No.  EL  I  9-38-000/Date  Filed:  January  28,  2019  Federal  Energy 
Regulatory  Commission 

17.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1 )  (discussion  only)  (Mueller) 

Existing  Litigation 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Federal  Energy 
Regulatory  Commission  Complaint  under  Sections  206  and  306  of  the  Federal 
Power  Act. 

Case  No.  ELI  5-3-000/Date  Filed:  October  9,  2014 


Following  Closed  Session,  the  Commission  will  reconvene  in  Open  Session 

18.  Announcement  Following  Closed  Session 


19.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session 
pursuant  to  San  Francisco  Administrative  Code  Section  67.12  (a) 

20.  Other  New  Business  (discussion  only) 

21.  Adjournment 


San  Francisco 
Water 

Services  of  the  San  Francisco  Public  Utilities  Commission 


San  Francisco  Public  Utilities  Commission 

City  and  County  of  San  Francisco 

London  N.  Breed 

Mayor 


Minutes 

Rescheduled  Regular  Meeting 
Tuesday,  August  27,  2019 
12:00  P.M.  (Earlier  Start  Time) 

(Approved  September  10,  2019) 


1  Dr.  Carlton  B.  Goodlett  Place 
City  Hail,  Room  400 
San  Francisco,  CA  94102 

Commissioners 

Ann  Moller  Caen,  President 
Francesca  Vietor,  Vice  President 
Anson  Moran 
Sophie  Maxwell 
Tim  Paulson 


Harlan  L.  Kelly,  Jr. 

General  Manager 


Donna  Hood 

Secretary 


For  information,  contact  the  Commission  Secretary  at  415-554-3165 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site: 

www.stwater.org 

Gavel-to-Gavel  coverage  available  at: 

http://sanfrancisco.qranicus.comA/iewPublisher.pho7view  id~22 


1 .  Call  to  Order 

President  Caen  called  the  meeting  to  order  at  12:05  PM. 

2.  Roll  Call 

Present:  Caen,  Vietor,  Moran,  and  Paulson 

3.  Approval  of  the  Minutes  of  August  13,  2019 

President  Caen  asked  for  a  correction  to  the  minutes  reflecting  that  she  did 
not  adjourn  the  meeting  of  August  13,  2019.  Vice  President  Vietor  (VP) 
chaired  and  adjourned  the  meeting. 

On  Motion  to  approve  the  Minutes  of  August  13,  2019  with  correction: 

Ayes:  Caen,  Vietor,  Moran,  and  Paulson 

No  public  comment. 

4.  General  Public  Comment 

-  Francisco  DaCosta  discussed  Pacific  Gas  &  Electric’s  rate  increases  due 
to  fire  expenses.  He  questioned  CleanPowerSF  and  what  transmission 
lines  are  used.  He  discussed  sewer  treatment  plant  notice  of  violations. 

5.  Communications 

a)  Advance  Calendar 

b)  Correspondence  Log 

c)  Contract  Advertisement  Report 

d)  Annual  Multi-Enterprise  Climate  Committee  Update 

e)  SFPUC’s  Community  Benefits  Team  Diversity:  Approach  and  Statistics 

f)  Water  Supply  Conditions  Update 
None. 

No  public  comment. 

6.  Report  of  the  General  Manager  (GM) 

a)  Report  on  Recent  San  Francisco  Public  Utilities  Commission  Activities, 

Events  and  Announcements 


At  the  request  of  GM  Kelly  Jr.,  Steve  Ritchie,  Assistant  General  Manager 
(AGM)  Water,  provided  an  update  on  the  issue  of  trail  access  at  the 
Montara  Mountain  watershed  site.  He  briefly  discussed  the  current 
requirements  of  the  Peninsula  Watershed  Management  Plan  (WMP).  He 
provided  an  update  on  a  meeting  held  with  representatives  from  the 
Coastside  Running  Club  (Ron  Little,  Sean  Handel,  and  Paula  Leuzzi), 
who  have  agreed  to  work  with  staff  to  reach  a  resolution  which  will 
provide  alternative  access  to  the  area  with  access  for  coastside  views 
and  near-watershed  areas.  He  indicated  site  concepts  will  be  developed 
for  consideration  and  incorporated  into  a  WMP  amendment  for 
Commission  consideration. 
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Commissioner  Maxwell  arrived  at  12:10  PM. 


Vice  President  (VP)  asked  that  staff  report  back  once  a  resolution  has 
been  agreed  upon.  AGM  Ritchie  again  noted  the  MRP  will  need  to  be 
amended,  with  environmental  review,  once  a  resolution  is  determined. 

In  response  to  a  comment  from  Commissioner  Maxwell  regarding  the 
opportunity  for  education  regarding  endangered  species,  AGM  Ritchie 
noted  education  is  a  core  principle  of  the  WMP. 

In  response  to  questions  from  Commissioner  Paulson  and  President 
Caen  respectively,  AGM  Ritchie  indicated  the  meeting  was  productive, 
and  that  the  trail  in  question  is  not  part  of  the  Ridge  Trail. 

GM  Kelly  asked  that  AGM  Richie  provide  response  to  correspondence 
sent  to  the  Commission  from  a  constituent  regarding  a  Journal  of 
American  Medical  Association  article  discussing  the  addition  of  fluoride 
to  water.  He  provided  information  on  the  SFPUC’s  low  amount  of  fluoride 
added  into  the  water  system  as  per  California  mandate.  He  also 
addressed  the  Public  Health  Goal  Report. 

Public  Comment 

-  Francisco  DaCosta  stated  that  representative  from  the  other  side 
need  to  be  included  in  the  Montara  Trail  discussion.  He  discussed  the 
amount  of  knowledge  in  San  Francisco  regarding  fluoridation  in  water 
and  that  experts  must  be  consulted. 

7.  Bay  Area  Water  Supply  Conservation  Agency  (BAWSCA)  Update 

Nicole  Sandkulla,  BAWSCA  CEO,  distributed  and  read  a  letter  for  the  record: 
“Nicole  Sandkulla,  Chief  Executive  Officer,  asks  that  the  San  Francisco 
Public  Utilities  Commission  to  comply  with  California  State  Law  and  develop 
a  new  water  supply  program  to  protect  BAWSCA’s  constituents  from  sever 
water  shortages  in  future  droughts”. 

VP  Vietor  thanked  CEO  Sandkulla  for  her  comments.  She  noted  past 
discussions  regarding  water  supply  strategy.  AGM  Ritchie  provided  response 
on  the  process  and  reporting  mechanisms  and  that  he  anticipates  a  fall 
report  to  the  Commission  on  the  issue.  GM  Kelly  indicated  that  the  upcoming 
budget  proposal  will  include  staff  positions. 

Public  Comment 

-  Francisco  DaCosta  asked  that  the  Commission  consider  what  is 
happening  in  Brazil  and  with  recent  Bay  Area  fires.  He  discussed  the 
need  for  conservation;  how  much  water  leaches  from  pipes;  that 
developers  need  to  pay  more;  that  graywater  should  be  used  for  toilet 
flushing;  and  that  the  Raker  Act  needs  consideration. 

8.  Other  Commission  Business 
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Commissioner  Moran  disclosed  for  Consent  Calendar  item  9b,  that  he  knows 
Mr.  Owens,  and  stated  that  does  not  affect  his  ability  to  act  on  the  item. 


No  public  comment. 

9.  Consent  Calendar: 

a)  Accept  work  performed  by  Sierra  Mountain  Construction  Inc,  for  Contract 

No.  HH-991 , 2018  Mountain  Tunnel  Interim  Repairs;  approve  Modification 

No.  3  (Final),  increasing  the  contract  amount  by  $297,390  and  increasing 

the  contract  duration  by  1 83  consecutive  calendar  days  for  a  total  contract 

amount  of  $6,81 3.006  and  a  total  contract  duration  of  439  consecutive 


calendar  days;  and  authorize  final  payment  to  the  contractor.  (Resolution 

19-0167) 

b)  Approve  the  novation  of  Agreement  No.  PRO. 0061,  Federal  Legislative 

Representation  and  Advocacy  Services;  authorize  the  General  Manager  to 

execute  a  Novation  Agreement  for  the  existing  Agreement  No.  PRQ.0061 , 

from  Daryl  Owen  Associates.  Inc.,  to  Owen  Evans  Inqols,  Inc.;  approve 

Amendment  No.  2,  increasing  the  agreement  amount  up  to  $20,000,  with  no 


Amendment  No.  2,  increasing  tne  agreement  amount  up  to  n>zu,uuu,  wi 

change  in  the  agreement  duration,  for  a  total  not-to-exceed  agreement 

amount  of  $1 ,220,000,  and  removing  the  reguirement  for  5%  withholding 

from  par.h  invoice-  and  authorize  the  General  Manager  to  execute  this 


from  each  invoice;  and  authorize  the  General  Manager  to  execute  this 

amendment.  (Resolution  19-0171) 

c)  Accept  work  performed  by  American  Construction  &  Supply,  Inc,  for 

Contract  No.  WD-2770,  Cathodic  Protection  for  Transmission  Pipelines  at 

Various  Locations  -  Phase  1;  approve  Modification  No.  1  (Final),  increasing 


the  contract  amount  by  $444,685  and  increasing  the  contract  duration  by 


324  consecutive  calendar  days,  for  a  total  contract  amount  of  $2,285,425 


and  a  total  contract  duration  of  564  consecutive  calendar  days;  and 

authorize  final  payment  to  the  contractor.  (Resolution  19-0168) 

d)  Accept  work  performed  by  Anvil  Builders.  Inc,  for  Contract  No.  WD-2838, 

Sunol  Valley  Water  Treatment  Plant  Powdered  Activated  Carbon  System  for 

a  total  contract  amount  of  $6.442.769,  and  a  total  contract  duration  of  397 


consecutive  calendar  days;  and  authorize  final  payment  to  the  contractor. 

(Resolution  19-0169) 

e)  Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to 

execute  (1)a  Utility  Facility  Transfer  and  Grant  of  Easement  Agreement  by 

and  among  Alemanv  Housing  Associates,  L.P.,  the  Housing  Authority,  and 

the  SFPUC,  and  (2)  an  eight-year.  Temporary  Electric  Utility  Easement 

Agreement  between  the  Housing  Authority  and  the  SFPUC.  This  action 

constitutes  the  Approval  Action  for  the  project  for  the  purposes  of  the 

California  Environmental  Quality  Act,  pursuant  to  Section  31.04(h)  of  the 

San  Francisco  Administrative  Code.  (Resolution  19-0170) 

President  Caen  requested  that  item  9b  be  removed. 


On  Motion  to  approve  Consent  Calendar  items  9a  and  9c  through  9e: 
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Ayes:  Caen,  Vietor,  Moran,  Maxwell  and  Paulson 

No  Public  Comment  items  9a  and  9c  through  9e: 

The  Commission  Secretary  read  Item  9b: 

In  response  to  a  question  from  President  Caen  regarding  the  action  being 
requested,  Emily  Lam,  Director,  Policy  and  Government  Affairs,  indicated 
that  in  addition  to  the  novation  agreement,  there  is  a  request  to  increase  the 
agreement  amount  up  to  $20,000  to  provide  travel  reimbursements  ($5,000 
per  year)  to  allow  for  flexibility  of  as-needed  travel.  She  discussed  the 
removal  of  the  5%  withholding  for  this  agreement. 

On  Motion  to  approve  Consent  Calendar  item  9b: 

Ayes:  Caen,  Vietor,  Moran,  Maxwell  and  Paulson 

No  Public  Comment  items  9b 


10.  Approve  the  terms  and  conditions  of,  and  authorize  the  General  Manager  to 

execute,  an  Agreement  for  Purchase  and  Sale  of  Real  Estate  in  the  amount  of 

$1,590,000,  plus  related  transaction  costs  not-to-exceed  $100,000,  for  the 


purchase  from  Michael  Mitchell  of  approximately  five  acres  of  Alameda 

Watershed  land,  improved  by  a  2,890  square-foot  single-family  residence  and 

certain  personal  property,  commonly  known  as  12163  Calaveras  Road  in  the 

unincorporated  Town  of  Sunol,  California  (Alameda  County  Assessor’s  Parcel 

No.  096-0100-015).  This  action  constitutes  the  Approval  Action  for  the  project 

for  the  purposes  of  CEQA,  pursuant  to  Section  31 .04(h)  of  the  San  Francisco 

Administrative  Code.  (Resolution  19-0172) 

Mr.  Tim  Ramirez,  Manager,  Natural  Resources  and  Lands  Management, 
introduced  the  item  and  requested  approval. 


On  Motion  to  approve  item  10: 

Ayes:  Caen,  Vietor,  Moran,  Maxwell  and  Paulson 


No  public  comment. 

11.  Award  Job  Order  Contract  No.  JOC-74,  General  Engineering  (A-License)  for 

San  Joaquin,  Stanislaus,  and  Tuolumne  Counties  for  a  not-to-exceed  amount  of 

$5,000,000  and  a  duration  of  two  years,  to  the  sole  responsible  and  responsive 

bidder.  Sierra  Mountain  Construction,  Inc.,  to  perform  General  Engineering 

construction  tasks  for  San  Francisco  Public  Utilities  Commission  Enterprises 

and  Bureaus  in  San  Joaquin,  Stanislaus,  and  Tuolumne  Counties.  (Resolution 
19-0173) 

Mr.  Howard  Fung,  Project  Management  Bureau,  introduced  the  item  and 
requested  approval. 

On  Motion  to  approve  item  11: 

Ayes:  Caen,  Vietor,  Moran,  Maxwell  and  Paulson 


No  public  comment. 
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12.  Consent  to  the  terms  and  conditions  for  the  completion  and  acceptance  of 
water,  stormwater,  and  sewer  infrastructure  in  the  Mission  Bay  South  Plan  Area 

set  forth  in  the  Letter  Agreement  dated  July  29.  2019  between  the  Office  of 

Community  Investment  and  Infrastructure.  FOCIL-MB,  LLC,  and  the  City  and 

County  of  San  Francisco.  (Resolution  19-0174) 

On  Motion  to  approve  item  12: 

Ayes:  Caen ,  Vietor,  Moran,  Maxwell  and  Paulson 

No  public  comment. 

President  Caen  allowed  Mr.  Jose  Garrote  to  speak  out-of-order  on  a  matter  of 
General  Public  Comment.  He  addressed  a  letter  he  sent  to  the  Commission 
regarding  problems  with  the  sewer  main  located  at  his  house.  Mr.  Garrote  was 
informed  the  Commission  received  his  letter  and  that  it  was  forwarded  to  Mr. 
Greg  Norby,  AGM  Wastewater  for  investigation.  Mr.  Norby  was  in  attendance 
and  he  and  Mr.  Garrote  left  to  speak  directly  regarding  the  issue. 

13.  Public  Comment  on  matters  to  be  addressed  during  Closed  Session 

None. 

14.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters 

listed  below  as  Conference  with  Legal  Counsel 

On  Motion  to  assert: 

Ayes:  Caen,  Vietor,  Moran,  Maxwell  and  Paulson 
The  Commission  entered  Closed  Session  at  12:45  PM. 


15.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 

(d)(1) 

Existing  Litigation 

Pacific  Gas  &  Electric  Corporation 

Case  No.  19-30088/Date  Filed:  January  29,  2019 

Case  No.  19-30089/Date  Filed:  January  29,  2019 

United  States  Bankruptcy  Court.  Northern  District  of  California 

16.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section 

67.10(d)  (1) 

Existing  Litigation 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 

Docket  No.  ELI  9-38-000/Date  Filed:  January  28,  2019  Federal  Energy 

Regulatory  Commission 

17.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 

(d)(1) 

Existing  Litigation 
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City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Federal  Energy 

Regulatory  Commission  Complaint  under  Sections  206  and  306  of  the  Federal 

Power  Act. 

Case  No.  ELI  5-3-000/Date  Filed:  October  9,  2014 


Commissioner  Paulson  was  excused  from  the  meeting  at  2:32  PM. 

The  Commission  exited  Closed  Session  at  4:37  PM. 

18.  Announcement  Following  Closed  Session 

None. 

19.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session 

pursuant  to  San  Francisco  Administrative  Code  Section  67.12  (a) 

On  Motion  not  to  disclose: 

Ayes:  Caen,  Vietor,  Moran,  and  Maxwell 

20.  Other  New  Business 
None. 

21.  Adjournment 

President  Caen  adjourned  the  meeting  at  4:38  PM. 


i mmmmmm® 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0167 


WHEREAS,  Construction  has  been  completed  for  Contract  No.  HH-991,  2018  Mountain 
Tunnel  Interim  Repair,  by  the  contractor,  Sierra  Mountain  Construction  Inc;  and 

WHEREAS,  On  April  24,  2018,  per  Resolution  No.  18-0062,  this  Commission 
approved  the  award  of  Hetch  Hetchy  Water  &  Power  Program-funded  Contract  No.  HH- 
991,  2018  Mountain  Tunnel  Interim  Repairs,  in  the  amount  of  $5,875,386,  to  the  responsible 
bidder  submitting  the  lowest  responsive  bid,  Sierra  Mountain  Construction  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-to-Proceed  date  was  set  for  June  18,  2018, 
with  an  original  schedule  of  256  consecutive  calendar  days,  and  the  contract  work  was 

completed  in  439  consecutive  calendar  days  on  August  30,  2019;  and 

\  \ 

WHEREAS1,  The  original  contract  amount  was  for  $5,875,386  and  the  original  contract 
duration  was  256  consecutive  calendar  days;  and 

WHEREAS,  On  January  22,  2019,  per  Resolution  No.  19-0002,  this  Commission 
approved  an  increase  to  the  existing  cost  contingency  in  the  amount  of  $490,000  and  an  increase 
to  the  existing  duration  contingency  in  the  amount  of  68  consecutive  calendar  days  to  complete 
urgent  Kirkwood  Bypass  Chamber  repairs  during  the  January  through  March  2019  Mountain 
Tunnel  shutdown,  for  a  total  contract  amount  of  up  to  $6,952,924  and  a  total  contract  duration  of 
up  to  349  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  1  was  issued  increasing  the  contract  amount  by  $499,291 
(within  the  original  10%  cost  contingency)  for  additional  drainage  rock  placement,  additional 
videography  of  Second  Garrote  Shaft,  and  repairs  to  the  Kirkwood  Bypass  Chamber,  tor  a  total 
contract  amount  of  $6,374,677,  with  no  change  to  the  contract  duration;  and 


WHEREAS,  Modification  No.  2  was  issued  increasing  the  contract  amount  by  $140,939 
for  site  security  services,  for  a  total  contract  amount  of  $6,515,616,  with  no  change  to  the 
contract  duration;  and 

WHEREAS,  Modification  No.  3  (Final)  is  being  requested  to  increase  the  contract 
amount  by  $297,390  and  to  increase  the  contract  duration  by  183  consecutive  calendar  days  to 
complete  additional  tunnel  repairs,  to  provide  a  contractor  outreach  tour  for  the  future  Mountain 
Tunnel  Improvement  Project,  and  to  bring  the  contract  to  Final  Completion,  for  a  final  contract 
amount  of  $6,813,006  and  final  contract  duration  of  439  consecutive  calendar  days;  and 

WHEREAS,  The  Contract  Monitoring  Division  waived  the  Local  Business  Enteiprise 
requirement  for  this  project;  and 


WHEREAS,  Funds  are  available  from  Project  No.  CUH10220,  HH-991,  2018  Mountain 
Tunnel  Interim  Repairs;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  accepts  work  performed  by  Sierra  Mountain 
Construction  Inc  (SMCI)  for  Hetch  Hetchy  Water  &  Power  Program-funded  Contract  No.  HH- 
991,  2018  Mountain  Tunnel  Interim  Repairs,  approves  Modification  No.  3  (Final)  increasing  the 
contract  amount  by  $297,390  and  increasing  the  contract  duration  by  183  consecutive  calendar 
days  for  a  final  contract  amount  of  $6,813,006  and  a  final  contract  duration  of  439  consecutive 
calendar  days,  and  authorizes  final  payment  to  the  contractor,  Sierra  Mountain  Construction  Inc. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  August  27,  2019. 


Secretary ,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0168 


WHEREAS,  Construction  has  been  completed  for  Water  Enterprise,  10-Year  Capital 
Improvement  Program  (CIP)  funded  Contract  No.  WD-2770,  Cathodic  Protection  lor 
Transmission  Pipelines  at  Various  Locations  -  Phase  1,  by  the  contractor,  American 
Construction  &  Supply,  Inc.;  and 

WHEREAS,  On  August  9,  2016,  by  Resolution  No.  16-0160,  this  Commission  awarded 
Contract  No.  WD-2770,  Cathodic  Protection  for  Transmission  Pipelines  at  Various  Locations  - 
Phase  1,  in  the  amount  of  $1,840,740,  to  the  responsible  bidder  submitting  the  lowest  responsive 
bid,  American  Construction  &  Supply  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-to-Proceed  date  was  issued  on  November 
9,  2016,  with  an  original  contract  duration  of  240  consecutive  calendar  days,  and  the  contract 
work  was  completed  in  564  consecutive  calendar  days  on  May  8,  2018;  and 

WHEREAS,  Section  6.22(h)  of  the  Administrative  Code  requires  that  any  cumulative 
increases  in  the  contract  price  or  contract  duration  in  excess  of  10%  of  the  original  contract  price 
or  duration  be  approved  by  this  Commission;  and 

WHEREAS,  On  January  9,  2018,  by  Resolution  No.  18-0003,  this  Commission  approved 
an  increase  in  the  contract  cost  contingency  in  the  amount  of  $283,000  for  a  total  cost 
contingency  of  $467,074  and  an  increase  in  the  contract  duration  contingency  of  300  consecutive 
calendar  days  for  a  total  contract  duration  contingency  of  324  consecutive  calendar  days, 
allowing  a  total  contract  amount  of  up  to  $2,307,814,  and  a  total  contract  duration  of  up  to  564 
consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  1  (Final)  is  being  requested  to  increase  the  contract 
amount  by  $444,685  and  increase  the  contract  duration  by  324  consecutive  calendar  days  to 
reflect  final  quantities  from  the  contract,  for  a  final  contract  amount  of  $2,285,425  and  a  final 
contract  duration  of  564  consecutive  calendar  days;  and 

WHEREAS,  The  Contract  Monitoring  Division  has  determined  that  the  contractor  has 
made  a  good  faith  effort  to  comply  with  the  Local  Business  Enterprise  (LBE)  subcontracting 
requirement  for  this  contract  by  achieving  a  final  LBE  participation  of  7.15%;  and 


WHEREAS,  Funds  are  available  from  SFPUC  Project  No.  CUW27301  Corrosion 
Control;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  accepts  work  performed  for  Water 
Enterprise,  10-Year  CIP  Program  funded  Contract  No.  WD-2770,  Cathodic  Protection  for 
Transmission  Pipelines  at  Various  Locations  -  Phase  1,  approves  Modification  No.  1  (Final), 
increasing  the  contract  by  $444,685  and  increasing  the  duration  by  324  consecutive  calendar 
days  for  a  total  contract  amount  of  $2,285,425  and  a  total  contract  duration  ot  564  consecutive 
calendar  days,  and  authorizes  final  payment  to  the  contractor,  American  Construction  &  Supply, 
Inc. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  August  27,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


19-0169 


WHEREAS,  Construction  has  been  completed  for  Contract  No.  WD-2838,  Sunol  Valley 
Water  Treatment  Plant  Powdered  Activated  Carbon  System,  by  the  contractor,  Anvil  Builders 
Inc.;  and 

WHEREAS,  On  January  23,  2018,  per  Resolution  No.  18-0013,  this  Commission 
awarded  Contract  No.  WD-2838,  Sunol  Valley  Water  Treatment  Plant  (SVWTP)  Powdered 
Activated  Carbon  (PAC)  System,  in  the  amount  of  $5,965,300,  to  the  sole  responsible  bidder 
with  a  responsive  bid.  Anvil  Builders,  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-to-Proceed  date  was  set  for  April  16,  2018, 
with  an  original  duration  of  386  consecutive  calendar  days,  and  the  contract  work  was  completed 
on  May  18,  2019,  in  397  consecutive  calendar  days;  and 

WHEREAS,  Modification  Nos.  1-4  were  issued  within  the  original  10%  contingency  for 
a  cumulative  total  of  $477,469  and  a  time  extension  of  1 1  consecutive  calendar  days  to  perform 
exploratory  borings,  to  relocate  utilities,  to  increase  material  quantities,  for  redesign  of  a  larger 
electrical  enclosure,  to  perform  additional  work  to  address  unforeseen  site  conditions,  and  to 
provide  credits  for  a  reduction  in  the  Site  Security  and  Main  Gate  Monitor  and  unused  allowance 
bid  items,  for  a  final  contract  amount  of  $6,442,769  and  for  a  final  contract  duration  of  397 
consecutive  calendar  days;  and 

WHEREAS,  The  Contract  Monitoring  Division  has  determined  the  contractor 
substantially  complied  with  the  Local  Business  Enterprise  (LBE)  subcontracting  requirement  of 
20%  for  this  construction  contract  by  achieving  a  final  LBE  participation  of  16.64%;  and 

WHEREAS,  Funds  are  available  from  Project  Nos.  CUW27200  (Regional  Water 
Treatment  Program,  including  bond  funding)  and  CUW27400  (Water  Supply  &  Storage);  now, 
therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  accepts  work  performed  by  Anvil  Builders, 
Inc.  for  Water  Enterprise  bond  and  revenue-funded  Contract  No.  WD-2838,  Sunol  Valley  Water 
Treatment  Plant  Powdered  Activated  Carbon  System  for  a  total  contract  amount  of  $6,442,769, 
and  with  a  total  contract  duration  of  397  consecutive  calendar  days,  and  authorizes  final  payment 
to  the  contractor. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  August  27,  2019. 


Secretary,  Public  Utilities  Commission 


’V 


AJV  ,-t^S: 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0170 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC),  has  provided,  and 
will  continue  to  provide,  electric  service  to  the  Alemany  public  housing  units;  and 

WHEREAS,  The  San  Francisco  Housing  Authority  (Housing  Authority)  sought  qualified 
developers  to  develop,  rehabilitate,  manage,  and  act  as  the  ownership  entity  for  certain  property, 
including  the  Alemany  public  housing  units  located  at  938  Ellsworth  Street  (Property);  and 

WHEREAS,  The  electric  utility  facilities  that  are  used  to  provide  service  to  the  Property 
have  been  owned  by  the  Housing  Authority;  and 

WHEREAS,  The  SFPUC  wishes  to  enter  the  Utility  Facility  Transfer  and  Grant  of 
Easement  Agreement  (Transfer  Agreement)  on  file  with  the  Commission  Secretary  to  take 
ownership  of  the  electric  utility  distribution  facilities  that  serve  the  Property  and  gain  access  to 
all  facilities  through  an  easement;  and 

WHEREAS,  Pursuant  to  the  Transfer  Agreement,  the  Housing  Authority  will  grant  City  a 
temporary  eight  (8)-year  easement  (Easement)  as  described  in  the  Temporary  Electrical  Utility 
Easement  Agreement  (Temporary  Easement  Agreement).  The  Easement  will  facilitate  the 
SFPUC’ s  ability  to  access,  operate,  maintain,  repair,  and  replace  electric  utility  facilities  that  are 
not  located  on  the  public  right-of-way;  and 

WHEREAS,  On  August  13,  2019  the  Planning  Department  concurred  that  this  action  is 
exempt  from  CEQA  under  Section  15301,  Class  1  (Existing  Facilities)  and  CEQA  Section 
15305,  Class  5  (Minor  Alterations  in  Land  Use  Limitations);  and 

WHEREAS,  The  SFPUC  desires  to  enter  into  the  Transfer  Agreement  and  the  Temporary 
Easement  Agreement  with  the  Housing  Authority  (grantor);  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  and  authorizes  all  actions 
previously  taken  by  any  City  official  in  connection  with  these  agreements;  and,  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  approves  the  terms  and 
conditions  of  the  Transfer  Agreement;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  approves  the  terms  and 
conditions  of  the  Temporary  Easement  Agreement  as  grantee  with  the  San  Francisco  Housing 
Authority;  and,  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  and  directs  the 
General  Manager  of  the  San  Francisco  Public  Utilities  Commission  to  execute  the  Transfer 
Agreement  and  Temporary  Easement  Agreement;  and,  be  it 


FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager 
of  the  San  Francisco  Public  Utilities  Commission  to  enter  into  any  amendments  or  modifications 
to  the  Utility  Facility  Transfer  and  Grant  of  Easement  Agreement  and  exhibits,  that  the  General 
Manager  determines,  in  consultation  with  the  City  Attorney:  are  in  the  best  interest  of  the  City; 
do  not  materially  increase  the  obligations  or  liabilities  of  the  City;  are  necessary  or  advisable  to 
effectuate  the  purposes  and  intent  of  the  agreement  or  this  resolution;  and  are  in  compliance  with 
all  applicable  laws,  including  the  City  Charter. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  August  27,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0171 


WHEREAS,  On  April  25,  2017,  pursuant  to  Resolution  No.  17-0094,  the  San  Francisco 
Public  Utilities  Commission  (SFPUC)  approved  Agreement  No.  PRO.0061,  Federal  Legislative 
Representation  and  Advocacy  Services  (Agreement)  with  Daryl  Owen  Associates,  Inc.,  in  the 
amount  of  $1,200,000,  and  with  a  duration  of  five  years,  to  provide  federal  legislative 
representation  and  advocacy  services  to  the  SFPUC;  and 

WHEREAS,  Daryl  Owen  Associates,  Inc.  (Transferor)  is  being  dissolved  and  has 
reorganized  into  Owen  Evans  Ingols,  Inc.  (Transferee).  Transferor  will  be  dissolved  and  has 
vested  all  rights  and  powers  in  Transferee.  Transferee  has  assumed  all  obligations  and  liabilities 
of  the  Transferor  under  the  Agreement;  and 

WHEREAS,  Transferor  is  currently  performing  services  that  are  needed  to  provide 
federal  legislative  representation  and  advocacy  services  to  the  SFPUC;  and 

WHEREAS,  The  SFPUC  project  team  has  concluded  that  Transferee,  which  meets  the 
minimum  qualifications  as  set  forth  in  the  original  Request  for  Proposals,  is  the  only  consultant 
that  can  readily  perform  these  services  without  causing  severe  disruption  to  the  SFPUC  and 
background  resources  required  to  provide  federal  legislative  representation  and  advocacy 
services  to  the  SFPUC  would  be  lost  if  the  City  was  required  to  competitively  procure  the 
contract  again;  and 

WHEREAS,  All  the  terms  and  conditions  of  the  PRO. 0061  Agreement  remain  in  full 
force  and  effect;  and 

WHEREAS,  On  August  23,  2018,  pursuant  to  the  General  Manager’s  Authority,  the 
SFPUC  issued  Amendment  No.  1  to  modify  the  Deliverables  and  Ownership  of  Results 
provisions  ot  the  Agreement,  with  no  change  to  the  agreement  not-to-exceed  amount  and 
duration;  and 

WHEREAS,  Amendment  No.  2  is  being  requested  to  increase  the  not-to-exceed  amount 
up  to  $20,000,  with  no  change  in  the  agreement  duration,  to  provide  travel  reimbursements  in 
the  amount  of  up  to  $5,000  per  year  for  the  final  four  years  of  the  contract,  for  a  total  not-to- 
exceed  amount  of  $1,220,000,  with  no  change  to  the  agreement  duration,  and  to  remove  the 
requirement  for  five  percent  (5%)  withholding  from  each  invoice;  and 

WHEREAS,  Pursuant  to  Chapter  14B  of  the  San  Francisco  Administrative  Code,  the 
Contract  Monitoring  Division  (CMD)  Local  Business  Enterprise  sub-consulting  requirements 
have  been  waived  for  this  agreement;  and 

WHEREAS,  Funds  for  this  agreement  are  available  from  the  Legislative  Affairs 
Operating  Budget  (PRO. 0061-  Federal  Legislative  Representation  and  Advocacy  Services); 
now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  novation  of  Agreement  No. 
PR0.0061,  Federal  Legislative  Representation  and  Advocacy  Services,  and  authorizes  the 
General  Manager  of  the  SFPUC  to  negotiate  and  execute  a  Novation  Agreement  with  Owen 
Evans  Ingols,  Inc.,  in  a  form  approved  by  the  City  Attorney;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  2  to 
Agreement  No.  PRO.0061,  Federal  Legislative  Representation  and  Advocacy  Services,  and 
authorizes  the  General  Manager  to  negotiate  and  execute  Amendment  No.  2,  in  the  amount  up  to 
$20,000,  for  a  total  not-to-exceed  amount  of  $1,220,000,  with  no  change  to  the  agreement 
duration,  and  to  remove  the  requirement  for  five  percent  (5%)  withholding  from  each  invoice. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  August  27,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0172 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  owns  over  37,000 
acres  ot  Alameda  Watershed  lands,  including  areas  upstream  and  downstream  of  San  Antonio 
and  Calaveras  Reservoirs;  and 

WHEREAS,  The  SFPUC  adopted  the  Water  Enterprise  Environmental  Stewardship 
Policy  and  the  Alameda  Watershed  Management  Plan  and  initiated  the  Watershed  and 
Environmental  Improvement  Program  (WEEP)  to  manage,  protect,  and  restore  in  a  more 
proactive  manner  environmental  resources  that  affect  or  are  affected  by  SFPUC  operations.  As 
part  of  this  effort,  the  SFPUC  seeks  opportunities  to  restore  and  protect  critical  lands  in  the 
Alameda  Watershed;  and 

WHEREAS,  Michael  Mitchell  (Seller)  owns  approximately  five  acres  of  watershed  land 
near  the  SFPUC  s  Calaveras  Dam,  improved  by  a  2,890  square-foot  single-family  residence  and 
certain  personal  property,  commonly  known  as  12163  Calaveras  Road  in  the  unincorporated 
Town  of  Sunol,  California  (Alameda  County  Assessor’s  Parcel  No.  096-0100-015)  (Property); 
and 


WHEREAS,  The  SFPUC  and  Seller  wish  to  enter  into  an  Agreement  for  Purchase  and 
Sale  of  Real  Estate  (Agreement)  for  acquisition  of  the  Property  by  the  City  and  County  of  San 
Francisco  (City)  from  Seller  for  the  sum  of  $1,590,000,  plus  related  transaction  costs  not  to 
exceed  SI 00,000,  and  a  copy  ot  such  Agreement  has  been  presented  to  the  Commission  and  is  on 
file  with  the  Commission  Secretary;  and 

WHEREAS,  The  Property  is  located  in  the  Alameda  Watershed  near  the  SFPUC’s 
Calaveras  Dam,  and  by  purchasing  the  Property,  the  SFPUC  can  more  cost-effectively  manage 
the  surrounding  watershed  lands  in  a  manner  consistent  with  the  Alameda  Watershed 
Management  Plan;  and 

WHEREAS,  The  Property  was  appraised  on  October  1,  2018  at  $1,590,000  by  Mateo 
Advisors  LLC,  a  MAI  appraiser,  and  the  appraisal  was  approved  by  the  Director  of  Property  on 
or  about  November  16,  2018;  and 

WHEREAS,  Funds  for  the  purchase  of  the  Property  will  be  available  from  Project  No. 
10015342  Watershed  and  Environmental  Improvement  Program  (WEIP)  Land  Acquisition;  and 

WHEREAS,  On  July  24,  2019  the  Planning  Department  determined  that  this  purchase  is 
categorically  exempt  from  the  California  Environmental  Quality  Act  (CEQA)  Guidelines  under 
Section  15325,  Class  25  (Transfers  of  Ownership  in  Interest  in  Land  to  Preserve  Existing  Natural 
Conditions  and  Historical  Resources);  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  ratifies,  approves,  and  authorizes  all  actions 
heretofore  taken  by  any  City  official  in  connection  with  the  Agreement;  and,  be  it 


FURTHER  RESOLVED,  That  this  Commission  hereby  approves  the  terms  and 
conditions  of  the  Agreement;  and,  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  and  directs  the 
SFPUC  General  Manager  to  execute  the  Agreement,  and  to  take  such  other  actions  necessary  to 
accomplish  the  purchase  of  the  Property;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  SFPUC  General 
Manager  to  enter  into  any  amendments  or  modifications  to  the  Agreement,  including,  without 
limitation,  the  exhibits  to  the  Agreement,  that  the  General  Manager  determines,  in  consultation 
with  the  City  Attorney,  are  in  the  best  interest  of  the  City;  do  not  materially  increase  the 
obligations  or  liabilities  of  the  City;  are  necessary  or  advisable  to  effectuate  the  purposes  and 
intent  of  the  Agreement  or  this  resolution;  and  are  in  compliance  with  all  applicable  laws, 
including  the  City  Charter. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  August  27,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


19-0173 


WHEREAS,  Job  Order  Contract  No.  JOC-74,  General  Engineering  (A-  License),  for 
San  Joaquin,  Stanislaus,  and  Tuolumne  Counites  was  advertised  on  April  9,  2019;  and 

WHEREAS,  The  not-to-exceed  amount  is  $5,000,000  with  a  guaranteed  minimum 
amount  of  $50,000  for  this  construction  contract  to  accomplish  General  Engineering 
construction  work  for  all  SFPUC  Enterprise  and  Bureau  Operations;  and 

WHEREAS,  The  contract  duration  is  two  (2)  years;  and 

WHEREAS,  Two  (2)  bids  were  received  and  opened  publicly  on  May  9,  2019;  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  and  Contract 
Monitoring  Division  (CMD)  staff  reviewed  the  bids  for  qualifications,  responsibility,  and 
responsiveness,  and  this  review  resulted  in  the  determination  of  Sierra  Mountain  Construction, 
Inc.  as  the  sole  responsible  and  responsive  bidder;  and 

WHEREAS,  CMD  established  a  Local  Business  Enterprise  (LBE)  subcontracting 
participation  requirement  of  15%  for  this  contract,  and  the  contractor  committed  to  a  LBE 
subcontracting  participation  of  20.5%  with  its  bid;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City’s  Administrative  Code  either  at 
the  time  of  the  award,  or  within  two  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  a  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to 
the  responsible  bidder  with  the  next  lowest  responsive  bid,  or  in  re-bidding  of  the  contract  at 
the  discretion  of  the  City;  and 

WHEREAS  This  contract  does  not  fall  within  the  definition  of  a  project  under  the 
California  Environmental  Quality  Act  (CEQA)  Guidelines  Section  15378  and  no  task  order 
under  this  contract  shall  be  issued  for  construction  prior  to  completion  of  environmental 
review  and  consideration  of  the  environmental  document;  and  WHEREAS,  Funds  will  be 
available  trom  various  SFPUC  Enterprise  funds  when  Task  Orders  are  issued;  now,  therefore, 
be  it 

RESOLVED,  That  this  Commission  hereby  awards  Job  Order  Contract  No.  JOC-74, 
General  Engineering  (A-License)  for  San  Joaquin,  Stanislaus,  and  Tuolumne  Counties  for  a 
not-to-exceed  amount  of  $5,000,000  with  a  minimum  guaranteed  amount  of  $50,000  and  a 
duration  of  two  years  to  the  sole  responsible  and  responsive  bidder,  Sierra  Mountain 
Construction,  Inc. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  August  27,  2019. 


Secretary,  Public  Utilities  Commission 


' 


.w^ 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0174 


WHEREAS,  The  SFPUC,  by  Resolution  98-0238,  consented  to  the  Mission  Bay  South 
Owner  Participation  Agreement  and  the  Interagency  Cooperation  Agreement,  entered  into  by  the 
City  and  Catellus  Development  Corporation,  now  known  as  FOCIL-MB,  LLC  (FOCIL), 
pursuant  to  which  the  SFPUC  anticipated  dedication  and  acceptance  of  new  water,  stormwater 
and  sewer  infrastructure  serving  Mission  Bay;  and 

WHEREAS,  substantial  issues  have  arisen  regarding  the  appropriateness  of  some  of  the 
installed  infrastructure,  including  water,  stormwater  and  sewer  facilities,  that  have  delayed  the 
use  and  enjoyment  of  such  infrastructure,  including  some  public  rights  of  way;  and 

WHEREAS,  The  City,  FOCIL  and  the  Office  of  Community  Investment  and 
Infrastructure  (OCII)  have  proposed  to  resolve  outstanding  issues  regarding  the  infrastructure 
though  the  Letter  Agreement  dated  July  29,  2019;  and 

WHEREAS,  Under  the  agreement,  FOCIL  will  delegate  its  responsibility  to  complete, 
modify,  adjust  or  replace  specified  infrastructure,  including  water,  stormwater  and  sewer  facilites 
to  the  City;  and 

WHEREAS,  Under  the  agrement,  FOCIL  and  OCII  will  agree  to  provide  acquisition 
funds  available  to  the  developer  for  constructing  infrastructure  to  pay  the  City’s  costs  of 
completing  or  replacing  specified  infrastructure,  and  in  specified  amounts;  and 

WHEREAS,  the  Board  of  Supervisors  is  considering  legislation  delegating  its  authority 
to  accept  for  maintenance  and  liability  infrastructure  serving  Mission  Bay  to  the  Public  Works 
Director  in  order  to  expedite  completion  and  acceptance  of  such  infrastructure;  and 

WHEREAS,  The  Public  Works  Director  will  execute  the  Letter  Agreement  dated  July  29, 
2019,  upon  receipt  of  the  Commission’s  consent;  and 

WHEREAS,  A  Final  Subsequent  Environmental  Impact  Report  (FSEIR)  was  prepared 
for  the  Mission  Bay  North  and  Mission  Bay  South  Redevelopment  Plans  and  Various  Other 
Actions  Necessary  to  Implement  Such  Plans  (Project);  and 

WHEREAS,  On  September  17,  1998,  the  Planning  Commission  certified  the  Final 
Subsequent  Environmental  Impact  Report  (FSEIR)  for  the  Project  by  Motion  No.  14696  as  case 
file  No.  96.77 IE,  and  in  the  same  motion,  the  Planning  Commission  adopted  environmental 
findings  in  accordance  with  the  California  Environmental  Quality  Act  (CEQA  Findings);  and 

WHEREAS,  The  Project  files,  including  the  FSEIR  and  the  CEQA  Findings  have  been 
made  available  for  review  by  the  SFPUC  and  the  public  and  those  files  are  part  of  the  record 
before  this  Commission;  and 


WHEREAS,  This  Commission  has  reviewed  and  considered  the  information  contained  in 
the  FSEIR,  the  findings  contained  in  Planning  Commission  Motion  No.  14696,  and  all  written 
and  oral  information  provided  by  the  Planning  Department,  the  public,  relevant  public  agencies, 
SFPUC  and  other  experts  and  the  administrative  files  for  the  Project;];  now,  therefore,  be  it 

RESOLVED,  This  Commission  has  reviewed  and  considered  the  FSEIR  and  record  as  a 
whole,  finds  that  the  FSEIR  is  adequate  for  its  use  as  the  decision — making  body  for  the  action 
taken  herein  and  hereby  adopts  the  CEQA  Findings  by  incoiporating  the  CEQA  findings 
contained  in  Planning  Commission  Motion  No.  14696  by  this  reference  thereto  as  though  set 
forth  in  this  Resolution  ];  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  consents  to  the  Public  Works 
Director’s  execution  of  the  Letter  Agreement  dated  July  29,  2019  on  file  with  the  Commission 
Secretary;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  authorizes  the  General  Manager  to  take 
any  and  all  other  steps  he,  in  consultation  with  the  City  Attorney,  deems  necessary  and  advisable 
to  effectuate  the  purpose  and  intent  of  this  Resolution. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  August  27,  2019. 


Secretary,  Public  Utilities  Commission 


San  Francisco 
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Accessible  Meeting  Policy:  The  San  Francisco  Public  Utilities  Commission  meeting  will  be  held  in  Room  400, 
at  1  Dr.  Carlton  B.  Goodlett  Place  (400  Van  Ness  Ave.),  San  Francisco,  CA.  The  closest  accessible  BART 
station  is  the  Civic  Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible  MUNI  lines  serving  this 
location  are:  MUNI  Metro  Lines  J-Church,  K-Ingleside,  L-Taraval,  M-Ocean  View,  N-Judah  and  T-Third  at  Van 
Ness  and  Civic  Center  Stations;  F-Market;  19-Polk,  47-Van  Ness;  49-Mission-Van  Ness;  5-Fulton;  6-Parnassus, 
21-Hayes;  9-San  Bruno;  and  7-Haight  Noriega.  For  information  about  MUNI  accessible  services  call  701.4485. 

The  meeting  room  is  wheelchair  accessible.  Accessible  curbside  parking  spaces  have  been  designated  on  the 
Van  Ness  Avenue  and  McAllister  Street  perimeters  of  City  Flail  for  mobility-impaired  persons.  There  is 
accessible  parking  available  within  the  Civic  Center  Underground  Parking  Garage  at  the  corner  of  McAllister 
and  Polk  Streets,  and  within  the  Performing  Arts  Parking  Garage  at  Grove  and  Franklin  Streets. 

To  obtain  a  disability-related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain  meeting 
materials  in  alternative  format,  please  contact  Donna  Flood  at  415.554.3165.  Providing  at  least  72  hours  notice 
will  help  to  ensure  availability.  Written  reports  or  background  materials  for  calendar  items  are  available  for 
public  inspection  and  copying  at  525  Golden  Gate  Ave.,  13th  Floor  during  regular  business  hours  and  are 
available  on-line  at  http;//www. sfwater.org/index. aspx?paqe=1 67. 

To  assist  the  City’s  efforts  to  accommodate  persons  with  severe  allergies,  environmental  illnesses,  multiple 
chemical  sensitivity  or  related  disabilities,  attendees  at  public  meetings  are  reminded  that  other  attendees  may 
be  sensitive  to  various  chemical  based  products.  Please  help  the  City  to  accommodate  these  individuals. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are  prohibited 
at  this  meeting.  Please  be  advised  that  the  President  may  order  the  removal  from  the  meeting  room  of  any 
person(s)  responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other  similar  sound-producing 
electronic  devices. 

Know  Your  Rights  Under  the  Sunshine  Ordinance:  Government's  duty  is  to  sen/e  the  public,  reaching  its 
decision  in  full  view  of  the  public.  Commissions,  boards,  councils  and  other  agencies  of  the  City  and  County 
exist  to  conduct  the  people's  business.  This  ordinance  assures  that  deliberations  are  conducted  before  the 
people  and  that  City  operations  are  open  to  the  people's  review.  For  more  information  on  your  rights  under 
the  Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance,  contact  Administrator,  by  mail  to  Sunshine 
Ordinance  Task  Force,  1  Dr.  Carlton  B.  Goodlett  Place,  Room  244,  San  Francisco,  CA  94102.4689;  by 
phone  at  554.7724;  by  fax  at  554.7854;  or  by  email  at  sotf@sfgov.org. 

Copies  of  the  Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  T ask  Force,  the  San 
Francisco  Public  Library  and  on  the  City’s  website  at  http://www.sfgov.org. 
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Lobbyist  Registration  and  Reporting  Requirements:  Individuals  and  entities  that  influence  or  attempt  to 
influence  local  legislative  or  administrative  action  may  be  required  by  the  San  Francisco  Lobbyist  Ordinance  [SF 
Campaign  &  Governmental  Conduct  Code  §2.100]  to  register  and  report  lobbying  activity.  For  more  information 
about  the  Lobbyist  Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van  Ness  Avenue, 
Suite  220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax  (415)  252-3112;  web  site  at 
www  .sfqov.org/ethics. 

CEQA  Appeal  Rights  under  Chapter  31  of  the  San  Francisco  Administrative  Code:  If  the  Commission’s 
action  on  a  project  constitutes  the  Approval  Action  for  that  project  (as  defined  in  S.F.  Administrative  Code 
Chapter  31,  as  amended,  Board  of  Supervisors  Ordinance  Number  161-13),  then  the  CEQA  determination 
prepared  in  support  of  that  Approval  Action  is  thereafter  subject  to  appeal  within  the  time  frame  specified  in  S.  F. 
Administrative  Code  Section  31.16.  Typically,  an  appeal  must  be  filed  within  30  calendar  days  of  the  Approval 
Action  for  a  project  that  has  received  an  exemption  or  negative  declaration  pursuant  to  CEQA.  For  information 
on  filing  an  appeal  under  Chapter  31,  contact  the  Clerk  of  the  Board  of  Supervisors  at  City  Hall,  1  Dr.  Carlton  B. 
Goodlett  Place,  Room  244,  San  Francisco,  CA  94102,  or  call  (415)  554-5184  If  the  Planning  Department’s 
Environmental  Review  Officer  has  deemed  a  project  to  be  exempt  from  further  environmental  review,  an 
exemption  determination  has  been  prepared  and  can  be  obtained  on-line  at  http://www.sf- 
planninq.orq/index.aspx?paqe=3447.  Under  CEQA,  in  a  later  court  challenge,  a  litigant  may  be  limited  to  raising 
only  those  issues  previously  raised  at  a  hearing  on  the  project  or  in  written  correspondence  delivered  to  the 
Board  of  Supervisors,  Planning  Commission,  Planning  Department  or  San  Francisco  Public  Utilities 
Commission  at,  or  prior  to,  such  hearing,  or  as  part  of  the  appeal  hearing  process  on  the  CEQA  decision. 


ORDER  OF  BUSINESS 


1.  Call  to  Order 

2.  Roll  Call 

3.  Approval  of  the  Minutes  of  August  27,  2019 

4.  General  Public  Comment  (discussion  only) 

Members  of  the  public  may  address  the  Commission  on  matters  that  are 

within  the  Commission’s  jurisdiction  and  are  not  on  today’s  agenda. 

5.  Communications  (discussion  only) 

a)  Advance  Calendar 

b)  Correspondence  Log 

c)  Contract  Advertisement  Report 

d)  Annual  Water  System  Improvement  Program  Report 

e)  Contaminants  of  Emerging  Concern  in  Drinking  Water  Progress  Update 

f)  Regional  Groundwater  Storage  and  Recovery  Project 

g)  Water  Supply  Conditions  Update 

6.  Report  of  the  General  Manager  (discussion  only) 

a)  Bay  Delta  Water  Quality  Control  Plan  Update 

b)  Capital  and  Operating  Budget  Planning  Update  FY  2020-21  and  FY 
2021-22 

c)  Hetch  Hetchy  Capital  Improvement  Program  Quarterly  Report 

d)  Report  on  Recent  San  Francisco  Public  Utilities  Commission  Activities, 
Events  and  Announcements 

7.  Other  Commission  Business  (discussion  only) 

The  following  matters  before  the  San  Francisco  Public  Utilities  Commission  are 
recommended  for  action  as  stated  by  the  General  Manager  and  City  Attorney, 
where  applicable.  Explanatory  documents  provided  to  the  Commission  in 
connection  with  this  agenda  are  available  for  public  inspection  and  copying  at 
the  Office  of  the  Commission  Secretary,  525  Golden  Gate  Avenue,  13th  Floor, 
San  Francisco,  CA  94102;  Telephone:  (415)  554-3165;  Fax:  (415)  554-3424; 
and  are  available  on-line  at  htto://www. sfwater. orct/index. aspx?paqe=1 6 7 

CONSENT  CALENDAR 

8.  All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to  be 
routine  by  the  San  Francisco  Public  Utilities  Commission  and  will  be  acted  upon 
by  a  single  vote  of  the  Commission.  There  will  be  no  separate  discussion  of 
these  items  unless  a  member  of  the  Commission  or  the  public  so  requests,  in 
which  event  the  matter  will  be  removed  from  the  Calendar  and  considered  as  a 
separate  item. 

J  90]  7 93)  Approve  the  selection  of  The  Allen  Group,  LLC/Hollins  Consulting,  Inc.  Joint 
Venture  (TAG/HCI  JV);  award  Agreement  No.  PRO. 0027,  Southeast 


Community  Center  at  1550  Evans  Construction  Management  Staff 
Augmentation  Services,  to  assist  San  Francisco  Public  Utilities  Commission 
staff  in  managing  the  construction  of  the  new  Southeast  Community  Center 
located  at  1550  Evans  Avenue  in  San  Francisco;  and  authorize  the  General 
Manager  to  negotiate  and  execute  a  professional  services  agreement  with 
TAG/FICI  JV  for  an  amount  not  to  exceed  $5,000,000,  and  with  a  duration  of 
31  months  (approximately  two  years,  seven  months).  (How) 

b)  Accept  work  performed  by  Cal  State  Constructors,  Inc.  for  Contract  No. 
WW-599R,  Southeast  Water  Pollution  Control  Plant  Cryogenic  Oxygen 
130176  Plant  Demolition  and  Liquid  Oxygen  System  Upgrades,  for  a  total  contract 
amount  of  $6,531 ,668,  and  a  total  contract  duration  of  540  consecutive 
calendar  days  (one  year,  six  months);  and  authorize  final  payment  to  the 
contractor.  (How) 

REGULAR  CALENDAR 


9.  Public  Hearing:  Consider  accepting  and  provide  response  to  public  comment  on 
1  SO  17  7  the  2019  Public  Health  Goals  Report  for  the  San  Francisco  Water  System; 

approve  the  report;  and  direct  the  Water  Quality  Division  Director  to  submit  a 
letter  notifying  the  State  Water  Resources  Control  Board,  Division  of  Drinking 
Water  that  the  hearing  was  conducted,  and  that  the  report  is  available.  (Ritchie) 


1301  7S10-  Approve  the  San  Francisco  Public  Utilities  Commission’s  response  to  the 

relevant  findings  and  recommendations  of  the  July  17,  2019  Civil  Grand  Jury 
Report  entitled,  “Act  Now  Before  It  Is  Too  Late:  Aggressively  Expand  and 
Enhance  Our  High-Pressure  Emergency  Firefighting  Water  System”  and 
authorize  and  direct  the  Commission  President  to  submit  the  Commission’s 
response  to  the  Civil  Grand  Jury  no  later  than  September  15,  2019.  (Ritchie) 


1 1 .  Consent  to  the  vacation  of  a  portion  of  a  public  utility  easement  encumbering 
|  on  i  ?n  San  Francisco  Block  2923,  Lot  078,  and  the  City’s  Director  of  Property  proposed 
transfer  of  the  City’s  interest  in  the  vacated  Easement  to  the  underlying  fee 
owners  of  the  property  subject  to  the  Easement.  (Carlin) 


12.  Public  Comment  on  matters  to  be  addressed  during  Closed  Session 


13.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters 
listed  below  as  Conference  with  Legal  Counsel 


The  Commission  will  go  into  Closed  Session  to  discuss  the  following  items: 


14.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1 )  (discussion  only)  (Mueller) 

Existing  Litigation 

Pacific  Gas  &  Electric  Corporation 

Case  No.  19-30088/Date  Filed:  January  29,  2019 

Case  No.  19-30089/Date  Filed:  January  29,  2019 

United  States  Bankruptcy  Court,  Northern  District  of  California 


15.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section 
67.10(d)  (1)  (discussion  only)  (Mueller) 

Existing  Litigation 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 
Docket  No.  ELI  9-38-000/Date  Filed:  January  28,  2019  Federal  Energy 
Regulatory  Commission 

16.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1 )  (discussion  only)  (Mueller) 

Existing  Litigation 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Federal  Energy 
Regulatory  Commission  Complaint  under  Sections  206  and  306  of  the  Federal 
Power  Act. 

Case  No.  ELI  5-3-000/Date  Filed:  October  9,  2014 

Following  Closed  Session,  the  Commission  will  reconvene  in  Open  Session 

17.  Announcement  Following  Closed  Session 

18.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session 
pursuant  to  San  Francisco  Administrative  Code  Section  67.12  (a) 

19.  Other  New  Business  (discussion  only) 

20.  Adjournment 
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1 .  Call  to  Order 

Present  Caen  called  the  meeting  to  order  at  1:38  PM. 

2.  Roll  Call 

Present:  Caen,  Vietor,  Moran,  Maxwell  and  Paulson 

3.  Approval  of  the  Minutes  of  August  27,  2019 

On  Motion  to  approve  the  Minutes  of  August  27,  2019: 

Ayes:  Caen,  Vietor,  Moran,  Maxwell  and  Paulson 

No  public  comment. 

4.  General  Public  Comment 

•  Eileen  Boken  discussed  the  City  of  San  Francisco’s  offer  to  PG&E  to 
purchase  its  electric  distribution  and  transmission  assets  in  San 
Francisco.  She  encouraged  the  additional  purchase  of  the  former 
Hunter’s  Point  power  plant  and  requested  undergrounding  of  power  lines. 

•  Dave  Warner  ask  for  discussions  regarding  the  drought  planning  model. 
He  discussed  tree  ring  analysis/data  and  offered  to  meet  with  staff. 

•  Francisco  DaCosta  stated  there  is  a  need  for  a  report  regarding  how 
much  of  the  water  and  wastewater  pipes  have  been  replaced.  He 
discussed  the  City  of  San  Francisco’s  offer  to  PG&E  to  purchase  its 
electric  distribution  and  transmission  assets  in  San  Francisco. 

•  Peter  Drekmeier  Tuolumne  River  Trust,  discussed  the  Mayor’s 
stakeholder  group  to  discuss  water  supply.  He  noted  he  is  on  SPUR’s 
Water  and  Climate  Change  Committee  and  discussed  the  presentation 
they  received  from  Sewer  System  Improvement  Program  staff  regarding 
the  Green  Stormwater  Infrastructure  Plan.  He  presented  a  graph  of 
Tuolumne  river  median  flow  and  median  unimpaired  runoff  (1997-2017). 


5.  Communications 

a)  Advance  Calendar 

b)  Correspondence  Log 

c)  Contract  Advertisement  Report 

d)  Annual  Water  System  Improvement  Program  Report 

e)  Contaminants  of  Emerging  Concern  in  Drinking  Water  Progress  Update 

Andrew  DeGraca  responded  to  a  question  from  President  Caen  as  to 
whether  there  is  outreach  to  other  areas  in  California  experiencing  water 
quality  issues. 

f)  Regional  Groundwater  Storage  and  Recovery  Project 

g)  Water  Supply  Conditions  Update 


Public  Comment 

•  Nicole  Sandkulla,  BAWSCA,  spoke  to  item  5f.  She  summarized 
BAWSCA’s  concerns  with  the  Water  System  Improvement  Program’s 
(WSIP)  scope,  schedule  and  budget  changes  as  presented  in  2018. 
She  discussed  a  history  of  BAWSCA’s  requests  and  meetings  with 


SFPUC  MINUTES  -  SEPTEMBER  10,  2019 


2 


staff.  She  asked  that  the  Commission  continue  to  seek  additional 
clarity  on  WSIP  project  scope,  schedule,  and  budget. 

6.  Report  of  the  General  Manager  (GM) 

a)  Bay  Delta  Water  Quality  Control  Plan  (BDWQP)  Update 
Michael  Carlin,  Deputy  General  Manager  (DGM),  reported  on  the 
BDWQP  stakeholder  process.  He  indicated  a  tentative  agreement  has 
been  negotiated  and  must  be  approved  by  the  State  Water  Board.  Work 
continues  with  stakeholders. 

DGM  Carlin  responded  to  a  question  from  VP  Vietor  regarding  what 
would  happen  if  the  Stated  implements  a  40%  requirement,  and  what  the 
implications  would  be  for  the  SFPUC  and  the  service  area.  He  provided 
additional  information  regarding  the  stakeholder  process. 

Public  Comment 

•  Francisco  Da  Costa  stated  that  a  meeting  with  the  Governor  and  his 
staff  should  occur  and  that  Native  Americans  should  be  invited  to 
those  discussions. 

b)  Capital  and  Operating  Budget  Planning  Update  FY  2020-21  and  FY 

2021-22 

Eric  Sandler,  CFO  and  Assistant  General  Manager  (AGM)  Business 
Services,  presented  the  biennial  budget  overview.  He  presented  the 
external  budget  context  (economic  factors,  service  demand  trends,  and 
regulatory  factors). 

AGM  Sandler  responded  to  a  question  from  Commissioner  Maxwell 
regarding  capital  improvement  planning  and  budgeting.  Brief  discussion 
ensued.  He  continued  with  a  discussion  of  the  and  internal  budget 
context  (rates  and  charges  mostly  fixed),  and  major  changes  across  the 
organization.  AGM  Sandler  provided  clarification  for  VP  Vietor  regarding 
CleanPowerSF’s  rate-setting  process.  GM  Kelly  responded  to  a  question 
from  Commissioner  Maxwell  regarding  budgeting  for  staff  positions. 
Discussion  followed. 

AGM  Sandler  discussed  the  budget  development  framework  (strategic 
plan  goal  areas,  Commission  policies,  and  budget  process 
enhancements),  and  concluded  with  the  budget  development  schedule. 

AGM  Sandler  responded  to  a  question  from  Commissioner  Moran  as  to 
how  efficiencies  are  being  captured.  Discussions  continued  regarding 
budgeting  and  the  extraordinarily  long  time  it  takes  to  fill  vacant 
positions. 

No  public  comment. 

c)  Hetch  Hetchy  Capital  Improvement  Program  Quarterly  Report 
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Dan  Wade,  Director,  Water  Capital  Programs,  presented  highlights  of 
the  reporting  period:  (1)  Mountain  Tunnel  Improvements;  (2)  Warnerville 
Substation  Rehabilitation;  (3)  Lower  Cherry  Aqueduct  Rehabilitation;  and 
(4)  Early  Intake  Switchyard  Slop  Hazard  Mitigation.  He  continued  with  a 
review  of  the  O’Shaughnessy  Dam  Outlet  Works  Phase  I,  Lower  Cherry 
Aqueduct,  Mountain  Tunnel  Improvements,  Moccasin  Reservoir 
perimeter  security  fence,  2018  March  storm  event  emergency  repairs 
and  interim  improvements,  and  offered  congratulations  to  the  Tuolumne 
Pre-Apprenticeship  Training  Program  graduating  class,  April  2019. 

No  public  comment. 

d)  Report  on  Recent  San  Francisco  Public  Utilities  Commission  Activities, 

Events  and  Announcements 

GM  Kelly  informed  the  Commission  that  the  City  submitted  a  formal  offer 
of  $2.5  billion  to  purchase  substantially  all  of  PG&E’s  electric  distribution 
and  transmission  assets  that  serve  San  Francisco.  He  noted  it  is  the 
goal  of  the  SFPUC  to  provide  clean,  safe,  reliable  and  affordable  power 
to  San  Francisco’s  electric  customers.  He  stated  the  Commission  will  be 
updated  and  engaged  throughout  the  process. 

Barbara  Hale,  AGM  Power,  provided  additional  details  regarding  the 
offer.  She  indicated  the  preliminary  report  and  the  City’s  offer  letter  are 
posted  on  the  SFPUC  website: 

https://sfwater.orq/index.aspx?page=1 1 66. 

Commissioner  Paulson  thanked  staff  for  the  information  and  asked  to  be 
kept  informed.  President  Caen  noted  the  Commission’s  role  in  the 
process  and  that  hope  they  are  given  appropriate  credit  in  the  future. 

No  public  comment. 

7.  Other  Commission  Business 
None. 


8.  Consent  Calendar 

a)  Approve  the  selection  of  The  Allen  Group,  LLC/Hollins  Consulting,  Inc.  Joint 

Venture  (TAG/HCI  JV);  award  Agreement  No.  PRQ.0027,  Southeast 

Community  Center  at  1550  Evans  Construction  Management  Staff 
Augmentation  Services,  to  assist  San  Francisco  Public  Utilities  Commission 

staff  in  managing  the  construction  of  the  new  Southeast  Community  Center 

located  at  1550  Evans  Avenue  in  San  Francisco;  and  authorize  the  General 

Manager  to  negotiate  and  execute  a  professional  services  agreement  with 


TAG/HCI  JV  for  an  amount  not  to  exceed  $5,000,000,  and  with  a  duration  of 


31  months.  (Resolution  19-0175) 


b)  Accept  work  performed  by  Cal  State  Constructors,  Inc,  for  Contract  No. 

WW-599R,  Southeast  Water  Pollution  Control  Plant  Cryogenic  Oxygen 

Plant  Demolition  and  Liquid  Oxygen  System  Upgrades,  for  a  total  contract 
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amount  of  $6,531 ,668,  and  a  total  contract  duration  of  540  consecutive 

calendar  days;  and  authorize  final  payment  to  the  contractor.  (Resolution 
19-0076) 

On  Motion  to  approve  Consent  Calendar  items  8a  and  8b: 

Ayes:  Caen,  Vietor,  Moran,  Maxwell  and  Paulson 

No  public  comment. 

9.  Public  Hearing:  Consider  accepting  and  provide  response  to  public  comment  on 

the  2019  Public  Health  Goals  (PHG)  Report  for  the  San  Francisco  Water 

System;  approve  the  report;  and  direct  the  Water  Quality  Division  Director  to 

submit  a  letter  notifying  the  State  Water  Resources  Control  Board,  Division  of 

Drinking  Water  that  the  hearing  was  conducted,  and  that  the  report  is  available 

(Resolution  19-0177) 

Mr.  Andrew  DeGraca,  Water  Quality  Director,  presented  the  SFPUC  2019  Public 
Health  Goal  Report.  He  indicated  the  SFPUC  complies  with  all  Health  Goal 
requirements.  Mr.  DeGraca  reviewed  test  results  and  typical  sources  in  drinking 
water  (arsenic,  bromate,  chromium  (VI),  gross  alpha,  lead,  and  total  coliform). 

He  reviewed  SFPUC’s  efforts  on  reducing  lead  and  presented  follow-up  actions: 
(1)  continue  water  quality  monitoring  and  existing  operations;  (2)  minimize 
contamination  sources;  and  (3)  Partner  with  agencies  on  lead  exposure 
reduction. 

Mr.  DeGraca  responded  to  questions  from  Commissioner  Maxwell  regarding  the 
source  of  ammonia,  and  President  Caen  regarding  lead  testing  in  schools. 

On  Motion  to  approve  item  9: 

Ayes:  Caen,  Vietor,  Moran,  Maxwell  and  Paulson 

No  public  comment. 

10.  Approve  the  San  Francisco  Public  Utilities  Commission’s  response  to  the 

relevant  findings  and  recommendations  of  the  July  1 7,  201 9  Civil  Grand  Jury 

Report  entitled.  “Act  Now  Before  It  Is  Too  Late:  Aggressively  Expand  and 

Enhance  Our  High-Pressure  Emergency  Firefighting  Water  System”  and 

authorize  and  direct  the  Commission  President  to  submit  the  Commission’s 

response  to  the  Civil  Grand  Jury  no  later  than  September  1 5,  201 9.  (Resolution 
19-0178) 

John  Scarpulla,  Manager,  Local  Policy  and  Government  Affairs,  noted  that  the 
Emergency  Firefighting  Water  System  (EFWS)  is  a  high-pressure  fire 
suppression  water  system  that  was  built  after  the  1906  earthquake.  Ownership 
of  the  EFWS  was  transferred  to  the  SFPUC  in  2010.  He  presented  the  original 
EFWS  map  which  indicates  33  seismically  reliable  valves  throughout  the 
system. 

He  continued  with  a  presentation  of  (1)  Partnership;  (2)  Reliability  in  2010; 
Earthquake  Safety  and  Emergency  Response  (ESER)  Bonds;  (3)  Key  ESER 
projects  completed  (installation  of  30  new  cisterns,  reliability  upgrades  at  three 
primary  source  supplies,  replacement  of  engines  and  installation  of  remote 
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control  capabilities  for  Seawall  pump  station  #1,  and  six  pipeline  tunnel 
projects);  (4)  Key  ESER  projects  under  construction;  (5)  Reliability  after  2010/14 
ESER  bond  projects;  (6)  Development  Projects;  (7)  Preliminary  list  of  potential 
projects;  (8)  Conceptual  alignment  for  potential  Westside  potable  EFWS. 

Mr.  Scarpulla  responded  to  a  question  from  VP  Vietor  as  to  why  potable  water  is 
used  in  the  Auxiliary  Water  Supply  System.  GM  Kelly  provided  additional 
information.  Mr.  Scarpulla  briefly  described  the  pipes  and  system  used  in  Japan. 

GM  Kelly  responded  to  Commissioner  Maxwell’s  question  as  to  whether  grey 
water  can  be  used. 

Mr.  Scarpulla  continued:  (9)  Reliability  after  ESER  2010/14  and  potential  future 
projects;  (10)  Maintenance  activities;  (11)  Executive  summary  of  Civil  Grand 
Jury  (CGJ)  report;  (12)  Review  of  CGJ  recommendations  and  responses 
provided  to  recommendations  1,  2,  6,  7,  9,  and  10. 

On  Motion  to  approve  item  10: 

Ayes:  Caen,  Vietor,  Moran,  Maxwell  and  Paulson 

No  public  comment. 

1 1 .  Consent  to  the  vacation  of  a  portion  of  a  public  utility  easement  encumbering 

San  Francisco  Block  2923,  Lot  078,  and  the  City’s  Director  of  Property  proposed 

transfer  of  the  City’s  interest  in  the  vacated  Easement  to  the  underlying  fee 

owners  of  the  property  subject  to  the  Easement.  (Resolution  19-0179) 

DGM  Carlin  introduced  the  item  and  requested  approval. 

On  Motion  to  approve  item  1 1: 

Ayes:  Caen,  Vietor,  Moran,  Maxwell  and  Paulson 

No  public  comment. 

12.  Public  Comment  on  matters  to  be  addressed  during  Closed  Session 

None. 

13.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters 

listed  below  as  Conference  with  Legal  Counsel 

On  Motion  to  assert: 

Ayes:  Caen,  Vietor,  Moran,  Maxwell  and  Paulson 
The  Commission  entered  Closed  Session  at  4:01  PM. 

14.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 

(d)(1) 

Existing  Litigation 

Pacific  Gas  &  Electric  Corporation 

Case  No.  19-30088/Date  Filed:  January  29,  2019 
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Case  No.  19-30089/Date  Filed:  January  29,  2019 

United  States  Bankruptcy  Court.  Northern  District  of  California 


15.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section 

67.10(d)  (1) 

Existing  Litigation 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 

Docket  No.  ELI  9-38-000/Date  Filed:  January  28,  2019  Federal  Energy 

Regulatory  Commission 

16.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 

(d)(1) 

Existing  Litigation 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Federal  Energy 

Regulatory  Commission  Complaint  under  Sections  206  and  306  of  the  Federal 

Power  Act. 

Case  No.  ELI  5-3-000/Date  Filed:  October  9,  2014 

The  Commission  exited  Closed  Session  at  4:42  PM. 

17.  Announcement  Following  Closed  Session 

None. 

18.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session 

pursuant  to  San  Francisco  Administrative  Code  Section  67.12  (a) 

On  Motion  not  to  disclose: 

Ayes:  Caen,  Vietor,  Moran,  Maxwell  and  Paulson 

19.  Other  New  Business 
None. 

20.  Adjournment 

President  Caen  adjourned  the  meeting  at  4:43  PM. 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0175 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  requires  the 
services  of  a  construction  management  (CM)  firm  to  supplement  the  SFPUC  Construction 
Management  Bureau  staff  to  provide  quality  assurance  inspection,  Building  Code  required 
Special  Inspection,  documentation  control,  and  monitor  budget,  schedule  and  scope  through 
Agreement  No.  PR0.0027,  Southeast  Community  Center  (SECC)  at  1550  Evans  Construction 
Management  Staff  Augmentation  Services;  and 

WHEREAS,  The  estimated  cost  of  professional  services  is  for  an  amount  not  to  exceed 
$5,000,000;  and 

WHEREAS,  The  SFPUC  issued  a  Request  for  Proposals  (RFP)  on  March  27,  2019  to 
retain  the  services  of  a  qualified  CM  firm  to  provide  SFPUC  construction  management  bureau 
staff  augmentation  services  for  the  new  SECC,  for  an  amount  not-to-exceed  $5,000,000,  with  a 
duration  of  31  months;  and 

WHEREAS,  Services  are  anticipated  to  begin  in  October  2019  and  end  in  May  2022,  for 
a  total  agreement  duration  of  3 1  months  (approximately  2.6  years);  and 

WHEREAS,  The  SFPUC  received  five  (5)  proposals  in  response  to  the  RFP;  and 

WHEREAS,  The  SFPUC  and  Contract  Monitoring  Division  (CMD)  staff,  upon  review  of 
the  scores,  determined  that  the  highest-ranked  responsive  firm  is  The  Allen  Group,  LLC/Hollins 
Consulting,  Inc.  Joint  Venture  (TAG/HCI  JV);  and 

WHEREAS,  CMD  has  established  a  Local  Business  Enterprise  (LBE)  subconsulting 
participation  requirement  of  20%  (of  the  total  value  of  services  to  be  provided)  for  this 
agreement,  and  TAG/HCI  JV  has  committed  to  an  LBE  subconsulting  participation  of  20%;  and 

WHEREAS,  Failure  to  reach  successful  agreement  on  contract  terms  and  conditions 
within  30  days  of  the  date  of  the  Commission  award  may  result  in  award  of  the  contract  to  the 
next  highest  ranked  proposer,  or  re-advertising  and  re-selecting  consultants  at  the  discretion  of 
the  City;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City’s  Administrative  Code  either  at 
the  time  of  the  award,  or  within  two  (2)  weeks  of  the  date  of  the  Commission  award;  failure  of 
the  proposer  to  obtain  compliance  certification  from  CMD  may,  in  the  General  Manager's  sole 
discretion,  result  in  award  of  the  agreement  to  the  next  highest-ranked  proposer,  or  re-advertising 
and  re-selecting  consultants  at  the  discretion  of  the  City;  and 

WHEREAS,  Funds  for  this  agreement  will  be  available  at  the  time  of  award  of  the 
agreement  from  CWWFAC03,  Southeast  Community  Center  at  1550  Evans;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  selection  of  The  Allen  Group, 
LLC/Hollins  Consulting,  Inc.  Joint  Venture;  awards  project-funded  Agreement  No.  PRO. 0027, 
Southeast  Community  Center  (SECC)  at  1550  Evans  Construction  Management  Staff 
Augmentation  Services,  to  assist  the  SFPUC  Construction  Management  Bureau  in  managing  the 
construction  of  the  new  Southeast  Community  Center;  and  authorizes  the  General  Manager  of 
the  SFPUC  to  negotiate  and  execute  a  professional  services  agreement  with  TAG/HCI  JV,  for  an 
amount  not  to  exceed  $5,000,000,  and  with  a  duration  of  31  months  (approximately  2.6  years), 
or,  in  the  event  negotiations  are  not  successful  or  City  requirements  are  not  satisfied,  to  negotiate 
and  execute  a  professional  services  agreement  with  the  next  highest-ranked  proposer,  or  to  re¬ 
advertise  and  re-select  consultants  at  the  discretion  of  the  City. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  September  10,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


19-0176 


WHEREAS,  Work  has  been  completed  for  Contract  No.  WW-599R,  Southeast  Water 
Pollution  Control  Plant  (SEP)  Cryogenic  Oxygen  Plant  Demolition  and  Liquid  Oxygen  System 
Upgrades,  by  the  contractor,  Cal  State  Constructors,  Inc.;  and 

WHEREAS,  On  June  13,  2017,  by  Resolution  No.  17-0136,  this  Commission  awarded 
Contract  No.  WW-599R,  SEP  Cryogenic  Oxygen  Plant  Demolition  and  Liquid  Oxygen  System 
Upgrades,  in  the  amount  of  $6,547,000,  to  the  responsible  bidder  submitting  the  lowest 
responsive  bid.  Cal  State  Constructors,  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-to-Proceed  date  was  set  for  November  27, 
2017  with  an  original  schedule  of  540  consecutive  calendar  days  and  the  contract  work  was 
completed  in  540  consecutive  calendar  days  on  May  20,  2019;  and 

WHEREAS,  The  original  contract  amount  was  for  $6,547,000;  and 

WHEREAS,  Modification  Nos.  1-4  were  issued  for  ($15,332)  to  account  for  additional 
utility  relocation,  revised  LOX  primary  fill  pad,  electrical  modifications,  and  deletion  of  unused 
bid  items,  decreasing  the  contract  amount  to  $6,531,668;  and 

WHEREAS,  The  Contract  Monitoring  Division  (CMD)  established  a  Local  Business 
Enterprise  (LBE)  subcontracting  requirement  of  16%  for  this  contract,  the  contractor  committed 
to  utilize  22.59%  LBE  participation  with  its  bid,  and  the  CMD  determined  that  the  contractor 
exceeded  the  LBE  subcontracting  requirement  by  achieving  a  final  LBE  participation  of  24.96%; 
now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  accepts  work  performed  by  Cal  State 
Constructors,  Inc.  for  Wastewater  Enterprise,  Sewer  System  Improvement  Program  funded 
Contract  No.  WW-599R,  Southeast  Water  Pollution  Control  Plant  Cryogenic  Oxygen  Plant 
Demolition  and  Liquid  Oxygen  System  Upgrades,  for  a  total  contract  amount  of  $6,531,668,  and 
a  total  contract  duration  of  540  consecutive  calendar  days,  and  authorizes  final  payment  to  the 
contractor. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  September  10,  2019. 


Secretary,  Public  Utilities  Commission 


• 

. 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0177 

WHEREAS,  The  California  Safe  Drinking  Water  Act  of  1996  requires  public  water 
systems  with  more  than  10,000  service  connections  to  prepare  a  report  every  three  years  for 
contaminants  that  exceed  their  respective  public  health  goals  (PHGs);  and 

WHEREAS,  Since  1998,  the  San  Francisco  Public  Utilities  Commission  has  held  public 
hearings  on  PHG  reports  triennially;  and 

WHEREAS,  SFPUC  staff  prepared  a  PHG  Report  covering  the  three-year  period  from 
2016  to  2018  (hereinafter  the  Reporting  Period)  which  was  submitted  to  the  Commission  on  June 
26,  2019  (2019  PHG  Report),  a  copy  of  which  has  been  made  available  to  the  public  and  is  on 
file  with  the  Commission  Secretary;  and 

WHEREAS,  During  the  Reporting  Period  of  2016-2018,  the  drinking  water  supplied  by 
the  San  Francisco  Water  System  (SFWS)  to  the  City  and  County  of  San  Francisco  met  all 
enforceable  drinking  water  standards  that  are  expressed  as  Maximum  Contaminant  Levels 
(MCLs)  or  Action  Levels  (ALs)  but  exceeded  the  non-enforceable  PHGs  for  six  contaminants, 
including  arsenic,  bromate,  hexavalent  chromium,  gross  alpha  particle  activity,  lead,  and  total 
coliform;  and 

WHEREAS,  Arsenic  was  detected  up  to  2.3  ppb,  which  is  above  the  PHG  level  of  0.004 
ppb,  in  two  raw  water  samples  from  Calaveras  Reservoir;  and 

WHEREAS,  Bromate  was  detected  up  to  5.3  ppb,  which  is  above  the  PHG  level  of  0.1 
ppb,  in  two  treated  water  samples  from  Harry  Tracy  Water  Treatment  Plant  effluent  and  one 
sample  from  San  Andreas  Pipeline  #3;  and 

WHEREAS,  Hexavalent  chromium  was  detected  in  raw  and  treated  water  from  both 
surface  and  groundwater  above  the  PHG  of  0.02  ppb  with  a  peak  hexavalent  chromium  level  of 
0.93  ppb  in  a  treated  water  sample;  and 

WHEREAS,  Gross  alpha  particle  activity  was  found  at  a  level  of  6.8  pCi/L  above  the 
PHG  of  zero  in  a  single  raw  water  sample  from  Pond  F2,  a  recently  approved  water  source  in  the 
Alameda  Watershed;  and 

WHEREAS,  The  SFPUC  has  been  implementing  effective  watershed  management  and 
source  water  protection  program  to  minimize  the  ingress  of  natural  arsenic,  bromide,  gross  alpha, 
and  hexavalent  chromium  into  the  raw  water,  and  controlling  treatment  chemical  quality  via  an 
effective  chemical  quality  control  program;  and 

WHEREAS,  The  maximum  monthly  percentage  of  total  coliform  bacteria  in  distribution 
samples  exceeded  the  MCLG  of  zero;  and 


WHEREAS,  The  SFPUC  has  been  conducting  pipe  flushing,  cross-connection  control, 
reservoir  inspection  and  cleaning  programs  together  with  the  maintenance  of  disinfectant 
residual  during  the  routine  operations  of  the  distribution  system  to  minimize  microbiological 
contamination;  and 

WHEREAS,  Lead  was  not  detected  in  the  distribution  system  water  in  the  2018  triennial 
Lead  and  Copper  Rule  monitoring  but  47  of  90  residential  tap  water  samples  had  lead  above  the 
PHG  level  of  0.2  ppb  due  to  corrosion  of  lead-containing  materials  in  household  plumbing;  and 

WHEREAS,  The  State  Water  Resources  Control  Board,  Division  of  Drinking  Water 
(SWRCB-DDW)  has  determined  that  the  SFPUC  consistently  meets  lead  regulations  and  that  its 
corrosion  control  is  optimized;  and 

WHEREAS,  Since  the  groundwater  supply  is  added  to  the  system  source,  the  SFPLIC  has 
committed  to  conducting  an  independent  expert  review  in  evaluating  groundwater  impacts  on 
existing  optimal  control  treatment;  and 

WHEREAS,  In  addition  to  optimized  corrosion  control  treatment  and  additional 
evaluation,  the  SFPUC  continues  existing  public  outreach  to  educate  customers  and  lead 
reduction  efforts  to  minimize  customers’  exposure  to  lead  in  drinking  water,  including: 
partnering  with  San  Francisco  Department  of  Public  Health  in  lead-source  investigations, 
offering  free  lead-tests  to  enrollees  of  Women,  Infant  and  Child  Program,  engaging  in  legislative 
initiatives  to  reduce  lead  exposure,  and  replacing  pipeline  fixtures  including  meters,  hydrants, 
valves,  etc.  with  lead-free  units;  and 

WHEREAS,  In  accordance  with  Senate  Bill  427,  the  SFPUC  completed  an  inventory  of 
Lead  User  Service  Lines  (LUSL)  and  reported  the  findings  to  the  SWRCB-DDW  in  2018,  and 
staff  will  submit  a  proposed  replacement  schedule  of  user  service  lines  constructed  of  unknown 
material  or  galvanized  materials  by  July  1, 2020;  and 

WHEREAS,  The  SFPUC’s  ongoing  policy  is  to  remove  and  replace  any  discovered  lead 
service  lines  promptly;  and 

WHEREAS,  The  SFPUC  is  developing  three  additional  lead  reduction  programs 
comprising:  a  long-term  recurring  lead  monitoring  program  for  K-12  schools  in  collaboration 
with  the  San  Francisco  Unified  School  District  and  SFDPH,  a  future  lead  analysis  assistance 
program  for  daycare  facilities  in  the  City,  and  a  lead  monitoring  program  to  assist  properties  in 
tracking  lead  levels  in  tap  water  after  replacement  of  an  identified  LUSL;  and 

WHEREAS,  The  2019  PHG  Report  identifies  the  Best  Available  Technology 
commercially  available  for  these  six  contaminants  and  evaluates  the  cost  to  reduce  the  level  of 
the  contaminants  to  below  their  responsive  PHGs,  or  specifies  the  barriers  for  evaluating  these 
costs;  and 

WHEREAS,  On  September  10,  2019,  the  Commission  held  a  public  hearing  to  accept 
and  respond  to  public  comment  on  the  2019  PHG  Report;  now,  therefore,  be  it 


RESOLVED,  The  Commission  approves  the  2019  PHG  Report  and  directs  the  Water 
Quality  Division  Director  to  send  a  letter  notifying  the  SWRCB-DDW  that  the  2019  PHG  Report 
is  available  and  that  a  public  hearing  was  held  for  the  purpose  of  accepting  and  responding  to 
public  comments  on  the  Report. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  September  10,  2019. 


Secretary,  Public  Utilities  Commission 


■ 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


19-0178 


WHEREAS,  On  July  17,  2019,  the  2018-2019  Civil  Grand  Jury  released  a  report  entitled, 
“Act  Now  Before  It  Is  Too  Late:  Aggressively  Expand  and  Enhance  Our  High-Pressure 
Emergency  Firefighting  Water  System,”  a  copy  of  which  is  on  file  with  the  Commission 
Secretary  and  has  been  provided  to  this  Commission  for  review;  and 

WHEREAS,  The  Civil  Grand  Jury  requires  written  responses  from  this  Commission  to 
the  Report  s  Findings  Nos.  1,  2,  4,  5,  6,  8,  9,  10,  1 1,  12,  and  13,  and  Recommendations  Nos.  1.  2, 
6,  7,  9,  and  10;  and 

WHEREAS,  California  Penal  Code  §933(c)  requires  such  written  responses  be  submitted 
to  the  Presiding  Judge  no  later  than  September  15,  2019;  and 

WHEREAS,  Attached  hereto  are  the  Commission’s  responses  to  the  above  stated 
Findings  and  Recommendations  in  the  2018-19  Civil  Grand  Jury  Report;  now,  therefore  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  Commission’s  responses, 
attached  hereto,  to  the  relevant  findings  and  recommendations  of  the  July  17,  2019  Civil  Grand 
Jury  Report  entitled,  “Act  Now  Before  It  Is  Too  Late:  Aggressively  Expand  and  Enhance  Our 
High-Pressure  Emergency  Firefighting  Water  System”  and  authorizes  and  directs  the 
Commission  President  to  submit  the  response  to  the  Presiding  Judge  of  the  Civil  Grand  Jury  by 
September  15,  2019,  as  required  by  California  Penal  Code  §933(c). 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  September  10,  2019. 


Secretary,  Public  Utilities  Commission 


Report  Title 
[Publication  Date] 

F# 

Finding 

(text  may  be  duplicated  due  to  spanning  and 
multiple  respondent  effects) 

Respondent  Assigned  by 
CGJ 

[Response  Due  Date] 

Finding  Response 
(Agree/Disagree) 

Finding  Response  Text 

R# 

[for  F#] 

Recommendation 

(text  may  be  duplicated  due  to  spanning  and 
multiple  respondent  effects) 

Respondent  Assigned  by 
CGJ 

(Response  Due  Date] 

Recommendation 

Response 

(Implementation) 

Recommendation  Response  Text 

Too  Late: 

Aggressively  Expand 

and  Enhance  Our 

High-Pressure 

Emergency 

Firefighting  Water 

System 

[July  17,  2019) 

Fires  resulting  from  an  earthquake  represent  a 

significant  risk  of  widespread  damage  and 
potential  loss  of  life  in  San  Francisco. 

President,  San  Francisco 

Public  Utilities  Commission 
[September  15,  2019] 

Agree  with  the 

finding 

R1 

[for  F1-F6] 

By  no  later  than  December  31,  2020,  the  Mayor 

the  SFPUC,  the  SFFD,  and  the  Office  of 
Resilience  and  Capital  Planning  should  jointly 
present  to  the  Board  of  Supervisors  a  detailed 
plan  to  ensure  the  City  is  well  prepared  to  fight 
fires  in  all  parts  of  San  Francisco  in  the  event  of 
a  1906-magnitude  (7.8)  earthquake. 

President,  San  Francisco 

Public  Utilities  Commission 
[September  15,  2019] 

Will  be  implementec 

Ensuring  that  San  Francisco  has  the  Infrastructure  and 
resources  to  be  well  prepared  to  fight  fires  in  all  parts  of  San 
Francisco  is  something  that  will  be  a  focus  of  the  next  10- 
Year  Capital  Plan.  Per  Administrative  Code  3.20,  that  Plan 
must  be  submitted  to  the  Mayor  and  Board  no  later  than 
March  1  of  each  odd-numbered  year  for  approval  no  later 
than  May  1.  The  requested  presentation  would  be  delivered 
as  part  of  that  Plan's  submission  to  enable  holistic  planning 
across  San  Francisco's  resilience  challenges.  Updates 
available  on  this  timeline  would  be  included.  The  City  cannot 
discuss  the  project  and  timeline  until  the  ESER  2020  plan 
passes.  For  this  reason,  the  City  will  sync  this 
recommendation  with  the  Capital  Plan,  and  push  back  the 
timeline  to  December  31,  2021. 

Too  Late: 

Aggressively  Expand 

and  Enhance  Our 

High-Pressure 

Emergency 

Firefighting  Water 

System 

[July  17,  2019) 

Fires  resulting  from  an  earthquake  represent  a 

significant  risk  of  widespread  damage  and 
potential  loss  of  life  in  San  Francisco. 

President,  San  Francisco 

Public  Utilities  Commission 
[September  15,  2019] 

Agree  with  the 

finding 

R2 

[for  F1-F6] 

The  plan  discussed  in  Recommendation  R1 

should  include  a  detailed  proposal,  including 
financing  sources,  for  the  installation  within  15 
years  of  a  high-pressure,  multi-sourced, 
seismically  safe  emergency  water  system  for 
those  parts  of  the  City  that  don't  currently  have 
one,  i.e.,  by  no  later  than  June  30,  2034. 

President,  San  Francisco 

Public  Utilities  Commission 
[September  15,  2019] 

Requires  further 

analysis 

The  commitment  of  sources  for  specific  uses  on  specific 
timelines  for  San  Francisco's  public  infrastructure  is  the 
work  of  the  10-Year  Capital  Plan.  The  plan  discussed  in 
Recommendation  1  will  be  acknowledged  in  the  Capital  Plan, 
and  based  on  analysis,  will  be  done  on  the  capital  plan 
timeline.  The  capital  planning  process  gathers,  documents, 
and  balances  planned  funding  for  needs  across  the  public 
infrastructure  portfolio  and  across  San  Francisco's  resilience 
challenges.  The  Capital  Plan  has  longstanding  funding 
principles  to  guide  the  prioritization  of  public  infrastructure 
investments.  These  investments  are  tiered:  (1)  address  legal 
and/or  regulatory  mandates;  (2)  ensure  public  safety  and 
enhance  resilience;  (3)  preserve  assets  and  promote 
sustainability;  (4)  advance  planned  and  programmatic 
needs;  and  (5)  promote  economic  development.  In  the  next 
10-Year  Capital  Plan  and  those  that  follow,  the  City  will 
continue  to  analyze  priority  projects  and  programs  and 
dentify  sources  to  advance  those  priorities.  Committing  to 
entirely  funding  a  single  program  out  of  context  and  without 
regard  for  the  trade-offs  of  that  commitment  would  be  out 
of  step  with  the  City's  longstanding  and  highly  regarded 
capital  planning  process  and  likely  create  significant 
vulnerabilities  elsewhere  In  the  portfolio. 

Too  Late: 

Aggressively  Expand 
and  Enhance  Our 
High-Pressure 
Emergency 
Firefighting  Water 
System 

[July  17,  2019] 

lighly  vulnerable  to  damage  from  a  major 
earthquake  and  is  not  a  reliable  source  for 
water  supply  for  firefighting  after  a  major 
earthquake. 

President,  San  Francisco 

■’ublic  Utilities  Commission 
September  15,  2019] 

Disagree,  partially 

The  MWSS  has  been  significantly  upgraded  in  the  last  15  years  through  the 

Water  Supply  Improvement  Program  (WSIP)  initiated  by  the  SFPUC.  The 
goals  of  WSIP  included  to  reduce  vulnerability  of  the  water  system  to 
damage  from  earthquakes  and  increase  overall  water  system  reliability. 

There  were  35  in-city  projects  within  the  $4.8  billion-dollar  program.  The 
WSIP  was  the  largest  capital  program  ever  undertaken  by  San  Francisco, 
and  one  of  the  largest  water  infrastructure  programs  in  the  nation. 
Additionally,  it  is  one  of  the  only  comprehensive  and  strategic 
nfrastructure  programs  targeted  specifically  at  improving  a  water  system's 
seismic  reliability  and  resiliency.  Additionally,  it  is  unique  because  the  WSIP 
utilized  a  7.8  magnitude  earthquake  as  its  seismic  Level  of  Service. 

_ 

R1 

[for  F1-F6] 

By  no  later  than  December  31,  2020,  the  Mayor, 

he  SFPUC,  the  SFFD,  and  the  Office  of 

Resilience  and  Capital  Planning  should  jointly 
present  to  the  Board  of  Supervisors  a  detailed 
plan  to  ensure  the  City  is  well  prepared  to  fight 
fires  in  all  parts  of  San  Francisco  in  the  event  of 
1906-magnitude  (7.8)  earthquake. 

President,  San  Francisco 

’ublic  Utilities  Commission 
September  15,  2019] 

Will  be  implemented 

Ensuring  that  San  Francisco  has  the  infrastructure  and 
resources  to  be  well  prepared  to  fight  fires  in  all  parts  of  San 
Francisco  is  something  that  will  be  a  focus  of  the  next  10- 
fear  Capital  Plan.  Per  Administrative  Code  3.20,  that  Plan 
must  be  submitted  to  the  Mayor  and  Board  no  later  than 
vlarch  1  of  each  odd-numbered  year  for  approval  no  later 
han  May  1.  The  requested  presentation  would  be  delivered 
s  part  of  that  Plan's  submission  to  enable  holistic  planning 
cross  San  Francisco's  resilience  challenges.  Updates 
vailable  on  this  timeline  would  be  included.  The  City  cannot 
Jiscuss  the  project  and  timeline  until  the  ESER  2020  plan 
sasses.  For  this  reason,  the  City  will  sync  this 
ecommendation  with  the  Capital  Plan,  and  push  back  the 
imeline  to  December  31,  2021. 

Act  Now  Before  It  Is 

Too  Late: 

Aggressively  Expand 

and  Enhance  Our 

High-Pressure 

Emergency 

Firefighting  Water 

System 

[July  17,  2019] 

F2 

The  municipal  water  supply  system  (MWSS)  is 
highly  vulnerable  to  damage  from  a  major 
earthquake  and  is  not  a  reliable  source  for 
water  supply  for  firefighting  after  a  major 
earthquake. 

President,  San  Francisco 

Public  Utilities  Commission 
[September  15,  2019] 

Disagree,  partially 

The  MWSS  has  been  significantly  upgraded  in  the  last  15  years  through  the 
Water  Supply  Improvement  Program  (WSIP)  initiated  by  the  SFPUC.  The 
goals  of  WSIP  included  to  reduce  vulnerability  of  the  water  system  to 
damage  from  earthquakes  and  increase  overall  water  system  reliability. 
There  were  35  in-city  projects  within  the  $4.8  billlon-dollar  program.  The 
WSIP  was  the  largest  capital  program  ever  undertaken  by  San  Francisco, 
and  one  of  the  largest  water  infrastructure  programs  in  the  nation. 
Additionally,  it  is  one  of  the  only  comprehensive  and  strategic 
infrastructure  programs  targeted  specifically  at  improving  a  water  system's 
seismic  reliability  and  resiliency.  Additionally,  it  is  unique  because  the  WSIP 
utilized  a  7.8  magnitude  earthquake  as  its  seismic  Level  of  Service. 

R2 

[for  F1-F6] 

The  plan  discussed  in  Recommendation  R1 
should  include  a  detailed  proposal,  including 
financing  sources,  for  the  installation  within  15 
years  of  a  high-pressure,  multi-sourced, 
seismically  safe  emergency  water  system  for 
those  parts  of  the  City  that  don't  currently  have 
one,  i.e.,  by  no  later  than  June  30,  2034. 

President,  San  Francisco 

Public  Utilities  Commission 
[September  15,  2019] 

Requires  further 
analysis 

The  commitment  of  sources  for  specific  uses  on  specific 
timelines  for  San  Francisco's  public  infrastructure  is  the 
work  of  the  10-Year  Capital  Plan.  The  plan  discussed  in 
Recommendation  1  will  be  acknowledged  in  the  Capital  Plan, 
and  based  on  analysis,  will  be  done  on  the  capital  plan 
timeline.  The  capital  planning  process  gathers,  documents, 
and  balances  planned  funding  for  needs  across  the  public 
infrastructure  portfolio  and  across  San  Francisco's  resilience 
challenges.  The  Capital  Plan  has  longstanding  funding 
principles  to  guide  the  prioritization  of  public  infrastructure 
investments.  These  investments  are  tiered:  (1)  address  legal 
and/or  regulatory  mandates;  (2)  ensure  public  safety  and 
enhance  resilience;  (3)  preserve  assets  and  promote 
sustainability;  (4)  advance  planned  and  programmatic 
needs;  and  (5)  promote  economic  development.  In  the  next 
10-Year  Capital  Plan  and  those  that  follow,  the  City  will 
continue  to  analyze  priority  projects  and  programs  and 
identify  sources  to  advance  those  priorities.  Committing  to 
entirely  funding  a  single  program  out  of  context  and  without 
regard  for  the  trade-offs  of  that  commitment  would  be  out 
of  step  with  the  Q'ty's  longstanding  and  highly  regarded 
capital  planning  process  and  likely  create  significant 
vulnerabilities  elsewhere  in  the  portfolio. 

Act  Now  Before  It  Is 

Too  Late: 

Aggressively  Expand 
and  Enhance  Our 

High-Pressure 

Emergency 

Firefighting  Water 

System 

[July  17,  2019] 

F4 

The  City's  high-pressure  emergency  water 
supply  system,  known  as  the  Auxiliary  Water 
Supply  System  (AWSS),  does  not  cover  large 
parts  of  Supervisorial  Districts  1,  4,  7  and  11, 
roughly  one-third  of  the  City's  developed  area. 

As  a  result,  these  districts  are  not  adequately 
protected  from  fires  after  a  major  earthquake. 

President,  San  Francisco 
Public  Utilities  Commission 
[September  15,  2019] 

Agree  with  the 
finding 

The  SFPUC,  SFFD,  and  San  Francisco  Public  Works  (SFPW)  are  committed  to 
increasing  fire  protection  throughout  San  Francisco.  Since  the  passage  of 
the  first  Earthquake  Safety  and  Emergency  Response  Bond  in  2010,  the 
three  agencies  have  been  implementing  projects  to  improve  the  AWSS 
system's  seismic  reliability  and  range  of  coverage.  Enhancing  the  AWSS 
range  of  coverage  to  all  areas  of  the  City  would  require  the  allocation  of 
funds  to  do  so.  The  three  agencies  will  continue  to  develop  and  implement 
projects  utilizing  new  and  proven  technologies  that  improve  upon  the 
original  system  design.  There  have  been  many  advancements  in  earthquake 
resistant  pipeline  design  and  materials,  hydrants,  and  seismic  valves  since 
the  early  1900s,  and  the  City  intends  to  use  the  best  possible  technology 
available  to  meet  the  performance  standards  of  the  SFFD. 

R1 

[for  F1-F6] 

By  no  later  than  December  31,  2020,  the  Mayor, 
the  SFPUC,  the  SFFD,  and  the  Office  of 

Resilience  and  Capital  Planning  should  jointly 
present  to  the  Board  of  Supervisors  a  detailed 
plan  to  ensure  the  City  is  well  prepared  to  fight 
fires  in  all  parts  of  San  Francisco  in  the  event  of 
a  1906-magnitude  (7.8)  earthquake. 

President,  San  Francisco 

Public  Utilities  Commission 
[September  15,  2019] 

Will  be  implemented 

Ensuring  that  San  Francisco  has  the  infrastructure  and 
resources  to  be  well  prepared  to  fight  fires  in  all  parts  of  San 
Francisco  is  something  that  will  be  a  focus  of  the  next  10- 
Year  Capital  Plan.  Per  Administrative  Code  3.20,  that  Plan 
must  be  submitted  to  the  Mayor  and  Board  no  later  than 
March  1  of  each  odd-numbered  year  for  approval  no  later 
than  May  1.  The  requested  presentation  would  be  delivered 
as  part  of  that  Plan's  submission  to  enable  holistic  planning 
across  San  Francisco's  resilience  challenges.  Updates 
available  on  this  timeline  would  be  included.  The  Qty  cannot 
discuss  the  project  and  timeline  until  the  ESER  2020  plan 
passes.  For  this  reason,  the  City  will  sync  this 
recommendation  with  the  Capital  Plan,  and  push  back  the 
timeline  to  December  31,  2021. 

Act  Now  Before  It  Is 

Too  Late: 

Aggressively  Expand 

and  Enhance  Our 

High-Pressure 

Emergency 

Firefighting  Water 

System 

[July  17,  2019] 

F4 

The  City's  high-pressure  emergency  water 
supply  system,  known  as  the  Auxiliary  Water 
Supply  System  (AWSS),  does  not  cover  large 
parts  of  Supervisorial  Districts  1,  4,  7  and  11, 
roughly  one-third  of  the  City's  developed  area. 

As  a  result,  these  districts  are  not  adequately 
protected  from  fires  after  a  major  earthquake. 

President,  San  Francisco 
Public  Utilities  Commission 
[September  15,  2019] 

Agree  with  the 
finding 

The  SFPUC,  SFFD,  and  San  Francisco  Public  Works  (SFPW)  are  committed  to 
increasing  fire  protection  throughout  San  Francisco.  Since  the  passage  of 
the  first  Earthquake  Safety  and  Emergency  Response  Bond  in  2010,  the 
three  agencies  have  been  implementing  projects  to  improve  the  AWSS 
system's  seismic  reliability  and  range  of  coverage.  Enhancing  the  AWSS 
range  of  coverage  to  all  areas  of  the  City  would  require  the  allocation  of 
funds  to  do  so.  The  three  agencies  will  continue  to  develop  and  implement 
projects  utilizing  new  and  proven  technologies  that  improve  upon  the 
original  system  design.  There  have  been  many  advancements  in  earthquake 
resistant  pipeline  design  and  materials,  hydrants,  and  seismic  valves  since 
the  early  1900s,  and  the  City  intends  to  use  the  best  possible  technology 
available  to  meet  the  performance  standards  of  the  SFFD. 

R2 

[for  F1-F6] 

The  plan  discussed  in  Recommendation  R1 
should  include  a  detailed  proposal,  including 
financing  sources,  for  the  installation  within  15 
years  of  a  high-pressure,  multi-sourced, 
seismically  safe  emergency  water  system  for 
those  parts  of  the  City  that  don't  currently  have 
one,  i.e.,  by  no  later  than  June  30,  2034. 

President,  San  Francisco 

Public  Utilities  Commission 
[September  15,  2019] 

Requires  further 
analysis 

The  commitment  of  sources  for  specific  uses  on  specific 
timelines  for  San  Francisco's  public  infrastructure  is  the 
work  of  the  10-Year  Capital  Plan.  The  plan  discussed  in 
Recommendation  1  will  be  acknowledged  in  the  Capital  Plan, 
and  based  on  analysis,  will  be  done  on  the  capital  plan 
timeline.  The  capital  planning  process  gathers,  documents, 
and  balances  planned  funding  for  needs  across  the  public 
infrastructure  portfolio  and  across  San  Francisco's  resilience 
challenges.  The  Capital  Plan  has  longstanding  funding 
principles  to  guide  the  prioritization  of  public  infrastructure 
investments.  These  investments  are  tiered:  (1)  address  legal 
and/or  regulatory  mandates;  (2)  ensure  public  safety  and 
enhance  resilience;  (3)  preserve  assets  and  promote 
sustainability;  (4)  advance  planned  and  programmatic 
needs;  and  (5)  promote  economic  development.  In  the  next 
10-Year  Capital  Plan  and  those  that  follow,  the  City  will 
continue  to  analyze  priority  projects  and  programs  and 
Identify  sources  to  advance  those  priorities.  Committing  to 
entirely  funding  a  single  program  out  of  context  and  without 
regard  for  the  trade-offs  of  that  commitment  would  be  out 
of  step  with  the  Qty's  longstanding  and  highly  regarded 
capital  planning  process  and  likely  create  significant 
vulnerabilities  elsewhere  in  the  portfolio. 

Act  Now  Before  It  Is 

Too  Late: 

Aggressively  Expand 

and  Enhance  Our 

High-Pressure 

Emergency 

Firefighting  Water 

System 

[July  17,  2019] 

F5 

A  high-pressure,  multi-sourced,  seismically  safe 
emergency  firefighting  water  supply  will  be 
costly  but  is  essential  to  protect  the  City. 

President,  San  Francisco 
Public  Utilities  Commission 
[September  15,  2019] 

Agree  with  the 
finding 

As  the  City  considers  what  is  essential  to  protect  San  Francisco,  it  is 
important  to  acknowledge  our  multiple,  complex  resilience  challenges. 
These  challenges  are  documented  in  the  Resilient  SF  strategy  (2016)  and 
underlie  the  strategic  efforts  of  our  capital  investments  as  represented  in 
the  10-Year  Capital  Plan  (last  updated  2019).  These  challenges  are: 
Earthquakes,  Sea  Level  Rise/Climate  Change,  Aging  Infrastructure, 
Unaffordability,  and  Social  Inequity.  All  of  these  challenges  represent 
meaningful  threats  to  San  Franciscans,  their  property,  and  their  ability  to 
make  a  life  in  the  city.  In  making  decisions  about  priority  investments,  San 
Francisco  must  keep  an  eye  on  all  of  these  challenges,  identify  the  areas  of 
greatest  need  across  them,  and  make  progress  on  all  fronts  simultaneously. 
The  City  has  taken  significant  steps  since  2010  to  ensure  that  the  City  has  a 
high-pressure  multi-sourced,  seismically  safe  EFWS.  Since  the  passage  of 
the  first  Earthquake  Safety  and  Emergency  Response  Bond  in  2010,  SFPUC, 
SFFD,  SF  Public  Works  have  been  Implementing  projects  to  improve  the 
system's  seismic  reliability  and  range  of  coverage.  The  three  agencies  will 
continue  to  Implement  projects  utilizing  new  and  proven  technologies  that 
improve  upon  the  original  system  design. 

R1 

[for  F1-F6 

By  no  later  than  December  31,  2020,  the  Mayor 
the  SFPUC,  the  SFFD,  and  the  Office  of 
Resilience  and  Capital  Planning  should  jointly 
present  to  the  Board  of  Supervisors  a  detailed 
plan  to  ensure  the  City  is  well  prepared  to  fight 
fires  in  all  parts  of  San  Francisco  in  the  event  of 
a  1906-magnitude  (7.8)  earthquake. 

President,  San  Francisco 

Public  Utilities  Commission 
[September  15,  2019] 

Will  be  implementec 

Ensuring  that  San  Francisco  has  the  infrastructure  and 
resources  to  be  well  prepared  to  fight  fires  in  all  parts  of  San 
Francisco  is  something  that  will  be  a  focus  of  the  next  10- 
Y ear  Capital  Plan.  Per  Administrative  Code  3.20,  that  Plan 
must  be  submitted  to  the  Mayor  and  Board  no  later  than 
March  1  of  each  odd-numbered  year  for  approval  no  later 
than  May  1.  The  requested  presentation  would  be  delivered 
as  part  of  that  Plan's  submission  to  enable  holistic  planning 
across  San  Francisco's  resilience  challenges.  Updates 
available  on  this  timeline  would  be  included.  The  City  cannot 
discuss  the  project  and  timeline  until  the  ESER  2020  plan 
passes.  For  this  reason,  the  City  will  sync  this 
recommendation  with  the  Capital  Plan,  and  push  back  the 
timeline  to  December  31,  2021. 

Too  Late: 

Aggressively  Expand 
and  Enhance  Our 

High-Pressure 
Emergency 
Firefighting  Water 
System 

[July  17,  2019] 

A  high-pressure,  multi-sourced,  seismically  safe 

emergency  firefighting  water  supply  will  be 
costly  but  is  essential  to  protect  the  City. 

President,  San  Francisco 

Public  Utilities  Commission 
[September  15,  2019] 

Agree  with  the 

finding 

As  the  City  considers  what  is  essential  to  protect  San  Francisco,  it  is 

important  to  acknowledge  our  multiple,  complex  resilience  challenges. 
These  challenges  are  documented  in  the  Resilient  SF  strategy  (2016)  and 
underlie  the  strategic  efforts  of  our  capital  investments  as  represented  in 
the  10-Year  Capital  Plan  (last  updated  2019).  These  challenges  are: 
Earthquakes,  Sea  Level  Rise/Climate  Change,  Aging  Infrastructure, 
Unaffordability,  and  Social  Inequity.  All  of  these  challenges  represent 
meaningful  threats  to  San  Franciscans,  their  property,  and  their  ability  to 
make  a  life  in  the  city.  In  making  decisions  about  priority  investments,  San 
Francisco  must  keep  an  eye  on  all  of  these  challenges,  identify  the  areas  of 
greatest  need  across  them,  and  make  progress  on  all  fronts  simultaneously. 
The  City  has  taken  significant  steps  since  2010  to  ensure  that  the  City  has  a 
high-pressure  multi-sourced,  seismically  safe  EFWS.  Since  the  passage  of 
the  first  Earthquake  Safety  and  Emergency  Response  Bond  in  2010,  SFPUC, 
SFFD,  SF  Public  Works  have  been  implementing  projects  to  improve  the 
system's  seismic  reliability  and  range  of  coverage.  The  three  agencies  will 
continue  to  implement  projects  utilizing  new  and  proven  technologies  that 
improve  upon  the  original  system  design. 

R2 

[for  F1-F6] 

The  plan  discussed  in  Recommendation  R1 

should  include  a  detailed  proposal,  including 
financing  sources,  for  the  installation  within  15 
years  of  a  high-pressure,  multi-sourced, 
seismically  safe  emergency  water  system  for 
those  parts  of  the  City  that  don't  currently  have 
one,  i.e.,  by  no  later  than  June  30,  2034. 

President,  San  Francisco 

Public  Utilities  Commission 
[September  15,  2019] 

Requires  further 
analysis 

The  commitment  of  sources  for  specific  uses  on  specific 
timelines  for  San  Francisco's  public  infrastructure  is  the 
work  of  the  10-Year  Capital  Plan.  The  plan  discussed  in 
Recommendation  1  will  be  acknowledged  in  the  Capital  Plan, 
and  based  on  analysis,  will  be  done  on  the  capital  plan 
timeline.  The  capital  planning  process  gathers,  documents, 
and  balances  planned  funding  for  needs  across  the  public 
infrastructure  portfolio  and  across  San  Francisco's  resilience 
challenges.  The  Capital  Plan  has  longstanding  funding 
principles  to  guide  the  prioritization  of  public  infrastructure 
investments.  These  investments  are  tiered:  (1)  address  legal 
and/or  regulatory  mandates;  (2)  ensure  public  safety  and 
enhance  resilience;  (3)  preserve  assets  and  promote 
sustainability;  (4)  advance  planned  and  programmatic 
needs;  and  (5)  promote  economic  development.  In  the  next 
10-Year  Capital  Plan  and  those  that  follow,  the  City  will 
continue  to  analyze  priority  projects  and  programs  and 
identify  sources  to  advance  those  priorities.  Committing  to 
entirely  funding  a  single  program  out  of  context  and  without 
regard  for  the  trade-offs  of  that  commitment  would  be  out 
of  step  with  the  City's  longstanding  and  highly  regarded 
capital  planning  process  and  likely  create  significant 
vulnerabilities  elsewhere  in  the  portfolio. 

Too  Late: 

Aggressively  Expand 
and  Enhance  Our 

High-Pressure 

Emergency 

Firefighting  Water 

System 

[July  17,  2019] 

Unless  the  City  increases  funding  levels,  it  will 

be  several  decades  (i.e.,  after  the  USGS  predicts 
one  or  more  major  earthquakes  will  occur) 
before  the  southern  parts  of  the  City  have  a 
ligh-pressure,  multi-sourced,  seismically  safe 
emergency  firefighting  water  supply. 

President,  San  Francisco 
Public  Utilities  Commission 
September  15,  2019] 

Disagree,  wholly 

Decisions  about  programming  and  funding  levels  of  future  ESER  bonds  and 

other  complementary  sources  that  could  support  the  expansion  of  the 

AWSS  have  yet  to  be  made. 

R1 

[for  F1-F6] 

By  no  later  than  December  31,  2020,  the  Mayor, 

the  SFPUC,  the  SFFD,  and  the  Office  of 

Resilience  and  Capital  Planning  should  jointly 
present  to  the  Board  of  Supervisors  a  detailed 
plan  to  ensure  the  City  is  well  prepared  to  fight 
ires  in  all  parts  of  San  Francisco  in  the  event  of 
1906-magnitude  (7.8)  earthquake. 

President,  San  Francisco 
’ublic  Utilities  Commission 
September  15,  2019] 

Will  be  implemented 

Ensuring  that  San  Francisco  has  the  infrastructure  and 

resources  to  be  well  prepared  to  fight  fires  In  all  parts  of  San 
Francisco  is  something  that  will  be  a  focus  of  the  next  10- 
Year  Capital  Plan.  Per  Administrative  Code  3.20,  that  Plan 
must  be  submitted  to  the  Mayor  and  Board  no  later  than 

March  1  of  each  odd-numbered  year  for  approval  no  later 
han  May  1.  The  requested  presentation  would  be  delivered 
as  part  of  that  Plan's  submission  to  enable  holistic  planning 
across  San  Francisco's  resilience  challenges.  Updates 
available  on  this  timeline  would  be  included.  The  City  cannot 
discuss  the  project  and  timeline  until  the  ESER  2020  plan 
aasses.  For  this  reason,  the  City  will  sync  this 
ecommendation  with  the  Capital  Plan,  and  push  back  the 
imeline  to  December  31,  2021. 

Act  Now  Before  It  Is 

Too  Late: 

Aggressively  Expand 
and  Enhance  Our 
High-Pressure 
Emergency 
Firefighting  Water 
System 

[July  17,  2019] 

F6 

Unless  the  City  increases  funding  levels,  it  will 
be  several  decades  (i.e.,  after  the  USGS  predicts 
one  or  more  major  earthquakes  will  occur) 
before  the  southern  parts  of  the  City  have  a 
high-pressure,  multi-sourced,  seismically  safe 
emergency  firefighting  water  supply. 

President,  San  Francisco 
Public  Utilities  Commission 
[September  15,  2019] 

Disagree,  wholly 

Decisions  about  programming  and  funding  levels  of  future  ESER  bonds  and 
other  complementary  sources  that  could  support  the  expansion  of  the 

AWSS  have  yet  to  be  made. 

R2 

[for  F1-F6] 

The  plan  discussed  in  Recommendation  R1 
should  include  a  detailed  proposal,  including 
financing  sources,  for  the  installation  within  15 
years  of  a  high-pressure,  multi-sourced, 
seismically  safe  emergency  water  system  for 
those  parts  of  the  City  that  don't  currently  have 
one,  i.e.,  by  no  later  than  June  30,  2034. 

President,  San  Francisco 
Public  Utilities  Commission 
[September  15,  2019] 

Requires  further 
analysis 

The  commitment  of  sources  for  specific  uses  on  specific 
timelines  for  San  Francisco's  public  infrastructure  is  the 
work  of  the  10-Year  Capital  Plan.  The  plan  discussed  in 
Recommendation  1  will  be  acknowledged  in  the  Capital  Plan, 
and  based  on  analysis,  will  be  done  on  the  capital  plan 
timeline.  The  capital  planning  process  gathers,  documents, 
and  balances  planned  funding  for  needs  across  the  public 
nfrastructure  portfolio  and  across  San  Francisco's  resilience 
challenges.  The  Capital  Plan  has  longstanding  funding 
principles  to  guide  the  prioritization  of  public  infrastructure 
nvestments.  These  investments  are  tiered:  (1)  address  legal 
and/or  regulatory  mandates;  (2)  ensure  public  safety  and 
enhance  resilience;  (3)  preserve  assets  and  promote 
sustainability;  (4)  advance  planned  and  programmatic 
needs;  and  (5)  promote  economic  development.  In  the  next 
10-Year  Capital  Plan  and  those  that  follow,  the  City  will 
continue  to  analyze  priority  projects  and  programs  and 
identify  sources  to  advance  those  priorities.  Committing  to 
entirely  funding  a  single  program  out  of  context  and  without 
regard  for  the  trade-offs  of  that  commitment  would  be  out 
of  step  with  the  City's  longstanding  and  highly  regarded 
capital  planning  process  and  likely  create  significant 
vulnerabilities  elsewhere  in  the  portfolio. 

Act  Now  Before  It  Is 

Too  Late: 

Aggressively  Expand 

and  Enhance  Our 

High-Pressure 

Emergency 

Firefighting  Water 

System 

[July  17,  2019] 

F8 

Redundancy  is  an  important  feature  of  an 
emergency  firefighting  water  system. 

President,  San  Francisco 

Public  Utilities  Commission 
[September  15,  2019] 

Agree  with  the 
finding 

R6 

[for  F8-F9] 

The  SFPUC,  the  SFFD  and  the  SF  Department  of 

the  Environment  should  study  adding  salt-water 
pump  stations  to  improve  the  redundancy  of 
water  sources,  especially  on  the  west  side. 
Findings  and  recommendations  from  this  study 
should  be  presented  to  the  Board  of  Supervisors 
by  no  later  than  June  30,  2021. 

President,  San  Francisco 

Public  Utilities  Commission 
[September  15,  2019] 

Will  be  implemented 

SFPUC  and  SFFD  will  complete  this  study  by  June  30,  2021. 

Act  Now  Before  It  Is 

Too  Late: 

Aggressively  Expand 
and  Enhance  Our 
High-Pressure 
Emergency 
Firefighting  Water 
System 

[July  17,  2019] 

F9 

Current  plans  to  extend  protections  to  the 
western  part  of  the  City  do  not  include  any  high- 
pressure  water  sources  north  of  Golden  Gate 

Park. 

President,  San  Francisco 
Public  Utilities  Commission 
[September  15,  2019] 

Disagree,  partially 

While  it  is  true  that  the  SFPUC  and  SFFD  are  studying  four  potential  water 

sources  proposed  to  supply  a  potable  EFWS  on  the  west  side  of  the  City, 
which  are  not  located  north  of  Golden  Gate  Park,  which  by  no  means  would 
reduce  the  proposed  system's  resiliency,  reliability,  performance,  or  ability 
to  provide  abundant  high-pressure  water  for  fire  suppression  to  the 
Richmond  District  after  a  seismic  event.  San  Francisco  is  unique  in  that 
there  are  11  in-city  reservoirs,  with  a  total  water  capacity  of  approximately 
413,000,000  gallons.  Additionally,  Lake  Merced,  also  located  within  City 
Limits,  has  an  additional  approximately  1,000,000,000  gallons.  The  potable 
EFWS  system  forthe  Westside  of  San  Francisco  that  is  being  developed  and 
analyzed  would  provide  that  the  new  EFWS  pipeline  in  the  Sunset  and 
Richmond  Districts  could  be  supplied  from  four  sources  of  water  at  two 
locations.  The  first  two  water  sources  could  be  supplied  to  the  EFWS 
pipeline  via  a  30,000  gallon  per  minute  pump  station  in  the  vicinity  of  Lake 
Merced.  The  two  sources  being  studied  for  this  pump  station  are  Lake 
Merced,  which  has  a  water  supply  of  approximately  one  billion  gallons,  and 
a  60"  seismically  resilient  SFPUC  Hetch  Hetchy  Regional  Water  System 
pipeline.  The  proposed  potable  EFWS  also  is  analyzing  the  inclusion  of  a 
second  30,000  gallons  per  minute  pump  station  in  the  vicinity  of  the 

SFPUC's  Sunset  Reservoir  that  could  be  supplied  water  by  two  sources:  (1) 
the  90  million  gallon  north  basin  of  the  Sunset  Reservoir,  which  recently 
underwent  a  $64  million  seismic  retrofit,  and  (2)  a  54"  seismically  resilient 
SFPUC  Hetch  Hetchy  Regional  Water  system  pipeline. 

R6 

[for  F8-F9] 

The  SFPUC,  the  SFFD  and  the  SF  Department  of 

the  Environment  should  study  adding  salt-water 
pump  stations  to  improve  the  redundancy  of 
water  sources,  especially  on  the  west  side. 
Findings  and  recommendations  from  this  study 
should  be  presented  to  the  Board  of  Supervisors 
by  no  later  than  June  30,  2021. 

President,  San  Francisco 

Public  Utilities  Commission 
[September  15,  2019] 

Will  be  implemented 

SFPUC  and  SFFD  will  complete  this  study  by  June  30,  2021. 

Act  Now  Before  It  Is 

Too  Late: 

Aggressively  Expand 

and  Enhance  Our 

High-Pressure 

Emergency 

Firefighting  Water 

System 

[July  17,  2019) 

F10 

The  "reliability  scores"  being  used  by  the  SFPUC 
impart  an  overly  optimistic  impression  of  the 
protection  provided. 

President.  San  Francisco 

Public  Utilities  Commission 
[September  15,  2019] 

Disagree,  partially 

Fire  Response  Areas  (FRAs)  were  utilized  by  SFPUC  and  SFFD  in  the  planning 
study  CS-199.  This  study  divided  the  City  into  areas  based  on  those  defined 
by  the  SFFD  for  initial  alarm  response  and  were  called  Fire  Response  Areas 
(FRAs).  Probable  fire  demands  were  developed  for  each  FRA  using  1000  sets 
of  fire  demands  generated  by  Charles  Scawthorn,  PhD  using  a  Monte  Carlo 
analysis  of  fire  ignitions  and  fire  growth  using  the  ground  motions  from  the 
design  earthquake  (7.8  magnitude).  The  fire  ignitions  were  generated  using 
methods  similar  to  those  used  for  the  Community  Action  Plan  for  Seismic 
Safety  (CAPSS)  study  (ATC  2010).  The  fire  ignitions  subsequently  were  used 
to  develop  water  demands  that  were  aggregated  into  the  likely  fire 
demands  for  each  FRA.  The  water  supplies  for  each  FRA  were  developed 
using  the  reliability  modeling  tool  GIRAFFE,  developed  at  Cornell  University 
by  Professor  Thomas  D.  O'Rourke.  GIRAFFE  performs  internal  Monte  Carlo 
analysis  to  damage  pipes  in  the  system  for  multiple  scenarios.  The  water 
supplies  developed  by  GIRAFFE  were  aggregated  into  the  likely  water 
supplies  for  each  FRA.  It  should  be  noted  that  the  likely  water  supplies  for 
each  FRA  assumed  no  water  from  the  City's  municipal  water  system 
(MWSS),  which  is  quite  conservative  and  highly  unlikely  even  after  a  seismic 
event.  The  reliability  score  for  each  FRA  is  calculated  using  the  sum  of  all 
water  supplies  for  each  FRA  and  dividing  it  by  the  FRA  water  demand.  The 
reliability  scores  do  exactly  that  -  estimate  how  much  EFWS  water  will  be 
available  for  firefighting  demands  in  a  given  FRA.  The  reliability  scores  are 
not  meant  to  represent  an  estimate  of  the  fire  protection  for  a  given  house, 
block,  or  blocks.  Rather  it  is  a  measure  of  the  EFWS  capacity  and  demand. 
The  SFPUC  recognizes  the  need  to  analyze  potential  EFWS  demands  on  a 
more  detailed  level,  and  the  agency  began  the  process  of  doing  so. 

R7 

(for  F10) 

The  SFPUC  should  (a)  continue  its  efforts  to 
complete  a  more  detailed  analysis  of  emergency 
firefighting  water  needs  (including  above-the- 
median  needs)  by  neighborhood,  and  not  just 
by  FRA,  and  (b)  present  a  completed  analysis  to 
the  Board  of  Supervisors  by  no  later  than 

June  30,  2021. 

President,  San  Francisco 

Public  Utilities  Commission 

[September  15,  2019] 

Will  be  implemented 

SFPUC  and  SFFD  will  complete  this  analysis  by  June  30,  2021 

Act  Now  Before  It  Is 

Too  Late: 

Aggressively  Expand 

and  Enhance  Our 

High-Pressure 

Emergency 

Firefighting  Water 

System 

[July  17,  2019) 

Fll 

The  City  does  not  have  a  timeline  to  fund  and 

complete  development  of  a  high-pressure,  multi 
sourced,  seismically  safe  emergency  water 
supply  for  all  parts  of  the  City,  including  poor 
neighborhoods  that  historically  have  not  been 
as  well  protected  as  the  downtown  business 
district  and  many  richer  neighborhoods. 

President,  San  Francisco 

Public  Utilities  Commission 
[September  15,  2019] 

Disagree,  partially 

The  EFWS  was  built  after  the  1906  earthquake,  and  its  location,  primarily  in 

the  northeast  portion  of  San  Francisco,  corresponds  to  the  location  of  the 
majority  of  the  city's  population  at  that  time.  Since  2010,  the  SFPUC,  SFFD, 
and  Public  Works  have  made  critical  improvements  to  the  existing  EFWS 
system.  Expanding  the  EFWS  prior  to  ensuring  that  the  existing  EFWS  is 
resilient  and  reliable  would  have  contradicted  best  engineering  practices. 
The  SFPUC  and  SFFD  are  developing  plans  that  would  implement  a  resilient, 
robust,  and  redundant  potable  EFWS  for  the  Westside  of  San  Francisco.  The 
potable  EFWS  that  is  being  developed  and  analyzed  would  propose  the 
best  method  for  bringing  a  robust  and  resilient  high-pressure  firefighting 
water  system  to  the  Western  neighborhoods  in  San  Francisco  that  is 
capable  of  providing  water  to  the  SFFD  firefighters  at  the  high-pressure 
needed  for  firefighters  to  combat  large  fires  after  a  seismic  event,  and  is 
likely  to  include  over  14  miles  of  new  EFWS  pipelines  and  potentially  two 
new  pump  stations  likely  to  be  supplied  by  four  water  sources.  The  SFPUC 
and  SFFD's  potable  EFWS  is  being  designed  in  a  manner  that  allows  for 
agility  and  the  flexibility  to  add  new  technologies  and  water  sources,  and  in 
a  manner  that  allows  the  piping  network  to  be  extended  in  the  future  to 
serve  additional  areas. 

Act  Now  Before  It  Is 
Too  Late: 

Aggressively  Expand 

and  Enhance  Our 

High-Pressure 

Emergency 

Firefighting  Water 

System 

[July  17,  2019) 


The  SFPUC  has  not  developed  a  number  of  the 
routine  maintenance  plans  recommended  in  a 
2014  report  (CS-199),  and  has  not  adequately 
defined  which  AWSS  valves  are  "critical"  and 


President.  San  Francisco 
Public  Utilities  Commission 
(September  15,  2019] 


Disagree,  wholly 


therefore  require  increased  attention. 


Since  taking  over  maintenance  responsibilities,  SFPUC  has  completed 

significant  maintenance  activities.  For  example,  on  a  monthly  basis,  staff 
from  the  SFPUC  test  both  Pump  Station  #1  and  Pump  Station  #2.  There  are 
6  maintenance  recommendations  provided  in  the  CS-199  study  as  shown 
below  in  Table  7-1  from  CS-199.  The  SFPUC  has  developed  several  of  the 
routine  maintenance  plans  recommended  in  the  report  or  has  determined 
the  recommended  maintenance  practice  is  not  necessary  (i.e.  flushing  of  a 
non-potable  water  system). 


By  no  later  than  December  31,  2020  the  SFPUC, 
with  the  advice  and  subject  to  the  approval  of 
the  SFFD,  should  (a)  implement  "best  practices" 
for  the  maintenance  of  AWSS  assets,  and  (b) 
redefine  which  AWSS  valves  in  the  system  are 


President,  San  Francisco 
Public  Utilities  Commission 
[September  15,  2019] 


Has  been 

plemented 


"critical,"  and,  therefore,  require  more 
attention  and  priority  in  the  SFPUC's 
maintenance  plans. 


Maintenance  Recommendations,  CS.  199  Task  11 TM: 

Maintenance  Recommendation  1:  Confirm  that  all  AWSS  assets  are  entered 
into  CDD's  asset  management  system  and  PM's  are  established 
SFPUC  Response:  All  AWSS  asset  locations  are  entered  into  CDD's  Maximo 
and  GIS  databases.  PM's  are  established  for  regular  maintenance. 

Maintenance  Recommendation  2:  Perform  Regular  maintenance  and 
testing 

SFPUC  Response:  According  to  SFPUC  Maximo  maintenance/testing 
records,  regular  maintenance  and  testing  is  performed  in  accordance  with 
maintenance  plans. 

Maintenance  Recommendation  3:  Check,  flush  and  repair  all  suction 
connections  regularly 

SFPUC  Response:  All  suction  connections  were  assessed  4-5  years  ago. 

Some  were  cleaned  as  needed  at  that  time.  A  high-pressure  jetting  machine 
was  recently  purchased,  and  personnel  is  being  trained  on  its  use. 

Maintenance  Recommendation  4:  Establish  pipeline  flushing  program  for 
AWSS 

SFPUC  Response:  Non-potable  fire-fighting  water  systems  are  not  typically 
flushed  as  part  of  regular  flushing  maintenance  program.  However,  flushing 
naturally  occurs  when  the  AWSS  is  utilized  approximately  20  times  per 
year. 

Maintenance  Recommendation  5:  Establish  leak  detection  program  and  a 
pipeline  leak  database  to  monitor  potential  hot  spots 
SFPUC  Response:  SFPUC  maintenance  activities  have  helped  reduced  EFWS 
leakage  by  over  500,000  gallons  per  day,  improving  system  performance 
while  reducing  water  waste.  A  condition  assessment  project  was 
implemented  using  Smart  Ball  technology.  In  addition,  the  system  water 
supply  sources  are  regularly  monitored  for  water  levels/filling  requirements 
which  will  indicate  potential  leaks  in  the  pipeline  system. 

Maintenance  Recommendation  6:  Establish  a  cistern  inspection,  filling  and 
testing  program 

SFPUC  Response:  A  cistern  inspection  and  testing  program  has  been 
developed  for  implementation  in  2019.  In  addition,  a  filling  procedure  has 
been  established  with  SFFD. 

As  part  of  the  AWSS  Critical  Valve  Exercise  Program,  CDD  has  identified  66 
AWSS  valves  as  "critical"  (66  of  1,685  valves,  or  approximately  4  percent 
(source:  CDD  GIS).  Critical  valves  for  AWSS  were  defined  based  on  the 
following  criteria  for  operational  importance: 

•  Tank  bypass  valves 

•  Tank  supply  valve  from  higher  pressure  to  lower  pressure  tank  supply 
source 

•  Closed  control  valves  to  isolate  piping  within  an  infirm  area 

•  Distribution  system  divide  gate  valve,  manual  operation  (allows  higher 


(a)  SFPUC  implements  "best  practices"  forthe  maintenance 
of  AWSS  assets  in  collaboration  with  SFFD,  and  consistent 
with  the  terms  of  the  Memorandum  of  Understanding 
Regarding  Operation  and  Maintenance  of  San  Francisco 
Water  Supply  Systems  Related  to  Fire  Suppression  (MOU), 
SFPUC  will  seek  SFFD's  written  approval  for  "any 
modifications  that  could  compromise"  the  system's 
function  as  a  high  pressure  firefighting  system  (MOU,  page 
2). 

(b)  The  AWSS  critical  valves  have  been  identified  and  will  be 
exercised  every  year  through  the  AWSS  Critical  Valve 
Exercise  Program. 


system) 

•  Distribution  system  divide  gate  valve,  motorized  operation  (allows  higher 
pressure  zone  to  feed  into  lower  pressure  zone  within  the  distribution 
system) 

•  Open  control  valves  to  allow  a  single  supply  source  to  feed  an  infirm  area 

•  Balancing  valve,  TP  reservoir  only  (allows  the  two  TP  reservoir  basins  to 
equalize  in  level) 

Critical  Valves: 

These  EFWS  critical  valves  are  broken  down  by  type  below.  All  66  of  the 
AWSS  critical  valves  were  exercised  in  2018-2019  and  will  be  exercised 

every  year. 

Valve  Type  (#  of  Critical  Valves  per  type): 

Ashbury  Tank  By-Pass  Valves  (10) 

Ashbury  Tank  Supply  Valve  ffl  [Ashbury  to  Jones]  (1) 

Ashbury  Tank  Supply  Valve  tt 2  [Ashbury  to  Jones]  (1) 

Close  Control  Gate  Valve  (15) 

Division  Gate  Valve  (14) 

Jones  Street  Tank  By-Pass  Valves  (10) 

Motorized  Division  Gate  Valve  or  Motorized  Line  Gate  Valve  (6) 

Open  Control  Gate  Valve  [Infirm  Area]  (6) 

Twin  Peaks  East  Reservoir  Lead  Valve  [Supply,  TP  to  Ashbury]  (1) 

Twin  Peaks  Reservoir  Balancing  Valve  (1) 

Twin  Peaks  West  Reservoir  Lead  Valve  [Supply,  TP  to  Ashbury]  (1) 

Total  AWSS  Critical  Valves  (66) 

Act  Now  Before  It  Is 

Too  Late: 

Aggressively  Expand 
and  Enhance  Our 

High-Pressure 

Emergency 

Firefighting  Water 

System 

[July  17,  2019] 

F13 

In  the  2015  MOU  between  the  SFFD  and  the 
SFPUC,  the  two  agencies  agreed  to  conduct 
joint  AWSS  trainings  annually,  but  there  is  no 
formal  protocol  outlining  specific  joint  AWSS 
exercises  or  drills  using  hypothetical  disaster 
scenarios,  such  as  a  major  earthquake. 

President,  San  Francisco 

Public  Utilities  Commission 
[September  15,  2019] 

Disagree,  partially 

There  are  no  formal  protocol  outlining  specific  joint  AWSS  exercises  or  drills 
In  the  MOU,  however,  there  are  multiple  opportunities  to  train  together 
during  operation,  maintenance,  and  construction  of  improvement  projects 
for  the  AWSS  facilities  as  previously  described  in  the  response  to  the  Grand 
Jury  questions  sent  in  May  2019. 

The  SFFD  and  SFPUC  have  had  multiple  field  training  opportunities  during 
the  maintenance  and  start-up  testing  of  AWSS  facilities  in  the  last  5  years. 

For  example,  on  December  20,  2018,  SFFD  and  SFPUC  personnel  conducted 
emergency  generator  start-up  procedures  for  Pump  Station  No.  2  (PS2).  On 
April  5,  2018  SFPUC  and  SFFD  performed  joint-department  full-scale  test  of 
AWSS  Pump  Station  No.  1  (PS1)  including  pumping  seawater  into  an 
isolated  section  of  the  AWSS  distribution  through  system  hydrants.  On 
August  29,  2018,  SFPUC,  SFFD  and  DPW  personnel  conducted  a  seawater 
drafting  drill  and  confirmation  test  from  the  new  suction  connection  at  Pier 
50.  In  addition,  SFFD  and  SFPUC  periodically  test  different  facilities  to 
assure  systems  are  in  good  working  order,  and  to  train  personnel  on 
operations  and  joint-agency  communications.  For  example,  a  full-scale 
emergency  exercise  was  performed  between  SFFD  and  SFPUC  staff  in 

January  2016  at  Islais  Creek,  which  Involved  the  Phoenix  Fireboat  pumping 
sea  water  directly  into  an  isolated  section  of  the  Jones  pressure  system  via 
AWSS  manifold  connection.  Sea  water  discharged  from  select  hydrants 
within  the  isolated  section  of  the  system  where  pressure  and  flow  were 
monitored  at  each  discharge  point. 

The  SFFD  uses  their  Disaster  Response  Manual  and  Water  Supply  Manual  to 
provide  guidelines  for  training.  Training  occurs  throughout  the  year  and  is 
ongoing.  In  March  2018,  the  SFPUC  sponsored  a  tabletop  drill  focused  on 
CDD  emergency  response  in  coordination  with  SFFD  response.  Participants 
were  asked  to  utilize  Incident  Command  Structure  (ICS)  principles  to 

RIO 

[for  F13] 

By  no  later  than  June  30,  2020,  the  2015  MOU 
between  the  SFPUC  and  the  SFFD  should  be 
amended  to  include  a  detailed  roadmap  for 
annual  emergency  response  exercises,  including 
simulated  disaster  and  earthquake  drills 
involving  the  AWSS  and  the  PWSS. 

President,  San  Francisco 
Public  Utilities  Commission 
[September  15,  2019] 

Will  be  i 

nplemented 

SFFD  and  SFPUC  will  work  together  to  amend  the  MOU  by 

June  30,  2020. 

respond  to  a  hypothetical  earthquake  event  (determine  ICS,  formulate 
specific  objectives,  and  document  findings).  It  is  anticipated  that  this 
tabletop  exercise  will  be  repeated  at  least  every  other  year,  and  that  a 
larger  scale  simulation  of  post-earthquake  response  will  be  conducted 
within  the  next  two  years  for  SFFD  and  SFPUC Joint-exercise. 

In  February  2018  the  SFPUC  and  SFFD  staff  convened  to  review  the  SFPUC's 
Division  Emergency  Operations  Plan  (DEOP),  the  CDD's  Emergency  Action 
Plan  (EAP),  and  the  CDD's  Emergency  Response  Plan  (ERP).  The  ERP 
overview  focused  on  the  Incident  Command  structure  specific  to  CDD  staff 
responsibilities,  communication  methods,  critical  facilities  and  assets,  first 
responders  for  each  facility  (PWS  and  AWSS)  and  updated  "critical  facilities 
map"  for  all  major  pressure  zones. 
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Topic 
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Lead 

Agency 

Lead 

Last 

Update 

Next 

Update 

Comments 

Annual  Comprehensive  Financial  Report  (CAFR) 

President 

Sandler 

4/9/1 9 

4/14/20 

Written  Report 

Annual  Election  of  Officers 

President 

1 0/9/1 8 

10/8/19 

First  October  Meeting 

Annual  Electric  Reliability  Compliance  Program  Report 

President 

Ritchie 

5/14/19 

5/1 2/20 

Written  Report 

Annual  Energy  Storage  Procurement  Policy 

President 

Hale 

7/10/18 

9/24/19 

Written  Report 

Annual  Financial  Statements  (KPMG) 

President 

Sandler 

2/12/19 

2/11/20 

Presentation  by  KPMG 

Annual  Multi-Enterprise  Climate  Committee  Update 

President 

Ritchie 

6/12/18 

8/25/20 

Written  Report 

Annual  SuperGreen  Multi-Year  Service  Agreement  Customer  Update 

Moran 

Hale 

- 

4/28/20 

Written  Report 

Annual  Policy  &  Government  Affairs  Update 

President 

Ellis 

10/23/18 

10/22/19 

Presentation 

Annual 

Annual  Popular  Financial  Report  (PAFR) 

President 

Sandler 

4/9/19 

4/14/20 

Written  Report 

Annual  Power  Risk  Management  Plan 

President 

Hale 

3/12/19 

3/10/20 

Written  Report 

Annual  Real  Estate  Update 

Caen 

Carlin 

12/11/18 

12/10/19 

Written  Report 

Annual  Report  on  Dry  Year  Supply  Progress  Pursuant  to  AB1 823 

President 

Ritchie 

2/12/19 

2/11/20 

Written  Report 

Annual  Report  on  NEM/ShaRE 

President 

Hale 

11/14/17 

12/10/19 

Written  Report 

Annual  Revenue  Bond  Oversight  Committee  Report  and  Audit  Findings 

President 

Sandler 

4/23/1 9 

4/28/20 

Presentation  from  RBOC  Chair 

Annual  Schedule  of  Rates  and  Charges  for  Non-Municipal,  Residential,  Commercial  Electric  Service 

President 

Sandler 

5/14/19 

5/14/20 

Written  Report 

Annual  Water  Resources  Report 

President 

Ritchie 

12/11/18 

12/10/19 

Written  Report 

Annual  Water  Supply  Development  Report 

President 

Ritchie 

12/11/18 

12/10/19 

Per  Section  4.05  of  Water  Supply  Agreement.  Written  Report 

Annual  Water  System  Improvement  Program  Report 

President 

How 

9/10/19 

9/8/20 

Written  Report  Filed  with  State  every  September  1st 

Citizens'  Advisory  Committee  Quarterly  Report 

President 

Ellis 

4/9/19 

10/8/19 

Presentation  from  CAC  Chair 

CleanPowerSF  Update 

President 

Hale 

8/13/19 

11/12/19 

General  Manager  Report 

Hetch  Hetchy  Capital  Improvement  Program  Quarterly  Reports 

President 

How/Ritchie 

9/10/19 

11/26/19 

General  Manager  Report 

Quarterly  Audit  and  Performance  Review  Report 

President 

Sandler 

8/13/19 

11/12/19 

General  Manager  Report 

Quarterly  Budget  Status  Report 

Caen 

Sandler 

5/14/19 

9/24/19 

General  Manager  Report 

Quarterly 

Sewer  System  Improvement  Program  Quarterly  Report 

Caen/Moran 

How/Norby 

3/26/19 

9/24/19 

General  Manager  Report 

Wastewater  Enterprise  Capital  Improvement  Programs  Quarterly  Report 

President 

How 

6/11/19 

9/24/19 

General  Manager  Report 

Water  Enterprise  Capital  Improvement  Program  Quarterly  Reports 

President 

How 

8/1 3/1 9 

11/12/19 

General  Manager  Report 

Water  Supply  Agreement  Update 

President 

Ritchie 

7/23/19 

10/22/19 

General  Manager  Report 

WSIP  Quarterly  Report 

Moran 

How 

8/13/19 

11/12/19 

General  Manager  Report 

WSIP  Status  of  Construction  Change  Orders 

Moran 

How 

5/14/19 

11/12/19 

Written  Report 

Annual  Water  Enterprise  Environmental  Stewardship  Policy  Report 

President 

Ritchie 

- 

3/1 0/20 

Written  Report  Every  2  years 

Bay  Area  Water  Supply  and  Conservation  Agency  Report 

President 

Sandkulla 

Monthly  -  Second  Meeting 

Bay  Delta  Water  Quality  Control  Plan  Update 

Moran/Vietor 

Ritchie 

GM  Report  -  Monthly  First  Meeting 

Contract  Advertisement  Report 

President 

How 

Communications  -  Each  Meeting 

Letter  Summary 

President 

How 

Communications  -  Each  Meeting 

Standing 

Report  on  Recent  San  Francisco  Public  Utilities  Commssion  Activities,  Events  and  Announcements 

President 

Kelly,  Jr. 

GM  Report  -  Each  Meeting 

Sewer  Inspection  and  Replacement  Program  Update 

Caen 

Norby 

1/22/18 

2/11/20 

Written  Report  -  Every  6  Months 

Sewer  System  Improvement  Program  Major  Projects  Update 

Caen 

How 

Monthly  -  Second  Meeting 

Status  of  Large  Development  Projects  in  the  Regional  Water  Supply  Service  Area 

Vietor 

Ritchie 

4/9/1 9 

1 0/22/1 9 

Written  Report  -  Every  6  Months 

Street  Light  Program  Update 

Caen 

Hale 

4/23/19 

9/24/1 9 

Written  Report  -  Every  6  Months 

Water  Pipeline  Assessment 

Caen 

Ritchie 

1/22/19 

9/24/1 9 

Written  Report  -  Every  6  Months 
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September 

2019 

24 

Annual  Energy  Storage  Procurement  Policy 

Bay  Area  Water  Supply  and  Conservation  Agency  Report 

Quarterly  Budget  Status  Report 

Sewer  System  Improvement  Program  Major  Projects  Update 

Sewer  System  Improvement  Program  Quarterly  Report 

Street  Light  Program  Update 

Water  Pipeline  Assessment 

Wastewater  Enterprise  Capital  Improvement  Programs  Quarterly  Report 

President 

President 

Caen 

Caen 

Caen/Moran 

Caen 

Caen 

President 

Hale 

Sandkulla 

Sandler 

How 

How/Norby 

Hale 

Ritchie 

How 

7/10/18 

8/27/19 

5/14/19 

7/23/19 

3/26/19 

4/23/19 

1/22/18 

6/11/19 

9/22/20 

10/22/19 

11/12/19 

10/22/19 

12/10/19 

3/24/20 

3/24/20 

12/10/19 

Written  Report 

General  Manager  Report 

Monthly  -  Second  Meeting 

General  Manager  Report 

Written  Report  every  6  months 

Written  Report  every  6  months 

General  Manager  Report 

Annual  Election  of  Officers 

President 

10/9/18 

10/13/20 

First  October  Meeting 

8 

Bay  Delta  Water  Quality  Control  Plan  Update 

Moran/Vietor 

Ritchie 

9/10/19 

11/12/19 

General  Manager  Report  -  Monthly  -  First  Meeting 

Citizens'  Advisory  Committee  Quarterly  Report 

President 

Ellis 

4/9/1 9 

1/14/20 

Presentation  from  CAC  Chair 

October 

Annual  Policy  &  Government  Affairs  Update 

President 

Ellis 

10/23/18 

1 0/27/20 

Presentation 

2019 

Bay  Area  Water  Supply  and  Conservation  Agency  Report 

President 

Sandkulla 

9/24/1 9 

11/26/19 

22 

Sewer  System  Improvement  Program  Major  Projects  Update 

Caen 

How 

9/24/1 9 

11/26/19 

Monthly  -  Second  Meeting 

Status  of  Large  Development  Projects  in  the  Regional  Water  Supply  Service  Area 

Vietor 

Ritchie 

4/9/19 

4/14/20 

Written  Report  every  6  months 

Water  Supply  Aoreement  Update 

President 

Ritchie 

7/23/19 

1/28/20 

Written  Report 

Bay  Delta  Water  Quality  Control  Plan  Update 

Moran/Vietor 

Ritchie 

10/8/19 

12/10/19 

General  Manager  Report  -  Monthly  -  First  Meeting 

CleanPowerSF  Update 

President 

Hale 

8/1 3/1 9 

2/11/20 

General  Manager  Report 

Quarterly  Audit  and  Performance  Review  Report 

President 

Sandler 

8/1 3/1 9 

2/11/20 

General  Manager  Report 

12 

Quarterly  Budget  Status  Report 

Caen 

Sandler 

9/24/19 

2/11/20 

General  Manager  Report 

November 

Water  Enterprise  Capital  Improvement  Program  Quarterly  Reports 

President 

How 

8/13/19 

2/11/20 

General  Manager  Report 

2019 

WSIP  Quarterly  Report 

Moran 

How 

8/13/19 

2/11/20 

General  Manager  Report 

WSIP  Status  of  Construction  Change  Orders 

Moran 

How 

8/1 3/1 9 

2/11/20 

Written  Report 

Bay  Area  Water  Supply  and  Conservation  Agency  Report 

President 

Sandkulla 

10/22/19 

12/24/19 

26 

Sewer  System  Improvement  Program  Major  Projects  Update 

Caen 

How 

10/22/19 

12/24/19 

Monthly  -  Second  Meeting 

Hetch  Hetchy  Capital  Improvement  Program  Quarterly  Reports 

President 

How 

9/10/19 

2/25/20 

General  Manager  Report 

Annual  Real  Estate  Update 

Caen 

Carlin 

12/11/18 

1 2/8/20 

Written  Report 

Annual  Report  on  NEM/ShaRE 

President 

Hale 

11/14/17 

1 2/8/20 

Written  Report 

Annual  Water  Resources  Report 

President 

Ritchie 

12/11/18 

12/8/20 

Written  Report 

10 

Annual  Water  Supply  Development  Report 

President 

Ritchie 

12/11/18 

1 2/8/20 

Per  Section  4.05  of  Water  Supply  Agreement.  Written  Report 

2019 

Bay  Delta  Water  Quality  Control  Plan  Update 

Moran/Vietor 

Ritchie 

11/12/19 

1/14/20 

General  Manager  Report  -  Monthly  -  First  Meeting 

Sewer  System  Improvement  Program  Quarterly  Report 

Caen/Moran 

How/Norby 

9/24/19 

3/10/20 

General  Manager  Report 

Wastewater  Enterprise  Capital  Improvement  Programs  Quarterly  Report 

President 

How 

9/24/1 9 

3/1 0/20 

General  Manager  Report 

24 

Bay  Area  Water  Supply  and  Conservation  Agency  Report 

President 

Sandkulla 

11/26/19 

1/28/20 

Sewer  System  Improvement  Program  Major  Projects  Update 

Caen 

How 

11/26/19 

1/28/20 

Monthly  -  Second  Meeting 

9 

Special  Meeting:  Budget  Hearing  #1:  Infrastructure,  General  Manager,  Business  Services,  External  Affairs 

525  Golden  Gate  Avenue, 

2nd  Floor  O'Shaughnessy  Conference  Rooms  A,  B,  &  C 

14 

Citizens'  Advisory  Committee  Quarterly  Report 

President 

Ellis 

10/8/19 

4/14/20 

Presentation  from  CAC  Chair 

Bay  Delta  Water  Quality  Control  Plan  Update 

Moran/Vietor 

Ritchie 

11/12/19 

1/14/20 

General  Manager  Report  -  Monthly  -  First  Meeting 

January 

16 

Special  Meeting:  Budget  Hearing  #2:  Wastewater  Enterprise 

525  Golden  Gate  Avenue,  2nd  Floor  O'Shaughnessy  Conference  Rooms  A.  B.  &  C 

2020 

23 

Special  Meeting:  Budget  Hearing  #3:  Water  Enerprise,  Hetchy  Water 

525  Golden  Gate  Avenue,  2nd  Floor  O'Shaughnessy  Conference  Rooms  A,  B,  &  C 

28 

Bay  Area  Water  Supply  and  Conservation  Agency  Report 

President 

Sandkulla 

12/24/19 

1/28/20 

Sewer  System  Improvement  Program  Major  Projects  Update 

Caen 

How 

12/24/19 

1/28/20 

Monthly  -  Second  Meeting 

30 

Special  Meeting:  Budget  Hearing  #4:  Power  Enterprise,  CleanPowerSF 

525  Golden  Gate  Avenue.  2nd  Floor  O'Shaughnessy  Conference  Rooms  A,  B,  &  C 

Bay  Delta  Water  Quality  Control  Plan  Update 

MoranA/ietor 

Ritchie 

1/14/20 

3/10/20 

General  Manager  Report  -  Monthly  •  First  Meeting 

CleanPowerSF  Update 

President 

Hale 

11/12/19 

5/1 2/20 

General  Manager  Report 

Quarterly  Audit  and  Performance  Review  Report 

President 

Sandler 

11/12/19 

5/12/20 

General  Manager  Report 

11 

Quarterly  Budget  Status  Report 

Caen 

Sandler 

11/12/19 

5/12/20 

General  Manager  Report 

2020 

Water  Enterprise  Capital  Improvement  Program  Quarterly  Reports 

President 

How 

11/12/19 

5/12/20 

General  Manager  Report 

WSIP  Quarterly  Report 

Moran 

How 

11/12/19 

5/12/20 

General  Manager  Report 

WSIP  Status  of  Construction  Change  Orders 

Moran 

How 

11/12/19 

5/1 2/20 

Written  Report 

25 

Bay  Area  Water  Supply  and  Conservation  Agency  Report 

President 

Sandkulla 

1/28/20 

3/24/20 

Hetch  Hetchy  Capital  Improvement  Program  Quarterly  Reports 

President 

How 

11/26/19 

5/26/20 

General  Manager  Report 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0179 


WHEREAS,  In  1959,  the  City  the  acquired  the  ten-foot  wide  public  utility  easement 
(Easement)  in  Block  2923  for  the  construction,  installation,  maintenance,  repair,  and  replacement 
of  water  lines,  sewers,  and  public  utilities,  pursuant  to  a  Grant  Deed  recorded  on  January  14, 
1959  in  the  Official  Records  as  Document  No.  H48733,  a  copy  of  which  is  on  file  with  the 
Commission  Secretary;  and 

WHEREAS,  In  2006,  the  City  approved  Parcel  Map  No.  2773  (Parcel  Map),  which 
subdivided  former  Lot  035  of  Block  2923  into  two  lots.  The  Parcel  Map  was  recorded  on  July  5, 
2006  in  the  Official  Records  in  Book  46  of  Parcel  Maps  at  page  184;  and 

WHEREAS,  Since  the  City’s  acquisition  of  the  Easement,  the  SFPUC  has  not 
constructed  any  water  and  sewer  infrastructure  or  related  facilities  in,  on,  or  under  the  Easement; 
and 


WHEREAS,  One  of  the  two  lots  subject  to  the  Easement  is  located  at  112  Kensington 
Way,  San  Francisco,  California  (Burdened  Property),  and  currently  owned  by  Eugene  and  Diana 
Yesin  (together,  the  Owners);  and 

WHEREAS,  The  Owners  of  the  Burdened  Property  now  request  a  vacation  of  the 
Easement  (Proposed  Vacation)  to  facilitate  the  replacement  or  improvement  of  an  existing 
single-family  dwelling,  and  the  Proposed  Vacation  is  shown  on  the  draft  Public  Works  SUR 
Map,  dated  March  7,  2017;  and 

WHEREAS,  The  SFPUC’s  Water,  Power  and  Wastewater  Enterprises  have  confirmed 
that  the  SFPUC  has  no  foreseeable  future  need  for  the  Easement  area;  and 

WHEREAS,  The  San  Francisco  Department  of  Public  Works  (Public  Works)  has  advised 
the  SFPUC  Real  Estate  Services  (RES)  staff  that  there  are  no  in-place  public  utility  facilities 
within  the  Easement;  and 

WHEREAS,  Although  the  SFPUC  does  not  have  an  exclusive  tight  or  jurisdiction  over 
this  public  utility  easement,  because  the  SFPUC  has  a  right  to  use  the  Easement,  Public  Works  is 
seeking  the  SFPUC’s  consent  to  the  proposed  vacation;  and 

WHEREAS,  The  Owners  will  pay  to  the  City  fair  market  value  of  the  Easement  as 
determined  by  the  Director  of  Property  as  consideration  for  the  vacation  of  the  Easement  on  the 
Burdened  Property,  which  will  be  paid  into  the  City’s  general  fund  because  this  is  a  public  utility 
easement  that  was  granted  to  the  City  generally  and  that  is  not  specifically  dedicated  to  the 
SFPUC’s  use  or  under  the  SFPUC’s  jurisdiction;  and 


WHEREAS,  Under  Section  8333  of  the  California  Streets  and  Highways  Code,  a  local 
agency  may  summarily  vacate  a  public  service  easement  when:  (a)  the  Easement  has  not  been 
used  for  the  purpose  for  which  it  was  dedicated  or  acquired  for  live  consecutive  years 
immediately  preceding  the  proposed  vacation;  (b)  the  Easement  has  been  determined  to  be 
excess  by  the  Easement  holder;  and  (c)  there  are  no  other  public  facilities  located  within  the 
Easement;  and 

WHEREAS,  Section  8334.5  of  the  California  Streets  and  Highways  Code  allows  a 
summary  vacation  if  there  are  no  in-place  utility  facilities  that  are  in  use  and  would  be  affected 
by  the  vacation;  and 

WHEREAS,  The  proposed  vacation  does  not  constitute  a  project  under  the  California 
Environmental  Quality  Act  (CEQA)  and  the  CEQA  Guidelines  under  Section  15378  because 
there  would  be  no  change  to  the  physical  environment;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  consents  to  the  Proposed  Vacation;  and,  be 


it 


FURTHER  RESOLVED,  That  this  Commission  hereby  consents  to  Public  Works, 
together  with  the  City’s  Real  Estate  Division,  and  in  consultation  with  the  City  Attorney, 
proceeding  with  the  Proposed  Vacation;  and,  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  consents  and  agrees  that 
monetary  consideration  for  the  Proposed  Vacation  to  be  paid  by  the  Owners  shall  be  deposited 
into  the  City’s  general  fund;  and,  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  approves  and  authorizes  any 
actions  necessary  or  advisable  to  effectuate  the  purposes  and  intent  of  the  Proposed  Vacation  or 
this  resolution;  and  that  such  actions  comply  with  all  applicable  laws,  including  the  City  Charter. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  September  10,  2019. 


Secretary,  Public  Utilities  Commission 


San  Francisco 

Water  ewer 

Services  of  the  San  Francisco  Public  Utilities  Commission 


San  Francisco  Public  utilities  Commission 

City  and  County  of  San  Francisco 

London  N.  Breed 

Mayor 


CANCELLATION  NOTICE 

The  Regular  Meeting  of  the 
San  Francisco  Public  Utilities  Commission 
Tuesday,  September  24,  2019 

1:30  P.M. 

1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 

HAS  BEEN  CANCELLED 
Commissioners 

Ann  Moller  Caen,  President 
Francesca  Vietor,  Vice  President 
Anson  Moran 
Sophie  Maxwell 
Tim  Paulson 


Harlan  L.  Kelly,  Jr. 

General  Manager 


Donna  Hood 

Secretary 


For  information,  contact  the  Commission  Secretary  at  415-554-3165 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site: 
www.sfwater.org 

Gavel-to-Gavel  coverage  available  at: 
http://sanfrancisco.qranicus.comA/iewPublisher.php7view  id=22 
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San  Francisco 

Water  Power  Sewer 

Services  of  the  San  Francisco  Public  Utilities  Commission 


San  Francisco  Public  Utilities  Commission 

City  and  County  of  San  Francisco 

London  N.  Breed 

Mayor 


AGENDA 

Tuesday,  October  8,  2019 
1:30  P.M. 


1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 

Commissioners 

Ann  Moller  Caen,  President 
Francesca  Vietor,  Vice  President 
Anson  Moran 
Sophie  Maxwell 
Tim  Paulson 


Harlan  L.  Kelly,  Jr. 

General  Manager 

Donna  Hood 

Secretary 


For  information,  contact  the  Commission  Secretary  at  415-554-3165 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site: 

www.sfwater.org 

Gavel-to-Gavel  coverage  available  at: 

http://sanfrancisco.qranicus.comA/iewPublisher.php7view  id~22 


Accessible  Meeting  Policy:  The  San  Francisco  Public  Utilities  Commission  meeting  will  be  held  in  Room  400, 
at  1  Dr.  Carlton  B.  Goodlett  Place  (400  Van  Ness  Ave.),  San  Francisco,  CA.  The  closest  accessible  BART 
station  is  the  Civic  Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible  MUNI  lines  serving  this 
location  are:  MUNI  Metro  Lines  J-Church,  K-Ingleside,  L-Taraval,  M-Ocean  View,  N-Judah  and  T-Third  at  Van 
Ness  and  Civic  Center  Stations;  F-Market;  19-Polk,  47-Van  Ness;  49-Mission-Van  Ness;  5-Fulton;  6-Parnassus, 
21-Hayes;  9-San  Bruno;  and  7-Haight  Noriega.  For  information  about  MUNI  accessible  services  call  701 .4485. 

The  meeting  room  is  wheelchair  accessible.  Accessible  curbside  parking  spaces  have  been  designated  on  the 
Van  Ness  Avenue  and  McAllister  Street  perimeters  of  City  Hall  for  mobility-impaired  persons.  There  is 
accessible  parking  available  within  the  Civic  Center  Underground  Parking  Garage  at  the  corner  of  McAllister 
and  Polk  Streets,  and  within  the  Performing  Arts  Parking  Garage  at  Grove  and  Franklin  Streets. 

To  obtain  a  disability-related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain  meeting 
materials  in  alternative  format,  please  contact  Donna  Hood  at  415.554.3165.  Providing  at  least  72  hours  notice 
will  help  to  ensure  availability.  Written  reports  or  background  materials  for  calendar  items  are  available  for 
public  inspection  and  copying  at  525  Golden  Gate  Ave.,  13th  Floor  during  regular  business  hours  and  are 
available  on-line  at  http://www.sfwater.org/index.aspx7paqe~167. 

To  assist  the  City’s  efforts  to  accommodate  persons  with  severe  allergies,  environmental  illnesses,  multiple 
chemical  sensitivity  or  related  disabilities,  attendees  at  public  meetings  are  reminded  that  other  attendees  may 
be  sensitive  to  various  chemical  based  products.  Please  help  the  City  to  accommodate  these  individuals. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are  prohibited 
at  this  meeting.  Please  be  advised  that  the  President  may  order  the  removal  from  the  meeting  room  of  any 
person(s)  responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other  similar  sound-producing 
electronic  devices. 

Know  Your  Rights  Under  the  Sunshine  Ordinance:  Government's  duty  is  to  serve  the  public,  reaching  its 
decision  in  full  view  of  the  public.  Commissions,  boards,  councils  and  other  agencies  of  the  City  and  County 
exist  to  conduct  the  people's  business.  This  ordinance  assures  that  deliberations  are  conducted  before  the 
people  and  that  City  operations  are  open  to  the  people's  review.  For  more  information  on  your  rights  under 
the  Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance,  contact  Administrator,  by  mail  to  Sunshine 
Ordinance  Task  Force,  1  Dr.  Carlton  B.  Goodlett  Place,  Room  244,  San  Francisco,  CA  94102.4689;  by 
phone  at  554.7724;  by  fax  at  554.7854;  or  by  email  at  sotf@sfgov.org. 

Copies  of  the  Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San 
Francisco  Public  Library  and  on  the  City’s  website  at  http://www.sfgov.org. 
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Lobbyist  Registration  and  Reporting  Requirements:  Individuals  and  entities  that  influence  or  attempt  to 
influence  local  legislative  or  administrative  action  may  be  required  by  the  San  Francisco  Lobbyist  Ordinance  [SF 
Campaign  &  Governmental  Conduct  Code  §2.100]  to  register  and  report  lobbying  activity.  For  more  information 
about  the  Lobbyist  Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van  Ness  Avenue, 
Suite  220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax  (415)  252-3112;  web  site  at 
www.sfqov.org/ethics. 

CEQA  Appeal  Rights  under  Chapter  31  of  the  San  Francisco  Administrative  Code  If  the  Commission’s 
action  on  a  project  constitutes  the  Approval  Action  for  that  project  (as  defined  in  S.F.  Administrative  Code 
Chapter  31,  as  amended,  Board  of  Supervisors  Ordinance  Number  161-13),  then  the  CEQA  determination 
prepared  in  support  of  that  Approval  Action  is  thereafter  subject  to  appeal  within  the  time  frame  specified  in  S.F. 
Administrative  Code  Section  31.16.  Typically,  an  appeal  must  be  filed  within  30  calendar  days  of  the  Approval 
Action  for  a  project  that  has  received  an  exemption  or  negative  declaration  pursuant  to  CEQA.  For  information 
on  filing  an  appeal  under  Chapter  31 ,  contact  the  Clerk  of  the  Board  of  Supervisors  at  City  Hall,  1  Dr.  Carlton  B. 
Goodlett  Place,  Room  244,  San  Francisco,  CA  94102,  or  call  (415)  554-5184.  If  the  Planning  Department’s 
Environmental  Review  Officer  has  deemed  a  project  to  be  exempt  from  further  environmental  review,  an 
exemption  determination  has  been  prepared  and  can  be  obtained  on-line  at  http://www.sf- 
planninq.org/index. aspx?paqe=3447. Under  CEQA,  in  a  later  court  challenge,  a  litigant  may  be  limited  to  raising 
only  those  issues  previously  raised  at  a  hearing  on  the  project  or  in  written  correspondence  delivered  to  the 
Board  of  Supervisors,  Planning  Commission,  Planning  Department  or  San  Francisco  Public  Utilities 
Commission  at,  or  prior  to,  such  hearing,  or  as  part  of  the  appeal  hearing  process  on  the  CEQA  decision. 


ORDER  OF  BUSINESS 


1.  Call  to  Order 

2.  Roll  Call 

3.  Annual  Election  of  Officers:  As  per  the  San  Francisco  Public  Utilities 
Commission  Rules  of  Order,  Rule  No.  6,  discussion  and  possible  action 
to  elect  a  President  and  Vice  President  of  the  Commission,  each  to  serve 
a  one-year  term. 

4.  Approval  of  the  Minutes  of  September  1 0,  201 9 

5.  General  Public  Comment  (discussion  only) 

Members  of  the  public  may  address  the  Commission  on  matters  that  are 
within  the  Commission’s  jurisdiction  and  are  not  on  today’s  agenda. 

6.  Communications  (discussion  only) 

a)  Advance  Calendar 

b)  Correspondence  Log 

c)  Contract  Advertisement  Report 

d)  Declaration  of  Emergency  Update:  Repair  Southeast  Treatment  Plant 
Final  Effluent  Force  Main 

e)  Education  Opportunities  and  Recreation  Improvements  on  the  Peninsula 
Watershed,  including  Montara  Mountain 

f)  FY  2019-20  Budget  Update 

g)  Onsite  Water  Reuse  Program  Update  FY18-19 

h)  Streetlight  Program  Update 

i)  Water  Pipeline  Assessment 

j)  Water  Supply  Conditions  Update 

7.  Report  of  the  General  Manager  (discussion  only) 

a)  Bay  Delta  Water  Quality  Control  Plan  Update,  including 

•  BAWSCA  Board  Hearing 

•  Stakeholder  Process 

•  Planning  Commission  Hearing 

b)  Quarterly  Budget  Status  Report 

c)  Capital  Financing  Plan  FY19-20 

d)  Sewer  System  Improvement  Program  Quarterly  Report 

e)  Wastewater  Enterprise  Capital  Improvement  Program  Quarterly  Report 

f)  Presentation  on  the  Non-Binding  Letter  of  Intent  to  Acquire  PG&E 
Assets  Serving  San  Francisco 

g)  Report  on  Recent  San  Francisco  Public  Utilities  Commission  Activities, 
Events  and  Announcements 

8.  Other  Commission  Business  (discussion  only) 

The  following  matters  before  the  San  Francisco  Public  Utilities  Commission  are 
recommended  for  action  as  stated  by  the  General  Manager  and  City  Attorney, 
where  applicable.  Explanatory  documents  provided  to  the  Commission  in 


connection  with  this  agenda  are  available  for  public  inspection  and  copying  at  the 
Office  of  the  Commission  Secretary,  525  Golden  Gate  Avenue,  13th  Floor,  San 
Francisco,  CA  94102;  Telephone:  (415)  554-3165;  Fax:  (415)  554-3424;  and  are 
available  on-line  at  http://www.sfwater. orq/index. aspx?paqe=167 

CONSENT  CALENDAR 


9.  All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to  be 
routine  by  the  San  Francisco  Public  Utilities  Commission  and  will  be  acted  upon 
by  a  single  vote  of  the  Commission.  There  will  be  no  separate  discussion  of 
these  items  unless  a  member  of  the  Commission  or  the  public  so  requests,  in 
which  event  the  matter  will  be  removed  from  the  Calendar  and  considered  as  a 
separate  item. 


a) 

190180 


b) 

190181 

c) 


190182 


190l83d) 


e) 

130184 


Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to 
execute  a  no-fee,  eight-year  revocable  license  to  the  City  of  Palo  Alto 

for  use  of  approximately  1 17,038  square  feet  of  SFPUC  Parcel  Nos.  238, 
239,  240,  241,  and  242  in  Palo  Alto,  California  for  a  bicycle  and  pedestrian 
pathway  and  landscaping  with  educational  signage  regarding  the  SFPUC 
watershed.  (Carlin) 

Approve  Amendment  No.  5  to  Agreement  No.  CS-991,  Preliminary  Design 
and  Environmental  Analysis  Services,  Power  Transmission  Project,  with 
URS  Corporation;  and  authorize  the  General  Manager  to  execute  this 
amendment  adjusting  billing  rates  based  on  current  actual  salaries  and 
authorizing  annual  Consumer  Price  Index  increases  to  occur  on  January  1 
of  each  year,  with  no  change  to  the  agreement  amount  or  duration.  (How) 

Approve  Amendment  No.  2  to  Agreement  Nos.  CS-192A,  B,  &  D, 

Technical  Review  -  Calaveras  Dam,  with  Eric  Kollgaard  (CS-192A),  I.M. 
Idriss  (CS-192B),  and  John  Cassidy  (CS-192D),  for  continued  participation 
in  an  independent  technical  advisory  panel  for  the  Calaveras  Dam 
Replacement  Project;  and  authorize  the  General  Manager  to  execute 
Amendment  No.  2  extending  each  agreement  duration  by  six  months,  for  a 
total  duration  of  eight  years,  1 1  months  for  CS-192A  and  CS-192B  and  nine 
years  for  CS-192D,  with  no  change  to  the  agreements’  amount.  (How) 

Approve  Amendment  No.  2  to  Agreement  Nos.  CS-382A  and  B,  Calaveras 
Dam  Technical  Advisory  Panel,  with  Gabriel  Fernandez  (CS-382A)  and 
Peter  P.  Aberle,  Inc.  (CS-382B),  for  continued  participation  in  an 
independent  technical  advisory  panel  for  the  Calaveras  Dam  Replacement 
Project;  and  authorize  the  General  Manager  to  execute  Amendment  No.  2, 
extending  each  agreement  duration  by  six  months,  for  a  total  agreement 
duration  of  six  years,  two  months  and  nine  days  per  agreement,  with  no 
change  to  the  agreements  amounts.  (How) 

Accept  work  performed  by  Dragados-USA,  Inc./Flatiron  West,  Inc./Sukut 
Construction,  Inc.,  Joint  Venture  for  Contract  No.  WD-2551,  Calaveras 
Dam  Replacement  Project;  approve  Modification  No.  87  decreasing  the 
contract  amount  by  $2,755,884  for  a  total  contract  amount  of  $567,780,360 
and  extending  the  contract  duration  by  22  days  for  a  total  contract  duration 


of  2,889  consecutive  calendar  days  (approximately 
authorize  final  payment  to  the  contractor. 


eight  years);  and 

(How) 


f)  Accept  work  performed  by  Dragados  USA,  Inc./Flatiron  West,  Inc./Sukut 
Construction,  Inc.  Joint  Venture  for  Contract  No.  WD-2833(E)  Temporary 
190185  Construction  Bypass  of  Calaveras  Road  Landslide,  for  a  total  contract 
amount  of  $1 ,260,959  and  a  total  contract  duration  of  60  consecutive 
calendar  days;  and  authorize  final  payment  to  the  contractor.  (How) 


190186 


g)  Ratify  correction  to  Resolution  No.  19-0125  approved  on  June  25,  2019 
for  Contract  No.  WW-610R,  Visitacion  Valley  Green  Nodes,  Rutland  Street 
Sewer,  and  Sunnydale  Pavement  Improvements,  to  state  that  Modification 
No.  4  (Final)  increased  the  contract  duration  by  1 12  days  (not  75  days),  for 
a  final  total  duration  of  513  consecutive  calendar  days  (approximately  one 
year,  five  months)  (not  476  days),  with  no  change  to  the  final  approved 
contract  amount.  CHowl 


h)  Accept  work  performed  by  Precision  Engineering  Inc.  for  Contract  No.  WW- 
612,  Various  Locations  Sewer  Replacement  and  Pavement  Renovation; 

190187  approve  Modification  No.  1  (Final),  decreasing  the  contract  amount  by 
$60,401,  fora  total  contract  amount  of  $4,771,600,  and  a  total  contract 
duration  of  500  consecutive  calendar  days  (approximately  one  year  and  five 
months);  and  authorize  final  payment  to  the  contractor.  (How) 


i)  Accept  work  performed  by  Precision  Engineering,  Inc.  for  Contract  No. 
ISO 138  WW-623,  SOMA/Bernal  Heights/Excelsior  Districts  Sewer  Replacement  and 

Pavement  Renovation,  for  a  total  contract  amount  of  $5,586,692,  and  a  total 
contract  duration  of  413  consecutive  calendar  days  (approximately  one  year 
and  two  months);  and  authorize  final  payment  to  the  contractor.  (How) 


j)  Approve  the  plans  and  specifications  and  award  Contract  No.  WW-692,  As- 
Needed  Spot  Sewer  Replacement  No.  39,  in  the  amount  not-to-exceed 
190189  $8,176,960,  with  a  duration  of  400  consecutive  calendar  days 

(approximately  one  year,  one  month),  to  the  responsible  and  responsive 
bidder,  Precision  Engineering,  Inc.,  to  replace  sections  of  existing  sewer 
piping,  on  an  as-needed  basis,  at  locations  to  be  determined  throughout 
San  Francisco.  (How) 


REGULAR  CALENDAR 


10.  Approve  modification  of  the  San  Francisco  Public  Utilities  Commission’s  Non- 
potable  Grant  Program  to  (1 )  change  the  name  of  the  program  to  the  Onsite 
ISO  130  Water  Reuse  Grant  Program,  (2)  expand  requirements  for  brewery  process 

water  treatment  systems,  (3)  make  non-substantive  corrections  or  modifications 
to  the  Grant  Program  Rules,  and  (4)  authorize  the  General  Manager  to  approve 
future  modifications  to  the  Grant  Program  Rules.  (Ritchie) 

Adopt  revised  Section  G,  Cross-Connection  Control,  of  the  San  Francisco 
Public  Utilities  Commission’s  Rules  and  Regulations  Governing  Water  Service 
to  Customers  implementing  Article  12A  of  the  San  Francisco  Health  Code. 

(Ritchie) 


11. 

190191 


12.  Approve  two  Resource  Adequacy  (RA)  contracts  for  CleanPowerSF  executed 
by  the  General  Manager,  between  the  San  Francisco  Public  Utilities 
Commission  and  Pacific  Gas  &  Electric  Company,  with  a  term  of  three  years  and 
190192  total  cost  of  approximately  $26.1  million;  approve  the  sale  of  RA  products  to 
Pacific  Gas  &  Electric  Company  and  Southern  California  Edison  in  an  amount 
not-to-exceed  $3.5  million;  and  authorize  the  General  Manager  to  seek 
retroactive  approval  from  the  Board  of  Supervisors  for  the  RA  contracts. 

(Hale) 


13. 

i 90193 


Approve  form  of  Second  Amendment  to  Revolving  Credit  and  Term  Loan 
Agreement  and  Second  Amended  and  Restated  Fee  Letter  with  State  Street 
Bank  and  Trust  Company  to  (1)  increase  the  principal  amount  by  $100  million 
for  a  total  not-to-exceed  amount  of  $200  million,  and  a  not-to-exceed  annual  fee 
of  $800,000,  and  (2)  extend  the  term  by  four  years,  with  a  one-year  option  to 
extend,  for  a  total  possible  term  of  10  years,  for  the  Wastewater  Interim  Funding 
Program;  and  authorize  the  General  Manager  to  enter  into  the  Second 
Amendment  to  Revolving  Credit  and  Term  Loan  Agreement  and  Second 
Amended  and  Restated  Fee  Letter  with  State  Street  Bank  and  Trust  Company. 

(Sandler) 


14.  Award  a  Green  Infrastructure  Grant  to  the  San  Francisco  Unified  School 
District  (SFUSD)  to  design,  and  if  the  project  proceeds,  construct  stormwater 
management  features  at  Bessie  Carmichael  Middle  School  located  at  824 

i  30134  Harrison  Street  in  San  Francisco;  authorize  the  General  Manager  to  execute  a 
J  Green  Infrastructure  Grant  Agreement  with  SFUSD  with  a  duration  of  20  years 
and  in  an  amount  up  to  $428,075.  (Norby) 

15.  Approve  modifications  to  Project  No.  CWWSIPSE02,  Southeast  Water  Pollution 
Control  Plant  New  Fleadworks  Facility,  to  remove  scope  associated  with 
conversion  of  Bruce  Flynn  Pump  Station  to  an  all-weather  pump  station  (Scope 

190195  II. A),  and  add  construction  of  a  new  50  million  gallons  per  day  lift  station  (Scope 

II. C),  and  associated  sewer  work  (Scope  II. B),  cumulatively  the  Modified  Project; 
and  authorize  the  General  Manager  to  proceed  with  the  Construction  Phase  of 
the  Modified  Project,  pursuant  to  Construction  Manager/General  Contractor 
Agreement  No.  WW-628  SEP  New  Headworks  Facility.  (Flow) 

Authorize  the  General  Manager  to  execute  a  Memorandum  of  Understanding 
with  the  San  Francisco  Municipal  Transportation  Agency  (SFMTA)  to  set 
forth  the  agencies’  respective  responsibilities,  including  cost  sharing  allocations, 
to  jointly  replace  the  San  Francisco  Public  Utilities  Commission’s  water  and 
sewer  facilities  and/or  relocate  them  away  from  the  new  railway  tracks  along 
Taraval  Street,  from  SF  Zoo  to  Sunset  Boulevard,  as  part  of  the  SFMTA’s 
construction  of  Segment  A  of  the  L-Taraval  Transit  Improvement  Project  -  SF 
Zoo  To  Sunset  Boulevard,  for  a  total  estimated  cost  to  the  SFPUC  of 
$1 1 ,843,747.  This  action  constitutes  the  Approval  Action  for  the  Project  for  the 
purposes  of  California  Environmental  Quality  Act,  pursuant  to  Section  31 .04(h) 
of  the  San  Francisco  Administrative  Code.  (How) 

17.  Public  Comment  on  matters  to  be  addressed  during  Closed  Session 


16. 

190196 


18.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters 
listed  below  as  Conference  with  Legal  Counsel 

The  Commission  will  go  into  Closed  Session  to  discuss  the  following  items: 

19.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (2)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (2)  (discussion  only)  (Roddy) 

Anticipated  Litigation  as  Plaintiff  and/or  as  Defendant 


20.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1)  (Gessner) 


190197 


Existing  Litigation 

Pacific  Bell  Telephone  Company  v.  City  and  County  of  San  Francisco 
San  Francisco  Superior  Court  Case  No.  CGC-1 9-575041 
Date  Filed:  July  1 1 , 201 9 

Proposed  settlement  of  lawsuit  with  plaintiff’s  release  of  lawsuit  and  the  City  to 
pay  plaintiff  $124,500. 


21 .  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1)  (Gessner) 


130198 


Existing  Litigation 

Joan  Frost  v.  City  and  County  of  San  Francisco 

San  Francisco  Superior  Court  Case  No.  CGC-1 8-568679 

Date  Filed:  August  3,  2018 

Proposed  settlement  of  lawsuit  with  plaintiffs  release  of  lawsuit  and  the  City  to 
pay  plaintiff  $105,000. 


22.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1 )  (discussion  only)  (Mueller) 


Existing  Litigation 

Pacific  Gas  &  Electric  Corporation 

Case  No.  19-30088/Date  Filed:  January  29,  2019 

Case  No.  19-30089/Date  Filed:  January  29,  2019 

United  States  Bankruptcy  Court,  Northern  District  of  California 


23.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section 
67.10(d)  (1)  (discussion  only)  (Mueller) 

Existing  Litigation 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 


Docket  No.  ELI  9-38-000/Date  Filed:  January  28,  2019  Federal  Energy 
Regulatory  Commission 

24.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1)  (discussion  only)  (Mueller) 

Existing  Litigation 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Federal  Energy 
Regulatory  Commission  Complaint  under  Sections  206  and  306  of  the  Federal 
Power  Act. 

Case  No.  ELI  5-3-000/Date  Filed:  October  9,  2014 
Following  Closed  Session,  the  Commission  will  reconvene  in  Open  Session 

25.  Announcement  Following  Closed  Session 

26.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session 
pursuant  to  San  Francisco  Administrative  Code  Section  67.12  (a) 

27.  Other  New  Business  (discussion  only) 

28.  Adjournment 
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Services  of  the  San  Francisco  Public  Utilities  Commission 


525  Golden  Gate  Avenue,  13th  Floor 
San  Francisco,  CA  94102 
T  415.554.3155 
F  415.554.3161 
tty  415.554.3488 


NOTICE  OF  PUBLIC  HEARING 


TO  CONSIDER  ADOPTION  OF  REVISIONS  TO  “SECTION  G  - 
CROSS-CONNECTION  CONTROL”  OF  THE  SAN  FRANCISCO 
PUBLIC  UTILITIES  COMMISSION’S  RULES  AND  REGULATIONS 
GOVERNING  WATER  SERVICE  TO  CUSTOMERS 


Tuesday,  October  8,  2019  -  1:30  P.M. 
City  Hall,  Room  400 
1  Dr.  Carlton  B.  Goodlett  Place 
San  Francisco,  CA  94102 


At  its  regular  meeting  on  Tuesday,  October  8,  2019,  the  San  Francisco 
Public  Utilities  Commission  (SFPUC)  will  consider  the  adoption  of 
revisions  to  “Section  G  -  Cross-Connection  Control”  of  the  SFPUC’s 
Rules  and  Regulations  Governing  Water  Service  to  Customers, 
which  implement  Article  12A  of  the  San  Francisco  Health  Code. 


Persons  attending  the  hearing  and  those  unable  to  attend  may  submit 
written  comments  regarding  the  proposed  revised  Regulations.  Such 
comments  will  be  made  part  of  the  official  public  record  and  will  be 
brought  to  the  attention  of  the  Commission.  Written  comments  should  be 
submitted  to  the  SFPUC,  c/o  Donna  Hood,  Commission  Secretary,  525 
Golden  Gate  Ave.,  13th  Floor,  San  Francisco,  CA  94102,  or  via  email: 
commission@sfwater.org. 


Copies  of  the  proposed  revised  Regulations  are  available  by  clicking  on 
this  [ink,  and  will  also  be  available  72  hours  in  advance  of  the  September 
24,  2019  meeting  on  the  Commission’s  website: 
https://sfwater.orq/index.aspx?paqe=1265,  and  will  also  be  made 
available  at  the  October  8,  2019  meeting. 


Posted:  September  13,  2019 


London  N.  Breed 

Mayor 

Ann  Moller  Caen 

President 

Francesca  Vietor 

Vice  President 

Anson  Moran 

Commissioner 

Sophie  Maxwell 

Commissioner 

Tim  Paulson 

Commissioner 

Harlan  L.  Kelly,  Jr. 

General  Manager 


OUR  MISSION:  To  provide  our  customers  with  high-quality,  efficient  and  reliable  water,  power  and  sewer 
services  in  a  manner  that  values  environmental  and  community  interests  and  sustains  the  resources  entrusted 
to  our  care. 


San  Francisco 
Water 


Services  of  the  San  Francisco  Public  Utilities  Commission 


San  Francisco  public  Utilities  Commission 

City  and  County  of  San  Francisco 

London  N.  Breed 

Mayor 


Minutes 

Tuesday,  October  8,  2019 
1:30  P.M. 

(Approved  October  8,  2019) 


1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 

Commissioners 

Ann  MollerCaen,  President 
Francesca  Vietor,  Vice  President 
Anson  Moran 
Sophie  Maxwell 
Tim  Paulson 


Harlan  L.  Kelly,  Jr. 

General  Manager 

Donna  Hood 

Secretary 


For  information,  contact  the  Commission  Secretary  at  415-554-3165 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site: 
www.stwater.org 

Gavel-to-Gavel  coverage  available  at: 
http://sanfrancisco.granicus.comA/iewPublisher.Dhp7view  id=22 


1 .  Call  to  Order 

President  Caen  called  the  meeting  to  order  at  1:34  PM. 

2.  Roll  Call 

Present:  Caen,  Vietor,  Moran,  and  Maxwell 

3.  Annual  Election  of  Officers:  As  per  the  San  Francisco  Public  Utilities 
Commission  Rules  of  Order,  Rule  No.  6,  discussion  and  possible  action  to 

elect  a  President  and  Vice  President  of  the  Commission,  each  to  serve  a 

one-year  term. 

Vice  President  Vietor  nominated  Commissioner  Caen  as  President.  No  other 
nominations  received.  Nomination  accepted. 

On  Motion  to  elect  Commissioner  Caen  as  President: 

Aye:  Caen,  Vietor,  Moran,  and  Maxwell 

No  public  comment. 

Commissioner  Moran  nominated  Commissioner  Vietor  as  Vice  President 
(VP).  No  other  nominations  received.  Nomination  accepted. 

On  Motion  to  elect  Commissioner  Vietor  as  Vice  President. 

Aye:  Caen,  Vietor,  and  Moran 

No  public  comment 

Commissioner  Paulson  arrived  at  1:39  PM. 

VP  Vietor  suggested  amendments  be  made  to  the  Commission’s  Pules  of 
Order  to  address  what  happens  in  the  event  of  an  unexpected  vacancy.  Brief 
discussion  ensued.  Amendments  to  the  Rules  of  Order  will  be  presented  to 
the  Commission  at  the  next  meeting  for  consideration. 

4.  Approval  of  the  Minutes  of  September  10,  2019 

On  Motion  to  approve  the  Minutes  of  September  10,  2019: 

Ayes:  Caen,  Vietor,  Moran,  Maxwell  and  Paulson 

No  public  comment 

5.  General  Public  Comment 

•  Francisco  DaCosta  discussed  correspondence  between  the 
Environmental  Protection  Agency,  the  Governor,  and  the  SFPUC.  He 
discussed  operations  of  the  treatment  plants  and  condition  of  force  mains. 

•  Peter  Drekmeier,  Tuolumne  River  Trust,  stated  the  three  Tuolumne 
Reservoirs  have  lost  storage.  He  discussed  total  system  storage  and 
demand.  He  presented  a  demand  graph  created  by  Brian  Browne. 
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•  Spreck  Rosekrans,  Restore  Hetch  Hetchy,  discussed  letters  sent 

encouraging  increased  recreational  access  to  Hetch  Hetchy  and  Yosemite 
National  Park.  He  discussed  the  idea  of  operating  electric  powered  ferry 
service  on  the  Hetch  Hetchy  Reservoir. 

6.  Communications 

a)  Advance  Calendar 

b)  Correspondence  Log 

c)  Contract  Advertisement  Report 

d)  Declaration  of  Emergency  Update:  Repair  Southeast  Treatment  Plant 

Final  Effluent  Force  Main 

e)  Education  Opportunities  and  Recreation  Improvements  on  the  Peninsula 

Watershed,  including  Montara  Mountain 

Tim  Ramirez,  Natural  Resources  Manager,  responded  to  a  question 
from  President  Caen  regarding  the  Bay  Area  Ridge  Trail  timeline  and  the 
docent  program.  Mr.  Ramirez  indicated  the  item  will  come  back  to  the 
Commission  for  approval  in  2020. 

f)  FY  2019-20  Budget  Update 

g)  Onsite  Water  Reuse  Program  Update  FY18-19 

h)  Streetlight  Program  Update 

i)  Water  Pipeline  Assessment 

j)  Water  Supply  Conditions  Update 

Public  Comment 

•  The  Commission  Secretary  stated  a  letter  from  Sean  Handel 
regarding  item  6e  (Montara  Mountain)  was  received  and  submitted  to 
the  Commission. 

•  Matthew  Blaine  spoke  to  item  6e  and  discussed  the  timeline  to  restore 
access  to  Montara  Mountain.  He  requested  a  quick  resolution 

•  Francisco  DaCosta  commented  on  item  6d  and  discussed  the 
condition  of  the  force  main. 

VP  Vietor  requested  that  a  timeline  for  the  Ridge  Trail.  Mr.  Ramirez 
noted  there  is  work  to  be  completed  and  it  is  difficult  to  provide  an 
immediate  timeline,  but  that  one  will  be  provided  as  soon  as  available. 

7.  Report  of  the  General  Manager 

a)  Bay  Delta  Water  Quality  Control  Plan  Update  (BDWQCP) 

Steve  Ritchie,  Assistant  General  Manager  (AGM)  Water,  stated  the 
voluntary  agreement  process  continues,  with  less  progress  made  than 
hoped.  A  report  is  expected  from  the  State  in  October  with  a  new 
schedule. 

•  BAWSCA  Board  Hearing 

AGM  Ritchie  noted  on  September  19th  the  BAWSCA  Board  held 
hearings  on  the  BDWCP  with,  BAWSCA,  SFPUC,  and  stakeholder 
providing  presentations. 

•  Stakeholder  Process 
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AGM  Ritchie  discussed  the  memo  sent  by  the  Mayor  identifying  a 
series  of  four  meetings  to  be  held  with  stakeholders. 

•  Planning  Commission  Hearing 

AGM  Ritchie  indicated  that  the  Planning  Commission  has  tentatively 
scheduled  a  hearing  for  October  24th,  with  presentations  from 
Planning  Department  staff  regarding  the  Planning  Department’s  role 
in  CEQA  analysis  for  new  development  projects,  and  a  presentation 
from  AGM  Ritchie  regarding  the  SFPUC’s  and  water  supply  agencies’ 
roles  in  that  CEQA  process. 

Commissioner  Moran  requested  that  a  policy  for  rationing  residential 
water  customers  during  severe  drought  be  presented  to  the  Commission 
for  consideration  on  at  the  October  22nd  meeting. 

AGM  Ritchie  responded  to  a  question  from  VP  Vietor  as  to  what  short¬ 
term  measures  can  be  taken  toward  the  goal  of  maintaining  supply  and 
ensuring  the  health  of  fish. 

No  public  comment. 

b)  Quarterly  Budget  Status  Report 

Charles  Perl,  Deputy,  CFO,  noted  positive  net  results  projected  for 
Wastewater,  Power,  and  CleanPowerSF;  lower  revenues  for  the  three 
enterprises.  Financial  results  projected  exceed  policy  targets  for 
coverage  and  reserves  by  year-end.  He  reviewed  FY  2019  budgetary 
variances:  (1)  Water  -  lower  water  sales  revenues  mostly  offset  uses 
cost  savings;  (2)  Wastewater  -  lower  wastewater  revenues  offset  by  cost 
savings;  (3)  Power  -  reduced  power  sales  revenues  offset  by  cost 
savings;  and  (4)  CleanPowerSF  -  sales  revenues  at  budget  and  uses 
cost  savings.  He  discussed  key  financial  ratios  (fund  balance  reserve, 
debt  service  coverage  reserve,  and  CleanPowerSF  reserve  is  on  target 
to  be  met. 

No  public  comment. 

c)  Capital  Financing  Plan  FY19-20 

Rich  Morales,  Debt  Manager,  provided  a  summary  of  debt  management, 
Enterprise  debt  overview  (ratings  for  Water,  Wastewater  and  Power), 
three  types  of  capital  financing  activities  (new  money/credit  needs, 
administration  of  existing  debt  portfolio,  and  market  opportunities),  and 
review  of  2019-20  Capital  Financing  Plan. 

No  public  comment. 

d)  Sewer  System  Improvement  Program  (SSIP)  Quarterly  Report 
Howard  Fung,  Acting  Wastewater  Enterprise  Capital  Program  Director, 
reviewed  the  SSIP  program  status  as  of  June  2019,  indicating  the 
program  is  32.2%  complete  (Phase  1  projects)  with  $0.833B  expended. 
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He  provided  updates  for  the  Biosolids  Digesters  Facilities  Project, 
Southeast  Plant  New  Headworks  Facility  Project,  Sunset  Green 
Boulevard  Greenway  Phase  2,  North  Shore  Pump  Station  Wet  Weather 
improvements,  other  Phase  1  Projects,  current  construction  projects, 
and  other  program  updates. 

Acting  Director  Fung  responded  to  a  question  from  Commissioner 
Maxwell  regarding  the  difference  between  the  new  and  old  pumps  at  the 
North  Shore  Pump  Station. 

GM  Kelly  provided  comment  on  the  Yosemite  Creek  Project  and 
indicated  Recreation  and  Park  Department  prefers  artificial  turf.  Brief 
discussion  ensued. 

Sarah  Minick  responded  to  a  question  from  President  Caen  regarding 
the  high  cost  of  greenways. 

No  public  comment. 

e)  Wastewater  Enterprise  Capital  Improvement  Program  Quarterly  Report 

Prior  to  beginning  his  presentation  Mr.  Fung  responded  to  a  question 
from  Commissioner  Maxwell  regarding  associated  costs  related  to 
communications  item  6d,  Declaration  of  Emergency  Update:  Repair 
Southeast  Treatment  Plant  Final  Effluent  Force  Main. 

Mr.  Fung  President  reviewed  forecasting  schedules  that  go  beyond  the 
approved  schedule  by  six  months  or  more,  and  those  with  cost  variances 
of  greater  than  10%  of  their  approved  budgets.  President  Caen 
expressed  concern  with  the  “red  dots”  and  asked  what  can  be  done  to 
correct. 

No  public  comment. 

f)  Presentation  on  the  Non-Binding  Letter  of  Intent  to  Acquire  PG&E 
Assets  Serving  San  Francisco 

Barbara  Hale,  AGM  Power,  provided  an  update  on  the  City’s  non-binding 
Letter  of  Intent  to  acquire  PG&E  assets  serving  San  Francisco.  She 
indicated  that  together,  Hetch  Hetchy  Power  and  CleanPowerSF  (CPSF) 
serves  80%  of  the  electric  consumption  in  San  Francisco.  Historically, 
the  City  has  paid  PG&E  for  distribution  services. 

She  presented  the  context  of  the  Preliminary  Report,  noting  it  explored 
three  options:  (1)  limited  independence,  (2)  targeted  investment  for  more 
independence,  and  (3)  full  independence  through  acquisition.  AGM  Hale 
reviewed  considerations  for  San  Francisco’s  electric  grid  and  related 
climate  action  goals. 
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She  presented  the  recommendation  of  further  exploring  acquiring  PG&E 
assets  for  full  independence:  ( 1 )  expand  the  City’s  existing  publicly- 
owned  utility,  (2)  investment  would  be  revenue  bond  funded,  (3)  initial 
staff  estimates  put  acquisition  cost  in  range  of  a  few  billion  dollars. 

AGM  Hale  Indicated  the  question  asked  is  can  San  Francisco  purchases 
the  assets,  invest  in  separation  cost,  and  provide  affordable,  reliable, 
safe  public  power  service  consistent  with  SFPUC  values  on  clean  power 
content  and  equity  while  meeting  financial  requirements.  She  indicated 
this  question  governed  the  study  path  and  informed  the  content  of  the 
initial  indication  of  interest  submitted  to  PG&E.  AGM  Hale  broke  down 
the  question  and  addressed  it  in  additional  detail.  AGM  Hale  stated  the 
business  fundamentals  were  evaluated  to  inform  financial  feasibility  and 
offer  and  further  discussed. 

She  continued  her  presentation  with  information  regarding  (1)  due 
diligence,  (2)  summary  of  non-binding  offer,  (3)  impact  on  remaining 
PG&E  ratepayers,  (4)  impact  on  the  City’s  General  Fund  and  priorities 
for  spending  funds,  (5)  workforce  and  transition,  (6)  risk  and  mitigations, 
and  (7)  benefits  that  are  not  quantified. 

AGM  Hale  and  GM  Kelly  responded  to  a  question  from  Commissioner 
Paulson  regarding  the  transition  of  union  positions  and  ensuring  the 
maintenance  of  employee  pay,  benefits  and  pensions.  AGM  Hale 
responded  to  his  request  for  clarification  on  PG&E’s  “obstruction”  to 
affordable  housing. 

AGM  Hale  responded  to  a  question  from  VP  Vietor  regarding  the  status 
of  CleanPowerSF  goals,  specifically  renewables  and  emission  reduction. 

AGM  Hale  responded  to  a  question  from  Commissioner  Maxwell 
regarding  equity. 

No  public  comment. 

g)  Report  on  Recent  San  Francisco  Public  Utilities  Commission  Activities, 

Events  and  Announcements 

None. 

8.  Other  Commission  Business 

President  Caen  and  Commissioner  Maxwell  noted  their  attendance  at  the 
Water  Environment  Federation  Technical  Exhibition  and  Conference. 

9.  Consent  Calendar 

a)  Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to 

execute  a  no-fee,  eight-year  revocable  license  to  the  City  of  Palo  Alto  for 

use  of  approximately  1 17,038  square  feet  of  SFPUC  Parcel  Nos.  238,  239, 

240,  241 ,  and  242  in  Palo  Alto,  California  for  a  bicycle  and  pedestrian 
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pathway  and  landscaping  with  educational  signage  regarding  the  SFPUC 

watershed.  (Resolution  19-0180) 


b)  Approve  Amendment  No.  5  to  Agreement  No.  CS-991,  Preliminary  Design 

and  Environmental  Analysis  Services.  Power  Transmission  Project,  with 

URS  Corporation;  and  authorize  the  General  Manager  to  execute  this 

amendment  adjusting  billing  rates  based  on  current  actual  salaries  and 

authorizing  annual  Consumer  Price  Index  increases  to  occur  on  January  1 

of  each  year,  with  no  change  to  the  agreement  amount  or  duration. 

(Resolution  19-01 81 ) 

c)  Approve  Amendment  No.  2  to  Agreement  Nos.  CS-192A,  B,  &  D,  Technical 

Review  -  Calaveras  Dam,  with  Eric  Kollgaard  (CS-192A),  I.M,  Idriss  (CS- 

192B),  and  John  Cassidy  (CS-192D),  for  continued  participation  in  an 

independent  technical  advisory  panel  for  the  Calaveras  Dam  Replacement 

Project;  and  authorize  the  General  Manager  to  execute  Amendment  No.  2 

extending  each  agreement  duration  by  six  months,  for  a  total  duration  of 

eight  years,  1 1  months  for  CS-192A  and  CS-192B  and  nine  years  for  CS- 

192D,  with  no  change  to  the  agreements’  amount.  (Resolution  19-0182) 


d)  Approve  Amendment  No.  2  to  Agreement  Nos.  CS-382A  and  B,  Calaveras 

Dam  Technical  Advisory  Panel,  with  Gabriel  Fernandez  (CS-382A)  and 

Peter  P.  Aberle,  Inc.  (CS-382B),  for  continued  participation  in  an 
independent  technical  advisory  panel  for  the  Calaveras  Dam  Replacement 

Project;  and  authorize  the  General  Manager  to  execute  Amendment  No.  2. 

extending  each  agreement  duration  by  six  months,  for  a  total  agreement 

duration  of  six  years,  two  months  and  nine  days  per  agreement,  with  no 

change  to  the  agreements  amounts.  (Resolution  19-0183) 


e)  Accept  work  performed  by  Dragados-USA,  Inc./Flatiron  West,  Inc./Sukut 

Construction,  Inc.,  Joint  Venture  for  Contract  No.  WD-2551 ,  Calaveras  Dam 

Replacement  Project;  approve  Modification  No.  87  decreasing  the  contract 

amount  by  $2,755,884  for  a  total  contract  amount  of  $567,780,360  and 


extending  the  contract  duration  by  22  days  for  a  total  contract  duration  of 

2,889  consecutive  calendar  days;  and  authorize  final  payment  to  the 

contractor.  (Resolution  19-0184) 


f)  Accept  work  performed  by  Dragados  USA,  Inc./Flatiron  West,  Inc./Sukut 

Construction.  Inc.  Joint  Venture  for  Contract  No,  WD-2833(E),  Temporary 

Construction  Bypass  of  Calaveras  Road  Landslide,  for  a  total  contract 

amount  of  $1 ,260,959  and  a  total  contract  duration  of  60  consecutive 


calendar  days;  and  authorize  final  payment  to  the  contractor.  (Resolution 
19-0185) 


g)  Ratify  correction  to  Resolution  No.  19-0125  approved  on  June  25,  2019  for 

Contract  No.  WW-610R,  Visitacion  Valley  Green  Nodes,  Rutland  Street 
Sewer,  and  Sunnvdale  Pavement  Improvements,  to  state  that  Modification 

No.  4  (Final)  increased  the  contract  duration  by  1 12  days  (not  75  days),  for 

a  final  total  duration  of  513  consecutive  calendar  days  (not  476  days),  with 

no  change  to  the  final  approved  contract  amount.  (Resolution  19-0186) 
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h)  Accept  work  performed  by  Precision  Engineering  Inc,  for  Contract  No.  WW- 

612,  Various  Locations  Sewer  Replacement  and  Pavement  Renovation; 

approve  Modification  No.  1  (Final),  decreasing  the  contract  amount  by 

$60,401 ,  for  a  total  contract  amount  of  $4,771 ,600,  and  a  total  contract 


duration  of  500  consecutive  calendar  days;  and  authorize  final  payment  to 

the  contractor.  (Resolution  19-0187) 


i)  Accept  work  performed  by  Precision  Engineering,  Inc,  for  Contract  No.  WW- 

623,  SOMA/Bernal  Heiqhts/Excelsior  Districts  Sewer  Replacement  and 

Pavement  Renovation,  for  a  total  contract  amount  of  $5,586,692,  and  a  total 


contract  duration  of  413  consecutive  calendar  days;  and  authorize  final 

payment  to  the  contractor.  (Resolution  19-0188) 


j)  Approve  the  plans  and  specifications  and  award  Contract  No.  WW-692,  As- 

Needed  Spot  Sewer  Replacement  No.  39,  in  the  amount  not-to-exceed 

$8,176,960,  with  a  duration  of  400  consecutive  calendar  days,  to  the 

responsible  and  responsive  bidder.  Precision  Engineering,  Inc.,  to  replace 

sections  of  existing  sewer  piping,  on  an  as-needed  basis,  at  locations  to  be 

determined  throughout  San  Francisco.  (Resolution  19-0189) 


On  Motion  to  approve  Consent  Calendar  item  9a  through  j: 
Ayes:  Caen,  Vietor,  Moran,  Maxwell  and  Paulson 


No  public  comment. 


10.  Approve  modification  of  the  San  Francisco  Public  Utilities  Commission’s  Non- 

potable  Grant  Program  to  (1)  change  the  name  of  the  program  to  the  Onsite 

Water  Reuse  Grant  Program,  (2)  expand  requirements  for  brewery  process 

water  treatment  systems,  (3)  make  non-substantive  corrections  or  modifications 

to  the  Grant  Program  Rules,  and  (4)  authorize  the  General  Manager  to  approve 

future  modifications  to  the  Grant  Program  Rules.  (Resolution  19-0190) 

AGM  Ritchie  presented  the  item  and  reviewed  the  modifications  being 
requested.  He  responded  to  a  question  from  Commissioner  Maxwell  regarding 
work  with  breweries,  and  a  request  from  VP  Vietor  for  clarification  regarding  the 
delegation  of  authority  granted  to  the  General  Manager. 


On  Motion  to  approve  item  10: 

Ayes:  Caen,  Vietor,  Moran,  Maxwell  and  Paulson 


No  public  comment 

1 1 .  Adopt  revised  Section  G,  Cross-Connection  Control,  of  the  San  Francisco  Public 

Utilities  Commission’s  Rules  and  Regulations  Governing  Water  Service  to 

Customers  implementing  Article  12A  of  the  San  Francisco  Health  Code. 

(Resolution  19-0191) 

AGM  Ritchie  discussed  the  importance  of  the  modifications  of  rules  and 
regulations.  He  responded  to  a  question  from  Commissioner  Maxwell  regarding 
the  purpose  for  cross-connection  control. 
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On  Motion  to  approve  item  1 1: 

Ayes:  Caen,  Vietor,  Moran,  Maxwell  and  Paulson 


No  public  comment 


12.  Approve  two  Resource  Adequacy  (RA)  contracts  for  CleanPowerSF  executed 

by  the  General  Manager,  between  the  San  Francisco  Public  Utilities 
Commission  and  Pacific  Gas  &  Electric  Company,  with  a  term  of  three  years  and 


total  cost  of  approximately  $26.1  million;  approve  the  sale  of  RA  products  to 


Pacific  Gas  &  Electric  Company  and  Southern  California  Edison  in  an  amount 

not-to-exceed  $3.5  million;  and  authorize  the  General  Manager  to  seek 


retroactive  approval  from  the  Board  of  Supervisors  for  the  RA  contracts. 

(Resolution  19-0192) 

AGM  Hale  introduced  the  item  and  requested  approval. 


On  Motion  to  approve  item  12: 

Ayes:  Caen,  Vietor,  Moran,  Maxwell  and  Paulson 


No  public  comment 

13.  Approve  form  of  Second  Amendment  to  Revolving  Credit  and  Term  Loan 

Agreement  and  Second  Amended  and  Restated  Fee  Letter  with  State  Street 

Bank  and  T rust  Company  to  (1 )  increase  the  principal  amount  by  $1 00  million 


for  a  total  not-to-exceed  amount  of  $200  million,  and  a  not-to-exceed  annual  fee 


of  $800,000.  and  (2)  extend  the  term  by  four  years,  with  a  one-vear  option  to 


extend,  for  a  total  possible  term  of  10  years,  for  the  Wastewater  Interim  Funding 

Program;  and  authorize  the  General  Manager  to  enter  into  the  Second 

Amendment  to  Revolving  Credit  and  Term  Loan  Agreement  and  Second 

Amended  and  Restated  Fee  Letter  with  State  Street  Bank  and  Trust  Company. 

(Resolution  19-0193) 

Mr.  Morales  provided  a  background  on  the  Wastewater  Interim  Funding 
Program  ($750M  authorized,  seven  series  supported  by  high-grade  bank  credit 
facilities).  Six  series  ($675M)  for  Commercial  Paper  and  one  series  ($75M)  for 
Revolving  Credit  Line.  He  indicated  two  credit  facilities  are  expiring  and  that  the 
requested  action  is  to  approve  $200M  amended  facility  with  State  Street  Bank 
that  extends  existing  $100M  facility  and  replaces  $100M  Barclays  facility.  He 
reviewed  the  recommended  amended  credit  facility  and  terms.  He  stated  there 
was  a  competitive  RFP  procurement  -  sent  to  12  banks  with  six  responding,  with 
the  lowest  cost,  responsive  proposal  from  State  Street  Bank  Liquidity  Facility. 

He  and  noted  the  fee  is  lower  than  current  fees  with  a  $404,000  savings  over 
the  four-year  term.  He  summarized  the  requested  action  and  reviewed 
disclosure  questions  and  answers. 

VP  Vietor  departed  the  hearing  room  at  3:37  PM. 


On  Motion  to  approve  item  13: 

Ayes:  Caen,  Moran,  Maxwell  and  Paulson 
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No  public  comment. 


14.  Award  a  Green  Infrastructure  Grant  to  the  San  Francisco  Unified  School  District 

(SFUSD)  to  design,  and  if  the  project  proceeds,  construct  stormwater 

management  features  at  Bessie  Carmichael  Middle  School  located  at  824 

Harrison  Street  in  San  Francisco;  authorize  the  General  Manager  to  execute  a 

Green  Infrastructure  Grant  Agreement  with  SFUSD  with  a  duration  of  20  years 

and  in  an  amount  up  to  $428,075.  (Resolution  19-0194) 

Ms.  Sarah  Minnick  responded  to  a  question  from  Commissioner  Moran  as  to  the 
availability  of  construction  funds.  Francesca  Gessner,  Deputy  City  Attorney 
stated  that  CEQA  has  not  been  completed  for  the  project,  and  that  the 
Commission  is  being  requested  to  approve  funding  for  design  only,  and  that  the 
item  will  return  to  the  Commission  for  construction  approval. 

On  Motion  to  approve  item  14: 

Ayes:  Caen,  Moran,  Maxwell  and  Paulson 

No  public  comment. 

15.  Approve  modifications  to  Project  No.  CWWSIPSE02,  Southeast  Water  Pollution 

Control  Plant  New  Headworks  Facility,  to  remove  scope  associated  with 

conversion  of  Bruce  Flynn  Pump  Station  to  an  all-weather  pump  station  (Scope 

II.A),  and  add  construction  of  a  new  50  million  gallons  per  day  lift  station  (Scope 

II. C),  and  associated  sewer  work  (Scope  II. B),  cumulatively  the  Modified  Project; 

and  authorize  the  General  Manager  to  proceed  with  the  Construction  Phase  of 

the  Modified  Project,  pursuant  to  Construction  Manager/General  Contractor 

Agreement  No.  WW-628  SEP  New  Headworks  Facility.  (Resolution  19-0195) 
Kathy  How,  AGM  Infrastructure,  introduced  the  item  which  requests  a  scope 
change.  She  responded  to  a  question  from  Commissioner  Maxwell  regarding 
the  “lift  station’’. 


On  Motion  to  approve  item  15: 

Ayes:  Caen,  Moran,  Maxwell  and  Paulson 


No  public  comment. 


16.  Authorize  the  General  Manager  to  execute  a  Memorandum  of  Understanding 

with  the  San  Francisco  Municipal  Transportation  Agency  (SFMTA)  to  set  forth 

the  agencies’  respective  responsibilities,  including  cost  sharing  allocations,  to 

jointly  replace  the  San  Francisco  Public  Utilities  Commission’s  water  and  sewer 

facilities  and/or  relocate  them  away  from  the  new  railway  tracks  along  Taraval 

Street,  from  SF  Zoo  to  Sunset  Boulevard,  as  part  of  the  SFMTA’s  construction 

of  Segment  A  of  the  L-Taraval  Transit  Improvement  Project  -  SF  Zoo  To  Sunset 

Boulevard,  for  a  total  estimated  cost  to  the  SFPUC  of  $1 1 .843.747.  This  action 


constitutes  the  Approval  Action  for  the  Project  for  the  purposes  of  California 

Environmental  Quality  Act,  pursuant  to  Section  31 .04(h)  of  the  San  Francisco 

Administrative  Code.  (Resolution  19-0196) 

AGM  How  introduced  the  item  and  requested  approval. 
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AGM  How  responded  to  a  question  from  Commissioner  Moran  regarding 
coordination  efforts  to  keep  large  multi-agency  projects  on  track.  Brief 
discussion  ensued. 

VP  Vietor  returned  to  the  hearing  room  at  3:56  PM. 

On  Motion  to  approve  item  16: 

Ayes:  Caen,  Vietor,  Moran,  Maxwell  and  Paulson 

No  public  comment. 

17.  Public  Comment  on  matters  to  be  addressed  during  Closed  Session 

None. 


18.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters 

listed  below  as  Conference  with  Legal  Counsel 

On  Motion  to  assert  attorney-client  privilege: 

Ayes:  Caen,  Vietor,  Moran,  Maxwell  and  Paulson 

The  Commission  entered  Closed  Session  at  4:03  PM. 


19.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (2)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (2) 

Anticipated  Litigation  as  Plaintiff  and/or  as  Defendant 


VP  Vietor  was  excused  from  the  meeting  at  4:34  PM. 


20.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 

(mil 

Existing  Litigation 

Pacific  Bell  Telephone  Company  v.  City  and  County  of  San  Francisco 

San  Francisco  Superior  Court  Case  No.  CGC-1 9-575041 

Date  Filed:  July  11, 201 9 

Proposed  settlement  of  lawsuit  with  plaintiff’s  release  of  lawsuit  and  the  City  to 


pay  plaintiff  $124.500 


(Resolution  19-0197) 


21.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 

MID 

Existing  Litigation 

Joan  Frost  v.  City  and  County  of  San  Francisco 

San  Francisco  Superior  Court  Case  No.  CGC-1 8-568679 

Date  Filed:  August  3.  2018 
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Proposed  settlement  of  lawsuit  with  plaintiff’s  release  of  lawsuit  and  the  City  to 

pay  plaintiff  $105,000. 

(Resolution  19-0198) 


22.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 

MID 

Existing  Litigation 

Pacific  Gas  &  Electric  Corporation 

Case  No.  19-30088/Date  Filed:  January  29,  2019 

Case  No.  19-30089/Date  Filed:  January  29,  2019 

United  States  Bankruptcy  Court.  Northern  District  of  California 

23.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section 

67.10(d)  (1) 

Existing  Litigation 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 

Docket  No.  ELI 9-38-000/Date  Filed:  January  28,  2019  Federal  Energy 

Regulatory  Commission 

24.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 

MID 

Existing  Litigation 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Federal  Energy 

Regulatory  Commission  Complaint  under  Sections  206  and  306  of  the  Federal 

Power  Act. 

Case  No.  ELI  5-3-000/Date  Filed:  October  9.  2014 

The  Commission  exited  Closed  Session  at  5:08  PM. 

25.  Announcement  Following  Closed  Session 

President  Caen  announced  that  items 

26.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session 

pursuant  to  San  Francisco  Administrative  Code  Section  67.12  (a) 

On  Motion  not  to  disclose: 

Ayes:  Caen,  Moran,  Maxwell  and  Paulson 

27.  Other  New  Business 
None. 

28.  Adjournment 

President  Caen  adjourned  the  meeting  at  5:09  PM. 
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SFPUC  MINUTES  -  OCTOBER  8,  2019 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0180 


WHEREAS,  The  City  and  County  of  San  Francisco  (City)  owns  certain  real  property 
under  the  jurisdiction  of  the  San  Francisco  Public  Utilities  Commission  (SFPUC)  known  as 
SFPUC  Parcel  Nos.  238,  239,  240,  241,  and  242  in  Palo  Alto,  California  (Premises);  and 

WHEREAS,  The  SFPUC  currently  operates  and  maintains  two  subsurface  water 
transmission  pipelines  under  the  Premises;  and 

WHEREAS,  In  1975,  the  SFPUC  issued  the  City  of  Palo  Alto  (Licensee)  a  rent-free  use 
revocable  permit  for  use  of  for  use  of  approximately  117,038  square  feet  of  the  Premises  (the 
License  Area)  for  a  bicycle  pathway  and  landscaping;  and 

WHEREAS,  Licensee  desires  to  obtain  a  new  license  (License)  to  maintain  landscaping 
and  to  widen  the  existing  pathway  by  two  feet  and  repave  with  new  asphalt  pursuant  to  a  grant 
from  the  Santa  Clara  Valley  Transportation  Authority  for  the  Arastradero  Road  Schoolscape- 
Multi-Use  Trail  Project  (Project);  and 

WHEREAS,  The  SFPUC  desires  to  enter  into  the  new  License  to  update  legal  terms  and 
allow  Licensee  to  use  the  Premises  for  maintaining  landscaping  and  to  implement  the  Project; 
and 

WHEREAS,  The  pathway  services  local  schools,  parks,  shopping  centers,  community 
centers,  senior  living  facilities  and  a  library  and  serves  as  an  environmentally  sustainable  mode 
of  transportation  for  students  to  safely  commute  to  school  through  the  Premises  thus  impacting 
pollution  reduction  and  promoting  environmental  sustainability  on  the  Premises;  and 

WHEREAS,  The  Commission  adopted  the  2015  Real  Estate  Guidelines  on  January  30, 
2015,  by  Resolution  No.  15-0012,  which  provide  that  the  SFPUC  may  issue  a  revocable  license 
to  a  public  agency  with  no  use  fee  if  it  meets  several  specified  criteria;  and 

WHEREAS,  Licensee  is  a  public  agency  and  the  License  Area  (i)  has  little  or  no  revenue¬ 
generating  potential,  (ii)  is  located  within  the  boundaries  of  Palo  Alto,  (iii)  will  be  fully 
maintained  and  repaired  by  Licensee  under  the  terms  of  the  proposed  License,  and  (iv)  is  not 
desired  for  use  by  any  entity  other  than  Licensee;  and 

WHEREAS,  The  License  benefits  the  SFPUC’s  primary  utility  purposes  by  eliminating 
SFPUC  maintenance  and  vegetation  management  costs  for  the  Premises,  and  educating  the 
public  about  the  Hetch  Hetchy  Regional  Water  System  through  the  Licensee’s  installation  of 
required  educational  signs  about  the  SFPUC  water  system  and  the  SFPUC  right  of  way;  and 

WHEREAS,  Issuance  of  the  License  furthers  the  Commission-approved  2011  SFPUC 
Community  Benefits  Policy  and  the  2009  Environmental  Justice  Policy;  and 

WHEREAS,  On  June  17,  2013,  the  City  of  Palo  Alto  determined  that  the  Project  is 
categorically  exempt  from  the  California  Environmental  Quality  Act  (CEQA)  Guidelines  under 
Section  15302,  Class  2  (Replacement  or  Reconstruction);  now,  therefore  be  it 


RESOLVED,  That  this  Commission  hereby  finds  that  the  License  is  issued  to  a  public 
agency,  and  will  be  issued  no  use  fee  and  the  License  serves  the  SFPUC’ s  primary  utility 
purpose;  and  be  it 

LURTHER  RESOLVED,  That  this  Commission  hereby  ratifies,  approves  and  authorizes 
all  actions  heretofore  taken  by  any  City  official  in  connection  with  this  License;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  approves  the  terms  and 
conditions  of  this  License;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  and  directs  the 
SFPUC  General  Manager  to  execute  the  License;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  herby  authorizes  the  SFPUC  General 
Manager  to  enter  into  any  amendments  or  modifications  to  this  License,  including  without 
limitation,  the  exhibits,  that  the  General  Manager  determines,  in  consultation  with  the  City 
Attorney,  are  in  the  best  interest  of  the  City;  do  not  materially  increase  the  obligations  or 
liabilities  of  the  City;  are  necessary  or  advisable  to  effectuate  the  purposes  and  intent  of  the 
License  or  this  resolution;  and  are  in  compliance  with  all  applicable  laws,  including  the  City 
Charter. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  October  8,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0181 


WHEREAS,  On  June  8,  2010,  pursuant  to  Resolution  No.  10-0091,  this  Commission 
awarded  Agreement  No.  CS-991,  Preliminary  Design  and  Environmental  Analysis  Services, 
Power  Transmission  Project,  and  authorized  the  General  Manager  of  the  San  Francisco  Public 
Utilities  Commission  (SFPUC)  to  negotiate  and  execute  a  professional  services  agreement,  with 
a  not-to-exceed  amount  of  $5,000,000,  and  with  a  term  of  three  years  and  six  months,  concluding 
on  February  1,  2014,  with  URS  Corporation,  a  Nevada  Corporation,  dba  URS  Corporation 
Americas  (URS);  and 

WHEREAS,  Due  to  a  delay  in  issuance  of  the  notice  to  URS  to  begin  work  on  the 
contract,  the  contract  was  issued  with  a  term  of  three  years,  seven  months,  one  month  longer  than 
authorized  by  Resolution  No.  10-0091;  and 

WHEREAS,  On  January  14,  2014,  pursuant  to  Resolution  No.  14-0001,  this  Commission 
approved  Amendment  No.  1  to  extend  the  duration  of  the  contract  by  five  years,  for  a  total 
contract  duration  of  eight  years  and  seven  months,  with  no  change  to  the  agreement  amount,  to 
ensure  consultant  continuity;  and 

WHEREAS,  On  May  24,  2016,  pursuant  to  Resolution  No.  16-0093,  this  Commission 
approved  Amendment  No.  2  to  increase  contract  capacity  by  $2,500,000,  for  a  total  not-to- 
exceed  contract  amount  of  $7,500,000,  to  allow  35%  design  of  the  Bay  Division  Corridor 
Transmission  Distribution  Project;  and 

WHEREAS,  On  January  22,  2019,  pursuant  to  Resolution  No.  19-0012,  this  Commission 
( 1 )  retroactively  approved  the  execution  of  the  Agreement  with  an  initial  term  of  three  years  and 
seven  months,  which  is  one  month  longer  than  authorized  by  Resolution  No.  10-0091,  and  (2) 
approved  Amendment  No.  3  to  increase  the  contract  duration  by  five  months,  for  a  total  contract 
duration  of  nine  years,  with  no  change  to  the  agreement  amount,  to  provide  continuity  in 
consultant  services  and  technical  construction  support  during  construction;  and 

WHEREAS,  On  May  28,  2019,  pursuant  to  Resolution  No.  19-0101,  this  Commission 
approved,  subject  to  Board  of  Supervisors  approval  pursuant  to  Charter  Section  9.118, 
Amendment  No.  4  to  increase  the  contract  by  $4,000,000  and  increase  the  duration  by  two  years 
and  eight  months,  for  a  total  not-to-exceed  contract  amount  of  $1 1,500,000  and  a  total  agreement 
duration  of  11  years  and  eight  months,  and  approved  a  contractor  a  name  change  from  URS 
Corporation,  a  Nevada  Corporation,  dba  URS  Corporation  Americas  to  URS  Coiporation;  and 

WHEREAS,  On  July  16,  2019,  pursuant  to  Resolution  No.  330-19,  the  Board  of 
Supervisors  approved  Amendment  No.  4  and  the  name  change  from  URS  Corporation,  a  Nevada 
Corporation,  dba  URS  Coiporation  Americas  to  URS  Corporation;  and 

WHEREAS,  A  Contract  Monitoring  Division  (CMD)  subconsulting  goal  of  14%  Local 
Business  Enterprise  participation  (of  the  total  value  of  services  to  be  provided)  has  been 
established  for  this  agreement;  and 


WHEREAS,  Funds  for  this  agreement  are  available  from  index  code  10014227  -  Bay 
Corridor  Project;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  5  to  Agreement 
No.  CS-991,  Preliminary  Design  and  Environmental  Services,  Power  Transmission  Project,  with 
URS  Corporation;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  authorizes  the  General  Manager  to 
execute  Amendment  No.  5  to  reflect  new  billing  rates  based  on  current  actual  salaries  as  shown 
in  the  new  Apppendix  B  on  file  with  the  Commission  Secretary  and  authorizing  annual 
adjustment  for  inflation  to  occur  on  January  1st  of  each  year,  with  no  change  to  the  agreement 
amount  or  duration. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  October  8 ,  2019. 


Secretary ,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


19-0182 


WHEREAS,  Pursuant  to  the  General  Manager’s  authority  under  Resolution  No.  09- 
GO  17,  the  General  Manager  of  the  San  Francisco  Public  Utilities  Commission  (SFPUC)  executed 
three  professional  services  agreements,  Agreements  Nos.  CS-192A,  B,  and  D,  Technical  Review 
-  Calaveras  Dam,  with  Eric  Kollgaard  (CS-192A),  I.M.  Idriss  (CS-192B),  and  John  Cassidy  (CS- 
192D),  each  in  the  amount  of  $100,000,  and  with  a  term  of  four  years  and  11  months  for  CS- 
192A  and  CS-192B,  and  a  term  of  five  years  for  CS-192D;  and 

WHEREAS,  On  March  8,  2016,  pursuant  to  Resolution  No.  16-0047,  this  Commission 
approved  Amendment  No.  1  to  increase  the  not-to-exceed  amount  of  CS-192A  (Eric  Kollgaard) 
by  $50,000  for  a  total  of  $150,000  and  CS-192B  (I.M.  Idriss)  by  $125,000  for  a  total  of 
$225,000  (CS-192B),  and  extend  the  agreement  term  for  all  three  agreements  by  3  years,  6 
months,  for  a  total  agreement  duration  of  eight  years  and  five  months  (CS-192A  &  CS-192B), 
and  eight  years  and  six  months  (CS-192D),  in  order  to  continue  providing  ongoing  independent 
expertise  up  through  the  final  completion  date  of  the  Calaveras  Dam  Replacement  Project;  and 

WHEREAS,  Amendment  No.  2  is  being  requested  to  extend  the  agreement  term  for  each 
agreement  by  6  months,  with  no  change  to  the  agreement  amount,  in  order  to  continue  providing 
ongoing  independent  expertise  up  through  the  anticipated  completion  date  of  initial  filling  of  the 
reservoir  impounded  behind  the  new  dam;  and 

WHEREAS,  Contract  Monitoring  Division  sub  consulting  goals  have  been  waived  for 
these  agreements;  and 

WHEREAS,  Funds  for  these  agreements  are  available  from  Project  No.  CUW374  - 
Calaveras  Dam  Replacement  Project;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  2  to  Agreements 
Nos.  CS-192A,  B,  D,  Technical  Review  -  Calaveras  Dam  with  Eric  Kollgaard  (CS-192A),  I.M. 
Idriss  (CS-192B),  and  John  Cassidy  (CS-192D),  for  continued  participation  in  an  independent 
technical  advisory  panel  for  the  Calaveras  Dam  Replacement  Project;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  authorizes  the  General  Manager  to 
execute  these  amendments  extending  the  duration  of  each  agreement  by  six  months,  for  a  total 
agreement  duration  of  eight  years,  11  months  for  CS-192A  and  CS-192B,  and  total  agreement 
duration  of  9  years  for  CS-192D,  with  no  change  to  the  agreements’  amount. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  October  8,  2019. 


Secretary ,  Public  Utilities  Commission 


-JVJVJT 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


19-0183 


WHEREAS,  Pursuant  to  the  General  Manager’s  authority  under  Resolution  No.  09-0017, 
the  General  Manager  of  the  San  Francisco  Public  Utilities  Commission  (SFPUC)  executed 
Agreement  Nos.  CS-382  A  and  B,  Calaveras  Dam  Technical  Advisory  Panel,  two  professional 
services  agreements  each  in  the  amount  of  $100,000  and  each  with  a  term  of  two  years,  two 
months,  and  nine  days,  with  Gabriel  Fernandez  (CS-382A)  and  Peter  P.  Aberle,  Inc.  (CS-382B); 
and 

WHEREAS,  On  March  8,  2016,  pursuant  to  Resolution  No.  16-0047,  this  Commission 
approved  Amendment  No.  1  to  increase  the  not-to-exceed  amount  of  each  agreement  by  $90,000 
for  a  total  not-to-exceed  agreement  amount  of  $190,000  per  agreement  and  extend  the  term  of 
each  agreement  by  3  years,  6  months  for  a  total  agreement  duration  of  five  years,  eight  months, 
in  order  to  continue  providing  ongoing  independent  expertise  up  through  the  final  completion 
date  of  the  Calaveras  Dam  Replacement  Project;  and 

WHEREAS,  Amendment  No.  2  is  being  requested  to  extend  each  agreement’s  term  by 
six  months  for  a  total  agreement  duration  of  6  years,  2  months  and  9  days  per  agreement  (CS- 
382A  &  CS-382B),  with  no  change  to  the  agreement  amount,  in  order  to  continue  providing 
ongoing  independent  expertise  up  through  anticipated  final  completion  date  of  initial  filling  of 
the  reservoir  impounded  behind  the  new  dam;  and 

WHEREAS,  Contract  Monitoring  Division  (CMD)  sub  consulting  goals  have  been 
waived  for  these  agreements;  and 

WHEREAS,  Funds  for  these  agreements  are  available  from  Project  No.  CUW374  - 
Calaveras  Dam  Replacement  Project;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  2  to  Agreements 
Nos.  CS-382A  and  B  Calaveras  Dam  Technical  Advisory  Panel  with  Gabriel  Fernandez  (CS- 
382A)  and  Peter  P.  Aberle,  Inc.  (CS-382B),  for  continued  participation  in  an  independent 
technical  advisory  panel  for  the  Calaveras  Dam  Replacement  Project,  and  authorizes  the  General 
Manager  to  execute  Amendment  No.  2  extending  the  duration  of  each  agreement  by  six  months, 
for  a  total  duration  of  six  years,  two  months,  nine  days  per  agreement  (CS-382A  and  CS-382B), 
with  no  change  to  the  agreement  amounts. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  October  8 ,  2019. 


Secretary ,  Public  Utilities  Commission 


. 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0184 


WHEREAS,  Construction  has  been  completed  for  Contract  No.  WD-2551, 
Calaveras  Dam  Replacement  Project  in  the  Alameda  Creek  Watershed,  by  the  contractor, 
Dragados-USA,  Inc./  Flatiron  West,  Inc./Sukut  Construction,  Inc.,  Joint  Venture;  and 

WHEREAS,  On  May  24,  2011,  by  Resolution  No.  11-0077,  this  Commission  awarded 
Contract  No.  WD-2551,  Calaveras  Dam  Replacement  Project,  in  the  amount  of  $259,571,850,  to 
the  qualified  bidder  with  the  lowest  responsive  bid,  Dragados-USA,  Inc./Flatiron  West, 
Inc./Sukut  Construction,  Inc.,  Joint  Venture;  and 

WHEREAS,  The  construction  contract  Notice  To  Proceed  date  was  set  for  August  15, 
2011,  with  an  original  duration  of  1,460  consecutive  calendar  days,  and  the  contract  work  was 
completed  in  2,889  consecutive  calendar  days  on  July  12th,  2019;  and 

WHEREAS,  On  January  22,  2013,  per  Resolution  No.  13-0020,  the  Commission 
approved  an  increase  in  the  contract  cost  contingency  in  the  amount  of  $117,000,000  and  an 
increase  in  the  contract  duration  contingency  of  761  consecutive  calendar  days;  and 

WHEREAS,  On  August  13,  2013,  per  Resolution  No.  13-0129,  the  Commission 
approved  an  increase  in  the  contract  cost  contingency  in  the  amount  of  $46,914,61 1;  and 

WHEREAS,  On  August  26,  2014,  per  Resolution  No.  14-0136,  the  Commission 
approved  an  increase  in  the  contract  cost  contingency  in  the  amount  of  $79,781,662,  and  an 
increase  in  the  contract  duration  contingency  of  371  consecutive  calendar  days;  and 

WHEREAS,  On  October  25,  2016,  per  Resolution  No.  16-0227,  the  Commission 
approved  an  increase  to  the  contract  cost  contingency  in  the  amount  of  $68,793,429  and  an 
increase  in  the  contract  duration  contingency  of  133  consecutive  calendar  days;  and 

WHEREAS,  On  November  14,  2017,  per  Resolution  No.  17-0222,  the  Commission 
approved  an  increase  to  the  contract  duration  contingency  of  73  consecutive  calendar  days;  and 

WHEREAS,  Pursuant  to  the  aforementioned  Resolutions,  Modifications  Nos.  1-86  were 
issued  for  a  cumulative  total  increased  amount  of  $310,964,395  and  for  a  cumulative  increased 
duration  of  1,407  consecutive  calendar  days  to  address  additional  work,  for  a  total  contract 
amount  of  $570,536,244  and  a  total  contract  duration  of  2,867  consecutive  calendar  days;  and 

WHEREAS,  Some  of  the  major  items  resulting  in  substantial  increases  in  cost  and  time 
included:  damages  and  impacts  caused  by  severe  and  unusual  weather;  the  control  of  naturally 
occurring  asbestos  (NOA);  the  additional  erosion  control  measures  needed  for  permit 
compliance;  additional  bird  deterrent  mitigation  measures;  and  differing  site  conditions, 
including  two  ancient  landslides  found  in  the  left  abutment  and  another  on  the  northern  end  of 
the  right  abutment,  highly  variable  materials  in  the  dike  foundation  for  Disposal  Site  3,  and  two 
large  masses  of  melange  shale  in  Borrow  Area  B  that  were  unsuitable  for  the  construction  of  the 
upstream  shell  of  the  dam  embankment;  and 


WHEREAS,  Modification  No.  87  (Final)  is  being  requested  to  decrease  the  contract 
amount  by  $2,755,884  and  increase  the  duration  by  22  consecutive  calendar  days,  to  adjust  bid 
item  quantities  to  match  actual  quantities  completed,  for  a  total  contract  amount  of  $567,780,360 
and  a  total  contract  duration  of  2,889  consecutive  calendar  days;  and 

WHEREAS,  The  Contract  Monitoring  Division  established  a  Local  Business  Enterprise 
(LBE)  subcontracting  requirement  of  5%  for  this  contract,  and  the  tinal  LBE  contract 
participation  was  5.64%;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUW37401,  Calaveras  Dam 
Replacement  Project;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  accepts  work  performed  for  Water  Enterprise 
Water  System  Improvement  Program-funded  Contract  No.  WD-2551  Calaveras  Dam 
Replacement  Project,  approves  Modification  No.  87  (Final)  decreasing  the  contract  amount  by 
$2,755,884  and  increasing  the  contract  duration  by  22  consecutive  calendar  days  for  a  final 
contract  amount  of  $567,780,360  and  a  final  contract  duration  of  2,889  consecutive  calendar 
days;  and  authorizes  final  payment  to  the  contractor,  Dragados-USA,  Inc./  Flatiron  West, 
Inc./Sukut  Construction,  Inc.,  Joint  Venture. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  October  8,  2019 


Secretary ,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  19-0185 


WHEREAS,  Contract  work  has  been  completed  for  Contract  No.  WD-2833(E), 
Temporary  Construction  Bypass  of  Calaveras  Road  Landslide,  by  the  contractor,  Dragados  USA, 
Inc./Flatiron  West,  Inc./Sukut  Construction,  Inc.  Joint  Venture;  and 

WHEREAS,  On  February  27,  2017,  the  General  Manager  of  the  San  Francisco  Public 
Utilities  Commission  (SFPUC),  with  the  written  concurrence  and  approval  of  the  Commission 
President,  issued  a  Declaration  of  Emergency  under  Chapter  6  of  the  Administrative  Code  to 
enter  into  emergency  contract  to  construct  a  temporary  road  around  the  section  of  Calaveras 
Road  damaged  from  the  landslide  on  January  10,  2017,  and  to  provide  access  to  the  Calaveras 
Dam  Replacement  Project;  and 

WHEREAS,  On  April  4,  2017,  by  Resolution  No.  110-17,  the  San  Francisco  Board  of 
Supervisors  approved  the  Declaration  of  Emergency;  and 

WHEREAS,  On  April  14,  2017,  the  Mayor  certified  that  the  foregoing  Resolution  was 
adopted  by  the  San  Francisco  Board  of  Supervisors  on  April  4,  2017;  and 

WHEREAS,  On  March  13,  2017,  the  SFPUC  issued  a  work  authorization  letter  to  the 
contractor  to  commence  work  on  the  project,  subject  to  the  emergency  provisions  of  the 
Administrative  Code  Section  6.60.  The  emergency  contract  was  formally  executed  on  May  10, 
2017  with  a  not-to-exceed  contract  amount  of  $1,260,959  and  a  contract  duration  of  60 
consecutive  calendar  days;  and 

WHEREAS,  The  contract  work  was  completed  in  60  consecutive  days  on  May  1 1,  2017; 

and 


WHEREAS,  The  emergency  contract  is  exempt  from  the  requirements  of  the 
Administrative  Code  Chapter  14b,  and  therefore  the  Local  Business  Enterprise  subcontracting 
requirement  is  not  applicable  to  this  contract;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUW37401  -  Calaveras  Dam 
Replacement  Project;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  accepts  work  performed  by  Dragados  USA, 
Inc./Flatiron  West,  Inc./Sukut  Construction,  Inc.  Joint  Venture  for  Water  Enteiprise  Water 
System  Improvement  Program-funded  Contract  No.  WD-2833(E),  Temporary  Construction 
Bypass  of  Calaveras  Road  Landslide,  for  a  total  contract  amount  of  $1,260,959  and  a  total 
contract  duration  of  60  consecutive  calendar  days;  and  authorizes  final  payment  to  the  contractor. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  October  8,  2019. 


Secretary ,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


19-0186 


WHEREAS,  On  February  28,  2017,  pursuant  to  San  Francisco  Public  Utilities 
Commission  (SFPUC)  Resolution  No.  17-0035,  this  Commission  approved  the  award  of 
Wastewater  Enterprise,  Sewer  System  Improvement  Program  (SSIP)  funded  Contract  No.  WW- 
610R,  Visitacion  Valley  Green  Nodes,  Rutland  Street  Sewer,  and  Sunnydale  Pavement 
Improvements  to  Minerva  Construction  Inc.  with  an  original  contract  amount  of  $3,483,944  and 
a  contract  duration  of  368  consecutive  calendar  days;  and 

WHEREAS,  On  July  10,  2018,  this  Commission  adopted  Resolution  18-0114  to  increase 
the  existing  36-day  contract  duration  contingency  by  60  calendar  days  for  a  total  contract 
duration  contingency  of  96  consecutive  calendar  days;  and 

WHEREAS,  On  June  25,  2019,  this  Commission  adopted  Resolution  No.  19-0125  to 
accept  work  performed  by  Minerva  Construction,  Inc,  approve  Modification  No.  4  (Final),  and 
authorize  final  payment  to  the  contractor;  and 

WHEREAS,  Resolution  No.  19-0125  incorrectly  stated  that  Modification  No.  4  increased 
the  contract  duration  by  75  calendar  days  for  a  total  final  contract  duration  of  476  calendar  days, 
when  in  fact  Modification  No.  4  increased  the  duration  by  112  days  for  a  final  total  contract 
duration  of  513  calendar  days;  and 

WHEREAS,  Funds  are  available  from  the  following  four  sources:  (1)  Project  No. 
CWWSIPFCDB04,  SFPUC-SSIP  Green  Infrastructure,  (2)  Project  No.  CWWSIPCSSR12, 
SFPUC-SSIP  Sewer,  (3)  Project  No.  2490J,  San  Francisco  Public  Works  Paving,  and  (4) 
Project  No.  2446J,  San  Francisco  Recreation  and  Park  Department;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  ratifies  the  correction  of  the  contract  duration 
for  Modification  No.  4  (Final)  approved  in  Resolution  No.  19-0125,  to  state  that  Modification 
No.  4  (Final)  for  Wastewater  Enterprise,  SSIP-funded  Contract  No.  WW-610R,  Visitacion 
Valley  Green  Nodes,  Rutland  Street  Sewer,  and  Sunnydale  Pavement  Improvements  increased 
the  contract  duration  by  1 12  calendar  days  for  a  final  total  contract  duration  of  513  consecutive 
calendar  days,  with  no  change  to  the  final  approved  contract  amount  of  $3,983,864. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  October  8,  2019. 


Secretary ,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


19-0187 


WHEREAS,  Construction  has  been  completed  for  Contract  No.  WW-612,  Various 
Locations  Sewer  Replacement  and  Pavement  Renovation,  by  the  contractor,  Precision 
Engineering  Inc.;  and 

WHEREAS,  On  June  23,  2015,  by  Resolution  No.  15-0144,  this  Commission  awarded 
Contract  No.  WW-612,  Various  Locations  Sewer  Replacement  and  Pavement  Renovation,  in  the 
amount  of  $4,832,001,  to  the  responsible  bidder  submitting  the  lowest  responsive  bid,  Precision 
Engineeringlnc.;  and 

WHEREAS,  The  construction  contract  Notice  To  Proceed  date  was  set  for  August  10, 
2015,  with  an  original  schedule  of  500  consecutive  calendar  days  and  the  contract  work  was 
completed  in  500  consecutive  calendar  days  on  December  21,  2016;  and 

WHEREAS,  The  original  contract  amount  was  for  $4,832,001;  and 

WHEREAS,  Modification  No.  1  (Final)  is  being  requested  to  decrease  the  contract 
amount  by  $60,401  to  adjust  bid  item  quantities  to  match  actual  quantities  completed,  for  a  final 
contract  amount  of  $4,77 1,600,  with  no  change  to  the  contract  duration;  and 

WHEREAS,  The  Contract  Monitoring  Division  has  determined  that  the  contractor 
exceeded  its  Local  Business  Enterprise  (LBE)  subcontracting  requirement  of  20%  by  achieving  a 
final  LBE  participation  of  20.33%;  and 

WHEREAS,  Funds  are  available  from  San  Francisco  Public  Utilities  Commission  Project 
No.  10015656,  Various  Locations  Sewer  Replacement  and  Department  of  Public  Works  (DPW) 
Project  No.  10002423,  Various  Locations  Pavement  Renovation;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  accepts  work  performed  for  Wastewater 
Enterprise,  Renewal  and  Replacement  and  DPW  Pavement  Renovation  Program-funded  Contract 
No.  WW-612,  Various  Locations  Sewer  Replacement  and  Pavement  Renovation,  approves 
Modification  No.  1  (Final)  decreasing  the  contract  amount  by  $60,401  for  a  total  contract  amount 
of  $4,771,600  and  a  total  contract  duration  of  500  consecutive  calendar  days,  and  authorizes  final 
payment  to  the  contractor.  Precision  Engineering  Inc. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  October  8,  2019 


Secretary ,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0188 


WHEREAS,  Construction  has  been  completed  for  Contract  No.  WW-623,  SOMA/Bernal 
Heights/Excelsior  Districts  Sewer  Replacement  and  Pavement  Renovation,  by  the  contractor, 
Precision  Engineering,  Inc.;  and 

WHEREAS,  On  May  10,  2016,  by  Resolution  No.  16-0083,  this  Commission  awarded 
Contract  No.  WW-623,  SOMA/Bernal  Heights/Excelsior  Districts  Sewer  Replacement  and 
Pavement  Renovation,  in  the  amount  of  $5,476,828,  to  the  responsible  bidder  submitting  the 
lowest  responsive  bid.  Precision  Engineering,  Inc.';  and 

WHEREAS,  The  construction  contract  Notice-to-Proceed  date  was  set  for  July  11,  2016, 
with  an  original  schedule  of  360  consecutive  calendar  days  and  the  contract  work  was  completed 
in  413  consecutive  calendar  days  on  August  27,  2017;  and 

WHEREAS,  The  original  contract  amount  was  for  $5,476,828;  and 

WHEREAS,  Modification  Nos.  1-2  were  issued  for  $11,247  (within  the  10% 
contingency)  to  delete  the  construction  of  the  curb  ramps  at  the  Northeast  corner  of  Diamond 
Street  and  Cesar  Chavez  Street  and  increase  contract  bid  item  quantity  to  match  actual  quantities 
installed,  increasing  the  contract  amount  to  $5,488,075,  with  no  change  to  contract  duration;  and 

WHEREAS,  On  September  26,  2017,  by  Resolution  No.  17-0206,  this  Commission 
approved  an  increase  of  20  days  to  the  contract  duration  contingency  for  a  total  contract  duration 
contingency  of  up  to  56  consecutive  calendar  days;  and 

WHEREAS,  Modification  Nos.  3-7  were  issued  (1)  increasing  the  contract  by  $98,617 
(within  the  10%  contingency)  to  delete  the  construction  of  the  curb  ramps  and  street  pavement  at 
the  intersection  of  Rhode  Island  and  24th  Streets  and  increase  contract  bid  item  quantities  to 
match  actual  quantities  installed,  and  (2)  increasing  contract  duration  by  53  consecutive  calendar 
days  due  to  adverse  weather  and  time  needed  to  schedule  MUNI  support  services  to  de-energize 
the  existing  overhead  electric  wires  and  complete  all  contract  work,  for  a  total  contract  amount  ot 
$5,586,692  and  total  contract  duration  of  413  consecutive  calendar  days;  and 

WHEREAS,  The  Contract  Monitoring  Division  (CMD)  has  determined  that  the 
contractor  has  substantially  complied  with  the  CMD  subcontracting  requirement  by  achieving  a 
final  LBE  participation  rate  of  18.73%;  and 

WHEREAS,  Funds  are  available  from  the  San  Francisco  Public  Utilities  Commission 
(SFPUC)  Wastewater  Enterprise  (WWE),  Renewal  and  Replacement  (R&R)  Project  No. 
10015662  -  SOMA/Bernal  Heights/Excelsior  Districts  Sewer  Replacement  and  the  San 
Francisco  Department  of  Public  Works  (DPW)  Project  No.  10002464  —  SOMA/Bernal 
Heights/Excelsior  Districts  Pavement  Renovation;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  accepts  work  performed  by  Precision 
Engineering,  Inc.  for  WWE,  R&R  and  DPW  Pavement  Renovation  Program-funded  Contract 
No.  WW-623,  SOMA/Bernal  Heights/Excelsior  Districts  Sewer  Replacement  and  Pavement 
Renovation,  for  a  total  contract  amount  of  $5,586,692,  and  with  a  total  contract  duration  of  413 
consecutive  calendar  days,  and  authorizes  final  payment  to  the  contractor. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  October  8 ,  2019 


Secretary ,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0189 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  advertised 
Wastewater  Enterprise  (WWE),  Renewal  and  Replacement  (R&R)  Program  funded  Contract  No. 
WW-692,  As-Needed  Spot  Sewer  Replacement  No.  39,  on  May  15,  2019;  and 

WHEREAS,  The  Engineer’s  Estimate  is  $9,100,000  for  this  construction  contract  work  to 
replace  localized  sections  of  existing  sewer  piping,  on  an  as-needed  basis,  at  locations  to  be 
determined  throughout  the  City  of  San  Francisco;  and 

WHEREAS,  The  contract  duration  is  400  consecutive  calendar  days;  and 

WHEREAS,  Two  (2)  bids  were  received  and  opened  publicly  on  July  1 1,  2019;  and 

WHEREAS,  SFPUC  and  Contract  Monitoring  Division  (CMD)  staff  review  of  the  bids 
for  qualifications,  responsibility,  responsiveness,  and  application  of  bid  preferences  resulted  in 
the  establishment  of  Precision  Engineering,  Inc.  as  the  responsible  bidder  submitting  the  lowest 
responsive  bid;  and 

WHEREAS,  CMD  established  a  Local  Business  Enterprise  (LBE)  subcontracting 
requirement  of  7%  for  this  contract,  and  te  contractor  committed  to  a  LBE  participation  of  7.26% 
with  its  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City’s  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
responsible  bidder  with  the  next  lowest  bid,  or  in  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  Project  No.  Project  No.  10034354,  As-Needed 
Spot  Sewer  Replacement  No.  39;  and 

WHEREAS,  This  contract  does  not  fall  within  the  definition  of  a  project  under  the 
California  Environmental  Quality  Act  Guidelines  Section  15378(b)(4);  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  WWE,  R&R  Program-funded  Contract  No.  WW-692,  As-Needed  Spot  Sewer 
Replacement  No.  39,  in  the  amount  not-to-exceed  $8,176,960,  and  with  a  duration  ot  400 
consecutive  calendar  days  (approximately  one  year  and  one  month),  to  the  qualified  bidder 
submitting  the  lowest  responsive  bid,  Precision  Engineering,  Inc. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  October  8,  2019. 


Secretary ,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0190 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  is  targeting  onsite 
water  reuse  in  large  new  developments  to  help  meet  the  goal  of  developing  an  additional  10 
million  gallons  per  day  of  local  water  resources;  and 

WHEREAS,  In  June  2012,  by  Resolution  12-0103,  the  Commission  approved  a  grant 
program  for  retail  water  customers  to  make  the  best  use  of  non-potable  supplies  for  onsite  water 
reuse  in  buildings,  referred  to  herein  as  the  Non-potable  Grant  Program;  and 

WHEREAS,  In  2013,  by  Resolution  13-01 15,  the  Commission  expanded  the  Non-potable 
Grant  Program  to  provide  grant  assistance  beginning  in  FY  13/14  to  district-scale  (multi-parcel) 
non-potable  water  projects  that  treat  and  share  non-potable  water  between  two  or  more  parcels; 
and 

WHEREAS,  In  2015,  by  Resolution  15-0206,  the  Commission  approved  modifications  to 
the  Non-potable  Grant  Program  to  reflect  the  Non-potable  Water  Ordinance,  S.F.  Health  Code 
Article  12C,  transitioning  from  a  voluntary  to  a  mandatory  program;  and 

WHEREAS,  Properties  or  developments  that  are  required  by  the  City’s  Non-potable 
Water  Ordinance  to  install  non-potable  onsite  systems  are  not  eligible  for  grant  funding  under  the 
Grant  Program;  and 

WHEREAS,  In  2018,  by  Resolution  18-0118,  the  Commission  approved  modifications  to 
the  Non-potable  Grant  Program  to  allow  grant  funding  of  up  to  $100,000  for  projects  that  replace 
at  least  450,000  gallons  of  potable  water  per  year,  allowing  buildings  with  existing  dual- 
plumbing  and  smaller  buildings  that  are  voluntarily  installing  an  onsite  non-potable  water  system 
to  be  eligible  for  grant  assistance;  and 

WHEREAS,  By  Resolution  18-0118,  the  Commission  also  approved  modifications  to  the 
Non-potable  Grant  Program  to  allow  breweries  to  collect,  treat,  and  use  brewery  process  water  for  non- 
potable  applications  such  as  tank  rinses,  bottle  rinses,  packaging,  clean-in-place,  and  production;  and 

WHEREAS,  SFPUC  staff  now  recommends  further  modifying  the  Grant  Program  to  (1) 
change  the  name  of  the  program  to  the  Onsite  Water  Reuse  Grant  Program,  (2)  expand 
requirements  for  brewery  process  water  treatment  systems,  (3)  make  non-substantive  corrections 
or  modifications  ot  the  Grant  Program  Rules,  and  (4)  authorize  the  General  Manager,  in 
consultation  with  the  City  Attorney,  to  approve  future  modifications  to  the  Grant  Program  Rules 
that  do  not  do  not  materially  increase  the  obligations  or  liabilitiesof  the  City  and  that  do  not 
change  the  Rules’  approved  maximum  grant  funding  amounts  for  eligible  projects;  and 


WHEREAS,  A  copy  of  the  proposed  modifications  to  the  Grant  Program  Rules  is  on  tile  with 
the  Commission  Secretary  and  was  presented  to  the  Commission  at  its  October  8,  2019  meeting; 
and 


WHEREAS,  The  the  default  term  for  these  grant  agreements  is  10  years  and  requires  the 
grantee  to  (1)  operate  and  maintain  the  project  for  10  years,  which  is  reasonably  related  to  the 
useful  life  for  these  systems,  and  (2)  record  against  the  subject  property  a  Declaration  of 
Restrictions  notifying  subsequent  property  owners  of  the  obligations  to  operate  and  maintain  the 
system;  and 

WHEREAS,  If  the  General  Manager  determines  that  a  longer  operation  and  maintenance 
obligation  is  warranted  for  a  particular  grant  project,  the  General  Manager  may  seek  Board  of 
Supervisors  approval  for  a  grant  agreement  term  in  excess  of  10  years  pursuant  to  Charter 
Section  9.1 18;  and 

WHEREAS,  The  estimated  budget  for  the  proposed  grant  assistance  will  be  appropriated 
in  each  fiscal  year,  and  grants  awarded,  subject  to  availability  of  funds;  and 

WHEREAS,  Funds  are  available  in  the  Retrofit  Grant  Program  Project  10025211;  and 

WHEREAS,  Grant  applications  are  accepted  based  on  availability  of  funds  and  on  a  first 
come,  first  served  basis;  and 

WHEREAS,  Modification  of  the  Non-potable  Grant  Program  does  not  constitute  a 
project  under  California  Environmental  Quality  Act  Guidelines  Section  15378(b)(4)  because  the 
Non-potable  Grant  Program  creates  a  government  funding  mechanism  which  does  not  involve 
commitment  to  any  specific  project  which  may  result  in  a  physical  change  in  the  environment; 
now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  modification  of  the  Non- 
potable  Grant  Program  Rules  as  set  forth  in  the  redlined  document  presented  to  the  Commission 
on  September  24,  2019  and  on  file  with  the  Commission  Secretary  to  (1)  change  the  name  of  the 
program  to  the  Onsite  Water  Reuse  Grant  Program,  (2)  expand  requirements  for  brewery  process 
water  treatment  systems,  and  (3)  make  non-substantive  corrections  or  modifications;  and  be  it 

FURTHER  RESOLVED,  That  This  Commission  hereby  delegates  to  the  General 
Manager  the  authority  to  make  future  modifications  to  the  Onsite  Water  Reuse  Grant  Program 
Rules  that  the  General  Manager  determines,  in  consultation  with  the  City  Attorney,  are  in  the 
best  interest  of  the  City,  do  not  materially  increase  the  obligations  or  liabilities  of  the  City  or 
SFPUC,  are  necessary  or  advisable  to  effectuate  the  purposes  and  intent  of  the  Grant  Program  or 
this  resolution,  and  are  in  compliance  with  all  applicable  laws,  including  the  City  Charter, 
provided  that  any  proposed  changes  to  the  Rules  pertaining  to  the  maximum  dollar  grant  amount 
available  for  eligible  projects  shall  require  Commission  approval;  and  be  it 


FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager 
or  his  or  her  designee  to  execute  Grant  Agreements  with  terms  of  up  to  ten  years  with  applicants 
who  satisfy  the  Grant  Program  Rules,  as  amended  on  September  24,  2019,  and  to  seek  Board  of 
Supervisors  approval  for  a  grant  agreement  term  in  excess  of  10  years  pursuant  to  Charter 
Section  9.1 18  if  the  General  Manager  determines  that  a  longer  term  is  warranted  for  a  particular 
grant  or  grants,  subject  to  availability  of  funding. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  October  8,  2019. 


Secretary ,  Public  Utilities  Commission 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


19-0191 


WHEREAS,  In  2016,  the  San  Francisco  Board  of  Supervisors  adopted  Ordinance  No. 
100-16,  which  revised  Article  12A  of  the  San  Francisco  Health  Code,  Backflow  Prevention,  to 
regulate  cross-connection  and  backflow  prevention  requirements  to  protect  the  public  water 
system  by  replacing  obsolete  requirements  with  requirements  consistent  with  current  state  and 
federal  drinking  water  quality  laws;  and 

WHEREAS,  On  September  13,  2016,  by  Commission  No.  Resolution  16-0184,  this 
Commission  approved  adding  a  new  Section  G,  Cross-Connection  Control,  to  the  SFPUC’s 
Rules  and  Regulations  Governing  Water  Service  to  Customers  to  implement  the  updated 
provisions  of  Health  Code  Article  12A;  and 

WHEREAS,  SFPUC  staff  has  proposed  revisions  to  Section  G  which  are  attached  hereto 
and  on  file  with  the  Commission  Secretary  to  provide  clearer  requirements,  based  on  stakeholder 
feedback,  and  add  three  new  provisions:  (1)  inspection  requirements  for  new  water  services  to 
conform  with  revised  City  Distribution  Division  procedures,  (2)  emergency  cross-connection 
response  plan  for  standard-plumbed  systems,  and  (3)  variance  procedures;  and 

WHEREAS,  The  revised  Section  G,  Cross-Connection  Control,  of  the  Rules  and 
Regulations  Governing  Water  Service  to  Customers,  will  improve  implementation  of  Health 
Code  Article  12A  and  enhance  the  protection  of  public  water  from  potential  contaminants;  now, 
therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  adopts  the  revised  Section  G,  Cross- 
Connection  Control,  of  the  SFPUC’s  Rules  and  Regulations  Governing  Water  Service  to 
Customers  in  the  form  attached  hereto  and  on  file  with  the  Commission  Secretary,  effective  as  of 
the  date  of  this  resolution. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  October  8,  2019 


Secretary ,  Public  Utilities  Commission 


■  '  '  ■  . 
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REVISED  SECTION  G  -  CROSS-CONNECTION  CONTROL 
(effective  October  8,  2019) 


Contents 

1 .  Applicability 

2.  Definitions 

3.  Backflow  Prevention  Requirements 

4.  Installation  Requirements  for  Backflow  Preventers 

5.  Inspection  Requirements  for  New  Water  Services  (new) 

6.  Permits  to  Operate 

7.  Companies  Employing  Authorized  Backflow  Prevention  Assembly  Testers  and  Authorized 

Cross-Connection  Control  Specialists 

8.  Testing,  Inspection  and  Repair  Requirements  for  Backflow  Preventers 

9.  Backflow  Tag  Sales 

10.  Inspection  and  Testing  Requirements  for  Dual-Plumbed  Systems 

1  !.  Emergency  Cross-Connection  Response  Plan  for  Dual-Plumbed  Systems 

12.  Emergency  Cross-Connection  Response  Plan  for  Standard-Plumbed  Systems  (new) 

13.  Water  User  Supervisor 

14.  Inspections  and  Notices 

15.  Enforcement,  Violations  and  Penalties 

16.  Variances  (new) 

Rule  1. 

Applicability 

a)  As  a  condition  of  receiving  water  service  from  the  public  water  system,  all  property  owners 
shall  comply  with  Section  G.  This  section  is  promulgated  in  conformance  with  the  California 
Code  of  Regulations,  Title  17,  Division  1,  Chapter  5,  Subchapter  1,  Group  4;  California 
Health  and  Safety  Code  Division  104,  Part  12,  Chapter  5,  Article  2,  section  1 16800;  and  San 
Francisco  Health  Code,  Article  12A. 

b)  Property  owners  shall  install  an  approved  backflow  preventer  at  the  service  connection 
wherever  any  of  the  following  conditions  exists: 

i.  Wastewater  pumping  and/or  treatment  plants. 

ii.  Hazardous  substances  handled  in  any  way  the  substances  could  enter  the  potable  water 
system. 

iii.  Auxiliary  water  supply. 

iv.  Dual-plumbed  property. 

v.  Intricate  plumbing  and  piping  arrangements. 

vi.  Repeated  history  of  cross-connections  being  established  or  re-established. 

vii.  Dockside  watering  points  or  marine  facilities. 

viii.  Dedicated  irrigation  service. 

ix.  Fire  protection  systems. 

x.  Buildings  whose  highest  point  is  equal  to  or  greater  than  40  feet  in  height  above  the 
point  of  connection. 

xi.  Inadequate  backflow  prevention  for  any  on-site  processes  that  the  General  Manager 
identifies  as  requiring  additional  protection  from  backflow. 
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xii.  Entry  to  a  property  or  parts  of  a  property  is  restricted  so  that  cross-connection 
inspections  cannot  be  made  with  sufficient  frequency  or  at  sufficiently  short  notice  to 
assure  that  cross-connections  do  not  exist. 

xiii.  Multiple  standard  service  connections,  at  least  one  of  which  requires  backflow 
protection  for  containment. 

xiv.  Water  storage  facility  not  under  control  of  the  public  water  system. 

xv.  Any  other  on-site  hazard  that  the  General  Manager  identifies  as  requiring  abatement  for 
the  protection  of  the  public  water  system. 

Rule  2. 

Definitions 

The  terms  used  in  this  section  have  the  following  meanings. 

a)  Annual  License  Fee:  License  fee  paid  annually  to  the  Tax  Collector  pursuant  to  as  provided 
in  the  San  Francisco  Business  and  Tax  Regulations  Code,  Section  249.24. 

b)  Applicant:  A  person  who  seeks  to  obtain  a  permit  to  operate  from  the  General  Manager,  or 
his  or  her  designee,  under  San  Francisco  Flealth  Code  Article  12A. 

c)  Approved  Air  Gap  separation  (AG):  a  physical  break  between  the  water  supply  line  and  a 
receiving  vessel  that  has  been  approved  for  such  use  by  the  General  Manager  and  is  in  proper 
working  order.  The  air  gap  must  be  located  outside  of  the  receiving  vessel,  be  above  grade, 
and  be  visible  for  inspection.  The  air  gap  must  meet  all  requirements  set  forth  in  the 
California  Plumbing  Code,  Chapter  6,  section  603. 

d)  Approved  backflow  prevention  assembly:  an  assembly  used  to  prevent  the  backflow  of 
substances  into  the  public  water  system.  The  assembly  must  be  approved  for  such  use  by  the 
University  of  Southern  California  Foundation  for  Cross-Connection  Control  and  Flydraulic 
Research,  or  comparable  organization  approved  by  the  General  Manager,  and  be  in  proper 
working  order. 

e)  Authorized  Backflow  Prevention  Assembly  Tester:  any  person  who  possesses  a  valid 
certification  to  test,  repair  and  maintain  backflow  prevention  assemblies  and  is  authorized  by 
the  General  Manager  to  do  such  work  in  the  City  in  accordance  with  these  rules  and 
regulations. 

f)  Authorized  Cross-Connection  Control  Specialist:  any  person  who  possesses  a  current 
certification  to  administer  a  cross-connection  control  test  and  to  conduct  site  surveys  to 
assess  cross-connection  control  requirements  and  is  authorized  by  the  General  Manager  to  do 
such  work  in  the  City  in  accordance  with  these  rules  and  regulations. 

g)  Authorized  Representative:  a  person  designated  by  a  company  employing  Authorized 
Backflow  Prevention  Assembly  Testers  or  Authorized  Cross-Connection  Control  Specialists 
to  purchase  backflow  tags  on  behalf  of  the  company. 

h)  Auxiliary  water:  any  water  other  than  potable  water  received  from  the  public  water  system. 
This  category  includes,  but  is  not  limited  to,  municipally  supplied  recycled  water, 
wastewater,  graywater,  groundwater,  rainwater,  foundation  drainage,  black  water,  and 
alternate  water  sources  as  defined  in  San  Francisco  Health  Code  Article  12C  and 
accompanying  rules  and  regulations. 

i)  Backflow:  the  flow,  from  any  source  or  sources,  of  water  that  is  of  unknown  or  questionable 
safety  for  human  consumption  or  of  other  liquids,  gases,  mixtures  or  other  substances  into  the 
public  water  system. 
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j)  Backflow  preventer:  approved  backflow  prevention  assembly  or  approved  air  gap 
separation. 

k)  Backflow  tag:  tag  provided  by  the  General  Manager  to  be  affixed  to  a  backflow  preventer 
after  it  has  passed  testing  by  an  Authorized  Backflow  Prevention  Assembly  Tester. 

l)  CCAMS:  San  Francisco  Public  Utilities  Commission’s  Cross-Connection  Assembly 
Management  System  database. 

m)  City:  City  and  County  of  San  Francisco. 

n)  Containment:  Protection  from  backflow  at  the  service  connection. 

o)  Cross-connection:  any  unprotected  actual  or  potential  connection  between  any  part  of  a 
potable  water  system  used  or  potentially  used  to  supply  water  for  drinking  purposes  and  any 
source  or  system  containing  water  or  any  other  substance  that  is  not  or  cannot  be  approved  as 
safe,  wholesome  and  potable. 

p)  Cross-connection  control  survey:  an  inspection  ot  all  parts  of  a  property  served  by  the 
public  water  system  to  identify  potential  cross-connections. 

q)  Cross-connection  test:  a  test  administered  by  an  Authorized  Cross-Connection  Control 
Specialist  to  verify  that  no  physical  uncontrolled  connection  exists  between  the  potable  water 
piping  and  any  auxiliary  water  piping  system. 

r)  Customer:  The  person  or  entity  listed  as  the  customer  of  record  in  the  Customer  Services 
Bureau  database. 

s)  Customer  Services  Bureau:  Customer  Services  Bureau  of  the  San  Francisco  Public  Utilities 
Commission. 

t)  Department  of  Building  Inspection:  San  Francisco  Department  ot  Building  Inspection. 

u)  Double-Check  valve  backflow  prevention  assembly  (DC):  an  assembly  of  at  least  two 
independently  acting  check  valves  including  tightly  closing  shut-otf  valves  on  each  side  ot 
the  check  valve  assembly  and  test  cocks  available  for  testing  the  water-tightness  of  each 
check  valve. 

v)  Double-Check  Detector  backflow  prevention  Assembly  (DCDA):  an  assembly  consisting 
of  a  line-sized  approved  double-check  valve  assembly  with  a  bypass  containing  a  specific 
water  meter  and  an  approved  double-check  valve  assembly. 

w)  Double-Check  Detector  backflow  prevention  Assembly  type  II  (DCDA-II):  an  assembly 
consisting  of  a  line-sized  approved  double-check  valve  assembly  with  a  bypass  around  the 
second  check  containing  a  specific  water  meter  and  a  check  valve. 

x)  Dual-plumbing:  a  system  that  utilizes  separate  piping  systems  for  auxiliary  water  and 
potable  water  within  a  property. 

y)  First  certificate  of  occupancy:  either  a  temporary  certificate  of  occupancy  or  a  Certificate 
of  Final  Completion  and  Occupancy  as  defined  in  San  Francisco  Building  Code  Section 
109A,  whichever  is  issued  first. 

z)  General  Manager:  General  Manager  of  the  San  Francisco  Public  Utilities  Commission,  or 
any  individual  or  City  agency  designated  by  the  General  Manager  to  act  on  his  or  her  behalf. 
The  Water  Quality  Division  Director  is  designated  to  act  for  the  General  Manager  in  relation 
to  Section  G  of  these  rules  and  regulations. 

aa)  On-site  hazard:  any  actual  or  potential  hazard  to  the  public  water  supply  that  may  be  created 
as  a  result  of  conditions  existing  on  a  property. 

bb)  Permit  to  Operate:  permit  to  work  as  an  Authorized  Backflow  Prevention  Assembly  Tester 
or  Authorized  Cross-Connection  Control  Specialist. 
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cc)  Permittee:  Someone  who  holds  a  valid  permit  to  operate  under  San  Francisco  Health  Code 
Article  12A  granted  by  the  General  Manager  or  his  or  her  designee.  Permittees  are 
responsible  tor  maintaining  their  permits  and  complying  with  all  City  rules  and  regulations 
related  to  cross-connection  control. 

dd)  Point  of  connection:  the  customer's  water  meter,  except  for  dedicated  fire  services,  for 
which  the  point  ot  connection  is  the  junction  of  the  water  supply  lateral  and  the  customer’s 
fire  protection  system. 

ee)  Pressure  Vacuum  Breaker  (PVB):  an  assembly  containing  an  independently  operating, 
internally  loaded  check  valve  and  an  independently  operating  loaded  air  inlet  valve  located 
on  the  discharge  side  ot  the  check  valve.  The  assembly  must  be  equipped  with  properly 
located  resilient  seated  test  cocks  and  tightly  closing  resilient  seated  shutoff  valves  attached 
at  each  end  of  the  assembly. 

tO  Property:  parcel,  premises,  building,  or  other  structure  that  receives  potable  water  from  the 
public  water  system. 

gg)  Property  owner:  the  legal  owner  of  a  property  with  a  water  service  connection. 

hh)  Public  Water  System  (PWS):  the  potable  water  system  operated  and  maintained  by  the  San 
Francisco  Public  Utilities  Commission. 

ii)  Reduced  Pressure  principle  backflow  prevention  assembly  (RP):  a  backflow  prevention 
assembly  incorporating  not  less  than  two  check  valves,  an  automatically  operated  differential 
relief  valve  located  between  the  two  check  valves,  a  tightly  closing  shut-off  valve  on  each 
side  ot  the  check  valve  assembly,  and  that  is  equipped  with  necessary  test  cocks  for  testing. 

jj)  Reduced  Pressure  principle  Detector  Assembly  (RPDA):  a  backflow  prevention  assembly 
composed  ot  a  line-size  approved  reduced  pressure  principle  backflow  prevention  assembly 
with  a  specitic  bypass  containing  a  specitic  water  meter  and  an  approved  reduced  pressure 
principle  backflow  prevention  assembly. 

kk)  Reduced  Pressure  principle  Detector  Assembly  type  II  (RPDA-II):  a  backflow  prevention 
assembly  composed  of  a  line-size  approved  reduced  pressure  principle  backflow  prevention 
assembly  with  a  specific  bypass  around  the  second  check  valve  containing  a  specific  water 
meter  and  an  approved  check  valve. 

11)  SFDPH-EHB:  San  Francisco  Department  of  Public  Health,  Environmental  Health  Branch. 

mm)  SFPUC:  San  Francisco  Public  Utilities  Commission. 

nn)  USC  FCCCHR:  University  of  Southern  California  Foundation  for  Cross-Connection 
Control  and  Hydraulic  Research. 

oo)  Water  Quality  Division:  Water  Quality  Division  of  the  San  Francisco  Public  Utilities 
Commission. 

pp)  Water  service  connection:  a  connection  to  the  public  water  system. 

qq)  Water  user  supervisor  (site  supervisor):  A  person  designated  to  be  responsible  for  the 
avoidance  of  cross-connections  during  the  installation,  operation  and  maintenance  of  a 
property's  pipelines  and  equipment. 

Rule  3. 

Backflow  Prevention  Requirements 

a)  All  backflow  preventers  and  associated  pipe,  fittings,  solder  and  flux  must  be  “lead-free”  as 
defined  in  the  California  Health  and  Safety  Code,  section  1 16875.  This  requirement  does  not 
apply  to  dedicated  fire  services,  the  fire  service  line  on  combination  services,  or  irrigation 
and  industrial  systems. 
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b)  The  types  of  backflow  protection  that  may  be  used  for  containment  at  permanent  connections 
to  the  public  water  system,  listed  according  to  increasing  level  of  protection,  are  double¬ 
check  valve  backflow  prevention  assembly  (DC),  reduced  pressure  principle  backflow 
prevention  assembly  (RP),  and  air  gap  separation  (AG).  The  minimum  level  of  backflow 
protection  by  hazard  criterion  shall  be  as  described  in  Table  1 . 

i.  If  more  than  one  of  the  hazard  criteria  applies  to  a  property,  the  criterion  requiring  the 
greatest  degree  of  protection  shall  apply. 

ii.  If  an  assessment  of  a  property  cannot  be  made  to  determine  the  type  of  hazard  present, 
the  San  Francisco  Public  Utilities  Commission  (SFPUC)  shall  ensure  that  an  air  gap 
separation  is  installed. 

c)  For  isolation  of  a  hazard  within  a  property,  the  minimum  level  of  backflow  protection  shall 
be  as  set  forth  in  Chapter  6  of  the  California  Plumbing  Code,  except  that  an  RP  is  required  in 
the  situations  listed  in  Table  1 .  The  requirement  for  an  RP  is  at  the  direction  of  the  San 
Francisco  Department  of  Public  Health,  Environmental  Health  Branch  (SFDPH-EHB)  under 
its  authority  set  forth  in  California  Health  and  Safety  Code  Division  104,  Part  12,  Chapter  5, 
Article  2,  section  1 16800. 


Table  1:  Hazard  Criteria  and  Required  Backflow  Protection 
(Some  requirements  are  more  stringent  than  those  in  the  California  Plumbing  Code) 

Attention:  See  footnotes  for  important  information. 


Hazard  Criteria 

Required  Level  of 
Protection 

Part  1:  Containment 

Sewase  and  Hazardous  or  Potentially  Hazardous  Substances 

Properties  where  there  are  wastewater  treatment  processes,  handling 
and/or  pumping  equipment  (see  Part  II  of  this  table  for  isolation 
requirements) 

AG  or  RP1 

Properties  where  hazardous  substances  are  handled  in  any  manner  in 
which  the  substance  may  enter  the  public  water  system  (PWS)  (see 

Part  II  of  this  table  for  isolation  requirements) 

AG  or  RP1 

Properties  with  a  piping  system  conveying  a  fluid  not  from  an 
approved  water  supply  that  is  interconnected  with  the  PWS  (see  Part 

II  of  this  table  for  isolation  requirements) 

AG  or  RP1 

Piping  system  conveying  a  fluid  not  from  an  approved  water  supply 
that  is  not  interconnected  with  the  PWS 

RP 

Properties  with  a  recreational  vehicle  dump  station  that  is 
interconnected  with  the  PWS  (see  Part  II  of  this  table  for  isolation 
requirements) 

AG  or  RP1 

Auxiliary  Water  Supplies  (Nonpotable) 

Properties  where  there  is  an  auxiliary  supply  that  is  interconnected 
with  the  PWS  (see  Part  II  of  this  table  for  isolation  requirements) 

AG  or  RP1 

Fire  Protection  Systems  

Properties  where  the  fire  protection  system  is  supplied  from  the  PWS 

and  interconnected  with  an  onsite  auxiliary  water  supply 

AG 
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Hazard  Criteria 

Required  Level  of 
Protection 

Properties  where  the  fire  protection  system  is  supplied  from  the  PWS 
with  no  interconnections  with  auxiliary  water  supplies 

DCDA  or  DCDA-II 

Properties  where  chemicals  are  injected  into  the  fire  system 

RPDA  or  RPDA-II 

Properties  under  the  jurisdiction  of  the  San  Francisco  Port  Authority 

RPDA  or  RPDA-II 

Marina  and  Port  Facilities  Under  Jurisdiction  of  Port  Authority 

Standard,  irrigation,  or  combination  services 

RP 

Properties  with  Multiple  Service  Connections  to  the  PWS 

Properties  with  multiple  standard  service  connections,  at  least  one  of 
which  requires  backflow  protection  for  containment 

Varies2 

Irrigation  Systems 

Properties  with  dedicated  irrigation  meters 

RP 

Properties  with  irrigation  systems  into  which  fertilizers,  herbicides, 
or  pesticides  are  or  can  be  injected 

RP 

Water  Storage  Facility  Not  under  Control  of  the  PWS 

Water  storage  facility  not  under  control  of  the  PWS 

AG 

Repeated  History  of  Cross-Connections 

Properties  where  there  is  a  repeated  history  of  cross-connections 
being  established  or  re-established 

RP  or  AG1’3 

Restricted  Entry 

Properties  where  entry  is  restricted  so  that  inspections  for  cross- 
connections  cannot  be  made  in  accordance  with  these  rules  and 
regulations 

RP 

Unabated  Internal  Cross-Connections 

Properties  where  internal  cross-connections  are  not  abated  in 
accordance  with  these  rules  and  regulations 

RP  or  AG1 

Buildings  Higher  than  40  Feet 

Properties  where  there  are  buildings  with  a  highest  point  equal  to  or 
greater  than  40  feet  in  height  above  the  point  of  connection 

DC 

Temporary  Construction  Meter,  Non-Standard  Service 

Connection  to  existing  water  service  line  during  construction 

RP 

Temporary  (Non-Fire)  Connections  to  Fire  Hydrants 

Connections  for  temporary  uses,  such  as  for  construction,  street 
sweeping,  or  water  supply  for  events 

RP  or  Single  swing- 
check  valve1,4 

Temporary  Connections  to  Fire  Hydrants  for  Firefighting 

Fire  trucks  that  are  connected  to  potable  hydrants  may  not  also  be 
connected  to  the  Auxiliary  Water  Supply  System 

Spring-loaded  check 
valve 

Part  II:  Isolation 

Sewage  and  Hazardous  or  Potentially  Hazardous  Substances:  at  the 
connection  of  potable  water  piping  within  a  facility  to  a  system 
conveying  a  fluid  that  is  not  potable 

AG 

Auxiliary  Water  Supplies  (Nonpotable):  All  auxiliary  water  except 
rainwater 

AG 

Auxiliary  Water  Supplies  (Nonpotable):  Rainwater 

RP 

Approved  October  8,  2019 


6 


Hazard  Criteria 

Required  Level  of 
Protection 

Carbonators  in  systems  with  upstream  copper  pipe 

AG  or  RP 

Industrial  water  chillers 

RP 

Notes  for  Table  1 : 

1  To  be  determined  by  the  Water  Quality  Division  based  upon  the  level  of  hazard. 

2  The  same  level  of  protection  must  be  provided  for  all  standard  service  connections;  the  level  of  protection  must 
address  the  highest  degree  of  hazard  on  the  property  that  cannot  be  isolated. 

3  A  water  user  supervisor  might  also  be  required. 

4  All  customer  plumbing  must  be  downstream  of  the  meter  and  valve  attached  to  a  hydrant. 

d)  Backflow  prevention  assembly  requirements  for  permanent  installations: 

i.  All  backflow  prevention  assemblies  must  be  testable  and  have  passed  laboratory  and  field 
evaluation  tests  performed  by  the  University  of  Southern  California  Foundation  for 
Cross-Connection  Control  and  Hydraulic  Research  (USC  FCCCHR)  or  comparable 
organization  approved  by  the  General  Manager. 

ii.  Assemblies  may  not  be  modified  in  any  way  or  installed  in  a  manner  that  differs  from  the 
configuration  tested  and  approved  by  the  recognized  testing  organization. 

iii.  Assemblies,  as  installed,  shall  be  field  tested  to  ensure  they  are  functioning  properly 
before  being  placed  into  service. 

e)  Air  gaps  shall  meet  the  requirements  set  forth  in  the  California  Plumbing  Code,  Chapter  6, 
section  603. 

Rule  4. 

Installation  Requirements  for  Backflow  Preventers 

a)  All  backflow  preventers  that  are  installed,  replaced  or  relocated  shall  be  under  permit  from 
the  Department  of  Building  Inspection,  Plumbing  Inspection  Division,  unless  the  facility  falls 
under  a  different  jurisdiction  (Port  of  San  Francisco,  Office  of  Statewide  Health  Planning  and 
Development,  or  state  Fire  Marshal). 

b)  All  backflow  preventers  for  containment  shall  be  installed  as  close  as  practical  but  in  any 
case  within  25  feet  of  the  downstream  side  of  the  point  of  connection  to  the  public  water 
system.  If  any  part  of  a  service  line  extends  over  bay  or  ocean  waters,  assemblies  must  be 
installed  upstream  of  the  seawall  (and  within  25  feet  of  the  point  of  connection). 

c)  No  water  connections  may  be  made  between  the  point  of  connection  and  a  backflow 
prevention  assembly.  Similarly,  no  appurtenances  may  be  installed  between  the  point  of 
connection  and  a  backflow  prevention  assembly,  except  that  a  Y  strainer  may  be  attached 
directly  to  the  number  1  shutoff  valve. 

d)  Assemblies  must  be  installed  in  the  orientation  intended  by  the  manufacturer  and  approved 
by  the  USC  FCCCHR  or  comparable  organization  approved  by  the  General  Manager. 

e)  All  backflow  preventers  shall  be  accessible  for  field  testing  and  maintenance. 

f)  RPs  must  be  a  maximum  of  36  inches  above  grade  as  measured  from  the  bottom  of  the 
assembly. 

g)  RPs  and  DCs  must  have  their  lowest  points  at  least  12  inches  above  grade. 

h)  RPs  and  DCs  must  have  side  clearances  of  at  least  12  inches.  On  the  side  of  the  assembly  that 
contains  the  test  cocks,  a  side  clearance  of  at  least  24  inches  is  recommended. 

i)  Assemblies  must  be  installed  so  that  the  make  and  serial  number  are  visible  in  a  readily 
accessible  location.  These  identifiers  must  not  be  painted  over  or  otherwise  made  illegible. 
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j)  Assemblies  may  not  be  installed  below  grade  in  pits  or  vaults. 

k)  If  an  enclosure  is  used,  the  enclosure  must  be  large  enough  or  removable  to  allow  tor 
testing/servicing. 

l)  When  an  RP  is  installed  indoors,  a  drain  funnel  must  also  be  installed  to  prevent  flooding. 

Rule  5. 

Inspection  Requirements  for  New  Water  Services 

a)  All  new  water  services  that  require  a  backflow  prevention  assembly  or  air  gap  at  the 
connection  to  the  public  water  system  must  receive  an  initial  and  final  inspection  by  the 
Water  Quality  Division.  The  property  owner  or  designee  must  call  (650)  652-3199  to 
schedule  these  inspections.  The  inspections  are  separate  from  those  required  by  other  San 
Francisco  agencies. 

b)  An  initial  inspection  is  required  after  a  backflow  prevention  assembly  or  air  gap  has  been 
installed  at  the  connection  to  the  public  water  system.  A  water  service  line  and  meter  will  not 
be  provided  until  the  backflow  preventer  has  passed  this  inspection. 

c)  A  final  inspection  is  required  within  48  hours  of  receiving  water  service.  If  this  inspection  is 
not  conducted,  water  service  will  be  turned  off  and  will  not  be  restored  until  the  final 
inspection  has  been  passed  and  necessary  fees  have  been  paid. 

Rule  6. 

Permits  to  Operate 

a)  A  valid  backflow  prevention  assembly  tester  permit  to  operate  is  required  for  anyone  testing 
backflow  prevention  assemblies  in  the  City  and  County  of  San  Francisco  (City). 

b)  A  valid  cross-connection  control  specialist  permit  to  operate  is  required  for  anyone  who 
administers  a  cross-connection  control  test  or  performs  a  site  survey  to  assess  cross- 
connection  control  requirements  in  the  City. 

c)  To  apply  for  a  permit  to  operate  as  an  Authorized  Backflow  Prevention  Assembly  Tester,  an 
applicant  must: 

i.  Submit  a  completed  application  form  and  application  fee. 

ii.  Provide  a  current  certification  as  a  backflow  prevention  assembly  tester  from  one  of  the 
following  organizations: 

•  American  Backflow  Prevention  Association 

•  American  Society  of  Sanitary  Engineers 

•  American  Water  Works  Association 

•  Northern  California  Backflow  Prevention  Association 

•  Other  organization  approved  by  the  General  Manager 

iii.  Provide  a  certificate  of  general  liability  insurance  in  full  force  and  effect,  at  his  or  her 
expense,  for  all  activities  performed  under  the  permit  to  operate,  unless  the  applicant  is  a 
City  employee.  Such  insurance  shall  include  coverage  for  bodily  injury,  personal  injury, 
including  death  resulting  therefrom,  and  property  damage  insurance,  with  limits  not  less 
than  $1  million  each  occurrence  combined  single  limit.  The  City,  its  officers  and 
employees  shall  be  named  as  additional  insureds  under  the  policy,  and  a  cross-liability 
clause  shall  be  attached.  Such  insurance  shall  provide  10-day  prior  written  notice  of 
cancellation,  non-renewal,  or  material  change  to  the  General  Manager  or  his  or  her 
designee. 
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iv.  Complete  a  written  examination  administered  by  the  General  Manager,  or  his  or  her 
designee,  with  a  passing  grade  of  at  least  70  percent. 

d)  To  apply  for  a  permit  to  operate  as  an  Authorized  Cross-Connection  Control  Specialist,  an 
applicant  must: 

i.  Submit  a  completed  application  form  and  application  fee. 

ii.  Provide  a  current  certification  as  a  cross-connection  control  specialist  from  one  of  the 
following  organizations: 

•  American  Backflow  Prevention  Association 

•  American  Society  of  Sanitary  Engineers 

•  American  Water  Works  Association 

•  Northern  California  Backflow  Prevention  Association 

•  Other  organization  approved  by  the  General  Manager 

iii.  Provide  a  certificate  of  general  liability  insurance  in  full  force  and  effect,  at  his  or  her 
expense,  for  all  activities  performed  under  the  permit  to  operate,  unless  the  applicant  is  a 
City  employee.  Such  insurance  shall  include  coverage  for  bodily  injury,  personal  injury, 
including  death  resulting  therefrom,  and  property  damage  insurance,  with  limits  not  less 
than  $1  million  each  occurrence  combined  single  limit.  The  City,  its  officers  and 
employees  shall  be  named  as  additional  insureds  under  the  policy,  and  a  cross-liability 
clause  shall  be  attached.  Such  insurance  shall  provide  10-day  prior  written  notice  of 
cancellation,  non-renewal,  or  material  change  to  the  General  Manager  or  his  or  her 
designee. 

e)  Permit  issuance:  Applicant  information  is  forwarded  to  the  Office  of  the  Treasurer  and  Tax 
Collector  for  payment  of  the  annual  license  fee.  The  permit  is  issued  upon  payment  of  the 
license  fee. 

t)  Annual  renewal:  To  maintain  a  permit  in  good  standing,  the  permittee  must: 

i.  Follow  all  procedures  in  the  SFPUC's  Manual  for  Cross-Connection  Control  and  the 
Instructions  for  Authorized  Backflow  Assembly  Testers  (testers  only).  These  documents 
may  be  periodically  updated  and  specify  current  policies  and  procedures  for  testers  and 
specialists. 

ii.  Maintain  all  documentation  required  under  these  rules  and  any  other  state  or  local  law; 
such  documentation  must  be  made  available  for  inspection  at  the  request  of  the  General 
Manager. 

iii.  Annually  pay  to  the  Office  of  the  Treasurer  and  Tax  Collector  of  the  City  and  County  of 
San  Francisco  the  annual  license  fee  set  forth  in  Section  249.24  of  the  San  Francisco 
Business  and  Tax  Regulation  Code.  Upon  the  failure  of  the  permittee  to  pay  such  fees, 
the  permit  to  operate  shall  be  considered  null  and  void  until  the  permittee  pays  the  fees 
and  any  penalties  that  might  be  assessed  by  the  General  Manager  or  his  or  her  designee. 

iv.  Provide  to  the  General  Manager  or  his  or  her  designee: 

•  Current  and  updated  original  certificate  of  general  liability  insurance 

•  Copy  of  a  renewed  certificate  of  competency  (if  the  previous  certificate  has  expired) 

v.  Authorized  Backflow  Assembly  Testers:  Attend  the  annual  tester  meeting  in  person  or 
complete  training  approved  or  provided  by  the  General  Manager  or  his  or  her  designee. 

g)  Permit  transfer:  Permits  are  issued  to  individual  persons  and  are  not  transferable.  If  a 
permittee  ceases  working  for  an  employer  that  held  the  permittee’s  certificate  of  liability 
insurance,  the  permittee  must  submit  valid  evidence  of  liability  insurance,  as  described  in 
c(iii)  above,  to  continue  working  in  the  City. 
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h)  Enforcement,  suspension  and  revocation  of  permits:  Any  permit  issued  under  these  rules  may 
be  revoked  or  suspended  by  the  General  Manager,  or  his  or  her  designee,  if  it  is  determined 
that  the  permittee  has: 

i.  Not  paid  the  annual  license  fee 

ii.  Violated  any  provision  of  San  Francisco  Health  and  Safety  Code  Article  12A  or 
regulation  issued  pursuant  to  Article  12A 

iii.  Engaged  in  conduct  in  connection  with  activities  covered  by  the  permit  to  operate  that 
violates  state  or  local  laws 

iv.  Engaged  in  a  material  misrepresentation  when  applying  for  a  permit 

i)  The  General  Manager,  or  his  or  her  designee,  may  not  suspend  or  revoke  a  permit  issued 
pursuant  to  San  Francisco  Health  Code  Article  12A  or  take  other  enforcement  action  against 
a  permittee  until  a  notice  of  violation  has  been  issued  and  the  permittee  is  provided  an 
opportunity  to  be  heard  and  respond  as  provided  in  these  Rules  and  Regulations. 
Notwithstanding,  the  General  Manager,  or  his  or  her  designee,  may  immediately  suspend  any 
permit  issued  under  Article  12A  pending  a  noticed  hearing  on  revocation  or  suspension 
when,  in  the  opinion  of  the  General  Manager  or  his  or  her  designee,  the  public  health  or 
safety  requires  such  immediate  suspension.  Any  affected  permittee  shall  be  given  notice  ot 
such  immediate  suspension  in  writing  delivered  to  the  permittee  in  person  or  by  registered 
letter. 

j)  Violations  and  administrative  penalties:  Any  permittee  who  violates  any  provision  of  San 
Francisco  Health  Code  Article  12A  or  these  Rules  and  Regulations  may  be  subject  to 
suspension  or  revocation  of  the  permittee's  permit  to  operate.  Citations  will  be  served  to  the 
permittee  in  a  manner  consistent  with  Chapter  100  of  the  San  Francisco  Administrative  Code, 
which  will  govern  the  procedures  for  imposition,  enforcement,  and  administrative  review  of 
administrative  citations  issued. 

k)  Appeals:  The  final  decision  of  the  General  Manager,  or  his  or  her  designee,  to  grant,  deny, 
suspend,  or  revoke  a  permit,  as  provided  in  San  Francisco  Health  Code  Article  12A,  may  be 
appealed  to  the  Board  of  Appeals  in  the  manner  prescribed  in  San  Francisco  Business  and 
Tax  Regulations  Code  Article  1. 

Rule  7. 

Companies  Employing  Authorized  Backflow  Prevention  Assembly  Testers  and  Authorized 

Cross-Connection  Control  Specialists 

a)  Companies  that  employ  Authorized  Backflow  Prevention  Assembly  Testers  and  Authorized 
Cross-Connection  Control  Specialists  must  register  with  the  General  Manager  or  his  or  her 
designee. 

b)  Companies  must  maintain  general  liability  insurance  in  full  force  and  effect,  at  company 
expense,  for  all  activities  performed  by  their  testers  and  specialists.  Such  insurance  must 
include  coverage  for  bodily  injury,  personal  injury,  including  death  resulting  therefrom,  and 
property  damage  insurance,  with  limits  not  less  than  $1  million  each  occurrence  combined 
single  limit.  The  City,  its  officers,  and  employees  must  be  named  as  additional  insureds 
under  the  policy,  and  a  cross-liability  clause  must  be  attached.  The  insurance  must  provide 
10-day  prior  written  notice  of  cancellation,  non-renewal,  or  material  change  to  the  General 
Manager  or  his  or  her  designee. 
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c)  Companies  must  provide  the  General  Manager,  or  his  or  her  designee,  with  the  names  of 
testers  and  cross-connection  control  specialists  working  for  them  and  provide  notification 
when  a  tester  or  specialist  leaves  the  company. 

d)  Companies  must  maintain  a  continuous  record  of  the  dates  and  locations  of  all  activities 
performed  in  relation  to  backflow  prevention  (e.g.,  tests,  repairs,  inspections,  surveys,  cross- 
connection  tests)  for  three  years.  The  records  must  be  made  available  at  the  request  of  the 
General  Manager  or  his  or  her  designee. 

Rule  8. 

Testing,  Inspection  and  Repair  Requirements  for  Backflow  Preventers 

(a)  All  testing,  inspections,  and  repairs  shall  be  at  the  sole  expense  of  the  property  owner. 

(b)  Property  owners  shall  inspect  and/or  test  their  backflow  preventers  at  least  annually  and  in 
any  case  within  30  days  of  receiving  notice  from  the  Water  Quality  Division  to  do  so. 

(c)  Air  gap  separations  shall  be  visually  inspected  annually  by  an  Authorized  Cross-Connection 
Control  Specialist. 

(d)  Backflow  prevention  assemblies: 

i.  An  Authorized  Backflow  Prevention  Assembly  Tester  shall  test  all  backflow  prevention 
assemblies  following  installation,  repair,  or  re-location  and  at  least  annually  thereafter. 
The  General  Manager  may  require  more  frequent  testing  if  determined  to  be  necessary. 

ii.  All  backflow  prevention  assemblies  that  fail  the  field  test  shall  be  repaired,  overhauled  or 
replaced,  and  immediately  retested  before  being  placed  into  service.  If  an  assembly 
cannot  be  repaired  or  otherwise  made  functional  on  the  same  day  as  the  initial  test,  the 
tester  must  enter  the  test  data  into  CCAMS  by  close  of  business  of  the  day  of  the  initial 
test. 


Rule  9. 

Backflow  Tag  Sales 

a)  Backflow  tags  are  available  for  sale  from  the  Customer  Services  Bureau  of  the  SFPUC, 
located  on  the  first  floor  at  525  Golden  Gate  Avenue,  San  Francisco.  Tags  may  be  obtained 
in  person  or  by  mail.  Payments  may  be  made  by  cash  (in  person  only),  company  or  cashier's 
check  (no  personal  checks),  and  money  order.  Checks  should  be  made  out  to  SF  Water 
Department. 

b)  Tags  may  be  purchased  by  Authorized  Backflow  Prevention  Assembly  Testers,  Authorized 
Cross-Connection  Control  Specialists,  test  company  supervisors,  and  Authorized 
Representatives  of  testing  companies.  Companies  may  designate  up  to  two  people  to  act  as 
Authorized  Representatives  for  the  purchase  of  backflow  tags  on  behalf  of  the  company. 

c)  To  purchase  tags  in  person,  the  buyer  must  provide  official  identification  (e.g.,  driver's 
license),  name  of  the  company  being  represented,  and  payment. 

d)  To  purchase  tags  by  mail,  buyers  must  go  online  to  sJwater.org/backflow,  scroll  down  to 
“Backflow  Prevention  Assembly  Testers  and  Test  Companies,”  and  click  on  “Request  to 
Purchase  Backflow  Tags.”  Buyers  must  fill  out  the  PDF  form,  print  it  out,  and  mail  it  with 
payment  to  Customer  Services  Bureau,  SFPUC,  525  Golden  Gate  Avenue,  2nd  Floor,  San 
Francisco,  CA  94102.  The  bureau  will  mail  the  tags  by  certified  mail  within  five  business 
days  of  receiving  the  request. 

e)  The  cost  of  backflow  tags  is  set  forth  in  the  SFPUC's  Rates  Schedules  &  Fees  for  Water 
Power  and  Sewer  Service. 
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Rule  10. 

Inspection  and  Testing  Requirements  for  Dual-Plumbed  Systems 

a)  All  inspections,  testing  and  repairs  shall  be  at  the  sole  expense  of  the  property  owner. 

b)  Before  being  put  into  service,  all  systems  must  pass  an  initial  shutdown  test. 

c)  After  the  initial  shutdown  test,  dual-plumbed  systems  shall  be  tested  for  cross-connections  as 
set  forth  in  Table  2  below.  At  the  discretion  of  the  General  Manager,  a  pressure  differential 
test  might  be  accepted  in  lieu  of  a  shutdown  test. 


Table  2:  Inspection  and  Testing  Requirements  for  Auxiliary  Water  Supplies 


Type 

Initial 

Inspection  and 
Shutdown  Test 

Annual 

Inspection1 

Subsequent  Cross- 
Connection  Test 

Municipally  supplied 
recycled  water 

Yes 

Yes 

Every  four  years1 
(need  not  be 
shutdown  test) 

Blackwater 

Yes 

No2 

Every  four  years' 

(need  not  be 
shutdown  test) 

Other  auxiliary  supply 
(graywater, 

rainwater.groundwater, 

etc.) 

Yes 

No2 

No 

1 .  The  General  Manager  may  reduce  testing  frequency  if  the  property  owner  can  document  to  the 
General  Manager’s  satisfaction  that  there  have  been  no  plumbing  changes  in  the  dual-plumbed 
system. 

2.  Although  the  Cross-Connection  Control  Program  does  not  require  annual  inspections,  all  operators 
of  auxiliary  water  systems  in  the  City  are  subject  to  monitoring  and  reporting  requirements  under 
Article  12C  of  the  San  Francisco  Health  Code,  which  is  administered  by  the  SFDPH. 

d)  All  shutdown  or  other  cross-connection  tests  must  be  administered  by  an  Authorized  Cross- 
Connection  Control  Specialist  in  the  presence  of  a  representative  of  the  Water  Quality 
Division  and  the  water  user  supervisor  for  the  property.  Tests  must  be  conducted  in 
accordance  with  the  City’s  Manual  for  Cross-Connection  Control ,  available  at 
sJwater.org/backflow .  A  written  report  documenting  the  test  must  be  submitted  to  the  Water 
Quality  Division  within  five  days  following  completion  of  the  test. 

e)  In  addition  to  tests  every  four  years,  a  cross-connection  test  is  always  required  in  these 
circumstances: 

i.  When  there  is  material  reason  to  believe  that  the  separation  between  the  potable  and  non- 
potable  systems  has  been  compromised,  for  example,  based  on  a  visual  inspection  or 
following  complaints. 

ii.  After  remediation  of  a  discovered  cross-connection. 


Approved  October  8,  2019 


12 


f)  Fees  for  cross-connection  tests  are  set  forth  in  the  SFPUC's  Rates  Schedules  &  Fees  for 
Water  Power  and  Sewer  Service.  Payment  must  be  made  to  the  Customer  Services  Bureau, 
located  on  the  first  floor  at  525  Golden  Gate  Avenue,  San  Francisco  (in  person  or  by  mail). 
Payments  may  be  made  by  cash  (in  person  only),  company  or  cashier’s  check  (no  personal 
checks),  and  money  order.  Checks  should  be  made  out  to  SF  Water  Department.  Payments 
by  mail  should  be  sent  to  Customer  Services  Bureau,  SFPUC,  525  Golden  Gate  Avenue,  2nd 
Floor,  San  Francisco,  CA  94102.  Payment  must  be  received  at  least  30  days  before  the 
desired  test  date. 

g)  Property  owners  shall  inspect  and/or  test  their  dual-plumbed  systems  within  30  days  of 
receiving  a  notice  from  the  General  Manager  to  do  so. 

h)  Any  changes  made  to  auxiliary  water  systems  must  be  done  under  permit  from  the  San 
Francisco  Department  of  Building  Inspection  and  in  conformance  with  the  requirements  of 
San  Francisco  Health  Code  Article  12C  and  the  California  Plumbing  Code.  If  the  degree  of 
hazard  changes  (e.g.,  a  blackwater  treatment  system  is  installed),  the  required  level  of 
protection  must  conform  with  Table  1,  and  the  Water  Quality  Division  must  be  informed  at 
least  30  days  before  the  change  is  made. 

i)  Recordkeeping.  Property  owners  shall  maintain  cross-connection  testing  for  their  properties 
in  accordance  with  these  rules  and  regulations  for  a  period  of  three  years.  The  records  shall 
be  made  available  at  the  request  of  the  General  Manager. 

Rule  11. 

Emergency  Cross-Connection  Response  Plan  for  Dual-Plumbed  Systems 

a)  All  emergency  response  activities  and  repairs  shall  be  at  the  sole  expense  of  the  property 
owner. 

b)  The  customer  and  property  owner  shall  immediately  notify  the  Water  Quality  Division  upon 
discovery  of  the  incident. 

c)  The  customer  and  property  owner  shall  submit  written  notification  within  24  hours  ot  the 
incident  and  include  an  explanation  of  the  nature  of  the  cross-connection,  date  and  time 
discovered,  and  the  contact  information  of  the  person  reporting  the  cross-connection. 

d)  The  customer  and  property  owner  shall  provide  potable  drinking  water  for  building 
occupants,  if  applicable,  until  the  potable  water  system  is  deemed  safe  to  drink. 

e)  The  customer  and  property  owner  shall  shut  down  the  auxiliary  water  piping  to  the  building 
and  drain  the  auxiliary  water  riser. 

f)  The  General  Manager  shall  shut  down  the  potable  water  supply  at  the  point  of  connection. 

g)  The  customer  and  property  owner  shall  locate  and  disconnect  the  cross-connection. 

h)  After  the  cross-connection  has  been  remediated,  the  customer  and  property  owner  shall 
conduct  a  visual  inspection  and  cross-connection  test,  as  described  in  Rule  10. 

i)  The  property’s  internal  potable  water  system  shall  be  disinfected  in  accordance  with  the 
California  Plumbing  Code,  Chapter  16A,  section  1620A. 

j)  After  24  hours,  the  customer  and  property  owner  shall  flush  the  building's  potable  water 
system  and  conduct  a  standard  bacteriological  test. 

k)  After  approval  by  the  General  Manager,  the  customer  and  property  owner  may  recharge  the 
property’s  internal  potable  water  system. 
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Rule  12. 

Emergency  Cross-Connection  Response  Plan  for  Standard-Plumbed  Systems 

a)  All  emergency  response  activities  and  repairs  on  the  customer  side  of  the  water  meter  shall 
be  at  the  sole  expense  of  the  property  owner. 

b)  The  customer  or  property  owner  shall  immediately  notify  the  Water  Quality  Division  upon 
discovery  of  a  cross-connection  incident  and  describe  the  nature  of  the  cross-connection,  date 
and  time  discovered,  and  the  contact  information  of  the  person  reporting  the  cross- 
connection. 

c)  The  customer  or  property  owner  shall  provide  potable  drinking  water  for  building  occupants, 
if  applicable,  until  the  potable  water  system  is  deemed  safe  to  drink. 

d)  The  customer  or  property  owner  shall  locate  and  disconnect  the  cross-connection. 

e)  The  property’s  internal  potable  water  system  shall  be  disinfected  in  accordance  with  the 
California  Plumbing  Code,  section  609.9. 

f)  After  24  hours,  the  customer  or  property  owner  shall  flush  the  building’s  potable  water 
system  and  conduct  a  standard  bacteriological  test. 

g)  After  approval  by  the  General  Manager,  water  service  will  be  restored,  if  necessary. 

Rule  13. 

Water  User  Supervisor 

a)  For  properties  that  have  a  multi-piping  system  that  conveys  various  types  of  fluids,  some  of 
which  may  be  hazardous,  and  where  changes  in  the  piping  system  are  frequently  made,  the 
Water  Quality  Division  may  require  the  property  owner  to  designate  a  water  user  supervisor. 

b)  The  water  user  supervisor  shall  be  responsible  for  the  avoidance  of  cross-connections  during 
the  installation,  operation  and  maintenance  of  the  water  user’s  pipelines  and  equipment. 

c)  If  a  cross-connection  is  discovered,  the  water  user  supervisor  shall  follow  the  emergency 
response  plan  described  in  Rule  1 1  or  12,  as  applicable. 

Rule  14. 

Inspections  and  Notices 

a)  Upon  notification  by  the  General  Manager,  a  property  owner  shall  eliminate  any  unprotected 
cross-connections  within  seven  calendar  days,  unless  the  General  Manager  authorizes  an 
alternate  deadline  for  remediation. 

b)  If  a  property  owner  refuses  or  fails  to  eliminate  a  cross-connection  within  the  allotted  time, 
the  General  Manager  may  proceed  with  enforcement  activities  in  accordance  with  Rule  15  of 
these  rules  and  regulations. 

c)  Right  of  Entry:  The  General  Manager  may  inspect  any  property  to  determine  compliance 
with  the  provisions  of  San  Francisco  Health  Code  Article  12A  and  applicable  laws  and 
regulations.  The  right  of  entry  may  be  exercised  during  normal  business  hours  in  the  absence 
of  advance  notice. 

d)  High  Risk  of  Hazard:  Whenever  an  existing  or  potential  unprotected  cross-connection  poses 
a  high  risk  of  hazard  to  the  public  water  system  and  requires  immediate  abatement,  as 
determined  by  the  General  Manager,  the  General  Manager  may  immediately  terminate  water 
service  without  initial  or  final  notification  until  the  cross-connection  has  been  eliminated  and 
necessary  payments  have  been  made,  including  but  not  limited  to  fines  in  accordance  with 
Rule  15  of  these  rules  and  regulations  and  service  shut-off  and  service  turn-on  fees. 


Approved  October  8,  2019 
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Rule  15. 

Enforcement,  Violations  and  Penalties 

a)  If  any  rule  is  violated,  the  General  Manager  may  issue  written  notices  establishing  a  deadline 
for  compliance  and  modify  or  terminate  service. 

b)  Modification  or  termination  of  water  service:  The  General  Manager  shall  implement  one  or 
more  of  the  following  alternatives  and  notify  the  customer  or  property  owner. 

i.  Install  a  flow  restrictor  on  all  non-fire  service  lines  to  the  property  to  minimize  the 
backflow  hazards  until  they  have  been  corrected. 

ii.  Disconnect  the  noncompliant  water  service(s)  until  the  cross-connection  has  been 
eliminated. 

iii.  If  the  noncompliant  water  service  is  a  fire  service,  disconnect  the  associated  domestic 
water  service  until  the  cross-connection  has  been  eliminated. 

iv.  Any  other  action  deemed  necessary  by  the  General  Manager  to  protect  the  public  water 
system. 

c)  Any  customer  or  property  owner  who  violates  any  provision  of  San  Francisco  Health  Code 
Article  12A  or  any  rule  or  regulation  adopted  pursuant  to  Article  12A  may  be  subject  to  an 
administrative  penalty  of  up  to  $1,000  per  violation  per  day.  Citations  will  be  served  to  both 
the  customer  and  the  property  owner  in  a  manner  consistent  with  Chapter  100  ot  the  San 
Francisco  Administrative  Code. 

d)  Fees  and  penalties  related  to  this  rule — including  but  not  limited  to  posting  tees,  service  shut¬ 
off  and  service  turn-on  fees,  and  penalties  for  violations — will  be  applied  to  the  customer's 
water  bill. 

e)  The  General  Manager  may  recover  any  costs  and  fees,  including  but  not  limited  to  attorney 
fees,  for  enforcement  initiated  through  and  authorized  under  San  Francisco  Health  Code 
Article  12A. 

f)  Parties  may  have  the  right  to  petition  the  Superior  Court  of  San  Francisco  for  judicial  review 
or  appropriate  relief  pursuant  to  Section  1094.6  of  the  California  Code  ot  Civil  Procedures  it 
they  disagree  with  the  final  decision  of  the  General  Manager  to  impose  administrative 
penalties,  as  provided  in  San  Francisco  Health  Code  Article  12A. 

Rule  16. 

Variances 

Any  request  for  variance  shall  be  made  in  writing  and  submitted  to  the  General  Manager.  The 
General  Manager  may  grant  variances  from  specific  requirements  of  these  rules  and  regulations 
for  existing  buildings  or  facilities  on  a  limited  basis  provided  that  the  variances  do  not  pose  a 
threat  to  the  public  water  system.  All  variances  are  subject  to  additional  mitigation  that  the 
property  owner/customer  will  be  required  to  implement  and  maintain. 


Approved  October  8,  2019 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.: _ 19-0192 _ 

WHEREAS,  The  San  Francisco  Board  of  Supervisors  established  a  Community  Choice 
Aggregation  (CCA)  program  in  2004  (Ordinance  86-04)  and  has  implemented  the  program, 
called  CleanPowerSF,  through  the  work  of  the  SFPUC  in  consultation  with  the  San  Francisco 
Local  Agency  Formation  Commission  (Ordinances  146-07,  147-07,  and  232-09);  and 

WHEREAS,  The  San  Francisco  Board  of  Supervisors  approved  the  use  of  industry  pro 
forma  agreements  to  purchase  electricity,  including  the  Edison  Electric  Institute  pro  forma 
agreement  (Board  of  Supervisors  Ord.  No.  75-15);  and 

WHEREAS,  In  Resolution  18-0028,  the  Commission  found  that  the  conditions 
established  in  Resolution  17-0226  and  those  adopted  by  the  Board  of  Supervisors  in  Ordinance 
008-18  had  been  satisfied,  and  it  authorized  the  General  Manager  to  continue  to  take  all  steps 
necessary  to  expand  CleanPowerSF  service  until  100%  of  eligible  San  Francisco  customers  are 
enrolled;  and 

WHEREAS,  On  July  31,  2019,  PG&E  issued  a  Multi-Year  RA  Request  for  Bids  to  sell 
Resource  Adequacy  (RA)  capacity  products  from  PG&E’s  portfolio  for  RA  deliveries  beginning 
in  2020  through  the  end  of  2022  to  which  CleanPowerSF  responded  and  was  shortlisted  for  RA 
capacity  quantities  with  a  total  contract  cost  not  to  exceed  $1 1,070,1 18  and  a  term  of  three  years; 
and 

WHEREAS,  On  September  20,  2019,  PG&E  issued  a  subsequent  Multi-Year  RA  Request 
for  Bids  to  sell  Resource  Adequacy  (RA)  capacity  products  from  PG&E’s  portfolio  for  RA 
deliveries  beginning  in  2020  through  the  end  of  2022  to  which  CleanPowerSF  responded  and 
was  shortlisted  for  RA  capacity  quantities  with  a  total  contract  cost  not  to  exceed  $15,000,000 
and  a  term  of  three  years;  and 

WHEREAS,  On  September  20,  2019,  the  CPUC  provided  CleanPowerSF  with  a  final 
notice  of  the  specific  volumes  of  RA  in  different  geographical  areas  it  is  required  to  own  or 
procure  for  the  2020-2022  period,  and  CleanPowerSF  must  engage  in  several  purchases  and  sales 
of  RA  in  a  short  timeframe  in  order  to  meet  the  compliance  deadline  of  October  3 1,  2019;  and 

WHEREAS,  The  General  Manager  executed  sales  of  RA  Capacity  to  PG&E  and  SCE  for 
total  revenues  of  $3,500,000.00;  and 

WHEREAS,  The  General  Manager  executed  two  contracts  with  PG&E  for  a  total  cost  of 
$26,070,118  to  secure  adequate  RA  capacity  and  meet  the  compliance  obligations;  and 
WHEREAS,  this  approval  does  not  constitute  a  project  under  the  California  Environmental 
Quality  Act  (CEQA)  Guidelines  Section  15378  because  there  would  be  no  physical  change  in  the 
environment;  now,  therefore,  be  it 

RESOLVED,  That  the  Commission  approves  the  RA  contracts  with  PG&E  executed  by 
the  General  Manager  to  purchase  RA  for  the  CleanPowerSF  program  and  authorizes  the  General 
Manager  to  seek  Board  of  Supervisors  retroactive  approval  for  the  contracts;  and  be  it  further 


RESOLVED,  That  the  Commission  approves  the  contracts  executed  by  the  General 
Manager  to  sell  RA  to  PG&E  and  SCE  and  authorizes  the  General  Manager  to  seek  Board  of 
Supervisors  retroactive  approval  for  the  contracts. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  October  8,  2019. 


Secretary ,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.: _ 19-0193 

WHEREAS,  On  November  5,  2002,  the  voters  of  the  City  and  County  of  San  Francisco 
(“City”)  approved  Proposition  E,  codified  as  Article  VIIIB  of  the  Charter  of  the  City  (“Charter”), 
which,  among  other  things,  authorized  the  Public  Utilities  Commission  of  the  City  and  County  of 
San  Francisco  (“Commission”)  to  issue  indebtedness,  including  revenue  bonds,  notes, 
commercial  paper  or  other  forms  of  indebtedness,  when  authorized  by  ordinance  approved  by  a 
two-thirds  vote  of  the  Board  of  Supervisors  of  the  City  (“Board”),  for  the  purpose  of 
reconstructing,  replacing,  expanding,  repairing  or  improving  wastewater  facilities  under  the 
jurisdiction  of  the  Commission  (“Wastewater  Enterprise”);  and 

WHEREAS,  Pursuant  to  Section  43.5  of  the  San  Francisco  Administrative  Code 
(“Article  V”),  enacted  by  Ordinance  No.  203-98  adopted  by  the  Board  on  June  8,  1998,  and 
signed  by  the  Mayor  of  the  City  on  June  19,  1998,  as  amended  by  Ordinance  No.  270-06, 
adopted  on  October  24,  2006  by  the  Board  and  signed  by  the  Mayor  on  October  31,  2006,  the 
Board  established  a  procedure  pursuant  to  which  the  Commission  may  issue  short-term 
indebtedness,  including  the  issuance  of  commercial  paper  in  anticipation  of  the  issuance  of  its 
revenue  bonds;  and 

WHEREAS,  Under  Section  8B.124  of  the  Charter,  the  Board’s  authority  to  authorize  an 
issuance  of  debt  under  Proposition  E  is  subject  to  the  provision  of  certain  certifications  of  an 
independent  engineer  retained  by  the  Public  Utilities  Commission  and  certain  certifications  by 
the  San  Francisco  Planning  Department,  which  certifications  shall  make  the  findings  and 
determinations  set  forth  in  Charter  Section  8B.124  (together,  the  “Proposition  E  Certificates”); 
and 


WHEREAS,  The  Commission  has  previously  authorized  pursuant  to  Resolution 
No.  06-0164,  approved  by  the  Commission  on  September  26,  2006,  and  the  Board  has  previously 
approved  pursuant  to  Ordinance  No.  266-06,  adopted  by  the  Board  on  October  24,  2006,  and 
signed  by  the  Mayor  on  October  3 1 ,  2006,  the  establishment  of  a  commercial  paper  program  for 
the  Wastewater  Enterprise  (“Wastewater  CP  Program”)  and  the  issuance  of  up  to  $150  million, 
at  that  time,  in  aggregate  principal  amount  of  commercial  paper  notes  outstanding  at  any  one 
time;  and 

WHEREAS,  The  Commission  has  authorized  pursuant  to  Resolution  No.  11-0197, 
approved  by  the  Commission  on  December  13,  2011,  and  the  Board  has  approved  pursuant  to 
Ordinance  No.  91-12,  adopted  by  the  Board  on  May  8,  2012,  and  signed  by  the  Mayor  on  May 
14,  2012,  an  ordinance  to  authorize,  an  increase  in  the  Wastewater  CP  Program  to  an  amount  not 
to  exceed  $300  million  of  commercial  paper  notes  outstanding  at  any  one  time  from  a  principal 
amount  of  not  to  exceed  $150  million  of  commercial  paper  notes  outstanding  at  any  one  time; 
and 


WHEREAS,  The  Commission  has  authorized  pursuant  to  Resolution  No.  14-0139, 
approved  by  the  Commission  on  August  26,  2014,  and  the  Board  has  approved  pursuant  to 
Resolution  No.  378-14,  adopted  by  the  Board  on  September  30,  2014,  and  signed  by  the  Mayor 
on  October  9,  2014,  a  resolution  to  authorize,  an  increase  in  the  Wastewater  CP  Program  to  an 
aggregate  principal  amount  not  to  exceed  $500  million  of  commercial  paper  notes  outstanding  at 
any  one  time  from  a  not  to  exceed  amount  of  $300  million  of  commercial  paper  notes;  and 

WHEREAS,  The  Commission  previously  determined  that  it  would  be  desirable  to 
provide  an  additional  aggregate  principal  amount  not  to  exceed  $250  million  of  short-term 
financing  for  the  Wastewater  Enterprise  and  the  Commission  has  authorized  pursuant  to 
Resolution  No.  17-0086,  approved  by  the  Commission  on  April  25,  2017,  and  the  Board  has 
approved  pursuant  to  Resolution  No.  193-17,  adopted  by  the  Board  on  May  23,  2017,  and  signed 
by  the  Mayor  on  May  26,  2017,  a  resolution  to  authorize,  an  increase  in  the  amount  of  short-term 
indebtedness  which  may  be  outstanding  at  any  one  time,  increasing  authorization  to  $750  million 
from  $500  million  of  commercial  paper  notes  (collectively,  the  “Commercial  Paper  Notes”) 
and/or  bank  notes  (collectively,  the  “Bank  Notes”);  and 

WHEREAS,  Pursuant  to  Article  V  and  Ordinance  No.  266-06,  the  Commission  is 
authorized  to  negotiate  and  execute  credit  or  liquidity  facilities  to  support  the  Commercial  Paper 
Notes  and  any  additional  agreements  related  thereto;  and 

WHEREAS,  In  connection  with  two  subseries  of  Commercial  Paper  Notes  designated  the 
“Tax-Exempt  Subseries  A-6  Notes”  (the  “Subseries  A-6  CP  Notes”)  and  the  “Taxable  Subseries 
A-6-T  Notes”  (the  “Subseries  A-6-T  CP  Notes”,  and  together  with  the  Subseries  A-6  CP  Notes, 
the  “Series  A-6  CP  Notes”)  and  pursuant  to  Resolution  No.  14-0139,  approved  by  the 
Commission  on  August  26,  2014,  the  Commission  previously  entered  into  a  Revolving  Credit 
and  Term  Loan  Agreement,  dated  as  of  October  1,  2014,  as  amended  and  supplemented  by  a 
First  Amendment  to  Revolving  Credit  and  Term  Loan  Agreement,  dated  as  of  October  17,  2016 
(collectively,  the  “Existing  State  Street  Liquidity  Facility”),  each  by  and  between  the 
Commission  and  State  Street  Bank  and  Trust  Company  (“State  Street”),  and  such  Existing  State 
Street  Liquidity  Facility  provides  liquidity  support  for  the  Series  A-6  CP  Notes  in  the  not-to- 
exceed  principal  amount  of  $100,000,000;  and 

WHEREAS,  In  connection  with  the  Existing  State  Street  Liquidity  Facility,  the 
Commission  also  entered  into  a  Fee  Letter,  dated  October  24,  2014,  as  amended  and  restated  by 
an  Amended  and  Restated  Fee  Letter,  dated  October  17,  2016  (the  “Existing  Fee  Letter”),  each 
by  and  between  the  Commission  and  State  Street;  and 

WHEREAS,  The  Existing  State  Street  Liquidity  Facility  expires  on  October  16,  2019; 

and 


WHEREAS,  In  connection  with  two  subseries  of  Commercial  Paper  Notes  designated  the 
“Tax-Exempt  Subseries  A-5  Notes”  and  the  “Taxable  Subseries  A-5-T  Notes”  (together,  the 
“Series  A-5  CP  Notes”),  there  is  currently  in  place  a  letter  of  credit  supporting  the  Series  A-5  CP 
Notes  in  the  principal  amount  of  $100,000,000,  which  expires  by  its  terms  on  October  23,  2019 
(the  “Existing  Barclays  Bank  PLC  Letter  of  Credit”);  and 


WHEREAS,  Pursuant  to  Ordinance  No.  266-06,  the  Commission  is  authorized  to 
negotiate  and  execute  another  credit  facility  or  liquidity  facility  to  support  the  Series  A-5  CP 
Notes  and  the  Series  A-6  CP  Notes  and  any  additional  agreements  related  thereto;  and 

WHEREAS,  The  Commission  issued  a  request  for  bids  from  qualified  banks  to  provide 
for  a  revolving  credit  facility  to  secure  the  payment  of  the  Series  A-5  CP  Notes  and  the  Series  A- 
6  CP  Notes;  and 

WHEREAS,  After  an  evaluation  of  the  responses  to  such  request  for  bids,  the 
Commission  staff  determined  that  one  or  more  liquidity  facilities  in  the  form  of  revolving  credit 
and  term  loan  agreements,  in  the  aggregate  principal  amount  of  $200  million,  offered  by  State 
Street  was  the  most  advantageous  to  the  Commission;  and 

WHEREAS,  The  Commission  has  determined  it  is  in  its  best  interest  and  desires  to 
(i)  terminate  the  Existing  Barclays  Bank  PLC  Letter  of  Credit,  (ii)  not  issue  any  additional  Series 
A-5  CP  going  forward  (unless  determined  otherwise  by  Commission  action),  (iii)  enter  into  a 
Second  Amendment  to  Revolving  Credit  and  Term  Loan  Agreement,  to  be  dated  as  of  its  date 
(the  “Second  Amendment  to  Revolving  Credit  and  Term  Loan  Agreement,”  and  together  with 
the  Existing  State  Street  Liquidity  Facility,  the  “Amended  State  Street  Liquidity  Facility”),  to  be 
by  and  between  the  Commission  and  State  Street,  in  order  to  extend  the  term  of  the  Existing 
State  Street  Liquidity  Facility  by  approximately  four  years  with  a  fee  of  0.32%  per  year  (subject 
to  adjustment  as  set  forth  in  the  hereinafter  defined  Second  Amended  and  Restated  Fee  Letter), 
payable  on  a  quarterly  basis,  and  to  increase  the  commitment  amount  under  the  Existing  State 
Street  Liquidity  Facility  from  $100,000,000  to  $200,000,000,  and  (iv)  enter  into  an  Second 
Amended  and  Restated  Fee  Letter  (the  “Second  Amended  and  Restated  Fee  Letter”),  to  be  dated 
its  date,  and  to  be  by  and  between  the  Commission  and  State  Street,  which  such  Second 
Amended  and  Restated  Fee  Letter  will  replace  in  its  entirety  the  Existing  Fee  Letter;  and 

WHEREAS,  In  connection  with  the  Series  A-6  CP  Notes,  the  Commission  previously 
entered  into  that  certain  Issuing  and  Paying  Agent  Agreement,  dated  as  of  October  1,  2014  (the 
“Issuing  and  Paying  Agent  Agreement”),  by  and  between  the  Commission  and  U.S.  Bank 
National  Association  (the  “Issuing  and  Paying  Agent”),  and  pursuant  to  Section  9.01  of  the 
Issuing  and  Paying  Agent  Agreement,  the  Commission  is  permitted  to  amend  the  Issuing  and 
Paying  Agent  Agreement,  without  the  consent  of  the  liquidity  facility  provider  or  the  holders  of 
the  A-6  CP  Notes,  to  the  extent  that  such  amendment(s)  will  not  have  a  material  adverse  effect 
on  the  interests  of  the  liquidity  facility  provider  or  the  holders  of  the  A-6  CP  Notes;  and 

WHEREAS,  In  order  to  accommodate  the  increase  in  the  commitment  amount  under  the 
Existing  State  Street  Liquidity  Facility  and  to  make  certain  necessary  and  additional  updates 
thereto,  the  Commission  finds  it  appropriate  and  in  its  best  interest  to  execute  a  First  Amendment 
to  Issuing  and  Paying  Agent  Agreement,  to  be  dated  as  of  its  date  (the  “First  Amendment  to 
Issuing  and  Paying  Agent  Agreement”),  to  be  by  and  between  the  Commission  and  the  Issuing 
and  Paying  Agent;  and 


WHEREAS,  The  proposed  forms  of  the  Second  Amendment  to  Revolving  Credit  and 
Term  Loan  Agreement,  Second  Amended  and  Restated  Fee  Letter  and  First  Amendment  to 
Issuing  and  Paying  Agent  Agreement  have  been  presented  to  the  Commission  and  filed  with  the 
Commission  Secretary,  and  the  Commission  finds  it  in  its  best  interest  to  enter  into  such 
agreements;  and 

WHEREAS,  The  Commission  will  issue  the  Series  A-6  CP  Notes  which  will  be  secured 
by  the  Amended  State  Street  Liquidity  Facility;  and 

WHEREAS,  In  connection  with  the  foregoing  extension  and  increase  in  commitment 
amount,  the  offering  memorandum  for  the  Commercial  Paper  Notes  will  be  updated  to  reflect  the 
Amended  State  Street  Liquidity  Facility,  the  Series  A-6  CP  Notes  and  such  other  matters  deemed 
necessary  to  comply  with  federal  securities  laws;  and 

WHEREAS,  The  proposed  form  of  offering  memorandum  (the  “Offering  Memorandum”) 
has  been  presented  to  the  Commission  and  filed  with  the  Commission  Secretary;  and 

WHEREAS,  The  Proposition  E  Certificates  meeting  the  Proposition  E  requirements  are, 
or  will  be,  on  file  with  the  Clerk  of  the  Board  in  accordance  with  Proposition  E  prior  to  the 
issuance  of  any  Commercial  Paper  Notes;  now,  therefore,  be  it 

RESOLVED  by  the  Public  Utilities  Commission  of  the  City  and  County  of  San 
Francisco,  as  follows: 

Section  1.  Approval  of  Second  Amendment  to  Revolving  Credit  and  Term  Loan 
Agreement  and  Second  Amended  and  Restated  Fee  Letter.  The  Second  Amendment  to 
Revolving  Credit  and  Term  Loan  Agreement  and  Second  Amended  and  Restated  Fee  Letter, 
extending  the  term  of  the  Existing  Liquidity  Facility  by  four  years  to  October  2023  with  a  fee  of 
0.32%  per  year  (subject  to  adjustment  as  set  forth  in  the  hereinafter  defined  Second  Amended 
and  Restated  Fee  Letter),  payable  on  a  quarterly  basis,  in  substantially  the  forms  submitted  to 
this  Commission,  are  hereby  approved  and  recommended  to  the  Director  of  the  City’s  Office  of 
Public  Finance  (the  “Director”)  for  approval  pursuant  to  Article  V  of  the  City’s  Administrative 
Code.  The  General  Manager  of  the  Commission  (the  “General  Manager”)  or  his  or  her  designee 
is  authorized  and  directed  to  execute  and  deliver  the  Second  Amendment  to  Revolving  Credit 
and  Term  Loan  Agreement  and  Second  Amended  and  Restated  Fee  Letter,  subject  to  such 
additions  thereto  or  changes  therein  which  the  General  Manager,  upon  consultation  with  the  City 
Attorney  and  Director,  shall  approve,  such  approval  to  be  conclusively  evidenced  by  the 
execution  and  delivery  of  such  Second  Amendment  to  Revolving  Credit  and  Term  Loan 
Agreement  and  Second  Amended  and  Restated  Fee  Letter. 

Section  2.  Approval  of  First  Amendment  to  Issuing  and  Paving  Agent  Agreement.  The 
First  Amendment  to  Issuing  and  Paying  Agent  Agreement,  in  substantially  the  form  submitted  to 
this  Commission,  is  hereby  approved  and  recommended  to  the  Director  for  approval  pursuant  to 
Article  V  of  the  City’s  Administrative  Code.  The  General  Manager  or  his  or  her  designee  is 
authorized  and  directed  to  execute  and  deliver  the  First  Amendment  to  Issuing  and  Paying  Agent 
Agreement,  subject  to  such  additions  thereto  or  changes  therein  which  the  General  Manager, 
upon  consultation  with  the  City  Attorney  and  Director,  shall  approve,  such  approval  to  be 


conclusively  evidenced  by  the  execution  and  delivery  of  such  First  Amendment  to  Issuing  and 
Paying  Agent  Agreement. 

Section  3.  Reappointment  of  State  Street.  The  General  Manager  is  hereby  authorized  to 
reappoint  State  Street  to  provide  the  Amended  State  Street  Liquidity  Facility  to  support  the 
payment  of  up  to  $200,000,000  in  principal  amount  of  the  Series  A-6  CP  Notes,  or  to  select  and 
appoint  another  financial  institution  if  State  Street  is  unwilling  to  agree  to  acceptable  terms  of  the 
Second  Amendment  to  Revolving  Credit  and  Term  Loan  Agreement  and  Second  Amended  and 
Restated  Fee  Letter  that  have  been  submitted  to  the  Commission  subject  to  such  additions  thereto 
or  charges  therein  which  the  General  Manager,  upon  consultation  with  the  City  Attorney  and 
Director,  have  approved,  provided,  however,  that  the  General  Manager,  upon  consultation  with 
the  City  Attorney  and  Director,  shall  determine  that  such  agreements  shall  not  impose  any 
obligations  materially  more  onerous  than  the  agreements  approved  in  Section  1  of  this 
Resolution. 

Section  4.  Limitations.  Consistent  with  Ordinance  Nos.  266-06,  91-12  and  378-14  and 
Resolution  No.  193-17,  in  no  event  shall  the  Commercial  Paper  Notes  and  Bank  Notes  combined 
exceed  $750,000,000  in  aggregate  principal  amount  and  in  no  event  shall  the  interest  rate  or 
interest  rates  cause  the  aggregate  average  interest  cost  to  exceed  12%  per  annum,  and  in  no  event 
shall  the  term  of  any  bank  reimbursement  obligation  exceed  10  years  from  the  date  of  its  original 
execution. 

Section  5.  Offering  Memorandum.  Consistent  with  Ordinance  No.  266-06,  the  General 
Manager  or  his  or  her  designee,  in  consultation  with  the  City  Attorney  and  the  Director,  is  hereby 
authorized  and  directed  to  prepare  and  cause  the  distribution  of  an  Offering  Memorandum 
relating  to  the  Wastewater  CP  Program,  in  substantially  the  form  on  file  with  the  Commission, 
subject  to  such  additions  thereto  and  changes  therein,  and  any  amendments  or  supplements 
thereto  from  time  to  time  which  the  General  Manager,  in  consultation  with  the  City  Attorney  and 
the  Director,  shall  approve.  The  General  Manager  (or  any  designee  thereof)  is  further  authorized 
and  directed  to  distribute,  in  connection  with  the  sale  of  any  Commercial  Paper  Notes,  one  or 
more  Offering  Memoranda  in  such  form,  as  the  General  Manager,  upon  consultation  with  the 
City  Attorney,  Bond  Counsel  and  the  Director  shall  approve. 

Section  6.  Approval  of  Series  A- 5  CP  Notes  Becoming  Dormant.  The  Commission  has 
determined  it  is  in  its  best  interest  to  not  issue  any  additional  Series  A- 5  CP  Notes  and  hereby 
approves  the  Series  A-5  CP  Notes  becoming  dormant,  unless  determined  otherwise  by 
Commission  action,  and  any  action  related  thereto,  including,  but  not  limited  to,  early 
termination  of  the  Existing  Barclays  Bank  PLC  Letter  of  Credit. 

Section  7.  Further  Actions.  The  General  Manager  or  his  or  her  designee,  and  in 
consultation  with  the  City  Attorney  and  the  Director,  is  hereby  authorized  and  directed  to 
execute  such  other  agreements,  certifications  or  documents  and  to  take  any  and  all  necessary 
action  in  furtherance  of  the  extension  of  the  Existing  Liquidity  Facility,  the  entering  into  the 
Second  Amendment  to  Revolving  Credit  and  Term  Loan  Agreement  and  Second  Amended  and 
Restated  Fee  Letter,  the  entering  into  the  First  Amendment  to  Issuing  and  Paying  Agent 
Agreement  and  the  marketing  and  sale  of  the  Commercial  Paper  Notes. 


Section  8.  Extension  of  Term  of  Amended  State  Street  Liquidity  Facility  and  Second 
Amended  and  Restated  Fee  Letter.  The  General  Manager  is  further  authorized,  in  consultation 
with  the  City  Attorney  and  the  Director,  to  execute  one  amendment  to  extend  the  term  of  the 
Amended  State  Street  Liquidity  Facility  and  the  Second  Amended  and  Restated  Fee  Letter  by  an 
additional  period  not  to  exceed  one  (1)  year  from  the  date  of  expiration  of  the  term  of  the 
Amended  State  Street  Liquidity  Facility  and  Second  Amended  and  Restated  Fee  Letter,  provided 
that  the  expiration  date  of  such  extended  term  shall  not  be  later  than  October  23,  2024  and  the 
annual  facility  fee  payable  to  State  Street  in  connection  with  any  extension  to  the  Amended  State 
Street  Liquidity  Facility  and  Second  Amended  and  Restated  Fee  Letter  shall  not  exceed 
$800,000  per  year,  and  the  amendments  shall  otherwise  comply  with  Section  4  hereof. 

Section  9.  Delegation.  The  General  Manager  is  authorized  to  delegate  any  of  the 
responsibilities  or  duties  set  forth  in  this  resolution  to  the  Assistant  General  Manager,  Business 
Services  and  Chief  Financial  Officer  of  the  Commission. 

Section  10.  Ratification.  All  actions  heretofore  taken  by  the  officials,  employees  and 
agents  of  the  Commission  with  respect  to  the  extension  of  the  Existing  Liquidity  Facility,  the 
entering  into  the  Second  Amendment  to  Revolving  Credit  and  Term  Loan  Agreement  and 
Second  Amended  and  Restated  Fee  Letter  and  the  entering  into  the  First  Amendment  to  Issuing 
and  Paying  Agent  Agreement  are  hereby  approved,  confirmed  and  ratified. 

Section  1 1.  Effective  Date.  This  resolution  shall  take  effect  from  and  after  its  adoption. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  on  October  8,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0194 


WHEREAS,  Green  infrastructure  protects  and  enhances  the  function  of  the  City  and 
County  of  San  Francisco’s  combined  sewer  system  by  reducing  the  volume  and  rate  of 
stormwater  run-off  into  the  system;  and 

WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  has  a  multi¬ 
faceted  program  to  maximize  the  detention  and  retention  of  stormwater,  including  through  green 
infrastructure;  and 

WHEREAS,  On  November  13,  2018,  by  Resolution  No.  18-0189,  this  Commission 
approved  the  establishment  of  a  Green  Infrastructure  Grant  Program  to  offer  grants  for  owners  of 
properties  in  San  Francisco  containing  large  impervious  surfaces  to  deliver  cost-effective 
stormwater  management  performance  for  SFPUC ’s  collection  system;  and 

WHEREAS,  On  February  5,  2019,  the  San  Francisco  Board  of  Supervisors  adopted 
Ordinance  No.  26-19  delegating  authority  under  Charter  Section  9.118  to  the  SFPUC  General 
Manager  to  enter  into  grant  agreements  with  terms  of  20  years  under  the  SFPUC’ s  Green 
Infrastructure  Grant  Program,  provided  that  this  Commission  must  approve  the  award  of  each 
grant  at  a  public  hearing;  and 

WHEREAS,  On  August  2,  2019,  the  San  Francisco  Unified  School  District  (SFUSD) 
submitted  a  grant  application  to  the  SFPUC  to  fund  green  infrastructure  components  of  the 
proposed  Bessie  Carmichael  Middle  School  Project  (Project);  and 

WHEREAS,  SFPUC  staff  review  of  the  grant  application  determined  that  the  application 
and  the  stormwater  management  features  of  the  proposed  Project  meet  the  six  required  eligibility 
criteria  of  the  Grant  Program  Guidelines;  and 

WHEREAS,  Under  the  proposed  project,  SFUSD  would  construct  1,800  square  feet  of 
lined  retention  planters  and  flow  through  planters  at  Bessie  Carmichael  Middle  School  located  at 
824  Harrison  Street  in  San  Francisco  to  manage  0.56  acres  of  impervious  surface  and  manage 
276,000  gallons  of  stormwater  each  year  in  the  Channel  Watershed;  and 

WHEREAS,  SFPUC  staff  recommends  award  of  a  grant  in  the  amount  of  $428,075  to 
fund  the  green  infrastructure  features  of  the  proposed  Project;  and 

V 

WHEREAS,  The  Green  Infrastructure  Grant  Agreement  has  a  20-year  term  beginning  in 
October  2019  and  expiring  in  October  2039;  and 

WHEREAS,  The  SFPUC  has  allocated  $5,000,000  in  Sewer  System  Improvement 
Program  (SSIP)  funding  for  the  Fiscal  Year  ending  June  30,  2020  for  the  Green  Infrastructure 
Grant  Program;  and 

WHEREAS,  The  SFPUC  will  initially  disburse  to  SFUSD  $70,000  solely  for  the  puipose 
of  planning  and  design  (pre-construction)  activities;  and 


WHEREAS,  Approval  of  funding  for  planning  and  design  activities  for  the  project  does 
not  constitute  a  project  under  the  California  Environmental  Quality  Act  (CEQA)  Guidelines 
Section  15378.;  and 

WHEREAS,  The  SFPUC  will  disburse  funds  for  construction  of  the  project  only 
following  this  Commission’s  review  and  consideration  of  SFUSD’s  completed  review  of  the 
Project  under  the  California  Environmental  Quality  Act  (CEQA)  and  the  SFUSD’s  CEQA 
determination;  and 

WHEREAS,  The  City  retains  sole  and  absolute  discretion  to,  among  other  things,  modify 
the  Project  to  mitigate  significant  environmental  impacts,  or  determine  not  to  proceed  with  the 
disbursement  of  grant  funds  for  construction  of  the  project  based  upon  information  generated  by 
the  environmental  review  process.  This  Commission,  in  approving  this  grant  award,  is  not 
approving  a  proposed  Project.  The  SFPUC  also  retains  the  discretion  to  demand  return  of 
previously  disbursed  grant  funds;  and 

WHEREAS,  Funding  in  the  amount  of  $70,000  for  pre-construction  services  is  available 
from  Project  No.  10034553  -  Green  Infrastructure  Grant  Program;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  awards  a  Green  Infrastructure  Grant  to  the 
San  Francisco  Unified  School  District  (SFUSD)  to  fund  pre-construction  design  and,  if  the 
project  is  approved,  to  construct  stormwater  management  features  of  the  SFUSD’s  Bessie 
Carmichael  Middle  School  Project  in  the  amount  up  to  $428,075,  and  authorizes  the  General 
Manager  to  execute  a  grant  agreement  with  SFUSD  in  substantially  the  form  on  file  with  the 
Commission  Secretary  for  an  amount  not  to  exceed  $428,075,  and  with  a  term  of  twenty  (20) 
years;  and  be  it 

FURTHER  RESOLVED,  That  funding  for  the  construction  phase  of  the  project  will  not 
be  authorized  or  disbursed  until  environmental  review  of  the  project  is  complete  and  this 
Commission  approves  disbursement  of  grant  funds  for  the  project.  This  Commission  reserves  the 
right  to,  among  other  things,  modify  the  project  to  mitigate  any  significant  environmental 
impacts  or  determine  not  to  proceed  with  funding  the  project  based  on  information  generated  by 
the  environmental  review  process. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  October  8 ,  2019. 


Secretary ,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  19-0195 


WHEREAS,  SFPUC  staff  developed  a  project  description  for  Wastewater  Enterprise’s 
Sewer  System  Improvement  Program  (SSIP)-funded  Project  No.  CWWSIPSE02,  Southeast 
Water  Pollution  Control  Plant  (SEP)  New  Headworks  Facility  (Project);  and 

WHEREAS,  The  objectives  of  the  Project  are  to  replace  the  two  headworks  facilities 
(SEP  Oil  and  SEP  012  Headworks)  and  make  modifications  at  the  Bruce  Flynn  Pump  (BFS) 
Station  facility  in  order  to  provide  a  centralized  and  efficient  preliminary  treatment  system  to 
improve  screening  and  grit  removal,  ensure  meeting  the  level  of  service,  maintain  regulatory 
compliance,  protect  public  health  and  safety,  meet  current  seismic  standards  and  construct  a  new 
odor  control  facility;  and 

WHEREAS,  On  May  24,  2016,  through  Resolution  No.  16-0099,  this  Commission 
awarded  SSIP-funded  Agreement  No.  WW-628  to  Sundt/Walsh  Joint  Venture  (JV)  as  a 
Construction  Manager/General  Contractor  (CM/GC)  to  provide  pre-construction  services  for  the 
Project  and,  subject  to  the  completion  of  environmental  review  and  approval  of  the  Project,  to 
provide  construction  services  to  deliver  the  Project;  and 

WHEREAS,  A  Mitigated  Negative  Declaration  was  prepared  for  the  Project;  and 

WHEREAS,  On  December  19,  2016,  the  Planning  Department  approved  the  Final 
Mitigated  Negative  Declaration  (FMND)  for  the  Project;  and 

WHEREAS,  On  February  28,  2017,  by  Resolution  No.  17-0043,  this  Commission, 
adopted  CEQA  findings,  the  FMND,  and  the  Mitigation  and  Monitoring  Reporting  Program 
(MMRP)  for  the  Project  and  authorized  the  General  Manager  to  proceed  with  the  Construction 
Phase  of  the  Project  and  issue  Modification  No.l  to  Agreement  No.  WW-628  increasing  the 
scope  and  contract  amount  by  $1 1,600,000  to  construct  12kV  infrastructure,  seismic  upgrade  of 
SEP  042  Primary,  install  Bar  Screens  at  BFS  Pump  Station  and  control  system  work  in  order  to 
facilitate  construction  coordination;  and 

WHEREAS,  On  April  4,  2017,  through  Resolution  No.  111-17,  the  San  Francisco  Board 
of  Supervisors  adopted  the  CEQA  findings  for  the  Project,  authorizing  the  City  Controller  to 
release  the  project  funds;  and 

WHEREAS,  On  December  11,  2018,  by  Resolution  No.  18-0208,  this  Commission 
approved  Modification  No.  2  to  Agreement  No.  WW-628  to  accept  increase  in  cost  due  to  higher 
bids  of  Scope  I  Site  preparation,  an  increase  in  the  General  Conditions  payments  for  Scope  I,  an 
increase  to  the  percentage  of  work  the  CM/GC  can  self-perform,  and  an  increase  to  pre¬ 
construction  services  for  the  proposed  modification  to  the  Project  to  add  (1)  “Scope  II.C,”  a  new 
50  MGD  influent  lift  station  and  “Scope  II.B,”  influent  sewer  work  (cumulatively,  the 
“Modified  Project”);  and 


WHEREAS,  Resolution  No.  18-0208  provided  that  implementation  of  the  Construction 
Phase  for  Scopes  II. B  and  II.C  would  not  be  authorized  or  commence  until  environmental  review 
for  this  work  is  complete,  and  this  Commission  approves  the  project  or  approves  the  project  with 
modifications;  and 

WHEREAS,  On  March  7,  2019  the  Planning  Department  issued  an  Addendum  to  the 
FMND  for  the  Modified  Project  and  determined  that  no  additional  environmental  review  was 
needed;  and 

WHEREAS,  The  Planning  Department  is  the  custodian  of  records,  located  in  File  No. 
2015-006224ENV,  at  1650  Mission  Street,  Fourth  Floor,  San  Francisco,  California;  and 

WHEREAS,  The  Project  files,  including  the  FMND,  Resolution  No.  17-0043,  and  the 
Addendum  to  the  FMND  have  been  made  available  for  review  by  this  Commission  and  the 
public,  and  those  files  are  part  of  the  record  before  this  Commission;  and 

WHEREAS,  This  Commission  has  reviewed  and  considered  the  information  contained  in 
the  FMND,  the  findings  contained  in  SFPUC  Resolution  No.  17-0043,  the  Addendum  to  the 
FMND  and  all  written  and  oral  information  provided  by  the  Planning  Department,  the  public, 
relevant  public  agencies,  SFPUC  and  other  experts  and  the  administrative  files  for  the  Project; 
now,  therefore,  be  it 

RESOLVED,  This  Commission  has  reviewed  and  considered  the  FMND  and  the 
Addendum  and  the  record  as  a  whole,  finds  that  the  FMND  is  adequate  for  its  use  as  the 
decision-making  body  for  the  Modified  Project  and  incorporates  the  CEQA  findings  contained 
in  Resolution  No.  17-0043  by  this  reference  thereto  as  though  set  forth  in  this  Resolution;  and  be 
it 


FURTHER  RESOLVED,  This  Commission  further  finds  that  since  the  FMND  was 
finalized,  there  have  been  no  substantial  project  changes  and  no  substantial  changes  in  project 
circumstances  that  would  require  major  revisions  to  the  FMND  due  to  the  involvement  of  new 
significant  environmental  effects  or  an  increase  in  the  severity  of  previously  identified  significant 
impacts,  and  there  is  no  new  information  of  substantial  importance  that  would  change  the 
conclusions  set  forth  in  the  FMND;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  approves  the  modification  of 
Scope  I.A  and  addition  of  Scopes  II.B  and  II.C  to  the  Sewer  System  Improvement  Program- 
funded  Project  No.  CWWSIPSE02,  Southeast  Water  Pollution  Control  Plant  (SEP)  New 
Headworks  Facility  (“Modified  Project),  and  authorizes  the  General  Manager  to  proceed  to 
implement  and  construct  the  Modified  Project  pursuant  to  the  Construction  Manager/General 
Contractor  Contract  No.  WW-628  SEP  New  Headworks  Facility. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  October  8,  2019 


f^Urruu^K^UtstL/ 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  19-0196 


WHEREAS,  With  assistance  from  the  Federal  Transit  Administration  (FTA)  of  the  U.S. 
Department  of  Transportation  and  other  granting  agencies,  the  San  Francisco  Municipal 
Transportation  Agency  (SFMTA)  is  constructing  the  L-Taraval  Transit  Improvement  Project, 
which  includes  the  replacement  and  upgrade  of  aging  infrastructure  on  Taraval  Street  from  SF 
Zoo  to  West  Portal,  including  the  complete  replacement  of  Muni  rails  and  track  support  staicture 
and  the  rehabilitation  of  the  overhead  contact  system  (Project);  and 

WHEREAS,  The  SFMTA  will  complete  the  Project  in  two  segments,  including  Segment 
A,  which  is  the  portion  of  the  Project  from  SF  Zoo  to  Sunset  Boulevard,  and  Segment  B,  which 
is  the  portion  of  the  Project  from  Sunset  Boulevard  to  West  Portal;  and 

WHEREAS,  To  minimize  community  impacts  from  disrupting  the  public  right-of-way 
multiple  times,  and  to  avoid  the  expense  and  inefficiency  of  destroying  and  replacing  new 
SFMTA  surface  features  in  the  future  to  access  underlying  utilities,  the  SFMTA  and  the  San 
Francisco  Public  Utilities  Commission  (SFPUC)  propose  to  enter  into  a  Memorandum  of 
Understanding  (MOU)  for  Segment  A  of  the  Project  for  the  purpose  of  defining  the  terms  and 
conditions  by  which  the  SFMTA  and  the  SFPUC  will  jointly  replace  and  install  various  SFPUC 
assets  and/or  relocate  them  away  from  the  new  surface  features  on  Taraval  Street,  from  SF  Zoo 
to  Sunset  Boulevard,  in  conjunction  with  the  SFMTA’s  construction  of  Segment  A  of  the 
Project;  and 

WHEREAS,  Under  the  MOU,  Segment  A  of  the  Project  will  include  the  following  work 
on  assets  under  the  jurisdiction  of  the  SFPUC:  relocate  and/or  replace  water  lines  (Water  Work) 
and  relocate  and/or  replace  various  existing  sewer  lines  (Sewer  Work)  (collectively,  SFPUC 
Work);  and 

WHEREAS,  The  MOU  establishes  a  cost  sharing  arrangement  between  SFPUC  and 
SFMTA  for  Segment  A  of  the  Project,  including  the  associated  SFPUC  Work;  and 

WHEREAS,  The  SFPUC  will  reimburse  the  SFMTA  for  the  costs  of  the  SFPUC  Work  as 
set  forth  in  Exhibit  C  of  the  MOU  as  follows:  upon  execution  of  the  MOU,  SFPUC  will  pay  50 
percent  of  funds  allocated  for  payment  by  the  SFPUC  under  the  MOU,  and  the  SFPUC  will 
provide  the  remaining  50  percent  at  the  midpoint  of  construction,  within  60  days  of  the  request 
for  funds  from  the  SFMTA;  and 

WHEREAS,  The  construction  cost  allocations  between  the  SFMTA  and  the  SFPUC  are 
based  on  the  bid  items  for  the  various  work  components  of  Segment  A  of  the  Project,  and  the 
cost  share  allocations  for  project  management,  construction  management,  and  other  non¬ 
construction  costs  between  the  SFMTA  and  the  SFPUC  are  generally  in  direct  proportion  to  the 
anticipated  construction  costs  of  the  various  work  components  of  Segment  A  of  the  Project;  and 


WHEREAS,  Funds  are  available  for  the  Sewer  Work  from  SSIP  Project 
CWWS1PCSSR13  Taraval  St.  Sewer  Improvements  and  funds  for  the  Water  Work  are  available 
from  Water  Project  CUW280PR70  Taraval  St.  Project  and 

WHEREAS,  The  SFPUC,  as  the  owner  of  the  SFPUC  Work  after  final  acceptance,  has 
reviewed  and  approved  designs,  specifications,  and  drawings  for  the  SFPUC  Work  and  will 
review  and  approve  submittals,  change  orders,  and  other  documents  during  construction  of 
Segment  A  of  the  Project  to  ensure  compliance  with  SFPUC  standards  and  other  requirements; 
and 

WHEREAS,  Any  field  changes  or  change  orders  to  the  SFPUC  Work  that  will  impact 
SFPUC  costs  will  have  to  be  reviewed  and  approved  by  the  SFPUC;  and 

WHEREAS,  The  SFMTA’s  total  estimated  cost  for  Segment  A  of  the  Project  is 
$29,299,864,  and  the  SFPUC’s  total  estimated  cost  for  Segment  A  of  the  Project  is  $1 1,843,747, 
consisting  of  $4,986,316  for  the  Water  Work  and  $6,857,431  for  the  Sewer  Work;  and 

WHEREAS,  On  April  14,  2017,  The  Planning  Department  determined  that  the  sewer 
replacement  project  is  categorically  exempt  from  the  California  Environmental  Quality  Act 
(CEQA)  Guidelines  under  Section  15302,  Class  2  (Replacement  or  Reconstruction)  and  on  May 
24,  2018,  the  Department  determined  that  the  water  main  replacement  project  is  categorically 
exempt  from  CEQA  under  the  same  CEQA  Guidelines  Section;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager  of  the  San 
Francisco  Public  Utilities  Commission  to  execute  the  Memorandum  of  Understanding  with  the 
San  Francisco  Municipal  Transportation  Agency  on  file  with  the  Commission  Secretary  for  the 
purposes  of  defining  the  agencies’  roles  and  responsibilities  and  the  terms  and  conditions  by 
which  the  agencies  will  share  the  costs  of  modifying  the  SFPUC’s  water  and  sewer  facilities  on 
Taraval  Street,  from  SF  Zoo  to  Sunset  Boulevard,  in  conjunction  with  Segment  A  of  the  L- 
Taraval  Transit  Improvement  Project,  for  a  total  estimated  cost  to  the  SFPUC  of  $1 1,843,747. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  October  8 ,  201 9. 


Secretary ,  Public  Utilities  Commission 


San  Francisco 

Water  Sewer 
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City  and  County  of  San  Francisco 

London  N.  Breed 

Mayor 
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San  Francisco,  CA  94102 
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Francesca  Vietor,  Vice  President 
Anson  Moran 
Sophie  Maxwell 
Tim  Paulson 


Harlan  L.  Kelly,  Jr. 

General  Manager 


Donna  Hood 

Secretary 


For  information,  contact  the  Commission  Secretary  at  415-554-3165 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site: 
www.sfwater.ora 

Gavel-to-Gavel  coverage  available  at: 
http://sanfrancisco.qranicus.comA/iewPublisher.php7view  id=22 


Accessible  Meeting  Policy:  The  San  Francisco  Public  Utilities  Commission  meeting  will  be  held  in  Room  400, 
at  1  Dr.  Carlton  B.  Goodlett  Place  (400  Van  Ness  Ave.),  San  Francisco,  CA.  The  closest  accessible  BART 
station  is  the  Civic  Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible  MUNI  lines  serving  this 
location  are:  MUNI  Metro  Lines  J-Church,  K-Ingleside,  L-Taraval,  M-Ocean  View,  N-Judah  and  T-Third  at  Van 
Ness  and  Civic  Center  Stations;  F-Market;  19-Polk,  47-Van  Ness;  49-Mission-Van  Ness;  5-Fulton;  6-Parnassus, 
21-Hayes;  9-San  Bruno;  and  7-Haight  Noriega.  For  information  about  MUNI  accessible  services  call  701.4485. 

The  meeting  room  is  wheelchair  accessible.  Accessible  curbside  parking  spaces  have  been  designated  on  the 
Van  Ness  Avenue  and  McAllister  Street  perimeters  of  City  Flail  for  mobility-impaired  persons.  There  is 
accessible  parking  available  within  the  Civic  Center  Underground  Parking  Garage  at  the  corner  of  McAllister 
and  Polk  Streets,  and  within  the  Performing  Arts  Parking  Garage  at  Grove  and  Franklin  Streets. 

To  obtain  a  disability-related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain  meeting 
materials  in  alternative  format,  please  contact  Donna  Hood  at  415.554.3165.  Providing  at  least  72  hours  notice 
will  help  to  ensure  availability.  Written  reports  or  background  materials  for  calendar  items  are  available  for 
public  inspection  and  copying  at  525  Golden  Gate  Ave.,  13th  Floor  during  regular  business  hours  and  are 
available  on-line  at  http://www, sfwater.org/index. aspx?paqe=1 67. 

To  assist  the  City’s  efforts  to  accommodate  persons  with  severe  allergies,  environmental  illnesses,  multiple 
chemical  sensitivity  or  related  disabilities,  attendees  at  public  meetings  are  reminded  that  other  attendees  may 
be  sensitive  to  various  chemical  based  products.  Please  help  the  City  to  accommodate  these  individuals. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are  prohibited 
at  this  meeting.  Please  be  advised  that  the  President  may  order  the  removal  from  the  meeting  room  of  any 
person(s)  responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other  similar  sound-producing 
electronic  devices. 

Know  Your  Rights  Under  the  Sunshine  Ordinance:  Government's  duty  is  to  serve  the  public,  reaching  its 
decision  in  full  view  of  the  public.  Commissions,  boards,  councils  and  other  agencies  of  the  City  and  County 
exist  to  conduct  the  people's  business.  This  ordinance  assures  that  deliberations  are  conducted  before  the 
people  and  that  City  operations  are  open  to  the  people's  review.  For  more  information  on  your  rights  under 
the  Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance,  contact  Administrator,  by  mail  to  Sunshine 
Ordinance  Task  Force,  1  Dr.  Carlton  B.  Goodlett  Place,  Room  244,  San  Francisco,  CA  94102.4689;  by 
phone  at  554.7724;  by  fax  at  554.7854;  or  by  email  at  sotf@sfgov.org. 

Copies  of  the  Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San 
Francisco  Public  Library  and  on  the  City’s  website  at  http://www.sfgov.org. 
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Lobbyist  Registration  and  Reporting  Requirements:  Individuals  and  entities  that  influence  or  attempt  to 
influence  local  legislative  or  administrative  action  may  be  required  by  the  San  Francisco  Lobbyist  Ordinance  [SF 
Campaign  &  Governmental  Conduct  Code  §2.100]  to  register  and  report  lobbying  activity.  For  more  information 
about  the  Lobbyist  Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van  Ness  Avenue, 
Suite  220,  San  Francisco,  CA  941 02;  telephone  (415)  252-31 00;  fax  (41 5)  252-31 1 2;  web  site  at 
www.sfaov.org/ethics. 

CEQA  Appeal  Rights  under  Chapter  31  of  the  San  Francisco  Administrative  Code:  If  the  Commission’s 
action  on  a  project  constitutes  the  Approval  Action  for  that  project  (as  defined  in  S.F.  Administrative  Code 
Chapter  31,  as  amended,  Board  of  Supervisors  Ordinance  Number  161-13),  then  the  CEQA  determination 
prepared  in  support  of  that  Approval  Action  is  thereafter  subject  to  appeal  within  the  time  frame  specified  in  S.F. 
Administrative  Code  Section  31.16.  Typically,  an  appeal  must  be  filed  within  30  calendar  days  of  the  Approval 
Action  for  a  project  that  has  received  an  exemption  or  negative  declaration  pursuant  to  CEQA.  For  information 
on  filing  an  appeal  under  Chapter  31,  contact  the  Clerk  of  the  Board  of  Supervisors  at  City  Hall,  1  Dr.  Carlton  B. 
Goodlett  Place,  Room  244,  San  Francisco,  CA  94102,  or  call  (415)  554-5184.  If  the  Planning  Department’s 
Environmental  Review  Officer  has  deemed  a  project  to  be  exempt  from  further  environmental  review,  an 
exemption  determination  has  been  prepared  and  can  be  obtained  on-line  at  http://www.sf- 
plannina.ora/index.aspx?page=3447. Under  CEQA,  in  a  later  court  challenge,  a  litigant  may  be  limited  to  raising 
only  those  issues  previously  raised  at  a  hearing  on  the  project  or  in  written  correspondence  delivered  to  the 
Board  of  Supervisors,  Planning  Commission,  Planning  Department  or  San  Francisco  Public  Utilities 
Commission  at,  or  priorto,  such  hearing,  or  as  part  of  the  appeal  hearing  process  on  the  CEQA  decision. 


ORDER  OF  BUSINESS 


1.  Call  to  Order 

2.  Roll  Call 

3.  Approval  of  the  Minutes  of  October  8,  2019 

4.  General  Public  Comment  (discussion  only) 

Members  of  the  public  may  address  the  Commission  on  matters  that  are 
within  the  Commission’s  jurisdiction  and  are  not  on  today’s  agenda. 

5.  Communications  (discussion  only) 

a)  Advance  Calendar 

b)  Correspondence  Log 

c)  Contract  Advertisement  Report 

d)  Financial  and  Technology  Policies  Progress  Report 

e)  O’Shaughnessy  Dam  Reservation  Quarterly  Report  -  Third  Quarter 

f)  Water  Supply  Conditions  Update 

6.  Report  of  the  General  Manager  (discussion  only) 

a)  Sewer  System  Improvement  Program  Major  Projects  Update 

b)  Update  on  Development  of  the  Stormwater  Component  of  the  Sewer 
Service  Charge 

c)  Water  Supply  Planning  Update 

d)  Report  on  Recent  San  Francisco  Public  Utilities  Commission  Activities, 
Events  and  Announcements 

7.  Bay  Area  Water  Supply  and  Conservation  Agency  Update  (Sandkulla) 

8.  Other  Commission  Business  (discussion  only) 

The  following  matters  before  the  San  Francisco  Public  Utilities  Commission  are 
recommended  for  action  as  stated  by  the  General  Manager  and  City  Attorney, 
where  applicable.  Explanatory  documents  provided  to  the  Commission  in 
connection  with  this  agenda  are  available  for  public  inspection  and  copying  at  the 
Office  of  the  Commission  Secretary,  525  Golden  Gate  Avenue,  13th  Floor,  San 
Francisco,  CA  94102;  Telephone:  (415)  554-3165;  Fax:  (415)  554-3424;  and  are 
available  on-line  at  htto://www. sfwater. org/index.aspx ?page-1 6 7 

CONSENT  CALENDAR 

9.  All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to 
be  routine  by  the  San  Francisco  Public  Utilities  Commission  and  will  be  acted 
upon  by  a  single  vote  of  the  Commission.  There  will  be  no  separate  discussion 
of  these  items  unless  a  member  of  the  Commission  or  the  public  so  requests,  in 
which  event  the  matter  will  be  removed  from  the  Calendar  and  considered  as  a 
separate  item. 


a)  Approve  an  increase  of  547  consecutive  calendar  days  (approximately  18 
months)  to  the  existing  contract  duration  contingency  for  Contract  No.  WD- 
2621 R,  San  Francisco  Groundwater  Supply  Well  Stations;  and  authorize  the 
190199  General  Manager  to  approve  future  modifications  to  the  contract  for  a  total 
revised  contract  duration  of  up  to  1,934  consecutive  calendar  days 
(approximately  five  years  and  four  months),  with  no  change  in  the  contract 
amount.  (How) 


b)  Accept  work  performed  by  JDB  and  Sons  Construction,  Inc.  for  Contract 
No.  WD-2832,  Sunol  Nursery;  approve  Modification  No.  19  (Final) 

,  p(lV  ,  ,  decreasing  the  contract  amount  by  $83,969,  for  a  total  contract  amount  of 
i  *  l^i  'U  $2,220,092,  and  increasing  the  contract  duration  by  317  consecutive 

calendar  days  (approximately  10  and  one-half  months),  for  a  total  duration 
of  737  consecutive  calendar  days  (approximately  two  years  and  one 
month);  and  authorize  final  payment  to  the  contractor.  (How) 


c)  Accept  work  performed  by  Anvil  Builders,  Inc.  for  Contract  No.  WW-657R, 
Drumm  and  Jackson  Streets  Sewer  Improvements;  approve  Modification 
j  30201  No.  4  (Final),  decreasing  the  contract  amount  by  $1 ,354,443,  for  a  total 

contract  amount  of  $4,363,144  and  a  total  contract  duration  of  257 
consecutive  calendar  days  (approximately  eight  and  one-half  months);  and 
authorize  final  payment  to  the  contractor.  (How) 


REGULAR  CALENDAR 


10.  Discussion  and  possible  action  to  amend  the  Commission  Rules  of  Order  as 
follows:  (1)  Rule  6,  “Organization  and  Election  of  Officers,”  to  establish 
procedures  for  unexpected  vacancy  of  the  Commission  President  and/or  Vice 
President,  and  (2)  Rule  16,  “Order  of  Business,”  to  revise  the  Regular  Meeting 
Agenda  order  of  business.  (Caen) 


11. 

190202 


Approve  the  selection  of  a  pool  of  qualified  respondents  to  the  CleanPowerSF 
Request  for  Offers  of  Renewable  Energy  Supplies  (PRO. 01 53);  authorize  the 
General  Manager  to  negotiate  agreement(s)  with  the  approved  pool  of  qualified 
respondents;  conditionally  authorize  the  General  Manager  to  execute  one  or 
more  agreement(s);  and  authorize  the  General  Manager  to  seek  approval  from 
the  Board  of  Supervisors  to  execute  one  or  more  agreement(s)  with  the 
approved  pool  of  qualified  respondents,  to  the  extent  required.  (Hale) 


19020d2 


Authorize  the  General  Manager  to  execute  a  Joint  Funding  Agreement  with 
the  U.S.  Geological  Survey  for  an  amount  not-to-exceed  $2,182,525  and  with 
a  duration  of  five  years,  to  provide  hydrologic  monitoring  and  stream  gauge 
maintenance  on  the  Tuolumne  River  and  its  tributaries.  (Ritchie) 


13.  Approve  the  selection  of,  and  award  Grant  Agreement  No.  PRO.0151, 
j  9Q?n/  Demonstration  Garden  Operations  and  Programming,  to  the  San  Francisco 
"  Parks  Alliance,  acting  as  the  fiscal  sponsor  for  the  Garden  for  the  Environment 

(GFE),  to  operate  a  public  demonstration  garden  and  deliver  educational 
programming  on  approximately  one-half  acre  of  real  property  under  the 
jurisdiction  of  the  San  Francisco  Public  Utilities  Commission  at  7th  Avenue  and 
Lawton  Streets  in  San  Francisco,  with  a  term  of  five  years  and  in  an  amount  not- 


to  exceed  $800,000;  and  approve  the  terms  and  conditions  of  and  authorize  the 
General  Manager  to  execute  a  five-year,  no-fee  revocable  license  with  the  San 
Francisco  Parks  Alliance,  as  the  GFE’s  fiscal  sponsor,  to  use  the  Property  to 
perform  GFE’s  grant  obligations  under  Agreement  No.  PRO. 01 51.  (Carlin) 

14.  Approve  Direction  to  Staff  Regarding  Development  of  Policy  for  Rationing  for 
Residential  Water  Customers  During  Severe  Drought  instructing  staff  to 
review  the  SFPUC  s  Retail  Water  Shortage  Allocation  Plan  during  the  upcoming 
2020  Urban  Water  Management  Plan  update,  and  as  part  of  that  review, 
analyze  and  make  recommendations  regarding  three  policy  options  for 
mandatory  residential  rationing  during  a  drought  including  imposing  a  lower  level 
of  rationing  on  residential  customer  classes  with  lower  per  capita  water 
consumption  than  those  with  higher  per  capita  water  consumption.  (Ritchie) 

15.  Public  Comment  on  matters  to  be  addressed  during  Closed  Session 

16.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters 
listed  below  as  Conference  with  Legal  Counsel 

The  Commission  will  go  into  Closed  Session  to  discuss  the  following  items: 

17.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1 )  (discussion  only)  (Mueller) 

Existing  Litigation 

Pacific  Gas  &  Electric  Corporation 

Case  No.  19-30088/Date  Filed:  January  29,  2019 

Case  No.  19-30089/Date  Filed:  January  29,  2019 

United  States  Bankruptcy  Court,  Northern  District  of  California 

18.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section 
67.10(d)  (1)  (discussion  only)  (Mueller) 

Existing  Litigation 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 
Docket  No.  ELI  9-38-000/Date  Filed:  January  28,  2019  Federal  Energy 
Regulatory  Commission 

19.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1 )  (discussion  only)  (Mueller) 

Existing  Litigation 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Federal  Energy 
Regulatory  Commission  Complaint  under  Sections  206  and  306  of  the  Federal 
Power  Act. 

Case  No.  ELI  5-3-000/Date  Filed:  October  9,  2014 


Following  Closed  Session,  the  Commission  will  reconvene  in  Open  Session 

20.  Announcement  Following  Closed  Session 

21 .  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session 
pursuant  to  San  Francisco  Administrative  Code  Section  67.12  (a) 

22.  Other  New  Business  (discussion  only) 


23.  Adjournment 
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1 .  Call  to  Order 

Vice  President  (VP)  Vietor  called  the  meeting  to  order  at  1:38  PM. 

2.  Roll  Call 

Present:  Vietor,  Moran,  and  Maxwell 
Excused  absence:  Caen 
Arrived  Late:  Paulson  (2:13  PM) 

3.  Approval  of  the  Minutes  of  October  8,  201 9 

On  Motion  to  approve  the  Minutes  of  October  8,  2019: 

Ayes:  Vietor,  Moran,  and  Maxwell 

No  public  comment 

4.  General  Public  Comment 

•  Francisco  DaCosta  asked  how  the  SFPUC  addresses  environmental 
justice  issue  for  infants,  children,  youth,  elders  and  those  with  physical 
and  mental  challenges.  He  asked  how  much  money  has  been  set  aside 
for  community  benefits  for  those  populations.  He  requested  that 
Commissioners  review  statistics  as  to  what  is  happening  in  the 
community. 

5.  Communications 

a)  Advance  Calendar 

b)  Correspondence  Log 

c)  Contract  Advertisement  Report 

d)  Financial  and  Technology  Policies  Progress  Report 

e)  O’Shauqhnessv  Dam  Reservation  Quarterly  Report  -  Third  Quarter 

f)  Water  Supply  Conditions  Update 

VP  Vietor  asked  that  responses  to  outstanding  Commissions  requests 
(5a)  be  provided. 

No  public  comment. 

6.  Report  of  the  General  Manager 

a)  Sewer  System  Improvement  Program  Major  Projects  Update 

Jignesh  Desai  provided  a  status  update  on  the  New  Headworks  facility 
Project.  He  continued  with  a  construction  status  update  of  Scope  I 
(approximately  75%  complete)  and  Scope  II. A  Bruce  Flynn  (overall  75% 
construction  complete).  He  reviewed  ( 1 )  bid  package  status,  (2) 
construction  progression ,  (3)  bid  package  analysis  (Scope  III  -3-13 
structural  concrete). 

Mr.  Dasai  responded  to  questions  from  VP  Vietor  and  Commissioner 
Maxwell  regarding  the  structural  concrete  bid  packages  (May  2018 
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estimate,  proposers  1  and  2  June  2019  responses).  Brief  discussion 
ensued. 

Mr.  Dasai  continued:  (4)  local  participation,  (5)  bid  package  analysis 
(current  bids  trending  above  estimates),  (6)  geotechnical  design 
approach  (data  report  on  previous  investigation  area,  identify  gaps, 
develop  additional  site-specific  exploration  plan,  Geotechnical 
Interpretive  Report,  and  structural  basis  of  design);  skyscraper  vertical 
concentrated  vs  Headworks  spread  loading,  and  (7)  summary. 

He  responded  to  a  question  from  VP  Vietor  regarding  resilience  and 
preparedness  for  seal  level  rise  and  potential  flooding. 

Commissioner  Paulson  arrived  at  2:13  PM. 

Public  Comment 

•  Francisco  DaCosta  stated  that  warehouse  could  have  been  used 
years  ago  to  store  steel  that  should  have  been  purchased  when  costs 
were  low. 

Mr.  Howard  Fung  responded  to  a  question  from  Commissioner  Maxwell 
regarding  screening  design. 

b)  Update  on  Development  of  the  Stormwater  Component  of  the  Sewer 

Service  Charge 

Erin  Franks,  Rates  Administrator,  began  with  a  background  of  the 
Development  of  the  Stormwater  Component  of  the  Sewer  Service 
Charge.  She  stated  that  the  2018  Rate  Study  determined  that 
stormwater  management  represents  about  1 7%  of  total  water  costs; 
stormwater  costs  are  currently  recovered  through  sanitary  sewer  charge 
based  on  water  use;  separate  charge  recommended  to  recover 
stormwater  costs  (industry  best  practice);  and  implementation  work  is 
underway. 

Ms.  Franks  discussed  the  phased  approach  -  implementation  of  the 
2018  Rate  Study,  and  a  Rate  Study  in  2022  which  will  begin  a  multi-year 
phase-in  of  full  stormwater  flow  cost  allocation  in  wastewater,  with 
properties  with  stormwater  management  eligible  for  bill  credits. 

She  reviewed  current  work  including  billing  system  modification  and 
current  work/outreach  plan  (Fall  2019  through  Summer  2022).  She 
concluded  with  a  review  of  next  steps/Commission  touchpoints. 

VP  Vietor  requested  that  a  copy  of  the  SPUR  report:  “Stormwater  Fees  - 
An  Equitable  Path  to  a  Sustainable  Wastewater  System”  be  distributed 
to  the  Commission. 
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Commissioner  Paulson  stated  that  SPUR  is  a  premier  think-tank  but  is  a 
political  organization  that  takes  positions  on  policy,  and  that  their  reports 
should  be  read  with  that  understanding. 

No  public  comment. 

c)  Water  Supply  Planning  Update 

Steve  Ritchie,  Assistant  General  Manager  (AGM)  Water,  reviewed 
Level-of-Service  (LOS)  goals,  objectives,  and  priorities.  He  continued 
with  review  of  Water  Supply  Planning  Goals  —  Goal  1:  meet  existing 
obligations  to  existing  customers,  Goal  2:  meet  instream  flow 
requirements,  Goals  3  and  4:  address  additional  customer  demands 
through  2040. 

AGM  Ritchie  responded  a  question  from  VP  Vietor  regarding  Goal  3 
(make  San  Jose  and  Santa  Clara  permanent  customers);  a  question 
from  Commissioner  Maxwell  regarding  Goal  4  (meet  the  increased 
demands  projected  by  individual  Wholesale  Customers);  and  to  a 
question  from  VP  Vietor  regarding  the  SFPUC’s  Sustainability  Goal. 

AGM  Ritchie  briefly  discussed:  (1)  potential  Tuolumne  River  area 
projects ,  (2)  potential  regional  recycled  water  projects  (Daly  City 
recycled  water  expansion,  Alameda  County  Water  District  -  Union 
Sanitary  District  purified  water  partnership,  Crystal  Springs  purified 
water,  and  evaluation  of  reuse  opportunities  in  the  Service  Area). 

Mr.  Ritchie  reviewed  potential  other  regional  projects:  ( 1)  Los  Vaqueros 
Reservoir  expansion,  (2)  Bay  Area  Brackish  Water  Desalination,  (3) 
Conveyance  alternatives,  and  (4)  Calaveras  Reservoir  expansion. 

Brief  discussion  ensued  on  storage  methods  and  alternatives. 

He  continued  with  discussion  of  potential  local  water  supply  projects:  (1) 
Easts  id  e  purified  water,  (2)  San  Francisco  Eastside  Satellite  Recycled 
Water  Facility  (including  AWSS),  (3)  innovations  program ,  and  (4) 
Potable  Offset  Ordinance. 

AGM  Ritchie  responded  to  a  question  from  VP  Vietor  regarding 
Distributive  Systems. 

He  continued  with  the  Water  Supply  Planning  Organization  Structure, 
and  Capital  Project  timelines,  (most  projects  are  in  the  early  planning 
stages  and  additional  planning  and  analysis  is  needed  before  they  can 
move  into  environmental  review  or  design).  It  will  take  approximately  10 
to  30  years  to  implement.  He  concluded  with  final  thoughts/next-steps. 


SFPUC  MINUTES  -  OCTOBER  22,  2019 


4 


In  response  to  a  question  from  VP  Vietor  as  to  when  the  265  mgd 
obligation  will  be  revisited,  AGM  Ritchie  indicated  is  a  contractual 
obligation.  Discussion  ensued. 

Commissioner  Moran  requested  a  table  showing  projection  of  “needs” 
and  “sources”  (needs  and  obligations  -  how  obligations  will  be  met). 

Nicole  Sandkulla,  BAWSCA  CEO,  stated  BAWSCA  agencies  are 
reviewing  demand  projections,  which  will  be  completed  this  fiscal  year 
and  presented  in  February.  She  stated  BAWSCA  agencies  are 
interested  in  reducing  use.  Brief  discussion  ensued. 

Public  Comment 

•  Nicole  Sandkulla  thanked  AGM  Ritchie  for  his  presentation  and  for  the 
project  descriptions.  She  discussed  the  importance  of  the  capital 
project  timeline  to  the  wholesale  customers. 

The  Commission  Secretary  noted  correspondence  related  to  item  6c 
received  from  Peter  Drekmeier,  Tuolumne  River  Trust.  The 
correspondence  was  distributed  to  the  Commission. 

d)  Report  on  Recent  San  Francisco  Public  Utilities  Commission  Activities, 

Events  and  Announcements 

None. 

7.  Bay  Area  Water  Supply  and  Conservation  Agency  (BAWSCA)  Update 
Nicole  Sandkulla  reviewed  BAWSCA’s  Capital  Improvement  Planning  (CIP) 
Comparison  Study  (2019),  copies  of  which  were  distributed  to  the 
Commission.  She  noted  why  the  study  was  done,  why  BA  WSCA  and  its 
agencies  are  interested  in  it.  She  indicated  nine  West  coast  agencies 
participated.  She  reviewed  the  common  elements  of  a  sound  CIP.  Cl  P’s  for 
participant  agencies  were  compared  and  contrasted  for  specific  CIP 
elements.  She  presented  findings  and  recommendations  for  the  SFPUC. 

No  public  comment. 

8.  Other  Commission  Business 
None. 

9.  Consent  Calendar 

a)  Approve  an  increase  of  547  consecutive  calendar  days  to  the  existing 

contract  duration  contingency  for  Contract  No.  WD-2621R,  San  Francisco 

Groundwater  Supply  Well  Stations;  and  authorize  the  General  Manager  to 

approve  future  modifications  to  the  contract  for  a  total  revised  contract 

duration  of  up  to  1 ,934  consecutive  calendar  days,  with  no  change  in  the 

contract  amount.  (Resolution  19-0199) 
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Accept  work  performed  by  JDB  and  Sons  Construction,  Inc,  for  Contract  No. 

WD-2832,  Sunol  Nursery;  approve  Modification  No.19  (Final)  decreasing 

the  contract  amount  by  $83,969,  for  a  total  contract  amount  of  $2,220,092, 


and  increasing  the  contract  duration  by  317  consecutive  calendar  days,  for 

a  total  duration  of  737  consecutive  calendar  days;  and  authorize  final 

payment  to  the  contractor.  (Resolution  19-0200) 

c)  Accept  work  performed  by  Anvil  Builders,  Inc,  for  Contract  No.  WW-657R, 

Drumm  and  Jackson  Streets  Sewer  Improvements;  approve  Modification 

No.  4  (Final),  decreasing  the  contract  amount  by  $1 ,354,443,  for  a  total 


contract  amount  of  $4,363,144  and  a  total  contract  duration  of  257 


consecutive  calendar  days;  and  authorize  final  payment  to  the  contractor. 

(Resolution  19-0201) 

On  Motion  to  approve  Consent  Calendar  items  9a  through  c: 

Ayes:  Vietor,  Moran,  Maxwell  and  Paulson 


No  public  comment. 


10.  Discussion  and  possible  action  to  amend  the  Commission  Rules  of  Order  as 

follows:  (1)  Rule  6,  “Organization  and  Election  of  Officers,”  to  establish 

procedures  for  unexpected  vacancy  of  the  Commission  President  and/or  Vice 

President,  and  (2)  Rule  16,  “Order  of  Business,”  to  revise  the  Regular  Meeting 

Agenda  order  of  business. 

Deputy  City  Attorney  Francesca  Gessner  responded  to  a  question  from 
Commissioner  Paulson  regarding  the  need  for  changing  to  Pule  6. 


On  Motion  to  approve  item  10: 

Ayes:  Vietor,  Moran,  Maxwell  and  Paulson 


No  public  comment. 

1 1 .  Approve  the  selection  of  a  pool  of  qualified  respondents  to  the  CleanPowerSF 

Request  for  Offers  of  Renewable  Energy  Supplies  (PRO.Q153);  authorize  the 

General  Manager  to  negotiate  aqreement(s)  with  the  approved  pool  of  qualified 

respondents;  conditionally  authorize  the  General  Manager  to  execute  one  or 

more  aqreement(s);  and  authorize  the  General  Manager  to  seek  approval  from 

the  Board  of  Supervisors  to  execute  one  or  more  aqreement(s)  with  the 

approved  pool  of  qualified  respondents,  to  the  extent  required.  (Resolution  19- 
0202) 

Barbara  Hale,  AGM  Power,  responded  to  a  question  from  Commissioner  Moran 
regarding  the  bid  process. 

On  Motion  to  approve  item  1 1: 

Ayes:  Vietor,  Moran,  Maxwell  and  Paulson 


No  public  comment. 
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12.  Authorize  the  General  Manager  to  execute  a  Joint  Funding  Agreement  with  the 

U.S.  Geological  Survey  for  an  amount  not-to-exceed  $2,182,525  and  with  a 


duration  of  five  years,  to  provide  hydrologic  monitoring  and  stream  gauge 

maintenance  on  the  Tuolumne  River  and  its  tributaries.  (Resolution  19-0204) 
On  Motion  to  approve  item  12: 

Ayes:  Vietor,  Moran,  Maxwell  and  Paulson 


No  public  comment. 


13.  Approve  the  selection  of,  and  award  Grant  Agreement  No.  PRQ.0151 , 
Demonstration  Garden  Operations  and  Programming,  to  the  San  Francisco 

Parks  Alliance,  acting  as  the  fiscal  sponsor  for  the  Garden  for  the  Environment 

(GFE),  to  operate  a  public  demonstration  garden  and  deliver  educational 

programming  on  approximately  one-half  acre  of  real  property  under  the 

jurisdiction  of  the  San  Francisco  Public  Utilities  Commission  at  7th  Avenue  and 

Lawton  Streets  in  San  Francisco,  with  a  term  of  five  years  and  in  an  amount  not- 

to-exceed  $800.000;  and  approve  the  terms  and  conditions  of  and  authorize  the 


General  Manager  to  execute  a  five-year,  no-fee  revocable  license  with  the  San 

Francisco  Parks  Alliance,  as  the  GFE’s  fiscal  sponsor,  to  use  the  Property  to 

perform  GFE’s  grant  obligations  under  Agreement  No.  PRO.Q1 51 .  (Resolution 
19-0203) 

On  Motion  to  approve  item  13: 

Ayes:  Vietor,  Moran,  Maxwell  and  Paulson 


No  public  comment. 

14.  Approve  Direction  to  Staff  Regarding  Development  of  Policy  for  Rationing  for 

Residential  Water  Customers  During  Severe  Drought  instructing  staff  to  review 

the  SFPUC’s  Retail  Water  Shortage  Allocation  Plan  during  the  upcoming  2020 

Urban  Water  Management  Plan  update,  and  as  part  of  that  review,  analyze  and 

make  recommendations  regarding  three  policy  options  for  mandatory  residential 

rationing  during  a  drought  including  imposing  a  lower  level  of  rationing  on 

residential  customer  classes  with  lower  per  capita  water  consumption  than  those 

with  higher  per  capita  water  consumption.  (Resolution  19-0205) 

AGM  Ritchie  introduced  the  item.  He  indicated  the  policy  will  allow  staff  to 
analyze  and  make  recommendations  regarding  three  policy  options  for 
mandatory  residential  rationing  during  a  drought.  Once  developed,  the  policy  will 
be  brought  before  the  Commission  for  consideration. 

AGM  Ritchie  responded  to  a  question  from  Commissioner  Moran  as  to  whether 
there  are  new  elements  included  in  the  guidance. 

AGM  Ritchie  responded  to  a  question  from  Commissioner  Moran  if  there  are 
potential  conflicts  with  the  policy  and  previously  approved  Water  Supply 
Assessments. 


On  Motion  to  approve  item  14: 
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Ayes:  Vietor,  Moran,  Maxwell  and  Paulson 
No  public  comment. 

15.  Public  Comment  on  matters  to  be  addressed  during  Closed  Session 

None. 

16.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters 

listed  below  as  Conference  with  Legal  Counsel 

On  Motion  to  assert  attorney-client  privilege: 

Ayes:  Vietor,  Moran,  Maxwell  and  Paulson 

The  Commission  entered  Closed  Session  at  3:52  PM. 

17.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 

(dim 

Existing  Litigation 

Pacific  Gas  &  Electric  Corporation 

Case  No.  19-30088/Date  Filed:  January  29.  2019 

Case  No.  19-30089/Date  Filed:  January  29,  2019 

United  States  Bankruptcy  Court.  Northern  District  of  California 

18.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section 

67.10(d)  (1) 

Existing  Litigation 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 

Docket  No.  ELI 9-38-000/Date  Filed:  January  28.  2019  Federal  Energy 

Regulatory  Commission 

19-  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 

(dim 

Existing  Litigation 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Federal  Energy 

Regulatory  Commission  Complaint  under  Sections  206  and  306  of  the  Federal 
Power  Act. 

Case  No.  ELI  5-3-000/Date  Filed:  October  9,  2014 

Commissioner  Paulson  left  the  meeting  at  4:53  PM. 

The  Commission  exited  Closed  Session  at  5:01  PM. 

20.  Announcement  Following  Closed  Session 

VP  Vietor  stated  no  action  was  taken. 
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21.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session 

pursuant  to  San  Francisco  Administrative  Code  Section  67.12  (a) 

On  Motion  not  to  disclose: 

Ayes:  Vietor,  Moran,  and  Maxwell 

22.  Other  New  Business 
None. 

23.  Adjournment 

The  meeting  was  adjourned  at  5:01  PM. 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  19-0199 


WHEREAS,  On  January  13,  2015,  per  Resolution  15-0017,  this  Commission  approved 
the  award  of  Water  Enterprise,  Water  System  Improvement  Program-funded  Contract  No.  WD- 
262 1R,  San  Francisco  Groundwater  Supply  Well  Stations,  to  Western  Water  Constructors,  Inc; 
and 


WHEREAS,  The  construction  contract  Notice-to-Proceed  date  was  set  for  March  16, 
2015; and 

WHEREAS,  The  original  contract  amount  was  for  $14,955,100  and  the  original  contract 
duration  was  750  consecutive  calendar  days;  and 

WHEREAS,  Sections  6.22(h)  of  the  Administrative  Code  requires  that  any  cumulative 
increase  in  contract  amount  or  duration  in  excess  of  10%  of  the  original  contract  amount  or 
duration  be  approved  by  this  Commission;  and 

WHEREAS,  On  July  25,  2017,  per  Resolution  No.  17-0167,  this  Commission  approved  an 
increase  of  230  consecutive  calendar  days  to  the  contract  duration  contingency,  increasing  the  total 
duration  contingency  to  303  consecutive  calendar  days  for  a  total  revised  contract  duration  of  up  to 
1 ,053  consecutive  calendar  days;  and 

WHEREAS,  On  December  12,  2017,  per  Resolution  No.  17-0240,  this  Commission  approved 
an  increase  of  334  consecutive  calendar  days  to  the  duration  contingency,  increasing  the  total 
duration  contingency  to  637  consecutive  calendar  days  for  a  total  revised  contract  duration  of  up  to 
1,387  consecutive  calendar  days;  and 

WHEREAS,  An  increase  of  547  consecutive  calendar  days  to  the  contract  duration 
contingency  in  is  being  requested  to  complete  remaining  punchlist  items  including  a  replacement 
of  a  chemical  injector,  and  repair  or  replacement  of  variable  frequency  drives,  and  to  perform 
additional  miscellaneous  work;  and 

WHEREAS,  The  Contract  Monitoring  Division  established  a  Local  Business  Enterprise 
(LBE)  subcontracting  goal  of  18%  for  this  construction  contract,  and  the  contractor  committed  to 
a  LBE  participation  of  21.71%  with  its  bid  submittal,  and  this  remains  unchanged;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUW30102  -  San  Francisco 
Groundwater  Supply;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  an  increase  of  547  consecutive 
calendar  days  to  the  existing  contract  duration  contingency  for  Water  Enterprise,  Water  System 
Improvement  Program-funded  Contract  No.  WD-2621R,  San  Francisco  Groundwater  Supply 
Well  Stations;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager, 
or  his  designee,  to  consider  and,  if  appropriate,  to  approve  any  future  modifications  to  the 
contract  duration  for  a  total  contract  duration  of  up  to  1,934  consecutive  calendar  days,  with  no 
change  in  the  contract  amount. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  October  22,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0200 


WHEREAS,  Construction  has  been  completed  for  Contract  No.  WD-2832,  Sunol 
Nursery  in  Sunol,  California  by  the  contractor,  JBD  and  Sons  Construction,  Inc.;  and 

WHEREAS,  On  June  13,  2017,  by  Resolution  No.  17-0138,  this  Commission  awarded 
Contract  No.  WD-2832,  Sunol  Nursery,  for  an  original  contract  amount  of  $2,194,000  to  JDB 
and  Sons  Construction,  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-to-Proceed  date  was  set  for  September  6, 
2017,  with  an  original  schedule  of  135  consecutive  calendar  days,  and  the  contract  work  was 
completed  in  737  consecutive  calendar  days  on  September  16,  2019;  and 

WHEREAS,  Modifications  Nos.  1-4  were  issued,  within  the  original  10%  contingency, 
for  a  total  of  $45,473,  to  install  a  virgin  Class  2  aggregate  base  along  the  access  road  in  lieu  of  a 
recycled  aggregate  base,  to  install  concrete  in  the  bottom  of  electrical  pull  boxes,  to  relocate  the 
office  door,  and  for  additional  garage  door  hardware,  for  a  total  contract  amount  of  $2,239,473, 
with  no  change  to  the  contract  duration;  and 

WHEREAS,  On  April  24,  2018,  by  Resolution  No.  18-0064,  this  Commission  approved 
an  increase  of  272  consecutive  calendar  days  to  the  existing  contract  duration  contingency  for  a 
total  duration  contingency  of  285  consecutive  calendar  days  and  a  total  contract  duration  of  up  to 
420  consecutive  calendar  days;  and 

WHEREAS,  Modifications  Nos.  5-18  were  issued  for  a  total  of  $64,588  and  285 
consecutive  calendar  days  for  various  electrical  system  changes,  fence  enclosures  and  gates, 
water  pipelines  and  reengineering  services,  fabrication  and  installation  of  the  shade  house 
structure,  for  a  total  contract  amount  of  $2,304,06 1  and  a  total  contract  duration  of  420 
consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  19  (Final)  is  being  requested  to  decrease  the  contract 
amount  by  $83,969  for  a  total  contract  amount  of  $2,220,092,  and  to  increase  the  contract 
duration  by  317  consecutive  calendar  days  for  a  total  contract  duration  of  737  consecutive 
calendar  days,  to  account  for  delays  associated  with  differing  site  conditions,  fabrication, 
delivery  and  installation  delays  on  the  greenhouse,  garage,  and  shade-house  structures;  to 
accommodate  change  order  negotiations  and  revisions  to  the  redline  drawings;  to  address  issues 
with  the  UV  system;  to  order  and  install  missing  equipment  in  the  greenhouse;  to  perform 
additional  electrical  testing;  and  to  fulfill  City  requested  changes  to  the  closeout  documentation 
requirements  for  the  equipment  data  sheets  and  Operations  &  Maintenance  manuals;  and 

WHEREAS,  The  Contract  Monitoring  Division  has  determined  that  JDB  and  Sons 
Construction,  Inc.  has  substantially  complied  with  the  Local  Business  Enterprise  (LBE) 
subcontracting  requirements  associated  with  this  project  by  achieving  a  final  LBE  participation 
of  18.35%;  and 


WHEREAS,  Funds  are  available  from  Project  No.  CUW2752101,  Native  Plant  Nursery; 
now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  accepts  work  performed  for  Water  Enterprise 
Capital  Improvement  Program-funded  Contract  No.  WD-2832  -  Sunol  Nursery,  approves 
Modification  No.  19  (Final),  decreasing  the  contract  by  $83,969,  for  a  total  contract  amount  of 
$2,220,092,  and  increasing  the  contract  duration  by  317  consecutive  calendar  days,  for  a  total 
contract  duration  of  737  consecutive  calendar  days,  and  authorizes  final  payment  to  the 
contractor,  JDB  and  Sons  Construction,  Inc. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  October  22,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0201 


WHEREAS,  Construction  has  been  completed  for  Contract  No.  WW-657R,  Drumm  and 
Jackson  Streets  Sewer  Improvements  in  San  Francisco,  California,  by  the  contractor,  Anvil 
Builders,  Inc.;  and 

WHEREAS,  On  January  9,  2018,  per  Resolution  No.  18-0006,  this  Commission 
approved  the  award  of  Sewer  System  Improvement  Program  (SSIP)-funded  Contract  No.  WW- 
657R,  Drumm  and  Jackson  Streets  Sewer  Improvements,  in  the  amount  of  $5,240,900  to  Anvil 
Builders,  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-to-Proceed  date  was  set  for  March  19, 
2018,  with  an  original  duration  of  200  consecutive  calendar  days,  and  the  contract  work  was 
completed  in  257  consecutive  calendar  days  on  November  30,  2018;  and 

WHEREAS,  Modification  No.  1  was  issued  within  the  original  10%  contingency  for 
$73,692  to  remove  unforeseen  obstructions  found  in  the  existing  sewer,  increasing  the  contract 
amount  to  $5,314,592;  and 

WHEREAS,  On  September  25,  2018,  per  Resolution  No.  18-0158,  this  Commission 
approved  an  increase  of  90  consecutive  calendar  days  to  the  existing  contract  duration 
contingency  for  a  total  contract  duration  of  up  to  310  consecutive  calendar  days,  with  no  change 
to  the  contract  amount;  and 

WHEREAS,  Modification  Nos.  2-3  were  issued  for  an  amount  of  $402,995,  for  scope 
changes  to  the  mortaring  method  to  accommodate  site  conditions,  and  a  duration  increase  of  57 
consecutive  calendar  days  due  to  unanticipated  shutdown  activities  by  SFPUC  that  prevented  the 
contractor  from  performing  work,  for  a  total  contract  amount  of  $5,7 17,587  and  a  total  contract 
duration  of  257  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  4  (Final)  is  being  requested  for  quantities  adjustments  to 
reflect  actual  quantities  used,  decreasing  the  contract  by  $1,354,443,  for  a  total  contract  amount 
of  $4,363,144,  with  no  change  to  the  contract  duration;  and 

WHEREAS,  The  Contract  Monitoring  Division  has  determined  that  Anvil  Builders,  Inc. 
has  substantially  complied  with  the  Local  Business  Enterprise  (LBE)  subcontracting  requirement 
associated  with  this  project  by  achieving  a  final  LBE  participation  of  12.09%;  and 


WHEREAS,  Funds  are  available  from  Project  No.  CWWSIPCSSR09;  now,  therefore,  be 


it 


RESOLVED,  That  this  Commission  hereby  accepts  work  performed  for  SSIP-funded 
Contract  No.  WW-657R,  Drumm  and  Jackson  Streets  Sewer  Improvements,  approves 
Modification  No.  4  (Final),  decreasing  the  contract  by  $1,354,443,  for  a  total  contract  amount  of 
$4,363,144  and  a  total  contract  duration  of  257  consecutive  calendar  days,  and  authorizes  final 
payment  to  the  contractor,  Anvil  Builders,  Inc. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  October  22,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.: _ 19-0202 


WHEREAS,  The  San  Francisco  Board  of  Supervisors  established  a  Community  Choice 
Aggregation  (CCA)  program  in  2004  (Ordinance  86-04)  and  has  implemented  the  program, 
called  CleanPowerSF,  through  the  work  of  the  San  Francisco  Public  Utilities  Commission 
(SFPUC)  in  consultation  with  the  San  Francisco  Local  Agency  Formation  Commission 
(Ordinances  146-07,  147-07,  and  232-09);  and 

WHEREAS,  In  April  2019,  CleanPowerSF  completed  citywide  enrollment  of  residential 
accounts,  with  an  annual  energy  requirement  of  approximately  3,000  gigawatt-hours;  and 

WHEREAS,  On  August  12,  2019,  to  acquire  new  local  renewable  energy  supplies,  the 
SFPUC  issued  a  Request  for  Offers  for  Local  Renewable  Energy  Supplies,  PRO.0153,  seeking 
bids  for  energy,  environmental  attributes  and  capacity  from  new  and  existing  Eligible 
Renewable  Energy  Resources,  as  defined  in  California  Public  Resources  Code  Section  25741, 
located  within  California  NP15  region,  as  defined  by  California  Independent  System  Operator, 
to  support  the  CleanPowerSF  program;  and 

WHEREAS,  PRO.0153,  Local  Renewable  Energy  Supplies,  sought  renewable  energy 
produced  and  delivered  by  new  or  existing  generating  facilities  with  an  initial  contract  delivery 
date  as  early  as  December  2021  and  as  late  as  December  2024  for  contract  terms  of  one  to  25 
years,  plus  optional  extensions,  including,  to  the  extent  available,  the  Resource  Adequacy 
(“RA”)  Capacity  for  any  generating  facilities  that  have  achieved  or  are  expected  to  achieve  full 
capacity  deliverability  status;  and 

WHEREAS,  The  SFPUC  received  15  project  proposals  responsive  to  PRO.0153,  Local 
Renewable  Energy  Supplies,  and  on  October  4,  2019,  notified  that  some  or  all  of  their  proposals 
submitted  under  PRO.0153  were  selected  for  further  consideration  from  the  following  pool  of 
qualified  respondents:  Candela  Renewables,  LLC;  EDF  Renewables,  Inc.;  E.ON  Climate  & 
Renewables  North  America,  LLC;  Intersect  Power;  LS  Power  Development;  NextEra  Energy 
Resources  Development,  LLC;  Recurrent  Energy  Development  Holdings,  LLC;  Solar  Frontier 
Americas,  Inc.;  TGP  Energy  Management,  LLC;  and 

WHEREAS,  This  approval  does  not  constitute  a  project  under  the  California 
Environmental  Quality  Act  (CEQA)  Guidelines  Section  15378  because  there  would  be  no 
physical  change  in  the  environment;  now,  therefore  be  it 

RESOLVED,  That  the  Commission  approves  the  pool  of  qualified  respondents  identified 
in  this  Resolution  for  local  renewable  energy  solicited  through  PRO.0153,  Local  Renewable 
Energy  Supplies,  and  authorizes  the  General  Manager  to  negotiate  energy  supply  agreements 
with  one  or  more  of  the  respondents;  and  be  it 

FURTHER  RESOLVED,  That  the  Commission  conditionally  authorizes  the  General 
Manager  to  execute  energy  supply  contracts  with  one  or  more  of  the  respondents  and  to  seek 
Board  of  Supervisors  approval,  if  required,  to  execute  the  energy  supply  contracts,  subject  to  the 
following  conditions: 


(i)  the  total  cost  of  the  executed  contracts  is  consistent  with  the  rate  setting 
methodology  adopted  by  the  Commission  in  Resolution  15-01 12; 

(ii)  the  renewable  energy  supplied  under  a  contract  pursuant  to  either  PRO. 0153 
is  from  resources  eligible  to  be  counted  as  Portfolio  Content  Category  1 
resources  as  defined  by  the  California  Renewables  Portfolio  Standard; 

(iii)  counterparties  to  any  contract  must  maintain  an  acceptable  credit  rating  or 
provide  equivalent  credit  support  or  performance  assurance  for  the  duration 
of  the  contract  through  an  acceptable  credit  mechanism; 

(iv)  the  total  combined  volume  of  power  procured  under  PRO.0153,  Local 
Renewable  Energy  Supplies,  shall  not  exceed  350  MW  per  year  (average); 

(v)  the  duration  of  any  contract  under  PRO.0153  shall  not  exceed  25  years, 
unless  the  Commission  approves  a  contract  extension;  and 

(vi)  the  total  cost  of  all  energy  supply  contracts  executed  under  this  authorization 
shall  not  exceed  $35  million  per  year. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  October  22,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0203 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)’s  mission  is  to 
provide  its  customers  with  high  quality,  efficient  and  reliable  water,  power,  and  sewer  services  in 
a  manner  that  is  inclusive  of  environmental  and  community  interests,  and  that  sustains  the 
resources  entrusted  into  its  care;  and 

WHEREAS,  The  SFPUC  recognizes  the  operational  and  regulatory  need  to  educate  San 
Francisco  rate  payers  and  residents  about  water  conservation  and  pollution  prevention;  and 

WHEREAS,  The  SFPUC’s  National  Pollution  Discharge  Elimination  System  (NPDES) 
permits  require  the  SFPUC  to  maintain  a  pollution  prevention  program  for  its  Water  Pollution 
Control  plants;  and 

WHEREAS,  The  SFPUC  promotes  water-efficient  gardening  and  landscaping  practices 
as  part  of  its  water  conservation  program,  which  in  turn  is  part  of  the  agency’s  Local  Water 
Program  to  supplement  and  diversify  water  supplies  and  enhance  water  supply  reliability  and 
resiliency  for  the  future;  and 

WHEREAS,  The  City  and  County  of  San  Francisco  (City)  owns  approximately  one-half 
acre  of  real  property  under  the  jurisdiction  of  the  SFPUC  at  7th  Avenue  and  Lawton  Street 
(License  Area);  and 

WHEREAS,  In  201 1,  the  SFPUC  adopted  the  Demonstration  Agriculture  Pilot  Program, 
which  seeks  to  proactively  develop  demonstration  agriculture  as  a  secondary  use  on  in-City  land 
under  the  jurisdiction  of  the  SFPUC,  and  the  SFPUC  designated  the  License  Area  as  a  site  in  the 
pilot  program;  and 

WHEREAS,  The  Demonstration  Garden  is  designed  to  educate  local  students  with  free, 
on-site  field  trips  and  curriculum  tied  to  the  Common  Core  Educational  Standards  of  the  State  of 
California  and  educate  adults  about  sustainable  gardening  practices  with  a  focus  on  water 
conservation  and  pollution  prevention;  and 

WHEREAS,  The  Garden  for  the  Environment  (GFE)  is  a  non-profit  organization  that  has 
used  the  License  Area  under  prior  no-fee  SFPUC  revocable  licenses  since  2008  to  teach  the  San 
Francisco  public  about  organic  gardening,  sustainable  food  production,  pollution  prevention  and 
low  water-use  landscaping  in  urban  settings;  and 

WHEREAS,  On  June  11,  2013,  by  Resolution  No.  13-0089,  this  Commission  awarded 
Agreement  No.  CS-320,  Grant  Agreement  to  San  Francisco  Parks  Alliance  acting  as  fiscal 
sponsor  for  GFE  in  the  amount  of  $460,000  and  with  five-year  term  and  concurrently  issued  a 
license  for  GFE’s  use  of  the  License  Area;  and 

WHEREAS,  On  April  25,  2017,  by  Resolution  No.  17-0095,  this  Commission  approved 
Amendment  No.  1  to  Agreement  No.  CS-320,  increasing  the  grant  amount  by  $380,000  and 
extending  the  term  by  two  years,  and  by  Resolution  No.  17-0096,  approved  a  new  five-year, 
revocable  no  fee  license  for  the  License  Area;  ;  and 

WHEREAS,  CS-320  expires  on  July  1,  2020  and  the  2017  License  expires  June  30,  2022; 

and 

WHEREAS,  On  June  4,  2019,  the  SFPUC  issued  a  request  for  proposals  (RFP)  for  public 
demonstration  garden  operations  and  programming;  and 


WHEREAS,  SFPUC  received  one  response  to  the  RFP  from  the  San  Francisco  Parks 
Alliance,  acting  as  fiscal  sponsor  for  the  GFE,  and  has  selected  the  Parks  Alliance 
(Grantee/Ficensee)  to  enter  into  a  grant  agreement  to  operate  a  public  demonstration  garden 
(Demonstration  Garden)  and  deliver  educational  programming  for  youth  and  adults  on  the 
Ficense  Area  for  a  term  of  five  years  and  an  amount  not  to  exceed  $800,000  (Grant);  and 

WHEREAS,  As  a  condition  of  the  Grant,  Ficensee  has  agreed  to  enter  a  new,  no-fee 
revocable  license  to  operate  the  Demonstration  Garden  on  the  Ficense  Area  (2020  Ficense) 
which  has  a  five-year  term  that  runs  concurrent  with  the  Grant  Agreement  and  is  contingent  upon 
Grantee/Ficensee’ s  continued  operations  under  the  Grant;  and 

WHEREAS,  Issuing  the  2020  Ficense  to  Grantee/Ficensee  with  no  use  fee  serves  the 
SFPUC’ s  primary  utility  purpose  because  it  allows  Grantee/Ficensee  to  perform  its  grant 
obligations  under  Agreement  No.  PRO.0151  to  promote  water  efficient  landscaping  and  educate 
San  Francisco  residents  to  adopt  practices  to  conserve  water  and  prevent  pollution;  and 

WHEREAS,  Issuance  of  the  2020  Ficense  meets  the  Commission-approved  2011 
Community  Benefits  Policy  and  the  2009  Environmental  Justice  Policy;  and 

WHEREAS,  Funds  for  this  grant  agreement  are  available  from  the  Water  Enterprise 
Water  Conservation  operating  budget  (COA  295647-10000-10029995)  and  the  Wastewater 
Enterprise  Collection  System  Division  operating  budget  (COA  292649-10000-10030002);  and 

WHEREAS,  On  May  20,  2013,  the  Planning  Department  determined  that  this  action  is 
exempt  from  the  California  Environmental  Quality  Act  (CEQA)  under  CEQA  Guidelines 
Section  15301,  Class  1;  now,  therefore,  be  it 

RESOFVED,  That  this  Commission  hereby  finds  that  issuing  the  2020  Ficense  to 
Grantee  with  no  use  fee  serves  the  SFPUC’ s  primary  utility  purpose  by  allowing  the  Grantee  to 
perform  its  obligations  under  Grant  Agreement  No.  PRO.0151  which  serves  to  educate  San 
Francisco  residents  to  adopt  practices  to  conserve  water  and  prevent  water  pollution;  and  be  it 

RESOFVED,  That  this  Commission  hereby  ratifies,  approves  and  authorizes  all  actions 
taken  by  any  City  official  in  connection  with  the  Grant  and  2020  Ficense;  and  be  it 

FURTHER  RESOFVED,  That  this  Commission  authorizes  the  General  Manager  to 
negotiate  and  execute  Grant  Agreement  No.  PRO.0151  with  the  San  Francisco  Parks  Alliance  in 
the  amount  of  $800,000  and  with  a  term  of  five  years,  and  execute  the  2020  Ficense  with  the  San 
Francisco  Parks  Alliance  with  a  term  of  five  years  and  no  use  fee  in  the  form  on  file  with  the 
Commission  Secretary;  and  be  it 

FURTHER  RESOFVED,  That  this  Commission  hereby  authorizes  the  SFPUC  General 
Manager  to  enter  into  any  amendments  or  modifications  to  the  2020  Ficense,  including  without 
limitation,  the  exhibits,  that  the  General  Manager  determines,  in  consultation  with  the  City 
Attorney,  are  in  the  best  interest  of  the  City;  do  not  materially  increase  the  obligations  or 
liabilities  of  the  City;  are  necessary  or  advisable  to  effectuate  the  purposes  and  intent  of  the 
Grant,  the  2020  Ficense  or  this  resolution;  and  are  in  compliance  with  all  applicable  laws, 
including  the  City  Charter. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  October  22,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


19-0204 


WHEREAS,  Under  the  Raker  Act  (38  Stat.  242),  the  San  Francisco  Public  Utilities  Commission 
(SFPUC)  is  obligated  to  measure  the  natural  flow  on  the  Tuolumne  River  at  or  above  La  Grange  Dam,  and 
at  other  points  on  the  Tuolumne  River  or  its  tributaries,  and  maintain  hydrographic  records;  and 

WHEREAS,  The  U.S.  Geological  Survey  (USGS)  maintains  stream  and  reservoir  storage  gauges 
across  the  United  States  for  the  purposes  of  measuring  stream  flow  and  characterizing  hydrology  and  is 
recognized  for  its  neutral  third-party  independence  and  scientific  expertise  in  hydrologic  monitoring;  and 

WHEREAS,  The  SFPUC  has  entered  into  joint  funding  agreements  (JFAs)  for  hydrologic 
monitoring  and  stream  gage  maintenance  with  the  USGS  for  many  years  and  relies  on  the  independence 
and  expertise  of  the  USGS  to  fulfill  its  obligations  under  the  Raker  Act;  and 

WHEREAS,  Most  recently,  with  authorization  from  the  Commission  on  October  28,  2014,  by 
Resolution  No.  14-0170,  the  SFPUC  executed  a  JFA  with  the  USGS  for  an  amount  not-to-exceed 
$1,885,725,  and  a  duration  of  five  years,  expiring  on  October  31,  2019;  and 

WHEREAS,  The  Joint  Funding  Agreement  in  the  form  on  file  with  the  Commission  Secretary  will 
allow  the  SFPUC  to  continue  to  rely  on  the  USGS  to  measure  the  natural  flow  in  the  Tuolumne  River  and 
its  tributaries  and  maintain  critical  hydrological  records  to  fulfill  the  SFPUC’ s  obligations  under  the  Raker 


Act;  and 


WHEREAS,  The  estimated  cost  of  services  is  $2,182,525;  and 

WHEREAS,  Services  are  anticipated  to  begin  in  November  2019  and  end  in  October  2024  and  the 
total  duration  of  this  agreement  is  five  (5)  years;  and 

WHEREAS,  Funds  for  this  agreement  will  be  available  from  the  Hetch  Hetchy  Water  and  Power 
Operating  budget;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager  of  the  San  Francisco 
Public  Utilities  Commission  to  execute  a  Joint  Funding  Agreement  for  hydrologic  monitoring  and  stream 
gage  maintenance  in  the  form  on  file  with  the  Commission  Secretary  with  the  U.S.  Geological  Survey  for 
an  amount  not-to-exceed  $2,182,525,  and  with  a  total  duration  of  five  years. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  October  22,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


19-0205 


WHEREAS,  The  Retail  Water  Shortage  Allocation  Plan  (RWSAP)  was  adopted  by  the 
Commission  on  December  11,  2001  by  Resolution  No.  01-0245  to  provide  the  San  Francisco 
Public  Utilities  Commission  (SFPUC)  with  a  guidance  tool  to  be  used  for  allocating  water 
among  SFPUC  retail  customers  in  the  event  of  a  water  shortage  due  to  drought;  and 

WHEREAS,  Water  Supply  Assessments  approved  by  the  Commission  on  May  28,  2019 
and  June  11,  2019  stated  that  the  SFPUC  may  decide,  in  the  future,  to  use  “a  tiered  allocation 
approach  that  imposes  lower  levels  of  rationing  on  customers  who  use  less  water  than  similar 
customers  in  the  same  customer  class,  and  would  require  higher  levels  of  rationing  by  customers 
who  use  more  water,”  and  explained  that  this  practice  would  be  consistent  with  the  SFPUC’ s 
implementation  of  prior  rationing  programs  based  on  past  water  use,  as  documented  in  the 
RWSAP;  and 

WHEREAS,  Following  the  Commission’s  approval  of  the  Water  Supply  Assessments  on 
May  28,  2019  and  June  11,  2019,  Commissioners  requested  SFPUC  staff  present  for  the 
Commission’s  consideration  direction  to  staff  regarding  potential  mandatory  residential  rationing 
options  discussed  in  the  Commission’s  recent  Water  Supply  Assessments;  and 

WHEREAS,  Staff  has  prepared  the  attached  “Direction  To  Staff  Regarding  Development 
of  Policy  for  Managing  Rationing  for  Residential  Water  Customers  During  Severe  Drought,” 
directing  staff  to  review  the  RWSAP  as  part  of  the  upcoming  20202  update  to  the  Urban 
Watershed  Management  Plan  and  that  review  should  include  analysis  and  recommendations 
related  to  three  specific  policy  considerations  for  imposing  mandatory  rationing  on  residential 
customers  during  a  drought;  and 

WHEREAS,  Adoption  of  this  Resolution  does  not  constitute  a  project  under  California 
Environmental  Quality  Act  Guidelines  Section  15378  because  there  would  be  no  physical  change 
in  the  environment;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  adopts  the  Direction  to  Staff  Regarding 
Development  of  Policy  for  Rationing  for  Residential  Water  Customers  During  Severe  Drought 
attached  hereto. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  October  22,  2019. 


Secretary,  Public  Utilities  Commission 


' 
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Harlan  L.  Kelly,  Jr. 

General  Manager 


Donna  Hood 

Secretary 


For  information,  contact  the  Commission  Secretary  at  415-554-3165 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site: 

www.sfwater.org 

Gavel-to-Gavel  coverage  available  at: 

http://sanfrancisco.qranicus.com/ViewPublisher.php7view  id=22 


Accessible  Meeting  Policy:  The  San  Francisco  Public  Utilities  Commission  meeting  will  be  held  in  Room  400, 
at  1  Dr.  Carlton  B.  Goodlett  Place  (400  Van  Ness  Ave.),  San  Francisco,  CA.  The  closest  accessible  BART 
station  is  the  Civic  Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible  MUNI  lines  serving  this 
location  are:  MUNI  Metro  Lines  J-Church,  K-Ingieside,  L-Taraval,  M-Ocean  View,  N-Judah  and  T-Third  at  Van 
Ness  and  Civic  Center  Stations;  F-Market;  19-Polk,  47-Van  Ness;  49-Mission-Van  Ness;  5-Fulton;  6-Pamassus, 
21-Hayes;  9-San  Bruno;  and  7-Haight  Noriega.  For  information  about  MUNI  accessible  services  call  701.4485. 

The  meeting  room  is  wheelchair  accessible.  Accessible  curbside  parking  spaces  have  been  designated  on  the 
Van  Ness  Avenue  and  McAllister  Street  perimeters  of  City  Hall  for  mobility-impaired  persons.  There  is 
accessible  parking  available  within  the  Civic  Center  Underground  Parking  Garage  at  the  corner  of  McAllister 
and  Polk  Streets,  and  within  the  Performing  Arts  Parking  Garage  at  Grove  and  Franklin  Streets. 

To  obtain  a  disability-related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain  meeting 
materials  in  alternative  format,  please  contact  Donna  Hood  at  415.554.3165.  Providing  at  least  72  hours  notice 
will  help  to  ensure  availability.  Written  reports  or  background  materials  for  calendar  items  are  available  for 
public  inspection  and  copying  at  525  Golden  Gate  Ave.,  13th  Floor  during  regular  business  hours  and  are 
available  on-line  at  http://www.sfwater.orq/index.aspx?paqe=167. 

To  assist  the  City’s  efforts  to  accommodate  persons  with  severe  allergies,  environmental  illnesses,  multiple 
chemical  sensitivity  or  related  disabilities,  attendees  at  public  meetings  are  reminded  that  other  attendees  may 
be  sensitive  to  various  chemical  based  products.  Please  help  the  City  to  accommodate  these  individuals. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are  prohibited 
at  this  meeting.  Please  be  advised  that  the  President  may  order  the  removal  from  the  meeting  room  of  any 
person(s)  responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other  similar  sound-producing 
electronic  devices. 

Know  Your  Rights  Under  the  Sunshine  Ordinance:  Government's  duty  is  to  serve  the  public,  reaching  its 
decision  in  full  view  of  the  public.  Commissions,  boards,  councils  and  other  agencies  of  the  City  and  County 
exist  to  conduct  the  people's  business.  This  ordinance  assures  that  deliberations  are  conducted  before  the 
people  and  that  City  operations  are  open  to  the  people's  review.  For  more  information  on  your  rights  under 
the  Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance,  contact  Administrator,  by  mail  to  Sunshine 
Ordinance  Task  Force,  1  Dr.  Carlton  B.  Goodlett  Place,  Room  244,  San  Francisco,  CA  94102.4689;  by 
phone  at  554.7724;  by  fax  at  554.7854;  or  by  email  at  sotf@sfgov.org. 

Copies  of  the  Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San 
Francisco  Public  Library  and  on  the  City’s  website  at  http://www.sfgov.org. 
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nepeBOAHHKOB  /Trqgiup  Thong  dich  Mien  phi  /Assistance  linguistique  gratuite  /  “  st  ^0]  / 
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Lobbyist  Registration  and  Reporting  Requirements:  Individuals  and  entities  that  influence  or  attempt  to 
influence  local  legislative  or  administrative  action  may  be  required  by  the  San  Francisco  Lobbyist  Ordinance  [SF 
Campaign  &  Governmental  Conduct  Code  §2.100]  to  register  and  report  lobbying  activity.  For  more  information 
about  the  Lobbyist  Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van  Ness  Avenue, 
Suite  220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax  (415)  252-3112;  web  site  at 
www.sfqov.org/ethics. 

CEQA  Appeal  Rights  under  Chapter  31  of  the  San  Francisco  Administrative  Code:  If  the  Commission’s 
action  on  a  project  constitutes  the  Approval  Action  for  that  project  (as  defined  in  S.F.  Administrative  Code 
Chapter  31,  as  amended,  Board  of  Supervisors  Ordinance  Number  161-13),  then  the  CEQA  determination 
prepared  in  support  of  that  Approval  Action  is  thereafter  subject  to  appeal  within  the  time  frame  specified  in  S.F. 
Administrative  Code  Section  31.16.  Typically,  an  appeal  must  be  filed  within  30  calendar  days  of  the  Approval 
Action  for  a  project  that  has  received  an  exemption  or  negative  declaration  pursuant  to  CEQA.  For  information 
on  filing  an  appeal  under  Chapter  31 ,  contact  the  Clerk  of  the  Board  of  Supervisors  at  City  Hall,  1  Dr.  Carlton  B. 
Goodlett  Place,  Room  244,  San  Francisco,  CA  94102,  or  call  (415)  554-51 84.  If  the  Planning  Department’s 
Environmental  Review  Officer  has  deemed  a  project  to  be  exempt  from  further  environmental  review,  an 
exemption  determination  has  been  prepared  and  can  be  obtained  on-line  at  http://www.sf- 
planninq.orq/index.aspx?paqe=3447. Under  CEQA,  in  a  later  court  challenge,  a  litigant  may  be  limited  to  raising 
only  those  issues  previously  raised  at  a  hearing  on  the  project  or  in  written  correspondence  delivered  to  the 
Board  of  Supervisors,  Planning  Commission,  Planning  Department  or  San  Francisco  Public  Utilities 
Commission  at,  or  prior  to,  such  hearing,  or  as  part  of  the  appeal  hearing  process  on  the  CEQA  decision. 


ORDER  OF  BUSINESS 


1.  Call  to  Order 

2.  Roll  Call 

3.  Approval  of  the  Minutes  of  October  22,  2019 

4.  General  Public  Comment  (discussion  only) 

Members  of  the  public  may  address  the  Commission  on  matters  that  are 
within  the  Commission’s  jurisdiction  and  are  not  on  today’s  agenda. 

5.  Communications  (discussion  only) 

a)  Advance  Calendar 

b)  Correspondence  Log 

c)  Contract  Advertisement  Report 

d)  Status  of  Large  Development  Projects  in  the  Regional  Water  Supply 
Service  Area 

e)  Update  on  Disaster  Recovery  and  Resiliency  Planning  as  it  Relates  to 
the  Sewer  System  Improvement  Program 

f)  Water  Supply  Agreement  Update 

g)  Water  Supply  Conditions  Update 

h)  Water  System  Improvement  Program  Status  of  Construction  Change 
Orders 

6.  Citizens’  Advisory  Committee  Quarterly  Report  (discussion  only)  (Zock) 

7.  Report  of  the  General  Manager  (discussion  only) 

a)  Bay  Delta  Water  Quality  Control  Plan  Update 

b)  CleanPowerSF  Quarterly  Update 

c)  Quarterly  Audit  and  Performance  Review  Report 

i.  Annual  Physical  Inventory  Count:  Millbrae  and  Sunol  Warehouse, 
Southeast  Treatment  Plant  Warehouse,  City  Distribution  Division  and 
Auxiliary  Water  Supply  System  Warehouses,  Bryant  and  Treasure 
Island  Warehouses,  and  Moccasin  Warehouse 

ii.  2018  CleanPowerSF  Power  Source  Disclosure 

d)  Quarterly  Budget  Status  Report 

e)  Water  Enterprise  Capital  Improvement  Program  Quarterly  Reports 

f)  Water  System  Improvement  Program  Local  and  Regional  Quarterly 
Reports 

g)  Wildfire  Mitigation  Plan  and  Implementation 

h)  Update  on  PG&E’s  Bankruptcy  and  City’s  Acquisition  Offer 

i)  Report  on  Recent  San  Francisco  Public  Utilities  Commission  Activities, 
Events  and  Announcements 

8.  Other  New  Business  (discussion  only) 

The  following  matters  before  the  San  Francisco  Public  Utilities  Commission  are 
recommended  for  action  as  stated  by  the  General  Manager  and  City  Attorney, 
where  applicable.  Explanatory  documents  provided  to  the  Commission  in 


connection  with  this  agenda  are  available  for  public  inspection  and  copying  at  the 
Office  of  the  Commission  Secretary,  525  Golden  Gate  Avenue,  13th  Floor,  San 
Francisco,  CA  94102;  Telephone:  (415)  554-3165;  Fax:  (415)  554-3424;  and  are 
available  on-line  at  http://www. sfwater. org/index. aspx?page =167 

CONSENT  CALENDAR 


9.  All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to 
be  routine  by  the  San  Francisco  Public  Utilities  Commission  and  will  be  acted 
upon  by  a  single  vote  of  the  Commission.  There  will  be  no  separate  discussion 
of  these  items  unless  a  member  of  the  Commission  or  the  public  so  requests,  in 
which  event  the  matter  will  be  removed  from  the  Calendar  and  considered  as  a 
separate  item. 


180206 


a)  Approve  Amendment  No.  5  to  Agreement  No.  CS-224.A,  System 

Integration  and  Support  Services  -  Related  to  Project  Controls,  with  MLok 
Consulting,  Inc.,  to  provide  continued  specialized  system  integration  and 
support  services  for  the  delivery  of  capital  improvement  programs  and 
capital  projects  for  all  San  Francisco  Public  Utilities  Commission 
Enterprises,  increasing  the  agreement  duration  by  one  year  for  a  total 
duration  of  nine  years,  with  no  change  to  the  agreement  amount;  authorize 
the  General  Manager  to  execute  Amendment  No.  5;  and  ratify  the  issuance 
of  Amendment  No.  1  in  2016  increasing  the  contract  amount  by  $850,000. 

(How) 


180207 


b)  Approve  Amendment  No.  2  to  Agreement  No.  CS-294.H,  Health  and  Safety 
Hazards  on  Treasure  Island,  with  Langan  Engineering  &  Environmental 
Services,  Inc.,  to  provide  continued  quarterly  and  annual  updates  to  the  San 
Francisco  Public  Utilities  Commission  Safe  Practices  Map  and  Health  and 
Safety  Requirements  Matrix;  and  authorize  the  General  Manager  to  execute 
this  amendment  increasing  the  agreement  duration  by  seven  months,  for  a 
total  agreement  duration  of  six  years  and  one  month,  with  no  change  in  the 
agreement  amount.  (Carlin) 


130208 


c)  Approve  Amendment  No.  2  to  Agreement  No.  CS-1021,  Inventory  Auditing 
Services,  with  Macias  Gini  &  O'Connell  LLP,  for  inventory  auditing  services 
consisting  of  a  full  count  for  Hetch  Hetchy  inventory  locations  and  sample 
counts  for  the  remaining  Water  Enterprise  and  Wastewater  Enterprise 
inventory  locations  for  fiscal  year  2020,  increasing  the  agreement  amount 
by  $25,000  for  a  total  not-to-exceed  amount  of  $122,500,  and  extend  the 
agreement  duration  by  one  year,  for  a  total  agreement  duration  of  five  years 
and  seven  months;  and  authorize  the  General  Manager  to  execute 
Amendment  No.  2.  (Sandler) 


1  ononq  d)  Approve  Amendment  No.  1  to  Agreement  Nos.  PRO. 0019. A-D,  As-Needed 
-*■  J ;  -i  :%  Specialized  and  Technical  Services,  Water  Enterprise,  with  Brown  & 

Caldwell/Geotechnical  Consultants.  Inc.,  Joint  Venture  (JV)  (PRO. 0019. A), 
RMC-Lotus,  JV  (PRO. 0019. B),  MWH-JHCE,  JV  (PRO.0019.C),  and 
AECOM-WRE,  JV  (PRO. 001 9. D),  and  authorize  the  General  Manager  to 
execute  these  amendments  increasing  each  agreement  amount  by 


$2,500,000,  for  a  total  not-to-exceed  agreement  amount  of  $7,500,000 
each,  with  no  change  to  the  agreement  duration.  (Ritchie) 

REGULAR  CALENDAR 

10.  Approve  the  selection  of  CDM  Smith,  Inc.;  award  Agreement  No.  PRO. 0120, 
Engineering  Services  for  Sunol  Valley  Water  Treatment  Plant  Ozonation,  to 
190210  provide  planning  and  specialized  engineering  design  services;  and  authorize  the 
General  Manager  to  negotiate  and  execute  a  professional  services  agreement 
with  CDM  Smith,  Inc.  for  an  amount  not-to-exceed  $15,000,000  and  with  a 
duration  of  six  years,  subject  to  Board  of  Supervisors  approval  pursuant  to 
Charter  Section  9.118.  (How) 

Discussion  and  possible  action  to  authorize  the  General  Manager  of  to  execute 
an  Installment  Sale  Agreement  to  secure  a  Clean  Water  State  Revolving  Fund 
Loan  for  the  Wastewater  Enterprise  Biosolids  Digester  Facilities  Project  in 
an  amount  not-to-exceed  $132,000,000,  with  a  principal  forgiveness  amount  of 
up  to  $4,000,000.  (Sandler) 

12.  Discussion  and  possible  action  to  authorize  the  General  Manager  to  execute  an 
Installment  Sale  Agreement  to  secure  a  Clean  Water  State  Revolving  Fund 
[30  212  Loan  for  the  Wastewater  Enterprise  Oceanside  Plant  Digester  Gas 

Utilization  Upgrade  Project,  in  an  amount  not-to-exceed  $54,387,969,  with  a 
principal  forgiveness  amount  of  up  to  $4,000,000.  (Sandler) 


11. 

190211 


190218 


13.  Approve  the  de-appropriation  and  re-appropriation  of  $10,371 ,557  in  existing 
Power  Capital  Improvement  Program  Appropriation  to  the  Power  Asset 
Acquisition  Analysis  Project;  and  Authorize  the  General  Manager  to  seek  Mayor 
and  Board  of  Supervisors  Approval  of  a  Supplemental  Appropriation  for  this 
change  including  the  de-appropriation  and  re-appropriation  of  $10,371,55  of 
Project  Funds,  including  the  use  of  Trans  Bay  Cable  License  Payment  Revenue 
for  the  Project.  (Hale) 


14.  Adopt  the  Final  Mitigated  Negative  Declaration,  the  Mitigation  Monitoring 
and  Reporting  Program,  and  the  Findings,  as  required  by  the  California 
Environmental  Quality  Act  (CEQA),  for  the  Mountain  Tunnel  Improvements 
[30213  Project;  approve  Water  Enterprise’s  Project  No.  CUH10221,  Mountain  Tunnel 
Improvements  Project,  to  rehabilitate  and  make  improvements  to  the  existing 
tunnel;  and  authorize  the  General  Manager  to  advertise  plans  and  specifications 
for  construction  of  the  Project.  This  action  constitutes  the  Approval  Action  for  the 
project  for  the  purposes  of  CEQA,  pursuant  to  Section  31 .04(h)  of  the  San 
Francisco  Administrative  Code.  (How) 

19021415.  Approve  and  authorize  the  General  Manager  to  implement  Safety 

Prequalification  Procedures  to  qualify  construction  contractors  to  bid  on  San 
Francisco  Public  Utilities  Commission  public  works  projects.  (How) 


16.  Public  Comment  on  matters  to  be  addressed  during  Closed  Session 


17.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters 
listed  below  as  Conference  with  Legal  Counsel 


The  Commission  will  go  into  Closed  Session  to  discuss  the  following  items: 

18.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1)  (O’Neil) 


190215 


Unlitiqated  Claim 

Yosemite  Slough  Site,  U.S.  EPA  Region  IX,  CERCLA  Docket  No.:  2016-05  City 
Attorney  File  No.:  090923.  Proposed  partial  settlement  of  administrative 
enforcement  action  with  City  to  pay  $821 ,839  to  conduct  further  investigative 
studies. 


19.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1 )  (discussion  only)  (Mueller) 


Existing  Litigation 

Pacific  Gas  &  Electric  Corporation 

Case  No.  19-30088/Date  Filed:  January  29,  2019 

Case  No.  19-30089/Date  Filed:  January  29,  2019 

United  States  Bankruptcy  Court,  Northern  District  of  California 

20.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section 
67.10(d)  (1 )  (discussion  only)  (Mueller) 


Existing  Litigation 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 
Docket  No.  ELI  9-38-000/Date  Filed:  January  28,  2019  Federal  Energy 
Regulatory  Commission 

21 .  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1 )  (discussion  only)  (Mueller) 

Existing  Litigation 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Federal  Energy 
Regulatory  Commission  Complaint  under  Sections  206  and  306  of  the  Federal 
Power  Act. 

Case  No.  ELI  5-3-000/Date  Filed:  October  9,  2014 
Following  Closed  Session,  the  Commission  will  reconvene  in  Open  Session 

22.  Announcement  Following  Closed  Session 

23.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session 
pursuant  to  San  Francisco  Administrative  Code  Section  67.12  (a) 


San  Francisco 
Water 

Services  of  the  San  Francisco  Public  Utilities  Commission 


San  Francisco  Public  Utilities  Commission 

City  and  County  of  San  Francisco 

London  N.  Breed 

Mayor 


Minutes 

Tuesday,  November  12,  2019 
1:30  P.M. 

(Approved  November  26,  2019) 


1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 

Commissioners 

Ann  Moller  Caen,  President 
Francesca  Vietor,  Vice  President 
Anson  Moran 
Sophie  Maxwell 
Tim  Paulson 


Harlan  L.  Kelly,  Jr. 

General  Manager 


Donna  Hood 

Secretary 


For  information,  contact  the  Commission  Secretary  at  415-554-3165 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site: 

www.sfwater.org 

Gavel-to-Gavel  coverage  available  at: 

http://sanfrancisco.qranicus.com/ViewPublisher.DhD7view  id=22 


1 .  Call  to  Order 

President  Caen  called  the  meeting  to  order  at  1:38  PM. 

The  Commission  Secretary  announced  that  item  6,  Citizens  Advisory 
Committee  Update  (CAC),  was  removed  from  the  calendar  at  the  request  of 
the  CAC  Chair  and  will  be  rescheduled. 

2.  Roll  Call 

Present:  Caen,  Moran,  Maxwell  and  Paulson 
Excused  Absence:  Vietor 

3.  Approval  of  the  Minutes  of  October  22,  201 9 

On  Motion  to  approve  the  Minutes  of  October  22,  2019 
Ayes:  Caen,  Moran,  Maxwell  and  Paulson 

No  public  comment. 

4.  General  Public  Comment 

•  Francisco  DaCosta  discussed  the  stench  of  the  digesters  at  the 
Southeast  Treatment  Plant  and  asked  what  is  being  done  about  the 
smell,  health  and  adverse  impacts  to  the  community. 

•  Eileen  Boken  presented  a  resolution  passed  by  the  Coalition  for  San 
Francisco  Neighborhoods  for  Emergency  Firefighting  Capabilities  on 
Tar  aval. 

•  Peter  Drekmeier,  Tuolumne  River  Trust  (TRT),  noted  the  discussion 
regarding  the  265mgd  discussion  at  the  last  Commission  meeting.  He 
noted  Nicole  Sandkulla’ s  comments  made  during  that  meeting.  He 
discussed  current  demand  and  design  drought. 

5.  Communications 

a)  Advance  Calendar 

b)  Correspondence  Log 

c)  Contract  Advertisement  Report 

d)  Status  of  Large  Development  Projects  in  the  Regional  Water  Supply 
Service  Area 

e)  Update  on  Disaster  Recovery  and  Resiliency  Planning  as  it  Relates  to 

the  Sewer  System  Improvement  Program 

f)  Water  Supply  Agreement  Update 

g)  Water  Supply  Conditions  Update 

h)  Water  System  Improvement  Program  Status  of  Construction  Change 

Orders 

President  Caen  asked  that  item  5e  be  scheduled  for  discussion  at  the 
next  meeting. 

No  public  comment. 

6.  Citizens’  Advisory  Committee  Quarterly  Report 

. . 
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This  item  was  removed  from  the  calendar  at  the  request  of  the  CAC  Chair 
and  will  be  rescheduled. 

7.  Report  of  the  General  Manager 

a)  Bay  Delta  Water  Quality  Control  Plan  Update 

Steve  Ritchie,  Assistant  General  Manager  (AGM)  Water,  indicated  work 
continues  with  the  State  and  partners  to  come  to  resolution  on  a 
Voluntary  Agreement,  but  is  moving  slowly.  The  projection  is  now  for  the 
end  of  the  calendar  year. 

Public  Comment 

•  Peter  Drekmeier,  TRT,  stated  more  fish  cannot  be  produced  with  less 
water.  He  indicated  there  is  little  hope  among  environmental  groups 
for  the  Voluntary  Agreement.  He  discussed  the  scientific  studies  that 
were  conducted. 

•  Francisco  Da  Costa  said  the  Commissioners  need  to  know  the  history 
of  the  area  and  should  to  meet  with  the  First  People. 

Deputy  Attorney  General  Francesca  Gessner  responded  to 
Commissioner  Paulson’s  procedural  question  regarding  the 
Commission’s  inability  to  respond  to  ‘‘accusatory  questions’’  from  the 
public. 

In  response  to  a  question  from  Commissioner  Maxwell  regarding  the 
(Bay  Delta)  science,  GM  Kelly  indicated  he  would  send  Commissioners 
Maxwell  and  Paulson  the  presentation  made  by  staff  during  a  previous 
Bay  Delta  update  regarding  science,  along  with  additional  documents. 

b)  CleanPowerSF  (CPSF)  Quarterly  Update 

Mike  Hyams,  CPSF  Director,  provided  the  update  with  a  discussion  of 
(1)  enrollment  and  service  statistics  (more  than  400,000  accounts 
citywide,  3.6%  opt-out  rate,  1.8%  SuperGreen  upgrade  rate),  (2)  What 
has  been  happening  (award  of  C40  Cities  Bloomberg  Philanthropies 
Award,  new  budget  billing  program,  and  soft  launch,  (3)  What  is  coming 
up  (rate  action  to  update  rate  authority,  guidance  to  staff  on  time-of-use 
rate  implementation  for  residential  customers,  2020  Integrated  Resource 
Plan  (IRP),  2020  IRP  analysis  components,  and  IRP  and  Capital  Plan 
schedule. 

Mr.  Hyams  responded  to  a  question  from  Commissioner  Caen  as  to  who 
approves  the  Exit  Fee  (PCI A)  and  when  they  might  be  raised  again  as  a 
raise  could  affect  CPSF  rates.  He  responded  to  a  follow-up  question  as 
to  how  long  customers  must  pay  the  PCI  A. 

Public  Comment 

•  Francisco  DaCosta  stated  real-time  information  on  the  environment  is 
needed.  He  noted  people  who  need  to  receive  credit  for  the  program. 
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•  Jed  Holtzman,  350  Bay  Area,  requested  a  graph  of  PCI  A  charges 
from  2016  to  present.  He  discussed  actions  of  the  California  PUC  and 
PG&E,  and  the  Governor’s  thoughts  of  purchasing  PG&E.  He 
discussed  grid  reliability. 

c)  Quarterly  Audit  and  Performance  Review  Report 

i.  Annual  Physical  Inventory  Count:  Millbrae  and  Sunol  Warehouse, 

Southeast  Treatment  Plant  Warehouse.  City  Distribution  Division  and 

Auxiliary  Water  Supply  System  Warehouses.  Bryant  and  Treasure 

Island  Warehouses,  and  Moccasin  Warehouse 

ii.  2018  CleanPowerSF  Power  Source  Disclosure 

Charles  Perl,  Deputy  CFO  stated  that  24  audits  and  assessments  have 
been  completed  year-to-date  and  indicated  one  audit  on  workforce 
development  and  community  benefits  has  started.  He  briefly  reviewed 
the  Annual  Physical  Inventory  Count  and  2018  CPSF  Disclosure  audits. 
He  concluded  with  a  summary  of  FY  2019-20  outlook  of  performance 
and  financial  audits  in-progress  and  those  upcoming. 

No  public  comment. 

d)  Quarterly  Budget  Status  Report 

Mr.  Perl  stated  positive  net  results  are  projected  for  Water,  Wastewater 
and  CPSF.  Lower  revenues  for  Power.  Water,  Wastewater  and  CPSF 
revenues  projected  higher  than  budget.  Financial  results  projected  to 
exceed  or  meet  policy  targets  for  coverage  and  reserves  for  Water  and 
Wastewater  by  year-end.  Power  fund  balance  projected  to  be  below 
minimum  by  year-end. 

Water  and  Wastewater  sales  revenues  slightly  above  budget  and  uses 
cost  savings.  Reduced  power  wales  revenues  offset  by  cost  savings. 
CPSF  sales  revenues  greater  than  budget  and  uses  cost  savings.  Mr. 
Perl  concluded  with  a  review  of  key  financial  ratios. 

Mr.  Perl  responded  to  a  question  from  Commissioner  Maxwell  as  to 
whether  rooftop  solar  results  in  lower  sales  revenue. 

Mr.  Perl  responded  to  a  question  from  Commissioner  Moran  regarding 
what  the  fund  balance  reserve  means  in  terms  of  dollars? 

No  public  comment. 

e)  Water  Enterprise  Capital  Improvement  Program  Quarterly  Reports 

Dan  Wade,  Director  Water  Capital  Programs,  presented  highlights  of  the 
reporting  period:  New  Sunol  Yard,  San  Andreas  Pipeline  No.  2 
replacement,  Harry  Tracy  Water  Treatment  Plant,  Bay  Division  Pipeline 
No.  3,  and  Westside  Recycled  Water  Treatment  Facility. 

No  public  comment. 
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f)  Water  System  Improvement  Program  (WSIP)  Local  and  Regional 

Quarterly  Reports 

Mr.  Wade  stated  that  the  WSIP  is  98%  complete  with  $4,493M 
expended.  He  provided  update  on  the  Calaveras  Dam  Replacement 
Project,  Fish  Passage  at  Alameda  Creek  Diversion  Dam,  progress  of 
WSIP  regional  closeout  projects  (San  Joaquin  Region,  Sunol  Valley 
Region,  Bay  Division  Region,  and  Peninsula  Region),  Regional 
Groundwater  Storage  and  Recovery,  and  Alameda  Creek  Recapture 
Project. 

No  public  comment. 

g)  Wildfire  Mitigation  Plan  and  Implementation 

Margaret  Hannaford,  Division  Manager,  Hetch  Hetchy  Water  and  Power, 
reviewed  the  SFPUC  Wildfire  Mitigation  Plan  including  primary  plan 
requirements,  outline  of  Bay  Area  overhead  electrical  lines,  Up-country 
overhead  electrical  lines,  and  wildfire  prevention  strategy.  She  presented 
an  October  de-energization  example  and  concluded  with  additional 
strategies  to  mitigate  risk. 

Ms.  Hannaford  responded  to  a  question  from  Commissioner  Moran 
regarding  fire  risk  on  the  Peninsula  and  if  any  of  the  SFPUC’s  watershed 
has  ever  burned.  She  responded  to  a  follow-up  question  regarding  other 
entities  who  have  transmission  and/or  distribution  lines  in  the 
Watershed,  and  how  risk  is  being  addressed.  AGM  Ritchie  provided 
additional  comment.  Brief  discussion  ensued. 

No  public  comment. 

h)  Update  on  PG&E’s  Bankruptcy  and  City’s  Acquisition  Offer 

AGM  Hale  began  with  an  overview  of  the  background  of  the  City’s  offer 
to  acquire  PG&E’s  electric  distribution  assets  servicing  San  Francisco. 
She  provided  an  update  on  the  status  of  PG&E’s  bankruptcy  filing,  and 
lawsuits  against  PG&E  related  to  the  Kincaid  fire.  She  noted  several 
potential  legislative  proposals  regarding  “ reimagining ”  PG&E,  as  well  as 
other  purchase  offers  made  to  PG&E.  She  updated  the  Commission  on 
the  SFPUC’s  activities  related  to  the  SFPUC’s  acquisition  offer. 

Public  Comment 

•  Jed  Holtzman  provided  comment  on  the  purchase  proposal.  He  stated 
the  outcomes  are  most  important. 

i)  Report  on  Recent  San  Francisco  Public  Utilities  Commission  Activities, 

Events  and  Announcements 

AGM  Hale  provided  an  update  regarding  an  electric  outage  that  occurred 
located  on  Treasure  Island  (Tl)  and  Yerba  Buena  Island  (YBI).  She 
indicated  the  outage  was  tied  to  a  substation  in  Oakland,  owned  and 
operated  by  the  Port  of  Oakland.  She  indicated  a  back-up  generator  on 
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the  Ti  ran  out  of  fuel  and  the  City  fuel  vendor  could  not  guarantee  fuel 
delivery  on  time  to  avoid  outage.  Residential  customers  on  TI  were 
eventually  switched  to  the  generator  on  YBI.  Critical  facilities  on  TI  were 
connected  to  an  independent  generator.  Grid  repairs  continued.  The 
cause  of  outage  was  due  to  a  ‘‘dig  in”  on  an  underground  cable  from  a 
Port  of  Oakland  substation  to  the  foot  of  the  Bay  Bridge.  An  after¬ 
incident  report  will  be  prepared. 

AGM  Hale  responded  to  a  question  from  Commissioner  Maxwell 
regarding  protocols  for  digging.  Brief  discussion  ensued. 

No  public  comment. 

8.  Other  New  Business 
None. 


9.  Consent  Calendar: 

a)  Approve  Amendment  No.  5  to  Agreement  No.  CS-224.A,  System  Integration 

and  Support  Services  -  Related  to  Project  Controls,  with  MLok  Consulting, 

Inc.,  to  provide  continued  specialized  system  integration  and  support 

services  for  the  delivery  of  capital  improvement  programs  and  capital 

projects  for  all  SFPUC  Enterprises,  increasing  the  agreement  duration  by 

one  year  for  a  total  duration  of  nine  years,  with  no  change  to  the  agreement 

amount;  authorize  the  General  Manager  to  execute  Amendment  No.  5;  and 


ratify  the  issuance  of  Amendment  No.  1  in  2016  increasing  the  contract 

amount  by  $850,000.  (Resolution  19-0206) 


b)  Approve  Amendment  No.  2  to  Agreement  No.  CS-294.H.  Health  and  Safety 

Hazards  on  Treasure  Island,  with  Lanqan  Engineering  &  Environmental 

Services,  Inc.,  to  provide  continued  quarterly  and  annual  updates  to  the 

SFPUC  Safe  Practices  Map  and  Health  and  Safety  Requirements  Matrix: 

and  authorize  the  General  Manager  to  execute  this  amendment  increasing 

the  agreement  duration  by  seven  months,  for  a  total  agreement  duration  of 

six  years  and  one  month,  with  no  change  in  the  agreement  amount. 

(Resolution  19-0207) 


c)  Approve  Amendment  No.  2  to  Agreement  No.  CS-1 021 .  Inventory  Auditing 

Services,  with  Macias  Gini  &  O'Connell  LLP,  for  inventory  auditing  services 

consisting  of  a  full  count  for  Hetch  Hetchy  inventory  locations  and  sample 

counts  for  the  remaining  Water  Enterprise  and  Wastewater  Enterprise 

inventory  locations  for  fiscal  year  2020,  increasing  the  agreement  amount 

by  $25,000  for  a  total  not-to-exceed  amount  of  $122,500,  and  extend  the 


1  ■  - —  ~ 

agreement  duration  by  one  year,  for  a  total  agreement  duration  of  five  years 

and  seven  months:  and  authorize  the  General  Manager  to  execute 

Amendment  No.  2.  (Resolution  19-0208) 


d)  Approve  Amendment  No.  1  to  Agreement  Nos.  PRQ.0019.A-D,  As-Needed 

Specialized  and  Technical  Services,  Water  Enterprise,  with  Brown  & 

Caldwell/Geotechnical  Consultants.  Inc..  Joint  Venture  (JV)  (PRQ.0019.A). 
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RMC-Lotus,  JV  (PRO. 0019. BV  MWH-JHCE,  JV  (PRQ.0019.C),  and 

AECOM-WRE.  JV  (PRQ.0019.D).  and  authorize  the  General  Manager  to 

execute  these  amendments  increasing  each  agreement  amount  by 


$2.500.000,  for  a  total  not-to-exceed  agreement  amount  of  $7,500,000 

each,  with  no  change  to  the  agreement  duration.  (Resolution  19-0209) 

On  Motion  to  approve  Consent  Calendar  items  9a  through  9d: 

Ayes:  Caen,  Moran,  Maxwell  and  Paulson 

10.  Approve  the  selection  of  CDM  Smith.  Inc.;  award  Agreement  No.  PRQ.0120, 
Engineering  Services  for  Sunol  Valiev  Water  Treatment  Plant  Ozonation,  to 

provide  planning  and  specialized  engineering  design  services;  and  authorize  the 

General  Manager  to  negotiate  and  execute  a  professional  services  agreement 

with  CDM  Smith.  Inc,  for  an  amount  not-to-exceed  $15,000,000  and  with  a 


11 


duration  of  six  years,  subject  to  Board  of  Supervisors  approval  pursuant  to 

Charter  Section  9.1 18.  (Resolution  19-0210) 

Kathy  How,  AGM  Infrastructure,  introduced  the  item  and  requested  approval. 

On  Motion  to  approve  Item  10: 

Ayes:  Caen,  Moran,  Maxwell  and  Paulson 

No  public  comment. 

The  Commission  Secretary  called  items  11  and  12  together. 

Discussion  and  possible  action  to  authorize  the  General  Manager  of  to  execute 

an  Installment  Sale  Agreement  to  secure  a  Clean  Water  State  Revolving  Fund 

(SRF)  Loan  for  the  Wastewater  Enterprise  Biosolids  Digester  Facilities  Project  in 


an  amount  not-to-exceed  $132,000,000.  with  a  principal  forgiveness  amount  of 


up  to  $4,000,000.  (Resolution  19-0211) 


12. 


Discussion  and  possible  action  to  authorize  the  General  Manager  to  execute  an 

Installment  Sale  Agreement  to  secure  a  Clean  Water  State  Revolving  Fund 

Loan  for  the  Wastewater  Enterprise  Oceanside  Plant  Digester  Gas  Utilization 


Upgrade  Project,  in  an  amount  not-to-exceed  $54,387,969,  with  a  principal 


forgiveness  amount  of  up  to  $4,000,000.  (Resolution  19-0212) 

Richard  Morales,  Debt  Manager,  provided  background  information  on  the  State 
Revolving  Fund  (SRF)  Program.  He  reviewed  the  proposed  loans  for 
Wastewater  Enterprise  Sewer  System  Improvement  Program  Projects.  He 
indicated  $1 32 M  SRF  loan  for  Biosolids  Digester  Facility  Project  and  $53. 3 M 
SRF  loan  for  Digester  Gas  Utilization  Upgrade  Project.  He  stated  the  loan  rate  is 
estimated  at  1.3%  for  30  years,  which  compares  favorably  against  3.5% 
Revenue  Bond  30-year  rate,  with  an  estimated  combined  savings  of  $84M. 

No  public  comment  on  items  11  or  12. 

On  Motion  to  approve  Item  1 1: 

Ayes:  Caen,  Moran,  Maxwell  and  Paulson 
On  Motion  to  approve  Item  12: 
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Ayes:  Caen,  Moran,  Maxwell  and  Paulson 


13.  Approve  the  de-appropriation  and  re-appropriation  of  $10,371 .557  in  existing 

Power  Capital  Improvement  Program  Appropriation  to  the  Power  Asset 
Acquisition  Analysis  Project;  and  Authorize  the  General  Manager  to  seek  Mayor 

and  Board  of  Supervisors  Approval  of  a  Supplemental  Appropriation  for  this 

change  including  the  de-appropriation  and  re-appropriation  of  $10,371 ,557  of 


Project  Funds,  including  the  use  of  Trans  Bay  Cable  License  Payment  Revenue 

for  the  Project.  (Resolution  19-0216) 

AGM  Hale  began  with  a  background  noting  the  Mayor  and  Board  of  Supervisors 
directed  the  SFPUC  to  study  acguiring  PG&E’s  electric  distribution  system.  She 
stated  funding  is  needed  for  contracted  services  with  legal  and  other  advisory 
experts  as  well  as  City  and  SFPUC  staff  time  dedicated  to  the  project.  She 
stated  $17. 2M  funding  is  need  for  the  project  through  the  end  of  the  year.  AGM 
Hale  noted  anticipated  contractual  services  that  will  be  needed.  She  reviewed  a 
funding  proposal  -  project  sources  and  project  de-appropriation  request.  She 
presented  projects  requested  for  de-appropriation,  noting  the  Alice 
Griffith/Candlestick  Point  will  come  back  to  the  Commission  for  funding  when 
needed.  She  presented  the  opportunity  cost  of  de-appropriation,  stating  that  no 
critical  projects  will  be  delayed  or  cancelled  due  to  this  request,  and  that  the 
request  is  a  temporary  cash  management  exercise  moving  funds  that  would 
otherwise  remain  unspent  this  fiscal  year. 


AGM  Hale  responded  to  a  question  from  Commissioner  Paulson  regarding  the 
Alice  Griffith/Candlestick  Point  Project. 


In  response  to  a  question  from  Commissioner  Moran,  AGM  Hale  indicate  there 
is  no  impact  on  Wholesale  or  water  customers  with  the  de-appropriation  of 
funds.  In  response  to  a  follow-up  question,  she  discussed  the  opportunity  costs 
of  allocating  funds  into  the  new  use.  Brief  discussion  ensued. 


President  Caen  indicated  a  vote  on  this  matter  would  occur  once  the 
Commission  reconvinces  after  Closed  Session. 


No  public  comment. 

14.  Adopt  the  Final  Mitigated  Negative  Declaration,  the  Mitigation  Monitoring  and 

Reporting  Program,  and  the  Findings,  as  required  by  the  California 
Environmental  Quality  Act  (CEQA),  for  the  Mountain  Tunnel  Improvements 

Project;  approve  Water  Enterprise’s  Project  No.  CUH10221 ,  Mountain  Tunnel 

Improvements  Project,  to  rehabilitate  and  make  improvements  to  the  existing 

tunnel;  and  authorize  the  General  Manager  to  advertise  plans  and  specifications 

for  construction  of  the  Project.  This  action  constitutes  the  Approval  Action  for  the 

project  for  the  purposes  of  CEQA,  pursuant  to  Section  31 .04(h)  of  the  San 

Francisco  Administrative  Code.  (Resolution  19-0213) 

On  Motion  to  approve  Item  14: 

Ayes:  Caen,  Moran,  Maxwell  and  Paulson 
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No  public  comment. 

15.  Approve  and  authorize  the  General  Manager  to  implement  Safety 
Prequalification  Procedures  to  qualify  construction  contractors  to  bid  on  San 

Francisco  Public  Utilities  Commission  public  works  projects.  (Resolution  19- 
0214) 

Ivy  Fine,  Manager,  Project  Administration  Bureau,  introduced  the  item  and 
Randy  Parent,  Deputy  City  Attorney  who  presented  the  item  and  reviewed:  City 
and  County  of  San  Francisco  (CCSF)  contracts,  Controller’s  Report  of  April  11, 
2017  (page  29),  independent  expert  input  (Steve  Bowers),  proposed  safety 
pregualification  form,  information  needed  to  complete  the  form,  work  related 
illness  and  injuries  (steps  one  through  three),  safety  documents  (step  three 
only),  safety  document  evaluation  (rubric),  OSHA  violations,  OSHA  serious 
violations  (rubric),  OSHA  repeat  and  willful  violations  (rubric),  work-related 
fatalities,  and  work-related  facilities  (rubric). 

Mr.  Parent  and  GM  Kelly  responded  to  a  guestion  from  Commissioner  Maxwell 
regarding  contractor  gualifications. 

On  Motion  to  approve  Item  15: 

Ayes:  Caen,  Moran,  Maxwell  and  Paulson 

No  public  comment. 

16.  Public  Comment  on  matters  to  be  addressed  during  Closed  Session 

None. 


17.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters 

listed  below  as  Conference  with  Legal  Counsel 

On  Motion  to  assert  attorney-client  privilege: 

Ayes:  Caen,  Moran,  Maxwell  and  Paulson 

The  Commission  entered  Closed  Session  at  4:48  PM. 


18.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 

(d)(1) 

Unlitiqated  Claim 

Yosemite  Slough  Site,  U.S.  EPA  Region  IX,  CERCLA  Docket  No.:  2016-05  City 
Attorney  File  No.:  090923.  Proposed  partial  settlement  of  administrative 


enforcement  action  with  City  to  pay  $821 .839  to  conduct  further  investigative 


studies. 

(Resolution  19-0215) 


19.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 

(d)(1) 
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Existing  Litigation 

Pacific  Gas  &  Electric  Corporation 

Case  No.  19-30088/Date  Filed:  January  29,  2019 

Case  No.  19-30089/Date  Filed:  January  29.  2019 

United  States  Bankruptcy  Court,  Northern  District  of  California 

20.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section 

67.10(d)  (1) 

Existing  Litigation 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 

Docket  No.  ELI  9-38-000/Date  Filed:  January  28,  2019  Federal  Energy 

Regulatory  Commission 

21 .  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 

(d)(1) 

Existing  Litigation 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Federal  Energy 

Regulatory  Commission  Complaint  under  Sections  206  and  306  of  the  Federal 

Power  Act. 

Case  No.  ELI  5-3-000/Date  Filed:  October  9.  2014 

The  Commission  exited  Closed  Session  at  5:19  PM. 

22.  Announcement  Following  Closed  Session 
President  Caen  announced  that  item  18  was  settled. 

23.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session 

pursuant  to  San  Francisco  Administrative  Code  Section  67.12  (a) 

On  Motion  not  to  disclose: 

Ayes:  Caen ,  Moran,  Maxwell  and  Paulson 

President  Caen  stated  that  a  vote  needed  to  be  made  on  item  13.  The 
Commission  Secretary  re-read  the  item. 

On  Motion  to  approve  Item  13: 

Ayes:  Caen,  Moran,  Maxwell  and  Paulson 

No  public  comment. 

24.  Adjournment 

President  Caen  adjourned  the  meeting  at  5:21  PM. 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0206 


WHEREAS,  On  March  27,  2012,  by  Resolution  12-0051,  this  Commission  awarded 
Agreement  No.  CS-224.A,  System  Integration  and  Support  Services  -  Related  to  Project 
Controls  to  MLok  Consulting,  Inc.  (MLok),  and  authorized  the  General  Manager  of  the  San 
Francisco  Public  Utilities  Commission  (SFPUC)  to  negotiate  and  execute  a  professional  services 
agreement  in  the  amount  of  $4,500,000,  and  with  a  term  of  six  years,  concluding  on  April,  23, 
2018; and 

WHEREAS,  On  September  13,  2016,  Amendment  No.  1  was  issued  by  staff  in  the 
amount  of  $850,000,  increasing  the  total  not-to-exceed  agreement  amount  to  $5,350,000,  with 
no  change  to  the  agreement  duration,  to  continue  providing  the  SFPUC  with  continued 
specialized  system  integration  and  support  services  to  implement  and  improve  the  delivery  of  its 

Capital  Improvement  Programs  (CIPs)  and  Capital  Projects  for  all  enterprises,  and  no 

Commission  approval  of  the  amendment  was  received  at  the  time;  and 

WHEREAS,  On  June  13,  2017,  by  Resolution  No.  17-0130,  this  Commission  approved 
Amendment  No.  2  in  the  amount  of  $750,000,  increasing  the  total  not-to-exceed  agreement 
amount  to  $6,100,000,  to  continue  providing  the  SFPUC  with  specialized  system  integration  and 
support  services  and  to  assist  with  existing  systems  as  the  SFPUC  transitions  into 

implementation  of  the  new  PeopleSoft  Financials  and  Supply  Chain  Management  System;  and 

WHEREAS,  On  April  10,  2018,  by  Resolution  No.  18-0057,  this  Commission  approved 
Amendment  No.  3  in  the  amount  of  $1,500,000,  increasing  the  total  not-to-exceed  agreement 
amount  to  $7,600,000,  and  extending  the  agreement  duration  by  two  years,  for  a  total  agreement 
duration  of  eight  years,  to  continue  providing  the  SFPUC  with  specialized  system  integration  and 
support  services  and  to  assist  with  existing  systems  as  the  SFPUC  transitions  into 

implementation  of  the  new  PeopleSoft  Financials  and  Supply  Chain  Management  System;  and 

WHEREAS,  On  March  26,  2019  by  Resolution  No.  19-0053,  this  Commission  approved 
Amendment  No.  4  in  the  amount  of  $1,900,000,  increasing  the  total  not-to-exceed  agreement 
amount  to  $9,500,000,  with  no  change  in  the  agreement  duration,  to  continue  providing  the 
SFPUC  with  specialized  system  integration  and  support  services  and  to  assist  with  existing 
systems  as  the  SFPUC  continues  its  transitions  into  implementation  and  stabilization  of  the  new 
PeopleSoft  Financials  and  Procurement  System;  and 

WHEREAS,  Amendment  No.  5  is  being  requested  to  increase  the  agreement  duration  by 
one  year  for  a  total  not-to-exceed  duration  of  9  years,  with  no  change  in  the  agreement  amount, 
in  order  to  continue  providing  the  SFPUC  with  specialized  system  integration  and  support 
services  and  to  assist  with  existing  systems  as  the  SFPUC  continues  its  transitions  into 
implementation  and  stabilization  of  the  new  PeopleSoft  Financials  and  Procurement  System;  and 

WHEREAS,  Staff  also  requests  that  this  Commission  ratify  the  issuance  of  Amendment 
No.  1  in  2016,  which  increased  the  contract  amount  by  $850,000  but  did  not  receive  Commission 
approval  at  the  time;  and 


WHEREAS,  The  Contract  Monitoring  Division  established  a  subconsulting  requirement 
of  17%  Local  Business  Enterprise  participation  (of  the  total  value  of  services  to  be  provided)  for 
this  agreement  and  MLok  has  committed  to  meet  that  requirement;  and 

WHEREAS,  Funds  for  this  agreement  are  available  from  various  SFPUC  CIPs  and 
projects  including  the  Sewer  System  Improvement  Program  and  Hetchy  Capital  Improvements 
projects;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  5  to  Agreement 
No.  CS-224.A,  System  Integration  and  Support  Services  -  Related  to  Project  Controls,  with 
MLok  Consulting,  Inc.  to  provide  the  SFPUC  with  continued  specialized  system  integration  and 
support  services  to  implement  and  improve  the  delivery  of  its  Capital  Improvement  Programs 
and  Capital  Projects  for  all  SFPUC  Enterprises;  and  be  it 

FURTHER  RESOLVED,  This  Commission  authorizes  the  General  Manager  of  the 
SFPUC  to  execute  Amendment  No.  5  increasing  the  agreement  duration  by  one  year  for  a  total 
not-to-exceed  agreement  duration  of  nine  years,  with  no  change  to  the  agreement  amount;  and  be 
it 

FURTHER  RESOLVED,  This  Commission  ratifies  the  issuance  of  Amendment  No.l  on 
September  13,  2016,  which  increased  the  contract  amount  by  $850,000. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  November  12,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0207 


WHEREAS,  Pursuant  to  his  delegated  authority  under  Resolution  No.  09-0017,  the 
General  Manager  of  the  San  Francisco  Public  Utilities  Commission  (SFPUC)  awarded  and 
executed  Agreement  No.  CS-294.H,  Health  and  Safety  Hazards  on  Treasure  Island,  a 
professional  services  agreement  in  the  amount  of  $82,595  and  with  a  term  of  five  years,  with 
Langan  Treadwell  &  Rollo,  to  develop  a  training  program  specific  to  Treasure  Island  and 
provide  health  and  safety  hazards  training  to  SFPUC  employees;  and 

WHEREAS,  On  March  28,  2017,  by  Resolution  No.  17-0056,  this  Commission  approved 
Amendment  No.  1,  to  increase  the  not-to-exceed  amount  by  $16,000  for  a  total  of  $98,595,  and 
to  extend  the  agreement  term  by  six  months,  for  a  total  agreement  duration  of  five  years  and  six 
months,  in  order  to  provide  continued  annual  and  quarterly  updates  to  the  SFPUC  Safe  Practices 
Map  and  Health  and  Safety  Requirements  Matrix  for  chemical,  radiological,  and  other  hazards  at 
the  former  Naval  Station  of  Treasure  Island  and  Yerba  Buena  Island,  for  review  and  approval  by 
SFPUC  managers  and  Certified  Industrial  Hygienists;  and 

WHEREAS,  Amendment  No.  1  also  acknowledged  the  March  3,  2017  Statement  of 
Information  filed  with  the  Secretary  of  State  of  the  State  of  California  which  formally  changed 
the  Contractor  name  from  Langan  Treadwell  &  Rollo  to  Langan  Engineering  &  Environmental 
Services,  Inc.;  and 

WHEREAS,  Amendment  No.  2  is  being  requested  for  a  time  extension  of  seven  months, 
for  a  total  agreement  duration  of  six  years  and  one  month,  with  no  change  in  the  agreement 
amount,  in  order  to  provide  continued  annual  and  quarterly  updates  to  the  SFPUC  Safe  Practices 
Map  and  Health  and  Safety  Requirements  Matrix  for  chemical,  radiological,  and  other  hazards  at 
the  former  Naval  Station  of  Treasure  Island  and  Yerba  Buena  Island,  for  review  and  approval  by 
SFPUC  managers  and  Certified  Industrial  Hygienists.;  and 

WHEREAS,  Pursuant  to  Chapter  14B.8  of  the  San  Francisco  Administrative  Code,  the 
San  Francisco  Contract  Monitoring  Division  (CMD)  has  waived  the  Local  Business  Enterprise 
(LBE)  subconsulting  requirement  for  this  Agreement;  and 

WHEREAS,  Funds  for  this  agreement  are  available  from  Human  Resources  Operating 
Budget,  Health  and  Safety  Dept.  292645  -  Fund  27180;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  2  to  Agreement 
No.  CS-294.H,  Health  and  Safety  Hazards  on  Treasure  Island,  with  Langan  Engineering  & 
Environmental  Services,  Inc.,  to  provide  continued  annual  and  quarterly  updates  to  the  SFPUC 
Safe  Practices  Map  and  the  Health  and  Safety  Requirements  Matrix,  and  be  it 


FURTHER  RESOLVED,  That  this  Commission  authorizes  the  General  Manager  to 
execute  this  amendment  increasing  the  agreement  duration  by  seven  months,  for  a  total 
agreement  duration  of  six  years  and  one  month,  with  no  change  in  the  agreement  amount. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  November  12 ,  2019. 


Secretary ,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


19-0208 


WHEREAS,  On  May  15,  2015,  pursuant  to  the  General  Manager’s  delegated  authority 
under  Resolution  No.  09-0017,  the  San  Francisco  Public  Utilities  Commission  (SFPUC)  General 
Manager  executed  Agreement  No.  CS-1021,  Inventory  Auditing  Services,  with  Macias,  Gini  & 
O'Connell  LLP  (MGO),  to  provide  inventory  count  and  audit  services  at  four  SFPUC  locations  - 
City  Distribution  Division  (CDD)  Main-Auxiliary  Water  Supply  System  (AWSS)  Warehouse, 
Millbrae  Warehouse,  Moccasin  Warehouse,  and  the  Southeast  Treatment  Plant  —  in  the  amount 
of  $82,500  and  with  a  duration  four  years  and  seven  months  from  June  1,  2015  to  December  31, 
2019;  and 

WHEREAS,  On  May  4,  2018,  pursuant  to  the  General  Manager’s  delegated  authority 
under  Resolution  No.  09-0017,  Amendment  No.  1  to  the  Agreement  was  issued,  to  increase  the 
agreement  amount  by  $15,000  for  a  total  not-to-exceed  amount  of  $97,500,  with  no  change  to  the 
agreement  duration,  to  provide  inventory  count  services  for  two  additional  locations,  the  Bryant 
Street  Warehouse  and  the  Treasure  Island  Warehouse;  and 

WHEREAS,  Amendment  No.  2  is  requested  to  increase  the  agreement  amount  by 
$25,000,  and  to  extend  the  agreement  duration  by  one  year,  for  a  total  not-to-exceed  agreement 
amount  of  $122,500  and  a  total  duration  of  five  years  and  seven  months,  for  one  additional  year 
of  inventory  auditing  services  for  the  fiscal  year  ended  June  30,  2020;  and 

WHEREAS,  The  Contract  Monitoring  Division  established  a  subconsulting  requirement 
of  10%  Local  Business  Enterprise  (LBE)  participation  (of  the  total  value  of  services  to  be 
provided)  for  this  agreement  and 

WHEREAS,  Funding  for  this  agreement  is  available  from  the  Finance  Bureau  Operating 
Fund  -  27180;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  2  to  Agreement 
No.  CS-1021,  Inventory  Auditing  Services  with  Macias,  Gini  &  O’Connell  LLP,  to  provide 
inventory  auditing  services;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  authorizes  the  General  Manager  to 
execute  Amendment  No.  2  to  increase  the  agreement  amount  by  $25,000,  and  to  extend  the 
agreement  duration  by  one  year,  for  a  total  not-to-exceed  agreement  amount  of  $122,500  and  a 
total  duration  of  five  years  and  seven  months,  for  one  additional  year  of  inventory  auditing 
services  for  the  fiscal  year  ending  June  30,  2020. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  November  12,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


19-0209 


WHEREAS,  On  October  11,  2016,  per  Resolution  16-0214,  this  Commission  awarded 
Water  Enterprise-funded  Agreement  Nos.  PR0.0019.A-D,  As-Needed  Specialized  and  Technical 
Services,  Water  Enterprise,  and  authorized  the  General  Manager  to  negotiate  and  execute  four 
professional  services  agreements,  each  in  an  amount  not  to  exceed  $5,000,000,  and  each  with  a 
duration  of  five  years,  with  Brown  &  Caldwell-Geotechnical  Consultants.  Inc.  (GTC),  Joint 
Venture  (JV)  (PRO.0019.A),  RMC-Lotus,  JV  (PRO.0019.B),  MWH-JHCE,  JV  (PRO.0019.C), 
and  AECOM-WRE,  JV  (PRO.0019.D);  and 

WHEREAS,  Amendment  No.  1  is  being  requested  to  increase  the  amount  of  each 
agreement  by  $2,500,000,  increasing  the  total  not-to-exceed  agreement  amount  for  each 
agreement  to  $7,500,000,  with  no  change  to  the  duration  of  the  agreements,  in  order  to  continue 
providing  Water  As-Needed  Specialized  and  Technical  Services;  and 

WHEREAS,  A  Contract  Monitoring  Division  (CMD)  subconsulting  requirement  of  20% 
Local  Business  Enterprise  (LBE)  participation  has  been  established  for  these  agreements,  and 
Brown  &  Caldwell-  GTC,  JV  (PRO.0019.A),  RMC-Lotus,  JV  (PRO.0019.B),  MWH-JHCE,  JV 
(PRO.0019.C),  and  AECOM-WRE,  JV  (PRO.0019.D)  are  committed  to  meeting  their  proposed 
LBE  participation  requirement  of  20.1%,  20.0%,  20.0%,  and  20.0%,  respectively;  and 

WHEREAS,  Funds  for  these  amendments  are  available  from  Water  Enterprise  Operating 
and  Capital  Budgets;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  1  to  Water 
Enterprise-funded  Agreement  Nos.  PRO. 0019. A-D,  As-Needed  Specialized  and  Technical 
Services,  Water  Enteiprise,  with  Brown  &  Caldwell-GTC,  JV  (PRO.0019.A),  RMC-Lotus,  JV 
(PRO.0019.B),  MWH-JHCE,  JV  (PRO.0019.C),  and  AECOM-WRE,  JV  (PRO.0019.D),  and  be 


it 


FURTHER  RESOLVED,  That  this  Commission  authorizes  the  General  Manager  to 
execute  these  amendments  increasing  each  agreement  by  $2,500,000  for  a  total  not-to-exceed 
agreement  amount  of  $7,500,000  each,  with  no  change  to  the  duration  of  each  agreement. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  November  12 ,  2019. 


Secretary ,  Public  Utilities  Commission 


.  AAT- 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0210 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  requires  the 
assistance  of  a  professional  engineering  firm  to  perform  planning,  design  and,  possibly, 
engineering  support  during  construction  services  to  supplement  SFPUC  staff  for  a  proposed 
Sunol  Valley  Water  Treatment  Plant  Ozonation  project;  and 

WHEREAS,  The  estimated  cost  of  services  is  $15,000,000;  and 

WHEREAS,  The  Request  for  Proposals  was  advertised  on  June  7,  2019;  and 

WHEREAS,  Services  are  anticipated  to  begin  in  March  2020  and  end  in  March  2026,  and 
the  duration  of  this  agreement  is  six  (6)  years;  and 

WHEREAS,  SFPUC  staff  and  Contract  Monitoring  Division  (CMD)  review  of  the 
selection  panel  evaluations  of  the  proposals  and  interviews  resulted  in  the  establishment  of  CDM 
Smith,  Inc.  as  the  best  qualified  consulting  firm;  and 

WHEREAS,  CMD  established  an  8%  Local  Business  Enterprise  (LBE)  subconsultant 
participation  requirement  on  this  project,  and  CDM  Smith,  Inc.  committed  to  LBE  subconsultant 
participation  of  10.90%;  and 

WHEREAS,  Failure  to  reach  successful  agreement  on  contract  terms  and  conditions 
within  30  days  of  the  date  of  the  Commission  award  may  result  in  award  of  the  contract  to  the 
next  highest  ranked  proposer,  or  re-advertising  and  re-selecting  consultants  at  the  discretion  of 
the  City;  and 

WHEREAS,  The  firms  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City’s  Administrative  Code  either  at 
the  time  of  the  award,  or  within  two  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
proposer  to  obtain  compliance  certification  from  CMD  may,  in  the  General  Manager’s  sole 
discretion,  result  in  award  of  the  agreement  to  the  next  highest  ranked  proposer,  or  re-advertising 
and  re-selecting  consultants  at  the  discretion  of  the  City;  and 

WHEREAS,  No  engineering  support  during  bid  and  award,  construction,  start-up,  and 
closeout  services  will  be  initiated  under  this  contract  until  California  Environmental  Quality  Act 
(CEQA)  review  is  complete  and,  if  necessary,  the  appropriate  CEQA  document  is  prepared,  and 
until  this  Commission  has  reviewed  and  considered  the  CEQA  determination  or  the  approved 
(Mitigated  Negative  Declaration)  or  certified  (Environmental  Impact  Report)  CEQA  document 
and  has  adopted  the  document,  the  CEQA  findings,  and  a  Mitigation  and  Monitoring  Reporting 
Program  for  the  Project,  and  this  Commission  has  approved  the  Project;  and 

WHEREAS,  In  the  event  that  this  Commission  approves  the  project,  a  separate 
construction  contract  would  be  procured  and  any  engineering  support  services  during 
construction  would  be  undertaken  only  at  that  time;  and 


WHEREAS,  Work  under  this  contract  prior  to  completion  of  CEQA  review,  adoption  ot 
any  CEQA  document,  CEQA  findings,  and  MMRP,  and  approval  of  the  Project  will  consist 
solely  of  planning  and  design  services;  and 

WHEREAS,  Authorization  to  execute  this  contract  is  not  approval  of  the  Project.  The 
City  will  separately  consider  approval  of  the  Project  following  completion  of  environmental 
review  and  retains  discretion  to,  among  other  things,  modify  the  Project  to  mitigate  significant 
environmental  impacts,  require  the  implementation  of  specific  measures  to  mitigate  any 
significant  environmental  impacts  of  the  Project,  or  reject  the  Project;  and 

WHEREAS,  Funds  for  Agreement  No.  PRO.0120,  Engineering  Services  for  Sunol  Valley 
Water  Treatment  Plant  (SVWTP)  Ozonation  are  available  in  Water  Enterprise  10- Year  Capital 
Improvements  Program  Project  SVWTP  Ozone  (10033123);  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  selection  of  CDM  Smith,  Inc. 
and  awards  Water  Enterprise  10-Year  Capital  Improvement  Program-funded  Agreement  No. 
PRO. 0120,  Engineering  Services  for  Sunol  Valley  Water  Treatment  Plant  Ozonation,  to  provide 
planning  and  specialized  engineering  design  services,  and  authorizes  the  General  Manager  to 
negotiate  and  execute  a  professional  services  agreement  with  CDM  Smith,  Inc.  for  an  amount 
not-to-exceed  $15,000,000  and  a  duration  of  six  years,  or,  in  the  event  negotiations  are  not 
successful  or  City  requirements  are  not  satisfied,  to  negotiate  and  execute  a  professional  services 
agreement  with  the  next  highest  ranked  proposer,  subject  to  the  Board  of  Supervisors  approval 
pursuant  to  Charter  Section  9.1 18. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  November  12,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 
RESOLUTION  NO. _ 19-021 1 


WHEREAS,  On  November  5,  2002,  the  voters  of  the  City  and  County  of  San  Francisco 
(the  “City”)  approved  Proposition  E,  codified  as  Article  VIIfB  of  the  Charter  of  the  City  (the 
“Charter”),  which,  among  other  things,  authorized  the  Public  Utilities  Commission  of  the  City 
and  County  of  San  Francisco  (the  “Public  Utilities  Commission”  or  “SFPUC”)  to  issue  revenue 
bonds,  including  notes,  commercial  paper  or  other  forms  of  indebtedness,  when  authorized  by 
ordinance  approved  by  a  two-thirds  vote  of  the  Board  of  Supervisors  of  the  City  and  County  of 
San  Francisco  (the  “Board  of  Supervisors”),  for  the  purpose  of  reconstructing,  replacing, 
expanding,  repairing  or  improving  water  facilities  or  clean  water  facilities,  or  combinations  of 
water  and  clean  water  facilities  under  the  jurisdiction  of  the  Public  Utilities  Commission,  subject 
to  the  provision  ot  certain  certitications  of  an  independent  engineer  retained  by  the  Public 
Utilities  Commission  and  certain  certifications  by  the  San  Francisco  Planning  Department  (the 
Planning  Department”),  which  certifications  shall  make  the  findings  and  determinations  set 
forth  in  Charter  Section  8B.124;  and 

WHEREAS,  On  June  12,  2012,  the  Board  of  Supervisors  adopted  Ordinance  No.  115-12, 
signed  by  the  Mayor  of  the  City  (the  “Mayor”)  on  June  18,  2012,  to,  among  other  matters, 
authorize  the  issuance  ot  up  to  $522,810,000  of  Wastewater  Revenue  Bonds  to  finance  projects 
benefiting  the  Wastewater  Enterprise  (as  defined  in  that  certain  Indenture,  dated  as  of  January  1, 
2003,  by  and  between  the  Public  Utilities  Commission  and  U.S.  Bank  National  Association,  as 
trustee,  as  amended  and  supplemented  (the  “Indenture”);  and 

WHEREAS,  On  June  24,  2014,  the  Board  of  Supervisors  adopted  Ordinance  No.  107- 14, 
signed  by  the  Mayor  on  July  2,  2014,  to,  among  other  matters,  authorize  the  issuance  of  up  to 
$819,035,941  of  Wastewater  Revenue  Bonds  to  finance  projects  benefiting  the  Wastewater 
Enterprise;  and 

WHEREAS,  On  March  10,  2015,  this  Commission  adopted  Resolution  No.  15-0069,  to 
approve  the  execution  and  delivery  of  certain  installment  sales  agreements,  by  and  between  the 
California  State  Water  Resources  Control  Board  (the  “State  Water  Resources  Control  Board”) 
and  the  SFPUC  to  finance  a  portion  of  the  projects  benefiting  the  Wastewater  Enterprise;  and 

WHEREAS,  On  June  9,  2015,  the  Board  of  Supervisors  adopted  Ordinance  No.  89-15, 
signed  by  the  Mayor  on  June  18,  2015,  to  amend  and  supplement  Ordinance  No.  107-14  in  order 
to  provide  for  the  execution  and  delivery  of  certain  installment  sales  agreements  entered  into  by 
SFPUC  and  State  Water  Resources  Control  Board  to  secure  state  revolving  loans  made  by  the 
State  Water  Resources  Control  Board  to  the  SFPUC  in  an  aggregate  principal  amount  not  to 
exceed  $819,035,941  to  finance  projects  benefiting  the  Wastewater  Enterprise;  and 


WHEREAS,  On  June  14,  2016,  the  Board  of  Supervisors  adopted  Ordinance  No.  111-16, 
signed  by  the  Mayor  on  June  24,  2016,  to,  among  other  matters,  authorize  the  issuance  of  not  to 
exceed  $1,1 12,601,280  of  Wastewater  Revenue  Bonds,  and  other  forms  of  indebtedness 
(including,  installment  sales  agreements)  to  finance  projects  benefiting  the  Wastewater 
Enterprise  and  to  declare,  on  behalf  of  the  Public  Utilities  Commission,  pursuant  to  Internal 
Revenue  Service  Treasury  Regulation  Section  1.150-2,  the  official  intent  of  the  Public  Utilities 
Commission  to  the  use  of  proceeds  of  such  installment  sales  agreements  for  reimbursement 
purposes;  and 

WHEREAS,  On  June  12,  2018,  the  Board  of  Supervisors  adopted  Ordinance  No.  144-18, 
signed  by  the  Mayor  on  June  20,  2018,  to,  among  other  matters,  authorize  the  issuance  of  not  to 
exceed  $987,414,494  of  Wastewater  Revenue  Bonds,  and  other  forms  of  indebtedness 
(including,  installment  sales  agreements)  to  finance  projects  benefiting  the  Wastewater 
Enterprise,  and  to  declare,  on  behalf  of  the  SFPUC,  pursuant  to  Internal  Revenue  Service 
Treasury  Regulation  Section  1.150-2,  the  official  intent  of  the  Public  Utilities  Commission  to  the 
use  of  proceeds  of  such  installment  sales  agreements  for  reimbursement  purposes;  and 

WHEREAS,  Article  VIIIB  of  the  Charter  (Section  8B.124)  allows  for  the  issuance  of 
revenue  bonds  and  other  forms  of  indebtedness,  subject  to  the  provision  of  certain  certifications 
of  an  independent  engineer  retained  by  the  SFPUC  and  certain  certifications  by  the  San 
Francisco  Planning  Department,  which  certifications  make  the  findings  and  determinations  set 
forth  in  Section  8B.124;  and 

WHEREAS,  On  March  8,  2018,  the  Planning  Commission  reviewed  and  considered  the 
Final  Environmental  Impact  Report  (the  “FEIR”)  for  the  SEP  Biosolids  Digester  Facilities 
Project  (CWWSIPDP01),  and  among  other  things,  found  that  the  contents  of  the  FEIR  and  the 
procedures  through  which  the  FEIR  was  prepared,  publicized  and  reviewed  complied  with  the 
provisions  of  the  California  Environmental  Quality  Act  (“CEQA”),  the  CEQA  Guidelines  and 
Chapter  31  of  the  San  Francisco  Administrative  Code,  and  certified  the  completed  FEIR  in 
compliance  with  CEQA  and  the  CEQA  Guidelines  in  its  Motion  No.  M-20129,  and  on  March  13, 
2018,  the  Public  Utilities  Commission  approved  the  SEP  Biosolids  Digester  Facilities  Project 
(CWWSIPDP01)  by  Resolution  No.  18-0042;  and 

WHEREAS,  Pursuant  to  Section  1  of  Resolution  No.  15-0069  and  Section  2  of 
Ordinance  Nos.  111-16  and  144-18,  the  SFPUC  is  required  to  present  the  terms  and  form  of  any 
installment  sales  agreements  authorized  therein  for  prior  approval  by  this  Commission;  and 

WHEREAS,  The  table  attached  hereto  as  Exhibit  A  provides  a  list  of  state  loans 
previously  made  or  expected  to  be  made  by  the  State  Water  Resources  Control  Board  to  the 
Public  Utilities  Commission,  and  such  table  reflects  the  previously  authorized  or  expected  to  be 
authorized  (as  applicable)  not-to-exceed  principal  amounts  for  such  state  loans,  the  respective 
estimated  construction  completion  dates  for  the  respective  projects  expected  to  be  financed  under 
such  state  loans  and  the  respective  estimated  commencement  date  of  the  repayment  term 
thereunder;  and 


WHEREAS,  The  SFPUC  now  desires  to  approve  the  terms  and  form  of  that  certain 
installment  sale  agreement  and  grant  relating  to  the  Southeast  Plant  Biosolids  Digester  Facilities 
Project  (CWWSIPDP01),  Clean  Water  State  Revolving  Fund  Project  No.  8372-1 10,  dated  as  of 
its  date  (the  “Installment  Sale  Agreement  and  Grant”),  by  and  between  the  State  Water 
Resources  Control  Board  and  the  SFPUC;  and 

NOW,  THEREFORE  BE  IT  RESOLVED  AS  FOLLOWS: 

Section  1.  Approval  of  the  Installment  Sale  Agreement.  The  Public  Utilities 
Commission  hereby  authorizes  and  directs  the  General  Manager  (or  his  designee)  of  the  Public 
Utilities  Commission  (the  “General  Manager”)  to  enter  into  the  Installment  Sale  Agreement  with 
the  State  Water  Resources  Control  Board  pursuant  to  Section  8B.124  of  the  Charter.  The  state 
loan  evidenced  by  the  Installment  Sale  Agreement  shall  be  payable  from  a  pledge  of  the  Net 
Revenues  (as  defined  in  the  Indenture)  of  the  Wastewater  Enteiprise  on  a  parity  lien  with  the 
payment  of  other  parity  obligations  of  the  Wastewater  Enterprise. 

The  Public  Utilities  Commission  hereby  approves  the  terms  of  the  Installment  Sale 
Agreement  in  substantially  the  form  on  file  with  the  Commission  Secretary  to  secure  repayment 
of  the  state  loan  in  an  amount  not  to  exceed  $132,000,000  (principal  amount),  with  such  changes 
and  modifications  therein  as  shall  be  approved  by  the  General  Manager,  in  consultation  with  the 
City  Attorney  of  the  City  and  County  of  San  Francisco  (the  “City  Attorney”),  provided  such 
changes  or  modifications  do  not  materially  increase  the  financial  risk  to  the  Public  Utilities 
Commission.  The  state  loan  evidenced  by  the  Installment  Sale  Agreement  shall  bear  interest  at  a 
rate  not  in  excess  of  1 2%  per  annum.  The  Agreement  provides  a  principal  forgiveness  amount  of 
up  to  $4,000,000.  If  SFPUC  does  not  draw  the  full  not-to-exceed  loan  amount,  then  the  principal 
forgiveness  amount  will  be  reduced  to  3%  of  the  total  amount  drawn. 

Section  2.  Purpose  of  this  Resolution.  The  Public  Utilities  Commission  adopts  this 
Resolution  for  the  purpose  of  establishing  compliance  with  Section  1  of  Resolution  No.  15-0069 
and  Section  2  of  Ordinance  Nos.  111-16  and  144-18. 

Section  3.  General  Authority.  The  General  Manager,  the  Deputy  General  Manager 
and  Chief  Operating  Officer  and  the  Assistant  General  Manager  Wastewater  Enterprise  and 
Chief  Financial  Officer  and  other  officers  of  the  Public  Utilities  Commission  and  their  duly 
authorized  deputies  and  agents  are  hereby  authorized  and  directed,  jointly  and  severally,  to  take 
such  actions  and  to  execute  and  deliver  such  certificates,  agreements,  requests  or  other 
documents,  as  they  may  deem  necessary  to  facilitate  the  execution  and  delivery  of  the 
Installment  Sale  Agreement  and  Grant,  to  obtain  title  and  other  insurance  with  respect  to  the 
facilities  to  be  financed  and  otherwise  to  carry  out  the  provisions  of  this  Resolution.  In  addition, 
the  General  Manager  and  his  designee  are  each  authorized  to  enter  into  any  amendments  to  the 
Installment  Sale  Agreement  and  Grant  to  provide  for  final  budget  costs,  extension  of  the  dates 
for  construction  completion  and/  or  termination  of  the  Installment  Sale  Agreement  and  Grant 
provided  such  amendments  do  not  increase  the  principal  amount  of  the  state  loan,  the  maximum 
interest  rate  or  the  maximum  term  thereof  approved  in  Section  1  above. 

Section  4.  SB  450  Compliance.  The  Public  Utilities  Commission  acknowledges  that 
the  good  faith  estimates  required  by  Section  5852. 1  of  the  California  Government  Code  are 


disclosed  in  the  staff  report  and  are  available  to  the  public  at  the  meeting  at  which  this  resolution 
is  approved. 

Section  5.  Ratification.  That  the  actions  approved  by  this  Resolution  and  heretofore 
taken  are  hereby  ratified,  approved  and  confirmed  by  this  Public  Utilities  Commission. 

Section  6.  Effective  Date.  This  Resolution  shall  take  effect  from  and  after  its 
adoption. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  November  12,  2019. 


Secretary,  Public  Utilities  Commission 


Exhibit  A 


Project 

State  Revolving  Fund  Project  No. 

Wastewater  Enterprise 

Previously  Authorized 
Not-to-Exceed  Loan  Amount 

Estimated 

Construction  Completion  Date 

Repayment  Term 
Commences  No  Later  Than 
(Estimated) 

Lake  Merced  Green  Infrastructure  Project 

8054-110111 

$7,435,000.00 

July  31,  2020 

July  31,  2022 

SEP  521/522  and  Disinfection  Upgrades  Project 

8088-110121 

$40,005,740.00 

November  18,  2018 

November  18,  2020 

SEP  Primary/Secondary  Clarifier  Upgrades  Project 

8132-110121 

$34,445,778.00 

March  30,  2018 

March  30,  2020 

North  Point  Facility  Outfall  System  Rehabilitation  Project 

8129-11012’ 

$20,199,435.00 

February  26,  2018 

February  26,  2020 

OSP  Digester  Gas  Utilization  Upgrade  Project 

8371-110131 

$54,387,969 

August  22,  2021 

August  22,  2023 

SEP  Biosolids  Digester  Facilities  Project 

8372-11013’ 

$132,000,000 

Mayl,  2026 

May  1,  2028 

(1)  The  Public  Utilities  Commission  entered  into  such  State  Revolving  Fund  loan  in  2016. 

(2)  The  Public  Utilities  Commission  entered  into  such  State  Revolving  Fund  loan  in  2017. 

(3)  State  loan  expected  to  be  made  pursuant  to  a  form  of  a  installment  sale  agreement  and  grant  presented  to  the  Public  Utilities  Commission  for  approval  on  the  date  of  approval  of  the  resolution 
this  exhibit  is  attached  to. 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.:  19-0212 


WHEREAS,  On  November  5,  2002,  the  voters  of  the  City  and  County  of  San  Francisco 
(the  “City”)  approved  Proposition  E,  codified  as  Article  VIIIB  of  the  Charter  of  the  City  (the 
“Charter”),  which,  among  other  things,  authorized  the  Public  Utilities  Commission  of  the  City 
and  County  of  San  Francisco  (the  “Public  Utilities  Commission”)  to  issue  revenue  bonds, 
including  notes,  commercial  paper  or  other  forms  of  indebtedness,  when  authorized  by  ordinance 
approved  by  a  two-thirds  vote  of  the  Board  of  Supervisors  of  the  City  and  County  of  San 
Francisco  (the  “Board  of  Supervisors”),  for  the  purpose  of  reconstructing,  replacing,  expanding, 
repairing  or  improving  water  facilities  or  clean  water  facilities,  or  combinations  of  water  and 
clean  water  facilities  under  the  jurisdiction  of  the  Public  Utilities  Commission,  subject  to  the 
provision  of  certain  certifications  of  an  independent  engineer  retained  by  the  Public  Utilities 
Commission  and  certain  certifications  by  the  San  Francisco  Planning  Department  (the  “Planning 
Department”),  which  certifications  shall  make  the  findings  and  determinations  set  forth  in 
Charter  Section  8B.124;  and 

WHEREAS,  On  June  12,  2012,  the  Board  of  Supervisors  adopted  Ordinance  No.  115-12, 
signed  by  the  Mayor  of  the  City  (the  “Mayor”)  on  June  18,  2012,  to,  among  other  matters, 
authorize  the  issuance  of  up  to  $522,810,000  of  Wastewater  Revenue  Bonds  to  finance  projects 
benefiting  the  Wastewater  Enterprise  (as  defined  in  that  certain  Indenture,  dated  as  of  January  1, 
2003,  by  and  between  the  Public  Utilities  Commission  and  U.S.  Bank  National  Association,  as 
trustee,  as  amended  and  supplemented  (the  “Indenture”);  and 

WHEREAS,  On  June  24,  2014,  the  Board  of  Supervisors  adopted  Ordinance  No.  107-14, 
signed  by  the  Mayor  on  July  2,  2014,  to,  among  other  matters,  authorize  the  issuance  of  up  to 
$819,035,941  of  Wastewater  Revenue  Bonds  to  finance  projects  benefiting  the  Wastewater 
Enterprise;  and 

WHEREAS,  On  March  10,  2015,  this  Commission  adopted  Resolution  No.  15-0069,  to 
approve  the  execution  and  delivery  of  certain  installment  sales  agreements,  by  and  between  the 
California  State  Water  Resources  Control  Board  (the  “State  Water  Resources  Control  Board”) 
and  the  San  Francisco  Public  Utilities  Commission  (SFPUC)  to  finance  a  portion  of  the  projects 
benefiting  the  Wastewater  Enterprise;  and 

WHEREAS,  On  June  9,  2015,  the  Board  of  Supervisors  adopted  Ordinance  No.  89-15, 
signed  by  the  Mayor  on  June  18,  2015,  in  order  to  provide  for  the  execution  and  delivery  of 
certain  installment  sales  agreements  entered  into  by  the  SFPUC  and  State  Water  Resources 
Control  Board  to  secure  state  revolving  loans  made  by  the  State  Water  Resources  Control  Board 
to  the  Public  Utilities  Commission  in  an  aggregate  principal  amount  not  to  exceed  $819,035,941 
to  finance  projects  benefiting  the  Wastewater  Enterprise;  and 


WHEREAS,  On  June  14,  2016,  the  Board  of  Supervisors  adopted  Ordinance  No.  111-16, 
signed  by  the  Mayor  on  June  24,  2016,  to,  among  other  matters,  authorize  the  issuance  of  not  to 
exceed  $1,1 12,601,280  of  Wastewater  Revenue  Bonds,  and  other  forms  of  indebtedness 
(including  installment  sales  agreements)  to  finance  projects  benefiting  the  Wastewater 
Enterprise,  and  to  declare,  on  behalf  of  the  Public  Utilities  Commission,  pursuant  to  Internal 
Revenue  Service  Treasury  Regulation  Section  1.150-2,  the  official  intent  of  the  Public  Utilities 
Commission  to  the  use  of  proceeds  of  such  installment  sales  agreements  for  reimbursement 
purposes;  and 

WHEREAS,  On  June  12,  2018,  the  Board  of  Supervisors  adopted  Ordinance  No.  144-18, 
signed  by  the  Mayor  on  June  20,  2018,  to,  among  other  matters,  authorize  the  issuance  of  not  to 
exceed  $987,414,494  of  Wastewater  Revenue  Bonds,  and  other  forms  of  indebtedness  (including 
installment  sales  agreements)  to  finance  projects  benefiting  the  Wastewater  Enterprise,  and  to 
declare,  on  behalf  of  the  SFPUC,  pursuant  to  Internal  Revenue  Service  Treasury  Regulation 
Section  1.150-2,  the  official  intent  of  the  SFPUC  to  the  use  of  proceeds  of  such  installment  sales 
agreements  for  reimbursement  purposes;  and 

WHEREAS,  Article  VIIIB  of  the  Charter  (Section  8B.124)  allows  for  the  issuance  of 
revenue  bonds  and  other  forms  of  indebtedness,  subject  to  the  provision  of  certain  certifications 
of  an  independent  engineer  retained  by  the  SFPUC  and  certain  certifications  by  the  San 
Francisco  Planning  Department,  which  certifications  make  the  findings  and  determinations  set 
forth  in  Section  8B.124;  and 

WHEREAS,  On  June  2,  2017,  the  Planning  Department  determined  that  the  OSP 
Digester  Gas  Utilization  Upgrade  Project  (CWWSIPTPOP03)  is  categorically  exempt  under 
California  Environmental  Quality  Act  Guidelines  Section  15301  (Existing  Facilities),  and  on 
August  8,  2017,  this  Commission  approved  the  OSP  Digester  Gas  Utilization  Upgrade  Project 
(CWWSIPTPOP03)  by  Resolution  No.  17-0184;  and 

WHEREAS,  Pursuant  to  Section  1  of  Resolution  No.  15-0069  and  Section  2  of 
Ordinance  Nos.  1 1 1-16  and  144-18,  the  SFPUC  is  required  to  present  the  terms  and  form  of  any 
installment  sales  agreements  authorized  therein  for  prior  approval  by  this  Commission;  and 

WHEREAS,  The  table  attached  hereto  as  Exhibit  A  provides  a  list  of  state  loans 
previously  made  or  expected  to  be  made  by  the  State  Water  Resources  Control  Board  to  the 
SFPUC,  and  such  table  reflects  the  previously  authorized  or  expected  to  be  authorized  (as 
applicable)  not-to-exceed  principal  amounts  for  such  state  loans,  the  respective  estimated 
construction  completion  dates  for  the  respective  projects  expected  to  be  financed  under  such 
state  loans  and  the  respective  estimated  commencement  date  of  the  repayment  term  thereunder; 
and 


WHEREAS,  The  SFPUC  now  desires  to  approve  the  terms  and  form  of  that  certain 
installment  sale  agreement  relating  to  the  OSP  Digester  Gas  Utilization  Upgrade  Project 
(CWWSIPTPOP03),  Clean  Water  State  Revolving  Fund  Project  No.  8371-110,  dated  as  of  its 
date  (the  “Installment  Sale  Agreement  and  Grant”),  by  and  between  the  State  Water  Resources 
Control  Board  and  the  Public  Utilities  Commission;  now,  therefore,  be  it  resolved 


Section  1.  Approval  of  the  Installment  Sale  Agreement.  The  Public  Utilities 
Commission  hereby  authorizes  and  directs  the  General  Manager  (or  his  designee)  of  the  Public 
Utilities  Commission  (the  “General  Manager”)  to  enter  into  the  Installment  Sale  Agreement  with 
the  State  Water  Resources  Control  Board  pursuant  to  Section  8B.  124  of  the  Charter.  The  state 
loan  evidenced  by  the  Installment  Sale  Agreement  shall  be  payable  from  a  pledge  of  the  Net 
Revenues  (as  defined  in  the  Indenture)  of  the  Wastewater  Enterprise  on  a  parity  lien  with  the 
payment  of  other  parity  obligations  of  the  Wastewater  Enterprise. 

The  Public  Utilities  Commission  hereby  approves  the  terms  of  the  Installment  Sale 
Agreement  and  Grant  in  substantially  the  form  on  file  with  the  Commission  Secretary  to  secure 
repayment  of  the  state  loan  in  an  amount  not  to  exceed  $54,387,969  (principal  amount),  with 
such  changes  and  modifications  therein  as  shall  be  approved  by  the  General  Manager,  in 
consultation  with  the  City  Attorney  of  the  City  and  County  of  San  Francisco  (the  “City 
Attorney”),  provided  such  changes  or  modifications  do  not  materially  increase  the  financial  risk 
to  the  Public  Utilities  Commission.  The  state  loan  evidenced  by  the  Installment  Sale  Agreement 
bear  interest  at  a  rate  not  in  excess  of  12%  per  annum.  The  Agreement  provides  a  principal 
forgiveness  amount  of  up  to  $4,000,000.  If  SFPUC  does  not  draw  the  full  not-to-exceed  loan 
amount,  then  the  principal  forgiveness  amount  will  be  reduced  to  7.4%  of  the  total  amount 
drawn. 


Section  2.  Purpose  of  this  Resolution.  The  Public  Utilities  Commission  adopts  this 
Resolution  for  the  purpose  of  establishing  compliance  with  Section  1  of  Resolution  No.  15-0069 
and  Section  2  of  Ordinance  Nos.  111-16  and  144-18. 

Section  3.  General  Authority.  The  General  Manager,  the  Deputy  General  Manager 
and  Chief  Operating  Officer  and  the  Assistant  General  Manager  Wastewater  Enterprise  and 
Chief  Financial  Officer  and  other  officers  of  the  Public  Utilities  Commission  and  their  duly 
authorized  deputies  and  agents  are  hereby  authorized  and  directed,  jointly  and  severally,  to  take 
such  actions  and  to  execute  and  deliver  such  certificates,  agreements,  requests  or  other 
documents,  as  they  may  deem  necessary  to  facilitate  the  execution  and  delivery  of  the 
Installment  Sale  Agreement  and  Grant,  to  obtain  title  and  other  insurance  with  respect  to  the 
facilities  to  be  financed  and  otherwise  to  carry  out  the  provisions  of  this  Resolution.  In  addition, 
the  General  Manager  and  his  designee  are  each  authorized  to  enter  into  any  amendments  to  the 
Installment  Sale  Agreement  and  Grant  to  provide  for  final  budget  costs,  extension  of  the  dates 
for  construction  completion  and /  or  termination  of  the  Installment  Sale  Agreement  and  Grant 
provided  such  amendments  do  not  increase  the  principal  amount  of  the  state  loan,  the  maximum 
interest  rate  or  the  maximum  term  thereof  approved  in  Section  1  above. 

Section  4.  SB  450  Compliance.  The  Public  Utilities  Commission  acknowledges  that 
the  good  faith  estimates  required  by  Section  5852. 1  of  the  California  Government  Code  are 
disclosed  in  the  staff  report  and  are  available  to  the  public  at  the  meeting  at  which  this  resolution 
is  approved. 

Section  5.  Ratification.  That  the  actions  approved  by  this  Resolution  and  heretofore 
taken  are  hereby  ratified,  approved  and  confirmed  by  this  Public  Utilities  Commission. 


Effective  Date.  This  Resolution  shall  take  effect  from  and  after  its 


Section  6. 
adoption. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  November  12,  2019. 


Secretary,  Public  Utilities  Commission 


Exhibit  A 


Wastewater  Enterprise 


Project 

State  Revolving  Fund  Project  No. 

Previously  Authorized 
Not-to-Exceed  Loan  Amount 

Estimated 

Construction  Completion  Date 

Repayment  Term 
Commences  No  Later  Than 
(Estimated) 

Lake  Merced  Green  Infrastructure  Project 

8054-11011’ 

$7,435,000.00 

July  31,  2020 

July  31,  2022 

SEP  521/522  and  Disinfection  Upgrades  Project 

8088-110121 

$40,005,740.00 

November  18,  2018 

November  18,  2020 

SEP  Primary/Secondary  Clarifier  Upgrades  Project 

8132-1101 (2) 3 

$34,445,778.00 

March  30,  2018 

March  30,  2020 

North  Point  Facility  Outfall  System  Rehabilitation  Project 

8129-110121 

$20,199,435.00 

February  26,  2018 

February  26,  2020 

OSP  Digester  Gas  Utilization  Upgrade  Project 

8371-11013' 

$54,387,969 

August  22,  2021 

August  22,  2023 

SEP  Biosolids  Digester  Facilities  Project 

8372-110'31 

$132,000,000 

Mayl,  2026 

May  1,  2028 

(1)  The  Public  Utilities  Commission  entered  into  such  State  Revolving  Fund  loan  in  2016. 

(2)  The  Public  Utilities  Commission  entered  into  such  State  Revolving  Fund  loan  in  2017. 

(3)  State  loan  expected  to  be  made  pursuant  to  a  form  of  a  installment  sale  agreement  and  grant  presented  to  the  Public  Utilities  Commission  for  approval  on  the  date  of  approval  of  the  resolution 
this  exhibit  is  attached  to. 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0213 


WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  have  developed  a 
project  description  for  improvements  related  to  the  Mountain  Tunnel  Improvements  Project 
(Project),  otherwise  known  as  Project  No.  CUH 10221;  and 

WHEREAS,  The  objective  of  the  Project  is  the  rehabilitation  of  the  raw  water  Mountain 
Tunnel  and  related  improvements  for  improved  water  flow  control,  better  water  quality,  and 
safer  maintenance  access;  and 

WHEREAS,  The  Project  is  included  in  the  Commission  approved  10-year  Water  Capital 
Improvement  Program,  with  a  total  project  budget  of  $238.2  million;  and 

WHEREAS,  A  Preliminary  Mitigated  Negative  Declaration  for  the  Project  was  prepared 
and  published  for  public  review  on  July  17,  2019  and  was  available  for  public  comment  until 
August  16,  2019;  and 

WHEREAS,  On  October  23,  2019,  the  Environmental  Review  Officer  (ERO)  reviewed 
and  considered  the  Final  Mitigated  Negative  Declaration  (FMND),  and  found  that  the  contents  of 
said  report  and  the  procedures  through  which  the  FMND  was  prepared,  publicized  and  reviewed 
complied  with  the  provisions  of  the  California  Environmental  Quality  Act  (CEQA),  (California 
Public  Resources  Code  Sections  21000  et  seq.),  14  California  Code  of  Regulations  Sections 
15000  et  seq.  (the  “CEQA  Guidelines”)  and  Chapter  31  of  the  San  Francisco  Administrative 
Code  (“Chapter  31”)  ;  and 

WHEREAS,  The  ERO  found  the  FMND  was  adequate,  accurate,  and  objective,  reflected 
the  independent  analysis  and  judgement  of  the  Planning  Department,  and  approved  the  FMND 
for  the  Project  in  compliance  with  CEQA,  the  CEQA  Guidelines  and  Chapter  31;  and 

WHEREAS,  The  Planning  Department  is  the  custodian  of  records,  located  at  1650 
Mission  Street,  Fourth  Floor,  San  Francisco,  California;  and 

WHEREAS,  The  FMND  and  a  proposed  Mitigation,  Monitoring  and  Reporting  Program 
(MMRP)  were  made  available  to  the  public  and  this  Commission  for  the  Commission’s  review, 
consideration  and  action;  and 

WHEREAS,  The  Commission  now  desires  to  approve  the  Project  and  authorize  the 
General  Manager  to  proceed  with  advertising  plans  and  specifications  for  construction  and  return 
to  Commission  at  a  later  date  for  award  of  a  construction  contract  and  any  other  agreements 
necessary  for  implementation  of  the  Project;  now  therefore,  be  it 


RESOLVED,  That  this  Commission  has  reviewed  and  considered  the  FMND  and  the 
record  as  a  whole,  and  finds  that  the  FMND  is  adequate  for  its  use  as  the  decision  making  body 
for  the  Project,  that  there  is  no  substantial  evidence  that  the  Project  will  have  a  significant  effect 
on  the  environment  with  the  adoption  of  the  mitigation  measures  contained  in  the  MMRP,  and 
that  the  FMND  reflects  the  City’s  independent  judgement  and  analysis,  and  hereby  adopts  the 
FMND  and  the  MMRP;  and  be  it 

FURTHER  RESOLVED,  That  the  SFPUC  hereby  adopts  the  FMND,  and  the  CEQA 
Findings  and  the  MMRP  on  file  with  the  Commission  Secretary  and  incoiporated  herein  as  part 
of  this  Resolution  by  this  reference  thereto,  and  commits  to  all  required  mitigation  measures 
identified  in  the  FMND  and  contained  in  the  MMRP;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  approves  Project  No. 
CUH10221,  Mountain  Tunnel  Improvements  Project,  and  authorizes  the  General  Manager  to 
proceed  to  advertise  plans  and  specifications  for  construction  of  the  Project. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  November  12,  2019. 


Secretary ,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0214 


WHEREAS,  Beginning  in  2007,  the  San  Francisco  Public  Utilities  Commission  (SFPUC) 
introduced  robust  Health  and  Safety  contract  specifications  for  work  practices  on  public  works 
construction  projects  during  the  Water  System  Improvement  Program  (WSIP);  and 

WHEREAS,  The  WSIP  included  over  9.5  million  construction  contract  work  hours  with 
an  injury  and  illness  rate  that  was  halt  of  the  construction  industry  rate  as  reported  by  the 
California  Occupational  Safety  and  Health  Administration  (Cal  OSHA);  and 

WHEREAS,  The  SFPUC  has  used  only  a  single  safety  question  in  its  prequalification 
procedures  in  procuring  construction  contractors  for  public  works  construction  projects  starting 
with  the  WSIP  and  continuing  to  the  present,  and  SFPUC  has  not  taken  into  account  in  its 
prequalification  procedures  any  Cal  OSHA  citations  that  are  still  open  for  investigation  or  under 
appeal;  and 

WHEREAS,  In  a  report  dated  April  1 1,  2017,  the  Office  of  the  Controller,  City  Services 
Auditor,  recommended  that  the  City  adopt  and  institute  a  proactive  approach  to  construction 
safety  management  and  oversight  on  public  works  projects,  including  the  inclusion  of  safety 
components  in  the  bidding  and  contracting  process,  to  reduce  construction  site  hazards  and  work¬ 
site  injuries  in  order  to  meet  the  City’s  expressed  commitment  to  the  safety  and  well-being  of  its 
residents,  visitors,  and  employees;  and 

WHEREAS,  On  August  10,  2018,  a  contractor  on  a  Municipal  Transportation  Agency 
(MTA)  public  works  project  experienced  a  workplace  fatality,  for  which  the  contractor  received 
an  OSHA  citation;  and 

WHEREAS,  On  October  17,  2018,  the  Board  of  Supervisors’  Government  Audit  and 
Oversight  (GAO)  Committee  held  a  public  hearing  regarding  safety  practices  of  construction 
contractors  working  on  City  public  works  projects  and  charged  City  Departments,  including  the 
SFPUC,  with  developing  a  comprehensive  approach  to  procuring  construction  contractors  that 
takes  into  account  safety  records  of  the  contractors,  including  OSHA  violations  still  under 
investigation  or  being  appealed,  and  to  consider  all  available  safety  record  information,  to  ensure 
that  the  City  enters  into  contracts  with  contractors  who  have  demonstrated  good  safety  records 
and  practices;  and 

WHEREAS,  In  accordance  with  the  Controller’s  Report  and  GAO  Committee’s 
recommendations,  the  SFPUC  has  engaged  other  Chapter  6  Departments,  the  Office  of  Risk 
Management,  industry  experts,  and  associations  representing  construction  companies  to  develop 
a  more  robust  safety  prequalification  procedure;  and 

WHEREAS,  This  Commission  urges  its  General  Manager  and  staff  to  continue  working 
with  the  other  Chapter  6  Departments  towards  the  goal  of  adopting  uniform,  City-wide  safety 
prequalification  procedures  for  public  works  contracts;  and 


WHEREAS,  The  proposed  Safety  Prequalification  Procedures,  as  set  forth  in  the  “Safety 
Prequalification  Form,”  a  copy  of  which  is  attached  hereto,  asks  questions  about  a  contractor’s 
reported  Cal  OSHA  injury  and  illness  rate  and  its  OSHA  violations,  including  those  still  being 
investigated  and  those  that  are  under  appeal;  and 

WHEREAS,  Under  the  new  procedures,  many  contractors  will  be  able  to  prequalify  by 
answering  questions  that  objectively  measure  worksites  safety  by  the  results  reported  to  OSHA 
on  its  form  300A  concerning  injury  and  illness  rates,  lost  work  rates,  and  rate  of  OSHA 
violations  compared  to  industry  standards  for  the  type  of  work  and  the  scaled  by  the  size  of  the 
company;  and 

WHEREAS,  Under  the  new  procedures,  contractors  that  do  not  prequalify  solely  on 
answers  to  questions  about  injury  and  illness  rates  and  lost  work  rates,  and  an  acceptable  rate  of 
OSHA  violations,  will  have  an  opportunity  to  provide  their  safety  documents  and  procedures  for 
review  and  provide  explanations  about  their  OSHA  violations;  and 

WHEREAS,  The  City’s  Risk  Management  Division  will  provide  the  SFPUC  with 
administrative  support  in  identifying  and  procuring  services  of  an  industry  expert  to  evaluate  and 
score  applicants’  safety  documents  and  explanations  about  OSHA  citations,  and  that  expert  will 
provide  the  SFPUC  General  Manager  or  his/her  designee  with  scoring  recommendations  and 
rationale,  with  the  General  Manager  or  his/her  designee  making  final  determinations  on  scoring 
the  applicant’s  safety  prequalification  submission;  and 

WHEREAS,  Under  the  new  procedures,  the  SFPUC  will  grant  any  contractor  that  fails  to 
achieve  “prequalified  to  bid”  status  the  opportunity  to  appeal  the  determination  with  a  hearing  in 
front  of  a  neutral  hearing  officer;  and 

WHEREAS,  The  General  Manager,  in  consultation  with  the  City  Attorney’s  Office,  will 
develop  and  implement  procedures  for  requesting  and  conducting  appeal  hearings  in  front  of  a 
neutral  hearing  officer;  and 

WHEREAS,  Selecting  construction  contractors  using  safety  criteria  will  create  safer 
worksites  for  construction  workers.  City  employees  and  the  public,  and  it  will  encourage 
construction  contractors  to  focus  on  building  cultures  valuing  safety  practices;  and 

WHEREAS,  This  Commission  wishes  to  implement  the  proposed  Safety  Prequalification 
Procedure  as  set  forth  in  the  attached  Safety  Qualification  Form,  including  inquiries  into  OSHA 
citations  that  are  still  being  investigated  or  under  appeal,  for  use  in  the  procurement  of  contracts 
with  construction  contractors;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  Safety  Prequalification 
Procedures  as  set  forth  in  the  Safety  Prequalification  Form  attached  hereto  and  authorizes  the 
General  Manager  or  his  designees  to  implement  the  procedures  through  use  of  the  Form  for  the 
prequalification  of  contractors  qualified  to  submit  bids  for  SFPUC  construction  contracts  and  to 
develop  and  implement  procedures  for  requesting  and  conducting  appeal  hearings  before  a 
neutral  hearing  officer;  and  be  it 


FURTHER  RESOLVED,  That  this  Commission  authorizes  the  General  Manager  to  make 
revisions  to  the  Safety  Prequalification  Form  that  that  the  General  Manager  determines,  in 
consultation  with  the  City  Attorney,  are  in  the  best  interest  of  the  City,  do  not  materially  increase 
the  obligations  or  liabilities  of  the  City,  are  necessary  or  advisable  to  effectuate  the  purposes  and 
intent  of  this  Resolution,  and  are  in  compliance  with  all  applicable  laws,  including  the  City 


Charter. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  November  12,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  _ 19-0216 

WHEREAS,  In  a  January  14,  2019  letter,  on  file  with  the  Clerk  of  the  Board  of 
Supervisors  in  File  No.  190367,  Mayor  Breed  asked  the  San  Francisco  Public  Utilities 
Commission  (SFPUC)  to  evaluate  in  a  preliminary  report  all  options  for  changing  how  electric 
service  is  provided  to  ensure  a  safe,  clean  and  dependable  power  grid;  and 

WHEREAS,  Board  Resolution  174-19  determined  that  the  public  interest  and  necessity 
iequire  changing  the  electric  service  provided  in  San  Francisco,  and  these  changes  may  include 
the  acquisition  of  Pacific  Gas  and  Electric  Company’s  (PG&E's)  electrical  system  serving  San 
Francisco,  construction  of  new  facilities  by  the  City,  or  completion  of  the  City's  own  electric 
system;  and 

WHEREAS,  On  Friday  September  6,  2019,  the  Mayor  and  City  Attorney  sent  a  letter  to 
PG&E  expressing  the  Citys  interest  in  purchasing  from  PG&E  the  facilities  needed  to  provide 
electric  distribution  service  to  all  San  Francisco  customers  (PG&E  Assets),  based  on  intensive 
analysis  by  City  staff  and  experts;  and 

WHEREAS,  Funding  of  $6,809,675  has  been  previously  appropriated  for  the  City’s 
comprehensive  analysis  of  the  proposed  purchase  of  the  PG&E  Assets;  and 

WHEREAS,  Additional  funding  of  $10,371,557  is  needed  in  Fiscal  Year  2020  to 
continue  the  City’s  comprehensive  analysis  of  the  proposed  purchase  of  the  PG&E  Assets;  and 

WHEREAS,  San  Francisco  Board  of  Supervisors  (Board)  Resolution  414-07  approved  a 
Construction  License  (Port  Commission  License  No.  14324)  with  Trans  Bay  Cable  LLC  (TBC), 
a  non-exclusive  license  for  the  use  of  property  owned  by  the  Port  of  San  Francisco  to  install  a 
400  MW  high  voltage  transmission  line;  and 

WHEREAS,.  Under  the  provisions  of  the  Construction  License,  TBC  provided 
$3,500,000  to  the  San  Francisco  Public  Utilities  Commission  (SFPUC)  to  implement,  advance, 
promote  or  enhance  policies  and  projects  consistent  with  City  Energy  Policies  (the  "Renewable 
Energy,  Transmission  and  Grid  Reliability  Payment");  and 

WHEREAS,  Board  Resolution  414-07  directed  the  SFPUC  to  use  the  Renewable  Energy, 
Transmission  and  Grid  Reliability  Payment  to  study  and  develop  two  City-owned  transmission 
projects,  the  Newark-San  Francisco  Project  and  the  Potrero-Embarcadero  Project;  and 

WHEREAS,  The  SFPUC  has  completed  the  studies  for  the  two  City-owned  transmission 
projects  and  $1,595,281  of  the  original  $3,500,000  was  not  needed  for  the  studies  and  has  not 
been  used  by  the  SFPUC;  and 

WHEREAS,  The  City’s  analysis  is  consistent  with  the  purpose  of  the  Renewable  Energy, 
Transmission  and  Grid  Reliability  Payment  to  implement,  advance,  promote  or  enhance  policies 
and  projects  consistent  with  City  Energy  Policies;  and 

WHEREAS,  It  is  reasonable  to  de-appropriate  funds  from  the  Power  projects  listed  below 
because  either  (i)  the  project  has  been  delayed  so  that  the  funds  will  not  be  needed  in  2020,  or  (ii) 


the  funds  are  not  needed  because  the  project  has  been  completed  at  a  lower  cost  than  anticipated; 
now,  therefore,  be  it 

RESOLVED,  That  the  San  Francisco  Public  Utilities  Commission  recommends  that  the 
Board  take  the  necessary  action  to  allow  the  SFPUC  to  use  the  remaining  $1,595,281  Renewable 
Energy,  Transmission  and  Grid  Reliability  Payment  for  analysis  of  the  proposed  purchase  of  the 
PG&E  Assets;  and  be  it 

FURTHER  RESOLVED,  That  the  San  Francisco  Public  Utilities  Commission  authorizes 
the  General  Manager  to  request  approval  from  the  Board  to  use  the  remaining  $1,595,281 
Renewable  Energy,  Transmission  and  Grid  Reliability  Payment  for  analysis  of  the  proposed 
purchase  of  the  PG&E  Assets;  and  be  it 

FURTHER  RESOLVED,  That  the  San  Francisco  Public  Utilities  Commission  authorizes 
the  General  Manager  to  request  approval  from  the  Board  a  Supplemental  Appropriation  in  the 
amount  of  $10,371,557  transferring  appropriations  for  analysis  of  the  proposed  purchase  of 
PG&E  Assets  in  the  following  funds  to  the  Power  Asset  Acquisition  Analysis  Project  10034512: 


Fund  Code 

Fund  Title 

Amount 

24990 

HHWP  Continuing  Authority  Ctrl 

$8,776,276 

25430 

HHP  CPF  Transbay  Cable 

$1,595,281 

Total  Appropriation 

$10,371,557 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  November  12,  2019. 


Secretary,  Public  Utilities  Commission 


San  Francisco 
Water 


Services  of  the  San  Francisco  Public  Utilities  Commission 


San  Francisco  public  Utilities  Commission 

City  and  County  of  San  Francisco 

London  N.  Breed 

Mayor 

AGENDA 

Tuesday,  November  26,  2019 
1:30  P.M. 

1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 

Commissioners 

Ann  Moller  Caen,  President 
Francesca  Vietor,  Vice  President 
Anson  Moran 
Sophie  Maxwell 
Tim  Paulson 


Harlan  L.  Kelly,  Jr. 

General  Manager 


Donna  Hood 

Secretary 


For  information,  contact  the  Commission  Secretary  at  415-554-3165 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site: 

www.sfwater.org 

Gavel-to-Gavel  coverage  available  at: 

http://sanfrancisco.granicus.comA/iewPublisher.php7view  id~22 


Accessible  Meeting  Policy:  The  San  Francisco  Public  Utilities  Commission  meeting  will  be  held  in  Room  400, 
at  1  Dr.  Carlton  B.  Goodlett  Place  (400  Van  Ness  Ave.),  San  Francisco,  CA.  The  closest  accessible  BART 
station  is  the  Civic  Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible  MUNI  lines  serving  this 
location  are:  MUNI  Metro  Lines  J-Church,  K-Ingleside,  L-Taraval,  M-Ocean  View,  N-Judah  and  T-Third  at  Van 
Ness  and  Civic  Center  Stations;  F-Market;  19-Polk,  47-Van  Ness;  49-Mission-Van  Ness;  5-Fulton;  6-Parnassus, 
21-Hayes;  9-San  Bruno;  and  7-Haight  Noriega.  For  information  about  MUNI  accessible  services  call  701.4485. 

The  meeting  room  is  wheelchair  accessible.  Accessible  curbside  parking  spaces  have  been  designated  on  the 
Van  Ness  Avenue  and  McAllister  Street  perimeters  of  City  Flail  for  mobility-impaired  persons.  There  is 
accessible  parking  available  within  the  Civic  Center  Underground  Parking  Garage  at  the  corner  of  McAllister 
and  Polk  Streets,  and  within  the  Performing  Arts  Parking  Garage  at  Grove  and  Franklin  Streets. 

To  obtain  a  disability-related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain  meeting 
materials  in  alternative  format,  please  contact  Donna  Flood  at  415.554.3165.  Providing  at  least  72  hours  notice 
will  help  to  ensure  availability.  Written  reports  or  background  materials  for  calendar  items  are  available  for 
public  inspection  and  copying  at  525  Golden  Gate  Ave.,  13th  Floor  during  regular  business  hours  and  are 
available  on-line  at  http://www.sfwater.org/index.  aspx?paqe=167. 

To  assist  the  City’s  efforts  to  accommodate  persons  with  severe  allergies,  environmental  illnesses,  multiple 
chemical  sensitivity  or  related  disabilities,  attendees  at  public  meetings  are  reminded  that  other  attendees  may 
be  sensitive  to  various  chemical  based  products.  Please  help  the  City  to  accommodate  these  individuals. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are  prohibited 
at  this  meeting.  Please  be  advised  that  the  President  may  order  the  removal  from  the  meeting  room  of  any 
person(s)  responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other  similar  sound-producing 
electronic  devices. 

Know  Your  Rights  Under  the  Sunshine  Ordinance:  Government's  duty  is  to  sen/e  the  public,  reaching  its 
decision  in  full  view  of  the  public.  Commissions,  boards,  councils  and  other  agencies  of  the  City  and  County 
exist  to  conduct  the  people's  business.  This  ordinance  assures  that  deliberations  are  conducted  before  the 
people  and  that  City  operations  are  open  to  the  people's  review.  For  more  information  on  your  rights  under 
the  Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance,  contact  Administrator,  by  mail  to  Sunshine 
Ordinance  Task  Force,  1  Dr.  Carlton  B.  Goodlett  Place,  Room  244,  San  Francisco,  CA  94102.4689;  by 
phone  at  554.7724;  by  fax  at  554.7854;  or  by  email  at  sotf@sfgov.org. 

Copies  of  the  Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San 
Francisco  Public  Library  and  on  the  City’s  website  at  http://www.sfgov.org. 


311  Free  Language  Assistance:  .feSc’io  S  /  Ayuda  gratuita  con  el  idioma  /  BecruiaTHan  noMoigb 
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Lobbyist  Registration  and  Reporting  Requirements  Individuals  and  entities  that  influence  or  attempt  to 
influence  local  legislative  or  administrative  action  may  be  required  by  the  San  Francisco  Lobbyist  Ordinance  [SF 
Campaign  &  Governmental  Conduct  Code  §2.100]  to  register  and  report  lobbying  activity.  For  more  information 
about  the  Lobbyist  Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van  Ness  Avenue, 
Suite  220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax  (415)  252-3112;  web  site  at 
www.sfqov.org/ethics. 

CEQA  Appeal  Rights  under  Chapter  31  of  the  San  Francisco  Administrative  Code:  If  the  Commission’s 
action  on  a  project  constitutes  the  Approval  Action  for  that  project  (as  defined  in  S.F.  Administrative  Code 
Chapter  31,  as  amended,  Board  of  Supervisors  Ordinance  Number  161-13),  then  the  CEQA  determination 
prepared  in  support  of  that  Approval  Action  is  thereafter  subject  to  appeal  within  the  time  frame  specified  in  S.F. 
Administrative  Code  Section  31.16.  Typically,  an  appeal  must  be  filed  within  30  calendar  days  of  the  Approval 
Action  for  a  project  that  has  received  an  exemption  or  negative  declaration  pursuant  to  CEQA.  For  information 
on  filing  an  appeal  under  Chapter  31,  contact  the  Clerk  of  the  Board  of  Supervisors  at  City  Hall,  1  Dr.  Carlton  B. 
Goodlett  Place,  Room  244,  San  Francisco,  CA  94102,  or  call  (415)  554-5184.  If  the  Planning  Department’s 
Environmental  Review  Officer  has  deemed  a  project  to  be  exempt  from  further  environmental  review,  an 
exemption  determination  has  been  prepared  and  can  be  obtained  on-line  at  http://www.sf- 
planninq.org/index. aspx?paqe=3447. Under  CEQA,  in  a  later  court  challenge,  a  litigant  may  be  limited  to  raising 
only  those  issues  previously  raised  at  a  hearing  on  the  project  or  in  written  correspondence  delivered  to  the 
Board  of  Supervisors,  Planning  Commission,  Planning  Department  or  San  Francisco  Public  Utilities 
Commission  at,  or  prior  to,  such  hearing,  or  as  part  of  the  appeal  hearing  process  on  the  CEQA  decision. 


ORDER  OF  BUSINESS 


1.  Call  to  Order 

2.  Roll  Call 

3.  Approval  of  the  Minutes  of  November  12,  2019 

4.  General  Public  Comment  (discussion  only) 

Members  of  the  public  may  address  the  Commission  on  matters  that  are 
within  the  Commission’s  jurisdiction  and  are  not  on  today’s  agenda. 

5.  Communications  (discussion  only) 

a)  Advance  Calendar 

b)  Correspondence  Log 

c)  Contract  Advertisement  Report 

d)  Water  Supply  Conditions  Update 

6.  Report  of  the  General  Manager  (discussion  only) 

a)  Hetch  Hetchy  Capital  Improvement  Program  Quarterly  Report 

b)  Update  on  PG&E’s  Bankruptcy  and  City’s  Acquisition  Offer 

c)  Operating  and  Capital  Budget  Development  Update 

d)  Report  on  Recent  San  Francisco  Public  Utilities  Commission  Activities, 
Events  and  Announcements 


7.  Update  on  Disaster  Recovery  and  Resiliency  Planning  as  it  Relates  to  the 

Sewer  System  Improvement  Program  (discussion  only)  (Norby) 

8.  Bay  Area  Water  Supply  and  Conservation  Agency  Report  (discussion  only) 

(Sandkulla) 

9.  New  Commission  Business  (discussion  only) 


The  following  matters  before  the  San  Francisco  Public  Utilities  Commission  are 
recommended  for  action  as  stated  by  the  General  Manager  and  City  Attorney, 
where  applicable.  Explanatory  documents  provided  to  the  Commission  in 
connection  with  this  agenda  are  available  for  public  inspection  and  copying  at  the 
Office  of  the  Commission  Secretary,  525  Golden  Gate  Avenue,  13th  Floor,  San 
Francisco,  CA  94102;  Telephone:  (415)  554-3165;  Fax:  (415)  554-3424;  and  are 
available  on-line  at  http://www. sfwater. org/index. asox? page -167 


CONSENT  CALENDAR 

10.  All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to 
be  routine  by  the  San  Francisco  Public  Utilities  Commission  and  will  be  acted 
upon  by  a  single  vote  of  the  Commission.  There  will  be  no  separate  discussion 
of  these  items  unless  a  member  of  the  Commission  or  the  public  so  requests,  in 
which  event  the  matter  will  be  removed  from  the  Calendar  and  considered  as  a 
separate  item. 


a) 


[80217 


b) 


3 


0218 


c) 

130219 

d) 

190220 


190221 


90222 


f) 


Approve  Amendment  No.  1  to  Agreement  No.  PR0.0043,  As-Needed 
Strategic  Planning  Services  for  the  External  Affairs  Bureau  and  Divisions, 
with  RDJ  Enterprises,  LLC,  for  continued  strategic  planning  services  for  the 
External  Affairs  Bureau,  increasing  the  agreement  duration  by  two  years,  for 
a  total  agreement  duration  of  five  years,  with  no  change  to  the  agreement 
amount;  and  authorize  the  General  Manager  to  execute  this  amendment. 

(Ellis) 


Accept  work  performed  by  Western  Water  Constructors,  Inc.,  for  Contract 
No.  WD-2548,  Lake  Merced  Pump  Station  Essential  Upgrades  Project; 
approve  Modification  No.  18  (Final),  decreasing  the  contract  amount  by 
$121 ,493  for  a  total  contract  amount  of  $35,954,987,  and  increasing  the 
contract  duration  by  259  consecutive  calendar  days  (approximately  eight 
and  one-half  months)  for  a  total  contract  duration  of  3,484  consecutive 
calendar  days  (approximately  nine  years  and  seven  months);  and  authorize 
final  payment  to  the  contractor.  (How) 

Approve  the  plans  and  specifications,  and  award  Contract  No.  WD-2854A, 
525  Golden  Gate  Avenue  Roof  Access  and  Fall  Protection  in  the  amount  of 
$561 ,079,  to  the  responsible  bidder  submitting  the  lowest  responsive  bid, 
Buhler  Commercial,  to  install  fall  protection  and  access  improvements  on 
Levels  12  and  14  of  the  San  Francisco  Public  Utilities  Commission 
Headquarters  located  at  525  Golden  Gate  Avenue,  San  Francisco.  (How) 


Approve  an  increase  of  87  consecutive  calendar  days  (approximately  three 
months)  to  the  existing  contract  duration  contingency  for  Contract  No.  WW- 
611,  Cutler  Avenue,  Lower  Great  Highway,  Sloat  Boulevard,  and  Wawona 
Street  Sewer  Replacement;  and  authorize  the  General  Manager  to  approve 
future  contract  modifications  for  a  total  revised  contract  duration  of  up  to  433 
consecutive  calendar  days  (approximately  one  year  and  two  months),  with 
no  change  to  the  contract  amount.  (How) 


Approve  an  increase  in  the  amount  of  $500,000  to  the  existing  contract  cost 
contingency  and  an  increase  of  180  calendar  days  (six  months)  to  the 
existing  contract  duration  contingency  for  Contract  No.  WW-613,  Southeast 
Water  Pollution  Control  Plant  Building  521/522  and  Disinfection  Upgrades; 
and  authorize  the  General  Manager  to  approve  future  modifications  to  the 
contract  for  a  total  contract  amount  of  up  to  $30,622,166  and  a  total  contract 
duration  of  up  to  1 ,489  consecutive  calendar  days  (approximately  four  years 
and  one  month).  (How) 


Approve  an  increase  of  400  consecutive  calendar  days  (approximately  one 
year  and  one  month)  to  the  existing  contract  duration  contingency  for 
Contract  No.  WW-643R,  Oceanside  Water  Pollution  Control  Plant  Building 
620  Safety  Improvements;  and  authorize  the  General  Manager  to  approve 
future  contract  modifications  for  a  total  revised  contract  duration  of  up  to  900 
consecutive  calendar  days  (approximately  two  years  and  six  months),  with 
no  change  in  the  contract  amount.  (How) 


REGULAR  CALENDAR 


11. 

190223 


Approve  amendments  to  the  San  Francisco  Public  Utilities  Commission’s  Large 
Landscape  Grant  Program  Rules  to  (1)  reduce  the  minimum  irrigated 
landscape  size  eligibility  criterion  from  0.5  acres  to  10,000  square  feet 
(approximately  0.25  acres),  (2)  clarify  that  the  Program  provides  funding  for 
Landscape  Water  Efficiency  Projects  and  Recycled  Water  Projects,  (3)  set 
maximum  grant  award  limitations  for  eligible  projects,  (4)  eliminate  grant 
eligibility  for  synthetic  turf  installation  projects,  and  (5)  make  administrative  and 
clarifying  changes.  (Ritchie) 


12.  Public  Hearing:  Discussion  and  possible  action  to  adopt  revisions  to  the  Debt 
190224  Management  Policies  and  Procedures  of  the  San  Francisco  Public  Utilities 
Commission  to  address  disclosure  requirements,  variable  rate  obligations,  and 
Water  Infrastructure  Finance  and  Innovation  Act  loans.  (Sandler) 


1 3.  Authorize  the  issuance  of  up  to  $850  million  of  the  2019  Series  ABCD  Taxable 
Water  Revenue  Bonds  consisting  of  four  separate  sub-series  of  bonds  (Sub- 
Series  A  (Refunding  -  Water  System  Improvement  Project  (WSIP),  Green 
Bonds),  Sub-Series  B  (Refunding  -  Hetch  Hetchy),  Sub-Series  C  (Refunding  - 
1 90225  Local  Water  Main)  and  Sub-Series  D  (WSIP  -  Green  Bonds);  approve  the  form 
of,  and  authorize  the  execution  and  delivery  of,  related  documents  to  (1) 
advance  refund  all  ora  portion  of  the  2010F,  2011  A,  201  IB,  201 1C  and  2012A 
Water  Revenue  Bonds  to  achieve  debt  service  savings,  and  (2)  Refinance 
Outstanding  Taxable  Water  Commercial  Paper;  authorize  the  General  Manager 
to  sell  the  bonds  in  one  or  more  series  on  either  a  competitive  or  negotiated 
basis,  as  the  General  Manager  determines  is  in  the  best  financial  interest  of  the 
San  Francisco  Public  Utilities  Commission;  and  delegate  to  the  General 
Manager  authority  to  award  each  series  of  bonds  to  the  highest  bidder  (lowest 
cost).  (Sandler) 


14.  Discussion  and  possible  action  to  authorize  the  General  Manager  to  consent,  on 
behalf  of  the  San  Francisco  Public  Utilities  Commission,  to  the  Development 
190226  Agreement  between  the  City  and  County  of  San  Francisco  and  Laurel 

Heights  Partners,  LLC  for  the  project  located  at  3333  California  Street  (Block 
1032,  Lot  003),  as  it  relates  to  matters  under  the  SFPUC’s  jurisdiction;  and 
adopt  findings  pursuant  to  the  California  Environmental  Quality  Act,  and  a 
Mitigation  and  Monitoring  and  Reporting  Program.  (Carlin) 


15. 


130227 


Adopt  a  declaration  that  the  property  located  at  639  Bryant  Street  (Block  3777, 
Lot  052)  is  surplus  to  the  San  Francisco  Public  Utilities  Commission’s  utility 
needs;  and  authorize  the  General  Managerto  execute  an  Amended  and 
Restated  Land  Disposition  and  Acquisition  Agreement  with  2000  Marin 
Property,  L.P.  providing  for  the  City’s  transfer  of  639  Bryant  in  exchange  for 
acquiring  2000  Marin  Street  (Block  4346,  Lot  003),  the  relocation  of  the  SFPUC 
Power  Enterprise  Utility  Field  Services  to  Port  property,  and  the  Developer’s 
reimbursement  of  certain  SFPUC  costs,  subject  to  approval  by  the  Board  of 
Supervisors.  This  action  constitutes  the  Approval  Action  for  the  relocation  of 
SFPUC  Power  Enterprise  Utility  Field  Services  to  Port  Properties  for  the 


purposes  of  CEQA,  pursuant  to  Section  31 .04(h)  of  the  San  Francisco 
Administrative  Code.  (Carlin) 

16.  Public  Comment  on  matters  to  be  addressed  during  Closed  Session 

17.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters 
listed  below  as  Conference  with  Legal  Counsel 


The  Commission  will  go  into  Closed  Session  to  discuss  the  following  items: 

18.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (2)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (2)  (Shenfield) 


190223 


Anticipated  Litigation  -  City  as  Defendant 

Settlement  of  Lionel  Tan  and  Dr.  Ho  Tan’s  anticipated  litigation  involving  17 
Cayuga  Ave.:  2017  Flooding;  City  Attorney  File  No:  19-0878.  Proposed 
settlement  of  unlitigated  claim  with  the  claimants’  release  of  all  claims  and  the 
City  to  pay  $47,000. 


19.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1 )  (discussion  only)  (Mueller) 

Existing  Litigation 

Pacific  Gas  &  Electric  Corporation 

Case  No.  19-30088/Date  Filed:  January  29,  2019 

Case  No.  19-30089/Date  Filed:  January  29,  2019 

United  States  Bankruptcy  Court,  Northern  District  of  California 


20.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section 
67.10(d)  (1)  (discussion  only)  (Mueller) 

Existing  Litigation 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 
Docket  No.  EL  I  9-38-000/Date  Filed:  January  28,  2019  Federal  Energy 
Regulatory  Commission 


21.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1 )  (discussion  only)  (Mueller) 

Existing  Litigation 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Federal  Energy 
Regulatory  Commission  Complaint  under  Sections  206  and  306  of  the  Federal 
Power  Act. 

Case  No.  ELI  5-3-000/Date  Filed:  October  9,  2014 


Following  Closed  Session,  the  Commission  will  reconvene  in  Open  Session 


22.  Announcement  Following  Closed  Session 

23.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session 
pursuant  to  San  Francisco  Administrative  Code  Section  67.12  (a) 

24.  Adjournment 
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1 .  Call  to  Order 

President  Caen  called  the  meeting  to  order  at  1:34  PM. 

The  Commission  Secretary  announced  that  item  7  was  being  removed  from 
the  agenda  and  will  be  rescheduled  to  December  10,  2019. 

2.  Roll  Call 

Present:  Caen,  Vietor,  Moran,  and  Maxwell 
Commissioner  Paulson  arrived  at  1:50  PM. 

3.  Approval  of  the  Minutes  of  November  12,  2019 

On  Motion  to  approve  the  Minutes  of  November  12,  2019: 

Ayes:  Caen,  Vietor,  Moran,  and  Maxwell 

No  public  comment. 

4.  General  Public  Comment 

•  Francisco  DaCosta  discussed  the  Tuolumne  River  and  requested  that 
common  ground  be  found  and  a  meaningful  discussion  about  the 
Tuolumne  take  place  with  the  First  People. 

5.  Communications 

a)  Advance  Calendar 

b)  Correspondence  Log 

c)  Contract  Advertisement  Report 

d)  Water  Supply  Conditions  Update 

No  public  comment. 

6.  Report  of  the  General  Manager 

a)  Hetch  Hetchv  Capital  Improvement  Program  Quarterly  Report 

Dan  Wade,  Director,  Water  Capital  Programs,  presented  highlights  of 
the  reporting  period:  (1)  Mountain  Tunnel  Interim  Repairs  (completed), 
(2)  Mountain  Tunnel  Improvement  Project  Mitigated  Negative 
Declaration  under  CEQA  issued,  (3)  Warnerville  Substation 
Rehabilitation  (deleted  the  installation  of  230kV  breakers  from  scope), 
(4)  Lower  Cherry  Aqueduct  Rehabilitation  achieved  substantial 
completion,  and  (5)  Early  Intake  Switchyard  Slope  Hazard  Mitigation 
awarded  with  notice-to-proceed  issued  in  September. 

Public  Comment 

•  Francisco  DaCosta  discussed  Mountain  Tunnel,  asked  how  much 
Jacobs  was  paid,  and  what  work  they  did.  He  discussed  the 
Warnerville  Substation  Rehabilitation  and  its  relation  to  the  Digester 
Project. 

b)  Update  on  PG&E’s  Bankruptcy  and  City’s  Acquisition  Offer 
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Michael  Carlin ,  Deputy  General  Manager  (DGM)  stated  there  was 
nothing  new  to  report. 

Commissioner  Paulson  arrived  at  1:50  PM. 

c)  Operating  and  Capital  Budget  Development  Update 

Charles  Perl,  Deputy  Chief  Financial  Officer  (CFO),  reviewed:  (1)  budget 
development  schedule,  (2)  budget  development  priorities  (strategic  plan 
goal  areas,  Commission  policies,  and  budget  process  enhancements), 

(3)  Operating  Budget  (3%  annual  operating  budget  increase  -  covers 
inflationary  and  negotiated  labor  increases),  and  (4)  Capital  Budget. 

Deputy  CFO  Perl  responded  to  a  question  from  Vice  President  (VP) 
Vietor  regarding  the  need  to  include  Climate  Change  in  the  budget 
discussions. 

Commissioner  Moran  discussed  the  following:  (1)  Need  to  hold-th e-line 
on  operating  costs  and,  when  possible,  fund  new  needs  from  savings  in 
other  areas.  He  will  look  at  new  program  funding  for  clear  and 
convincing  efforts  to  capitalize  on  operating  budget  savings;  (2)  He  will 
look  for  evidence  that  positions  meet  current  needs  regarding  temporary- 
to-permanent  position  conversions,  (3)  Hetch  Hetchy  fund  balance 
reserve  is  a  problem.  He  requested  that  Hetch  Hetchy’s  budget  policy 
level  reserve  be  restored  with  a  supplemental  appropriation  early  in  the 
year;  and  (4)  Requested  a  presentation  during  budget  hearings  for  a 
strategy  to  deal  with  stranded  assets. 

Public  Comment 

•  Francisco  DaCosta  discussed  the  budget  process  and  stated  that 
technology  and  engineering  (needs  assessment)  is  missing.  He  stated 
quality  of  life  issues  need  to  be  addressed. 

d)  Report  on  Recent  San  Francisco  Public  Utilities  Commission  Activities. 

Events  and  Announcements 

None. 


7.  Update  on  Disaster  Recovery  and  Resiliency  Planning  as  it  Relates  to  the 

Sewer  System  Improvement  Program 

This  item  was  removed  from  the  agenda  and  will  be  rescheduled  for 
December  10,  2019. 


8.  Bay  Area  Water  Supply  and  Conservation  Agency  Report  (BAWSCA) 

Nicole  Sandkulla,  BAWSCA  CEO,  began  by  noting  that  BAWSCA  was 
formed  in  2003  to  represent  the  interests  of  26  water  suppliers  in  San  Mateo, 
Santa  Clara,  and  Alameda  Counties,  with  1 .8  million  residents  and  more 
than  40,000  business  and  community  organizations,  all  who  rely  on  the 
Hetch  Hetchy  system.  She  continued  with  discussion  of  (1)  BAWSCA’s  goal, 
(2)  BAWSCA  agencies  investment  in  conservation  and  increasingly  diverse 
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water  supply  portfolio,  (3)  BAWSCA  taking  action  to  ensure  reliability,  (4) 
BAWSCA  support  for  member  agency  Urban  Water  Management  Plan 
(UWMP)  development,  (5)  Preparing  UWMP  -  water  demands,  (6)  Twenty- 
three  percent  less  water  used  today  in  BAWSCA  region  compared  to  FY 
1986-87  despite  a  31%  population  increase,  (7)  Residential  per  capita  has 
decreased  by  45%  in  BAWSCA  region,  (8)  BAWSCA  Demand  Study  to 
project  member  agency  water  demands  through  2045  (historical  analysis, 
drought  recovery,  and  service  area  changes),  (9)  Preparing  UWMP  -  water 
supply,  (10)  BAWSCA  agencies  committed  to  investments  in  conservation 
and  supply  diversification,  (11)  Preparing  UWMP  -  water  reliability,  (12) 
Planning  efforts  will  evaluate  need  for  additional  dry  year  supplies,  and  (13) 
BAWSCA  agencies  actively  planning  for  future  water  needs,  including  use  of 
SFPUC  supply. 

CFO  Sandkulla  responded  to  a  question  VP  Vietor  regarding  the  “real” 
number  between  demand  and  usage,  given  growing  delta  between  usage 
and  supply  assurance.  CFO  Sandkulla  noted  the  supply  assurance  is  a  legal, 
not  contractual,  requirement.  Commission  Moran  provided  additional 
comment  on  the  supply  assurance.  Brief  discussion  ensued. 

Public  Comment 

•  Francisco  DaCosta  complemented  CFO  Sandkulla  for  her  presentation. 

Fie  discussed  the  advanced  age  of  water  pipes  and  asked  if  a  needs 
assessment  has  been  conducted  and  determine  how  many  are  leaking. 

9.  New  Commission  Business 

Vietor  requested  an  update  regarding  a  possible  joint  meeting  with  the 
Planning  Commission  to  discuss  Water  Supply  Assessments  (WSA). 
Assistant  General  Manager  (AGM)  Ritchie  indicated  that  he  will  be 
presenting  to  the  Planning  Commission  in  early  December  regarding  the 
UWMP  and  WSA.  President  Caen  provided  clarification  on  the  WSA 
approvals  and  what  is  the  SFPUC  is  being  asked  to  approve.  DGM  Carlin 
provided  additional  information.  Commissioner  Moran  reviewed  past 
Commission  discussions  and  noted  it  was  agreed  that  SFPUC  staff  would 
make  a  formal  presentation  to  the  Planning  Commission.  He  discussed  the 
recently  approved  SFPUC  policy  regarding  WSAs.  AGM  Ritchie  will  provide 
the  Commission  with  an  update,  to  include  his  presentation  to  the  Planning 
Commission,  at  the  December  10,  2019  meeting. 

No  public  comment. 

10.  Consent  Calendar: 

a)  Approve  Amendment  No.  1  to  Agreement  No.  PRO. 0043,  As-Needed 

Strategic  Planning  Services  for  the  External  Affairs  Bureau  and  Divisions. 

with  RDJ  Enterprises.  LLC,  for  continued  strategic  planning  services  for  the 

External  Affairs  Bureau,  increasing  the  agreement  duration  by  two  years,  for 

a  total  agreement  duration  of  five  years,  with  no  change  to  the  agreement 
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amount;  and  authorize  the  General  Manager  to  execute  this  amendment. 

(Resolution  19-0217) 


b)  Accept  work  performed  by  Western  Water  Constructors.  Inc.,  for  Contract 

No.  WD-2548,  Lake  Merced  Pump  Station  Essential  Upgrades  Project; 

approve  Modification  No.  18  (Final),  decreasing  the  contract  amount  by 

$121 ,493  for  a  total  contract  amount  of  $35,954,987,  and  increasing  the 


contract  duration  by  259  consecutive  calendar  days,  for  a  total  contract 

duration  of  3,484  consecutive  calendar  days;  and  authorize  final  payment  to 

the  contractor.  (Resolution  19-0218) 


c)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WD-2854A, 

525  Golden  Gate  Avenue  Roof  Access  and  Fall  Protection  in  the  amount  of 

$561 ,079,  to  the  responsible  bidder  submitting  the  lowest  responsive  bid, 

Buhler  Commercial,  to  install  fall  protection  and  access  improvements  on 

Levels  12  and  14  of  the  San  Francisco  Public  Utilities  Commission 

Headquarters  located  at  525  Golden  Gate  Avenue.  San  Francisco. 

(Resolution  19-0219) 


d)  Approve  an  increase  of  87  consecutive  calendar  days  to  the  existing 

contract  duration  contingency  for  Contract  No.  WW-61 1 ,  Cutler  Avenue. 

Lower  Great  Highway,  Sloat  Boulevard,  and  Wawona  Street  Sewer 

Replacement;  and  authorize  the  General  Manager  to  approve  future 

contract  modifications  for  a  total  revised  contract  duration  of  up  to  433 

consecutive  calendar  days,  with  no  change  to  the  contract  amount. 

(Resolution  19-0220) 


e)  Approve  an  increase  in  the  amount  of  $500.000  to  the  existing  contract  cost 

contingency  and  an  increase  of  180  calendar  days  to  the  existing  contract 

duration  contingency  for  Contract  No.  WW-61 3,  Southeast  Water  Pollution 

Control  Plant  Building  521/522  and  Disinfection  Upgrades;  and  authorize 

the  General  Manager  to  approve  future  modifications  to  the  contract  for  a 

total  contract  amount  of  up  to  $30,622,166  and  a  total  contract  duration  of 


up  to  1,489  consecutive  calendar  days.  (Resolution  19-0221) 


f)  Approve  an  increase  of  400  consecutive  calendar  days  to  the  existing 

contract  duration  contingency  for  Contract  No.  WW-643R,  Oceanside  Water 

Pollution  Control  Plant  Building  620  Safety  Improvements;  and  authorize  the 

General  Manager  to  approve  future  contract  modifications  for  a  total  revised 

contract  duration  of  up  to  900  consecutive  calendar  days,  with  no  change  in 

the  contract  amount.  (Resolution  19-0222) 

On  Motion  to  approve  Consent  Calendar  items  10a  thorough  lOf: 

Ayes:  Caen,  Vietor,  Moran,  Maxwell  and  Paulson 


No  public  comment. 


1 1 .  Approve  amendments  to  the  San  Francisco  Public  Utilities  Commission’s  Large 

Landscape  Grant  Program  Rules  to  (1)  reduce  the  minimum  irrigated  landscape 

size  eligibility  criterion  from  0.5  acres  to  10,000  square  feet  (approximately  0.25 


5 


SFPUC  MINUTES  -  NOVEMBER  26.  2019 


acres).  (2)  clarify  that  the  Program  provides  funding  for  Landscape  Water 

Efficiency  Projects  and  Recycled  Water  Projects,  (3)  set  maximum  grant  award 

limitations  for  eligible  projects,  (4)  eliminate  grant  eligibility  for  synthetic  turf 

installation  projects,  and  (5)  make  administrative  and  clarifying  changes. 

(Resolution  19-0223) 

AGM  Ritchie  introduced  the  item  and  requested  approval. 

On  Motion  to  approve  item  11: 

Ayes:  Caen,  Vietor,  Moran,  Maxwell  and  Paulson 

No  public  comment. 

12.  Public  Hearing:  Discussion  and  possible  action  to  adopt  revisions  to  the  Debt 

Management  Policies  and  Procedures  of  the  San  Francisco  Public  Utilities 

Commission  to  address  disclosure  requirements,  variable  rate  obligations,  and 

Water  Infrastructure  Finance  and  Innovation  Act  loans.  (Resolution  19-0224) 
Rich  Morales,  Debt  Manager,  began  with  an  overview  of  the  Debt  Management 
Policy,  which  was  established  in  March  2004  and  updated  in  2010,  2013,  2015, 
2016  and  2017.  He  described  the  proposed  policy  revisions  to  (1)  Disclosure, 

(2)  Variable  Rate  Debt  Obligations,  (3)  add  2018  Water  Infrastructure  Finance 
and  Innovation  Act  Loan  as  new  low-cost  debt  financing  instrument. 

On  Motion  to  approve  item  12: 

Ayes:  Caen,  Vietor,  Moran,  Maxwell  and  Paulson 

Public  Comment 

•  The  Commission  Secretary  noted  correspondence  received  from  Mr.  Brian 
Browne. 

13.  Authorize  the  issuance  of  up  to  $850  million  of  the  201 9  Series  ABCD  Taxable 

Water  Revenue  Bonds  consisting  of  four  separate  sub-series  of  bonds  (Sub- 

Series  A  (Refunding  -  Water  System  Improvement  Project  (WSIP),  Green 

Bonds),  Sub-Series  B  (Refunding  -  Hetch  Hetchv),  Sub-Series  C  (Refunding  - 

Local  Water  Main)  and  Sub-Series  D  (WSIP  -  Green  Bonds);  approve  the  form 

of,  and  authorize  the  execution  and  delivery  of,  related  documents  to  (1) 

advance  refund  all  or  a  portion  of  the  201  OF,  201 1  A,  201 1 B,  201 1C  and  201 2A 

Water  Revenue  Bonds  to  achieve  debt  service  savings,  and  (2)  Refinance 

Outstanding  Taxable  Water  Commercial  Paper;  authorize  the  General  Manager 

to  sell  the  bonds  in  one  or  more  series  on  either  a  competitive  or  negotiated 

basis,  as  the  General  Manager  determines  is  in  the  best  financial  interest  of  the 

San  Francisco  Public  Utilities  Commission;  and  delegate  to  the  General 

Manager  authority  to  award  each  series  of  bonds  to  the  highest  bidder  (lowest 

cost).  (Resolution  19-0225) 

Rich  Morales  presented  the  item  beginning  with  a  review  of  the  transaction 
description,  followed  by  a  review  of  (1)  Sources  and  Uses  of  funds  (estimated), 
(2)  Form  of  Transaction  Documents:  Preliminary  Official  Statement, 
Supplemental  Indentures  32nd,  33rd,  34th,  and  35th,  Bond  Purchase  Contract, 
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Continuing  Disclosure  Certificate,  and  Escrow  Agreement,  (3)  Review  of 
Disclosure  Questions  and  Answers,  and  (4)  Transaction  Schedule. 

On  Motion  to  approve  item  13: 

Ayes:  Caen,  Vietor,  Moran,  Maxwell  and  Paulson 

No  public  comment 

14.  Discussion  and  possible  action  to  authorize  the  General  Manager  to  consent,  on 

behalf  of  the  San  Francisco  Public  Utilities  Commission,  to  the  Development 

Agreement  between  the  City  and  County  of  San  Francisco  and  Laurel  Heights 

Partners,  LLC  for  the  project  located  at  3333  California  Street  (Block  1032,  Lot 

003),  as  it  relates  to  matters  under  the  SFPUC’s  jurisdiction;  and  adopt  findings 

pursuant  to  the  California  Environmental  Quality  Act,  and  a  Mitigation  and 

Monitoring  and  Reporting  Program.  (Resolution  19-0226) 

DGM  Carlin  introduced  the  item  and  noted  the  Development  Agreement  has 
been  approved  by  the  Board  of  Supervisors.  He  outlined  the  action  being 
requested  by  the  Commission  and  recommended  approval. 

VP  Vietor  asked  for  information  regarding  trees  that  were  lost  due  to  the 
development  project,  lowayna  Pena,  Office  of  Economic  and  Workforce 
Development,  provided  response. 

On  Motion  to  approve  item  14: 

Ayes:  Caen,  Vietor,  Moran,  Maxwell  and  Paulson 

No  public  comment. 

15.  Adopt  a  declaration  that  the  property  located  at  639  Bryant  Street  (Block  3777, 

Lot  052)  is  surplus  to  the  San  Francisco  Public  Utilities  Commission’s  utility 

needs;  and  authorize  the  General  Managerto  execute  an  Amended  and 
Restated  Land  Disposition  and  Acguisition  Agreement  with  2000  Marin  Property, 

L.P.  providing  for  the  City’s  transfer  of  639  Bryant  in  exchange  for  acguiring 

2000  Marin  Street  (Block  4346,  Lot  003),  the  relocation  of  the  SFPUC  Power 

Enterprise  Utility  Field  Services  to  Port  property,  and  the  Developer’s 

reimbursement  of  certain  SFPUC  costs,  subject  to  approval  by  the  Board  of 

Supervisors.  This  action  constitutes  the  Approval  Action  for  the  relocation  of 

SFPUC  Power  Enterprise  Utility  Field  Services  to  Port  Properties  for  the 

purposes  of  CEQA,  pursuant  to  Section  31.04(h)  of  the  San  Francisco 

Administrative  Code.  (Resolution  16-0227) 

DGM  Carlin  introduced  the  item  and  requested  approval.  He  addressed  the 
need  for  corporate  yard  space. 

In  response  to  a  question  from  VP  Vietor,  DGM  Carlin  noted  that  a  Phase  II 
analysis  for  soil  contamination  was  conducted.  He  discussed  potential 
remediation  costs. 
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In  response  to  a  question  from  Commissioner  Maxwell  DGM  Carlin  indicated  the 
item  is  for  approval  of  a  property  exchange  with  no  cash  transaction.  Brief 
discussion  ensued. 

On  Motion  to  approve  item  15: 

Ayes:  Caen ,  Vietor,  Moran,  Maxwell  and  Paulson 

Public  Comment 

•  Mark  Gleason,  Teamsters  665,  expressed  support  for  the  project  and  for  the 
opportunities  for  their  members. 

16.  Public  Comment  on  matters  to  be  addressed  during  Closed  Session 

None. 


17.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters 

listed  below  as  Conference  with  Legal  Counsel 

On  Motion  to  assert: 

Ayes:  Caen,  Vietor,  Moran,  Maxwell  and  Paulson 
The  Commission  entered  Closed  Session  at  3:24  PM. 


Commissioner  Paulson  departed  the  meeting  at  4:05  PM. 


18.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (2)  and  San  Francisco  Administrative  Code  Section  67.10 

(d)  (2) 

Anticipated  Litigation  -  City  as  Defendant 

Settlement  of  Lionel  Tan  and  Dr.  Ho  Tan’s  anticipated  litigation  involving  17 

Cayuga  Ave.:  2017  Flooding;  City  Attorney  File  No:  19-0878.  Proposed 

settlement  of  unlitigated  claim  with  the  claimants’  release  of  all  claims  and  the 

City  to  pay  $47,000. 

(Resolution  19-0228) 


19.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 

(dim 

Existing  Litigation 

Pacific  Gas  &  Electric  Corporation 

Case  No.  19-30088/Date  Filed:  January  29,  2019 

Case  No.  19-30089/Date  Filed:  January  29,  2019 

United  States  Bankruptcy  Court.  Northern  District  of  California 


20.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section 

67.10(d)  (1) 

Existing  Litigation 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 
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Docket  No.  ELI  9-38-000/Date  Filed:  January  28,  2019  Federal  Energy 

Regulatory  Commission 

21.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 

(d)(1) 

Existing  Litigation 

City  and  Countv  of  San  Francisco  v.  Pacific  Gas  &  Electric  Federal  Energy 

Regulatory  Commission  Complaint  under  Sections  206  and  306  of  the  Federal 

Power  Act. 

Case  No.  ELI  5-3-000/Date  Filed:  October  9,  2014 

The  Commission  exited  Closed  Session  at  4:09  PM. 

22.  Announcement  Following  Closed  Session 

President  Caen  stated  a  settlement  was  reached  on  item  1 8  and  that  no  other 

action  was  taken. 

23.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session 

pursuant  to  San  Francisco  Administrative  Code  Section  67.12  (a) 

On  Motion  not  to  disclose: 

Ayes:  Caen,  Vietor,  Moran,  and  Maxwell 


24.  Adjournment 

President  Caen  adjourned  the  meeting  at  4:10  PM. 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


19-0217 


WHEREAS,  Pursuant  to  the  General  Manager’s  authority  under  Resolution  No.  09-0017, 
in  2017  the  General  Manager  of  the  San  Francisco  Public  Utilities  Commission  (SFPUC) 
executed  Agreement  No.  PRO. 0043,  As-Needed  Strategic  Planning  Services  for  the  External 
Affairs  Bureau  and  Divisions  ,  a  professional  services  agreement  in  the  amount  of  $900,000,  and 
with  a  term  of  three  years,  with  RDJ  Enterprises,  LLC;  and 

WHEREAS,  Strategic  planning  services  provided  by  RDJ  Enterprises,  LLC  have 
supported  the  External  Affairs  Bureau  to  provide  the  highest  quality  service  to  the  SFPUC’ s 
three  enterprise  divisions  (Water,  Power  and  Sewer)  in  the  areas  of  environmental  justice,  media 
and  communications,  and  agency-wide  strategic  and  sustainability  planning;  and 

WHEREAS,  Amendment  No.  1  is  being  requested  to  extend  the  agreement  term  by  two 
years,  for  a  total  agreement  duration  of  five  years,  with  no  change  to  the  agreement  amount,  in 
order  to  allow  the  contractor  to  continue  to  provide  strategic  planning  services  for  the  SFPUC 
External  Affairs  Bureau;  and 

WHEREAS,  A  Contract  Monitoring  Division  sub  consulting  goal  of  15%  Local  Business 
Enterprise  participation  of  the  total  value  of  services  to  be  provided  has  been  established  for  this 
agreement;  and 

WHEREAS,  Funds  for  this  agreement  are  available  from  External  Affairs  Operating 
Funds;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  1  to  Agreement 
PRO. 0043,  As-Needed  Strategic  Planning  Services  for  the  External  Affairs  Bureau  and  Divisions 
with  RDJ  Enterprises,  LLC  for  continued  strategic  planning  services,  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  authorizes  the  General  Manager  to 
execute  this  amendment,  increasing  the  agreement  duration  by  two  years  for  a  total  agreement 
duration  of  five  years,  with  no  change  to  the  agreement  amount. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  November  26,  2019. 


Secretary,  Public  Utilities  Commission 


V. 


\ 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0218 


WHEREAS,  Construction  has  been  completed  for  Contract  No.  WD-2548,  Lake  Merced 
Pump  Station  Essential  Upgrades,  by  the  contractor.  Western  Water  Constructors,  Inc.;  and 

WHEREAS,  On  April  17,  2009,  per  Resolution  No.  09-0064,  this  Commission  awarded 
Contract  No.  WD-2548,  Lake  Merced  Pump  Station  Essential  Upgrades  Project,  in  the  amount  of 
$31,584,000,  to  the  responsible  bidder  with  the  lowest  responsive  bid,  Western  Water 
Constructors,  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-to-Proceed  date  was  set  for  June  1,  2009, 
with  an  original  schedule  of  875  consecutive  calendar  days  and  the  contract  work  was  completed 
in  3,484  consecutive  calendar  days  on  December  14,  2018;  and 

WHEREAS,  Modifications  Nos.  1-8  were  issued  for  a  total  of  $1,626,218  and  a  duration 
increase  of  39  consecutive  calendar  days,  within  the  original  10%  contingencies,  to  provide  for 
various  pipeline,  electrical,  and  structural  changes,  including  a  change  to  install  caisson  drilled 
secant  walls,  for  a  total  contract  amount  of  $33,210,218  and  a  total  contract  duration  of  914 
consecutive  calendar  days;  and 

WHEREAS,  On  April  24,  2012,  per  Resolution  No.  12-0067,  this  Commission  approved 
an  increase  of  up  to  $610,000  to  the  contract  cost  contingency  and  an  increase  of  up  to  235 
calendar  days  to  the  contract  duration  contingency  for  a  total  revised  contract  amount  of  up  to 
$35,352,400  and  a  total  revised  contract  duration  of  up  to  1,197  consecutive  calendar  days;  and 

WHEREAS,  Modifications  Nos.  9-11  were  issued  for  a  total  of  $2,048,480  and  a 
duration  increase  of  283  consecutive  calendar  days,  to  provide  for  various  mechanical,  electrical, 
and  architectural  changes,  including  office  improvements  to  the  existing  pump  station  building  to 
relocate  operations  staff,  and  additional  time  to  account  for  unforeseen  site  conditions  during  soil 
compaction  grouting,  for  a  total  contract  amount  of  $35,258,698  and  a  total  contract  duration  of 
1,197  consecutive  calendar  days;  and 

WHEREAS,  On  August  26,  2014,  per  Resolution  No.  14-0135,  this  Commission 
approved  an  increase  of  up  to  $900,000  to  the  contract  cost  contingency  and  an  increase  of  up  to 
933  calendar  days  to  the  contract  duration  contingency,  for  a  total  revised  contract  amount  of  up 
to  $36,252,400  and  a  total  revised  contract  duration  of  up  to  2,130  consecutive  calendar  days; 
and 

WHEREAS,  On  April  14,  2015,  per  Resolution  No.  15-0091,  this  Commission  approved 
an  increase  of  up  to  275  calendar  days  to  the  contract  duration  contingency  for  a  total  revised 
contract  duration  of  up  to  2,405  consecutive  calendar  days;  and 

WHEREAS,  Modifications  Nos.  12-16  were  issued  for  a  total  of  $778,897  and  a  duration 
increase  of  1,208  consecutive  calendar  days,  to  provide  for  various  changes,  including  the 
removal  of  the  existing  underground  fuel  storage  tank,  surrounding  contaminated  soils  and 
groundwater,  the  repair  of  the  electrical  Motor  Control  Center  equipment  and  changes  to  mitigate 
it  against  electrical  power  quality  issues,  and  the  investigation  and  addressing  of  ongoing 
electrical  reliability  issues,  for  a  total  contract  amount  of  $36,037,595  and  a  total  contract 
duration  of  2,405  consecutive  calendar  days;  and 


WHEREAS,  On  March  14,  2017,  per  Resolution  No.  17-0045,  this  Commission 
approved  an  increase  of  up  to  639  calendar  days  to  the  duration  contingency  for  a  total  revised 
contract  duration  of  up  to  3,044  consecutive  calendar  days;  and 

WHEREAS,  On  December  12,  2017,  per  Resolution  No.  17-0239,  this  Commission 
approved  an  increase  of  up  to  181  calendar  days  to  the  contract  duration  contingency  for  a  total 
revised  contract  duration  of  up  to  3,225  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  17  was  issued  for  $38,885  and  a  duration  increase  of  820 
consecutive  calendar  days,  to  provide  for  additional  valve  replacement  and  inspection,  to 
complete  the  investigation  and  monitoring  of  the  electrical  reliability  of  the  station’s  pump 
starter  equipment,  and  to  coordinate  with  the  equipment  vendor  to  make  necessary  modifications, 
for  a  total  contract  amount  of  $36,076,480  and  a  total  contract  duration  of  3,225  consecutive 
calendar  days;  and 

WHEREAS,  Modification  No.  18  (Final)  is  being  requested  to  decrease  the  contract 
amount  by  $121,493  and  increase  contract  duration  by  259  consecutive  calendar  days,  to 
reconcile  final  payment  items  to  reflect  actual  quantities  used  under  unit  price  and  allowance  bid 
items  and  to  reflect  actual  contract  time  needed  to  complete  electrical  reliability  testing,  for  a 
final  contract  amount  of  $35,954,987  and  a  final  contract  duration  of  3,484  consecutive  calendar 
days;  and 

WHEREAS,  The  Contract  Monitoring  Division  has  determined  that  Western  Water 
Constructors,  Inc.  has  substantially  complied  with  the  Local  Business  Enterprise  (LBE) 
subcontracting  requirements  associated  with  this  project  by  achieving  a  final  LBE  participation 
of  9.41%;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUW30901  (Project  ID  -  10015251); 
now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  accepts  work  performed  for  Water 
Enterprise,  Water  System  Improvement  Program-funded  Contract  No.  WD-2548,  Lake  Merced 
Pump  Station  Essential  Upgrades,  approves  Modification  No.  18  (Final),  decreasing  the  contract 
by  $121,493  for  a  total  contract  amount  of  $35,954,987,  and  increasing  the  contract  duration  by 
259  consecutive  calendar  days  for  a  total  contract  duration  of  3,484  consecutive  calendar  days, 
and  authorizes  final  payment  to  the  contractor,  Western  Water  Constructors,  Inc. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  November  26,  201 9. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


19-0219 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  advertised 
Contract  No.  WD-2854A,  525  Golden  Gate  Avenue  Roof  Access  and  Fall  Protection  on  August 
28,  2019;  and 

WHEREAS,  The  purpose  of  the  525  Golden  Gate  Avenue  Roof  Access  and  Fall 
Protection  project  is  to  improve  safety  for  maintenance  personnel  working  at  the  SFPUC 
headquarters  building  located  at  525  Golden  Gate  Avenue  in  San  Francisco;  and 

WHEREAS,  The  Engineer’s  Estimate  is  $1,400,000  for  this  construction  contract  work 
and  the  contract  duration  is  150  consecutive  calendar  days;  and 

WHEREAS,  Three  (3)  bids  were  received  and  opened  publicly  on  October  3,  2019;  and 

WHEREAS,  SFPUC  staff  and  Contract  Monitoring  Division  (CMD)  review  of  the  bids 
for  qualifications,  responsibility,  responsiveness,  and  application  of  bid  preferences  resulted  in 
the  establishment  of  Buhler  Commercial  as  the  responsible  bidder  submitting  the  lowest 
responsive  bid;  and 

WHEREAS,  A  CMD  subcontracting  goal  for  Local  Business  Enterprise  (LBE) 
participation  was  waived  for  this  contract;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City’s  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
responsible  bidder  with  the  next  lowest  responsive  bid,  or  in  re -bidding  of  the  contract  at  the 
discretion  of  the  City;  and 

WHEREAS,  SFPUC  funds  for  this  contract  are  available  from  525  Golden  Gate  Avenue 
Operations  and  Maintenance  Project  No.  10025208;  and 


WHEREAS,  The  work  under  this  contract  does  not  constitute  a  project 


under  California  Environmental  Quality  Act  (CEQA)  Guidelines  Section  15378  because  there 
would  be  no  physical  change  in  the  environment;  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  525  Golden  Gate  Operations  and  Maintenance-funded  Contract  No.  WD-2854A,  525 
Golden  Gate  Ave  Roof  Access  and  Fall  Protection,  in  the  amount  of  $561,079,  to  the  qualified 
bidder  submitting  the  lowest  responsive  bid,  Buhler  Commercial. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  November  26,  2019. 


Secretary,  Public  Utilities  Commission 


OsOiAA,  •'  .A  W'tf  -.i/V. 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


19-0220 


WHEREAS,  On  July  10,  2018,  per  Resolution  No.  18-0115,  this  Commission  approved 
the  award  of  Wastewater  Enteiprise  (WWE),  Renewal  and  Replacement  (R&R)  Program  funded 
Contract  No  WW-611,  Cutler  Avenue,  Lower  Great  Highway,  Sloat  Boulevard  and  Wawona 
Street  Sewer  Replacement,  to  JDB  &  Sons  Construction  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  set  for  September  24 
2018; and 

WHEREAS,  The  original  contract  amount  was  for  $2,148,790  and  the  original  contract 
duration  was  315  consecutive  calendar  days;  and 

WHEREAS,  Section  6.22(h)  ol  the  Administrative  Code  requires  that  any  cumulative 
increase  in  contract  amount  or  duration  in  excess  of  10%  of  the  original  contract  cost  or  duration 
be  approved  by  the  Commission;  and 

WHEREAS,  An  increase  of  87  consecutive  calendar  days  to  the  contract  duration 
contingency  is  being  requested  for  additional  time  to  complete  final  contract  paving  work  due  to 
inclement  weather;  and 

WHEREAS,  The  Contract  Monitoring  Division  established  a  Local  Business  Enterprise 
(LBE)  subcontracting  requirement  of  20%  for  this  contract.  The  contractor  committed  to  a  LBE 
subcontracting  participation  of  19.92%  with  its  bid  submittal,  and  this  remains  unchanged;  and 

WHEREAS,  Funds  are  available  from  Project  No.  10015665,  Cutler  Avenue,  Lower 
Great  Highway,  Sloat  Boulevard  and  Wawona  Street  Sewer  Replacement;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  an  increase  of  87  calendar  days  to 
the  contract  duration  contingency  for  WWE  R&R-funded  Contract  No.  WW-611,  Cutler 
Avenue,  Lower  Great  Highway,  Sloat  Boulevard  and  Wawona  Street  Sewer  Replacement, 
increasing  the  total  contract  duration  contingency  to  1 18  consecutive  calendar  days;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager, 
or  his  designee,  to  consider  and,  if  appropriate,  to  approve  future  modifications  to  the  contract 
duration  for  a  total  contract  duration  of  up  to  433  consecutive  calendar  days,  with  no  change  in 
the  contract  amount. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  November  26,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0221 


WHEREAS,  On  January  26,  2016,  per  Resolution  No.  16-0023,  this  Commission 
approved  the  award  of  Wastewater  Enterprise  (WWE),  Sewer  System  Improvement  Program 
(SSIP)  funded  Contract  No.  WW-613,  Southeast  Water  Pollution  Control  Plant  (SEP)  Building 
521/522  and  Disinfection  Upgrades,  to  Western  Water  Constructors,  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-to-Proceed  date  was  March  7,  2016;  and 

WHEREAS,  The  original  contract  amount  was  for  $25,750,000  and  the  original  contract 
duration  was  730  consecutive  calendar  days;  and 

WHEREAS,  Section  6.22(h)  of  the  Administrative  Code  requires  any  cumulative 
increases  in  contract  cost  or  duration  in  excess  of  10%  of  the  original  contract  amounts  be 
approved  by  this  Commission;  and 

WHEREAS,  On  February  14,  2017,  per  Resolution  No.  17-0024,  this  Commission 
approved  an  increase  of  182  consecutive  calendar  days  to  the  contract  duration  contingency,  to 
address  design  changes  related  to  underground  conduits  and  electrical  modifications,  increasing 
the  contract  duration  contingency  to  255  days,  for  a  total  contract  duration  of  up  to  985 
consecutive  calendar  days,  with  no  change  to  the  contract  cost  contingency;  and 

WHEREAS,  On  April  24,  2018,  per  Resolution  No.  18-0066,  this  Commission  approved 
an  increase  of  $1,297,166  to  the  contract  cost  contingency  and  an  increase  of  104  consecutive 
calendar  days  to  the  contract  duration  contingency,  to  address  changes  related  to  additional 
coating  work  for  outboard  channels,  replacement  of  three  heating,  ventilation,  and  air 
conditioning  units,  various  modifications  to  motor  control  centers  (MCCs),  fire  alarm  system  and 
site  security,  and  replacement  of  stop  logs  with  pre-cast/pre-coated  concrete  sections  to 
accommodate  plant  shutdown  constraints,  increasing  the  contract  cost  contingency  to  $3,872,166 
and  increasing  the  contract  duration  contingency  to  359  consecutive  calendar  days,  for  a  total 
contract  amount  up  to  $29,622,166,  and  a  total  contract  duration  of  up  to  1,089  consecutive 
calendar  days;  and 

WHEREAS,  On  December  11,  2018,  per  Resolution  No.  18-0202,  this  Commission 
approved  an  increase  of  $500,000  to  the  contract  cost  contingency  and  an  increase  of  220 
consecutive  calendar  days  to  the  duration  contingency,  to  replace  a  large  section  of  corroded 
sanitary  sewer  piping  at  the  SEP  522  &  920  areas,  modify  variable-frequency  drives  to 
implement  the  control  strategy  and  interlocks  between  the  No.  3  water  pumps  and  associated 
knife  gate  discharge  valves,  provide  120V  power  to  No.  3  water  pump  vibration  sensors,  modify 
MCC  to  implement  the  control  strategy  and  interlocks  for  the  dewatering  pumps  and  sample 
pump  flow  switches,  revise  the  light  fixtures  and  lighting  controls  inside  building  522  and  the 
SEP  920,  increasing  the  contract  cost  contingency  to  $4,372,166  and  increasing  the  contract 
duration  contingency  to  579  consecutive  calendar  days,  for  a  total  contract  amount  of  up  to 
$30,122,166,  and  a  total  contract  duration  of  up  to  1,309  consecutive  calendar  days;  and 

WHEREAS,  An  increase  of  $500,000  to  the  contract  cost  contingency  and  an  increase  of 
180  calendar  days  to  the  contract  duration  contingency  is  requested  to  resolve  the  issue  of 
excessive  clogging  of  the  newly  installed  auto  strainers  for  the  No.  3  water  system  caused  by  a 
biofilm  material  in  the  plant  process  flow,  complete  final  testing  and  commissioning  of  the  new 
No.  3  Water  system  once  the  auto  strainer  issues  are  resolved,  and  complete  the  critical  path 
electrical  and  mechanical  work  inside  building  521;  and 


WHEREAS,  The  Contract  Monitoring  Division  established  a  Local  Business  Enterprise 
(LBE)  subcontracting  requirement  of  20%  for  this  construction  contract,  and  the  contractor 
committed  to  a  LBE  participation  of  20.27%  with  its  bid  submittal;  and 

WHEREAS,  Funds  are  available  from  Project  Nos.  CWWSIPSE05,  SEP  521/522  and 
Disinfection  Upgrades  and  CWWSLPSE08  SEP  Seismic  Reliability  and  Condition  Assessment 
Improvements;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  an  increase  of  $500,000  to  the 
existing  contract  cost  contingency  and  an  increase  of  180  consecutive  calendar  days  to  the 
existing  contract  duration  contingency,  for  WWE,  SSIP-funded  Contract  No.  WW-613,  SEP 
Building  521/522  and  Disinfection  Upgrades,  for  a  total  contract  cost  contingency  of  $4,872,166 
and  a  total  duration  contingency  of  759  consecutive  calendar  days;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager, 
or  his  designee,  to  consider  and,  if  appropriate,  to  approve  any  future  modifications  to  the 
contract  amount  for  a  total  contract  amount  of  up  to  $30,622,166  and  a  total  contract  duration  of 
up  to  1,489  consecutive  calendar  days. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  November  26,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


19-0222 


WHEREAS,  On  December  12,  2017,  per  Resolution  No.  17-0245,  this  Commission 
approved  the  award  of  Wastewater  Enterprise  (WWE)  Treatment  Facilities  Renewal  and 
Replacement  (R&R)  Program-funded  Contract  No.  WW-643R,  Oceanside  Water  Pollution 
Control  Plant  Door  and  Building  620  Safety  Improvements,  to  Trinet  Construction  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-to-Proceed  date  was  set  for  March  26, 
2018;  and 

WHEREAS,  The  original  contract  amount  was  for  $2,156,000  and  the  original  contract 
duration  was  455  consecutive  calendar  days;  and 

WHEREAS,  Section  6.22(h)  of  the  Administrative  Code  requires  that  any  cumulative 
increase  in  contract  amount  or  duration  in  excess  ot  10%  of  the  original  contract  cost  or  duration 
be  approved  by  this  Commission;  and 

WHEREAS,  An  increase  ot  400  consecutive  calendar  days  to  the  contract  duration 
contingency  is  being  requested  due  to  encountered  unforeseen  wastewater  process  failures  within 
the  digester  facilities  that  have  delayed  the  Contractor  from  completing  the  contract  work;  and 

WHEREAS,  The  Contract  Monitoring  Division  established  a  Local  Business  Enterprise 
(LBE)  subcontracting  goal  of  20%  for  this  construction  contract,  and  the  contractor  committed  to 
a  LBE  participation  of  20.02%  with  its  bid  submittal,  and  this  amount  remains  unchanged;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CWWRNRTF92,  OSP  Digester 
Recirculation  Pump;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  an  increase  of  400  consecutive 
calendar  days  to  the  existing  contract  duration  contingency  for  WWE  Treatment  Facilities  R&R 
Program  funded  Contract  No.  WW-643R,  Oceanside  Water  Pollution  Control  Plant  Door  and 
Building  620  Safety  Improvements  for  a  total  contract  duration  contingency  of  445  consecutive 
calendar  days;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager, 
or  his  designee,  to  consider  and,  if  appropriate,  to  approve  any  future  modifications  to  the 
contract  duration  tor  a  total  contract  duration  of  up  to  900  consecutive  calendar  days,  with  no 
change  in  the  contract  amount. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  November  26,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0223 


WHEREAS,  On  April  13,  2010,  by  Resolution  No.  10-0062,  this  Commission  approved 
the  Laige  Landscape  Grant  Piogram  to  provide  grant  assistance  to  the  largest  retail  water  users  in 
San  Francisco  to  make  the  best  use  of  water  supplies  for  landscape  irrigation  of  areas  greater 
than  2.5  acres;  and 

WHEREAS,  On  July  27,  2010,  by  Resolution  No.  10-0126,  the  Commission  approved 
annual  budget  appropriations  to  continue  the  Large  Landscape  Grant  Program  after  2010;  and 

WHEREAS,  On  August  9,  2016,  by  Resolution  No.  16-0164,  the  Commission  reduced 
the  minimum  lequired  landscape  area  for  the  Large  Landscape  Grant  Program  from  2.5  acres  to 
0.5  acres;  and 

WHEREAS,  Through  the  Large  Landscape  Grant  Program,  the  San  Francisco  Public 
Utilities  Commission  (SFPUC)  issues  one-time  grants  for  individual  projects  on  a  case-by-case 
basis  based  on  eligibility  and  availability  of  funds  for  two  types  of  projects;  (1)  landscape  water 
efficiency  projects,  which  include  irrigation  system  retrofits  and/or  high-water  use  plant 
replacements  with  low-water  use  plants  that  reduce  overall  potable  water  use  and  (2)  recycled 
watei  piojects,  which  include  conversion  of  an  irrigation  system’s  potable  water  components  to 
accept  SFPUC  recycled  water  supply,  pursuant  to  Title  22  guidelines;  and 

WHEREAS,  The  Large  Landscape  Grant  Program  supports  retail  customer  efforts  to 
implement  sustainable  water  use  practices,  which  advances  water  supply  reliability;  and 

WHEREAS,  The  Large  Landscape  Grant  Program  supports  the  SFPUC’ s  Phased  Water 
System  Improvement  Program  Variant  (WSIP)  goals  adopted  by  Resolution  No.  08-200  on 
October  30,  2008  to  develop  locally  available  water  resources  and  offset  demand  for  potable 
water  through  conservation,  recycled  water,  and  groundwater;  and 

WHEREAS,  Improving  the  water  efficiency  of  urban  landscapes  through  reduction  of 
potable  water  is  of  high  importance  to  the  state  of  California  and  part  of  efforts  to  make  water 
conservation  a  way  of  life;  and 

WHEREAS,  Helping  SFPUC  retail  customers  with  existing  large  irrigated  landscapes 
improve  the  water  use  efficiency  of  their  sites  through  conservation  improvements  or  use  of 
recycled  water  is  an  important  part  of  the  SFPUC’ s  efforts  to  meet  its  water  diversification  and 
demand  reduction  goals;  and 

WHEREAS,  The  SFPUC,  through  the  Landscape  Conservation  Grant  Program,  has 
available  funds  dedicated  to  this  program  through  Project  Number  10015023;  and 

WHEREAS,  The  SFPUC  has  identified  several  existing  irrigated  landscapes  of  10,000 
square  feet  or  greater  with  significant  potential  for  water  savings;  and 

WHEREAS,  SFPUC  staff  proposes  amending  the  Large  Landscape  Grant  Program  Rules 
to,  among  other  things,  reduce  the  minimum  required  landscape  area  eligible  for  grant  from  0.5 


acres  to  10,000  square  feet  (approximately  0.25  acres),  set  maximum  grant  award  limitations  for 
eligible  projects,  eliminate  grant  eligibility  for  synthetic  turf  installation  projects,  and  make 
administrative  and  clarifying  changes,  and  a  copy  of  said  amendments  has  been  presented  to  this 
Commissionon  at  its  meeting  on  November  26,  2019;  now  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  amendments  to  the  Large 
Landscape  Grant  Program  Rules  shown  on  the  redlined  document  dated  November  4,  2019  on 
file  with  the  Commission  Secretary;  and  be  it 

LURTHER  RESOLVED,  That  this  Commission  hereby  delegates  to  the  General 
Manager  the  authority  to  make  future  modifications  to  the  Large  Landscape  Grant  Program 
Rules  that  the  General  Manager  determines,  in  consultation  with  the  City  Attorney,  are  in  the 
best  interest  of  the  City,  do  not  materially  increase  the  obligations  or  liabilities  of  the  City  or 
SLPUC  and  that  do  not  change  the  Rules’  approved  maximum  grant  funding  amounts  for  eligible 
projects,  and  are  necessary  or  advisable  to  effectuate  the  purposes  and  intent  of  the  Grant 
Program  or  this  resolution,  and  are  in  compliance  with  all  applicable  laws,  including  the  City 
Charter. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  November  26,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  19-0224 


WHEREAS,  Pursuant  to  the  City  Charter,  the  San  Francisco  Public  Utilities  Commission 
has  from  time  to  time  issued  its  revenue  bonds  and  other  forms  of  indebtedness,  including 
commercial  paper,  to  finance  the  cost  of  facilities  and  improvements  for  the  Water,  Wastewater 
and  Power  Enterprises;  and 

WHEREAS,  The  Government  Finance  Officers  Association  recommends  as  a  best 
practice  the  formal  adoption  of  debt  policies  as  a  sound  financial  management  practice  to  guide 
debt  issuance  and  administration  decision  making;  and 

WHEREAS,  A  formal  debt  policy  is  intended  to  establish  debt  policy  objectives  (e.g. 
maintaining  moderate  debt  and  debt  service  levels,  maintaining  highest  practical  credit  ratings, 
adopting  strategies  to  maintain  low  interest  costs,  and  adopting  strategies  to  lower  costs  of 
issuance,  etc.)  to  improve  the  quality  of  decision-making  processes,  provide  guidelines  for 
appropriate  debt  structures,  establish  processes  and  internal  controls  for  the  observance  of  debt 
issuance  and  debt  administration  legal  requirements,  and  demonstrate  a  commitment  to  best 
practices  in  municipal  debt  planning,  issuance  and  management;  and 

WHEREAS,  Commission  staff  manages  and  administers  the  Commission’s  outstanding 
debt  portfolio;  and 

WHEREAS,  On  March  9,  2004  by  Resolution  No.  04-0035,  the  Commission  first 
adopted  “Debt  Management  Policies  &  Procedures”  (“Debt  Policy”)  and  such  policy  has  been 
amended  by  this  Commission  from  time  to  time,  most  recently  on  August  8,  2017  by  Resolution 
No.  17-0180;  and 

WHEREAS,  On  August  20,  2018,  the  Securities  and  Exchange  Commission  adopted 
amendments  to  its  Rule  15c2-12  (“Disclosure  Amendments”),  which  became  effective  on 
February  29,  2019,  to  require  disclosure  of  the  incurrence  of  material  financial  obligations,  and 
amendments  or  modifications  thereto;  and 

WHEREAS,  The  new  Disclosure  Amendments  also  require  disclosure  of  amendments, 
defaults  and  modifications  of  financial  obligations  if  resulting  from  financial  difficulties  of  the 
Commission;  and 

WHEREAS,  Staff  has  proposed  revisions  to  the  Debt  Policy  to  address  the  new 
requirements  of  the  Disclosure  Amendments,  as  well  as  to  provide  updates  on  variable  rate 
financing  obligations  and  WIFIA  loans,  and  a  copy  of  the  Revised  Debt  Policy  was  presented  to 
the  Commission  on  the  date  hereof  and  is  on  file  with  the  Commission  Secretary;  now,  therefore, 
be  it 


RESOLVED,  That  the  Commission  hereby  approves  and  adopts  the  Revised  Debt 
Management  Policies  &  Procedures  of  the  San  Francisco  Public  Utilities  Commission  submitted 
to  the  Commission  on  the  date  hereof  and  on  file  with  the  Commission  Secretary. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public 
Utilities  Commission  at  its  meeting  of  November  26,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO. _ 19-0225 

WHEREAS,  At  a  duly  called  and  held  election  on  November  5,  2002,  a  majority 
of  voters  voting  on  the  measure  approved  Proposition  E  (“Proposition  E  of  2002”)  which, 
among  other  things,  amended  the  Charter  of  the  City  and  County  of  San  Francisco 
(“City”)  to  authorize  the  Public  Utilities  Commission  (“Commission”)  of  the  City  to  issue 
revenue  bonds,  including  notes,  commercial  paper  or  other  forms  of  indebtedness,  when 
authorized  by  ordinance  approved  by  a  two-thirds  vote  of  the  Board  of  Supervisors  of  the 
City  (“Board”),  for  the  puipose  of  reconstructing,  replacing,  expanding,  repairing  or 
improving  water  facilities  under  the  jurisdiction  of  the  Commission,  subject  to 
satisfaction  of  certain  conditions;  and 

WHEREAS,  The  authority  to  issue  revenue  bonds  pursuant  to  Proposition  E  of 
2002  is  expressly  notwithstanding,  and  in  addition  to,  the  authority  granted  to  the  Board 
under  Section  9.107  of  the  City  Charter  (“Charter”),  that  provides  for  the  issuance  of 
revenue  bonds  of  the  City  upon  the  assent  of  a  majority  of  the  voters  upon  any 
proposition  for  the  issuance  of  revenue  bonds;  and 

WHEREAS,  At  the  duly  called  and  held  revenue  bond  election  on  November  5, 
2002,  a  majority  of  voters  voting  on  the  measure  further  approved,  under  the  authority  of 
Charter  Section  9.107,  Proposition  A  (“Proposition  A  of  2002”)  which,  among  other 
things,  authorized  the  Commission  to  issue  its  revenue  bonds  and/or  other  forms  of 
revenue  financing  in  a  principal  amount  not  to  exceed  $1,628,000,000  (such  authorized 
amount  being  subject  to  reduction  to  the  extent  projects  designed  and  intended  in 
substantial  part  to  improve  the  reliability  of  the  City’s  regional  water  system  are  issued 
by  the  San  Francisco  Bay  Area  Regional  Water  System  Financing  Authority)  for  the 
purpose  of  financing  the  costs  of  acquisition  and  construction  of  improvements  to  the 
City’s  water  system,  capitalized  interest  and  all  costs  and  expenses  incidental  to  such 
improvements,  including  but  not  limited  to  engineering,  inspection,  auditing,  legal  and 
fiscal  agent  fees  and  costs  of  issuance;  and 

WHEREAS,  Pursuant  to  Proposition  E  of  2002,  Proposition  A  of  2002,  or,  as 
applicable,  Charter  Section  9.109,  and  various  ordinances  and  resolutions  adopted  by  the 
Board  and  this  Commission  thereunder  (collectively,  the  “Authorizing  Legislation”), 
there  is  outstanding  (as  of  October  1,  2019)  $4,444,505,000  aggregate  principal  amount 
of  water  revenue  bonds,  including  approximately  $187  million  of  a  parity  obligation 
Clean  Water  State  Revolving  Fund  Loan;  and 

WHEREAS,  Charter  Section  9.109  authorizes  the  Board  to  provide  for  the 
issuance  of  revenue  refunding  bonds,  for  which  no  voter  approval  is  required,  for  the 
purpose  of  refunding  any  outstanding  revenue  bonds  of  the  City  provided  such  refunding 
bonds  are  expected  to  result  in  net  debt  service  savings  to  the  City  on  a  present  value 
basis,  calculated  as  provided  by  ordinance;  and 


WHEREAS,  Pursuant  to  Ordinance  No.  143-18,  adopted  by  the  Commission  on 
June  12,  2018,  and  signed  by  the  Mayor  on  June  20,  2018,  as  amended  to  the  date  hereof 
(“Ordinance  143-18”),  the  Commission  is  authorized  to  issue  refunding  water  revenue 
bonds  without  limitation  as  to  principal  amount,  so  long  as  such  refunding  bonds  comply 
with  Section  9.109  of  the  Charter  and,  among  other  conditions,  the  refunding  results  in  at 
least  3%  net  present  value  debt  service  savings;  and 

WHEREAS,  Pursuant  to  Proposition  E,  Article  V  of  Chapter  43  of  Part  I  of  the 
San  Francisco  Administrative  Code,  enacted  by  Ordinance  No.  203-98,  adopted  by  the 
Board  on  June  8,  1998  and  signed  by  the  Mayor  on  June  19,  1998,  as  amended  by 
Ordinance  270-06  adopted  by  the  Board  on  October  24,  2006  and  signed  by  the  Mayor  on 
October  3 1 ,  2006,  to  establish  a  procedure  for  the  Commission  to  issue  commercial  paper 
notes,  and  various  other  ordinances  and  resolutions  of  the  Board  and  the  Commission  , 
the  Commission  has  established  a  commercial  paper  program  (“CP  Program”)  pursuant 
to  which  the  Commission  can  issue  both  tax-exempt  or  taxable  commercial  paper  notes 
(“CP  Notes”);  and 

WHEREAS,  The  Commission  finds  that  it  would  be  financially  advantageous  to 
refinance  certain  taxable  CP  Notes  issued  under  the  CP  Program  with  taxable  refunding 
bonds  authorized  pursuant  to  Ordinance  No.  143-18;  and 

WHEREAS,  It  is  proposed  that  the  Commission  issue,  subject  to  the  other 
limitations  as  provided  herein,  one  or  more  series  of  taxable  water  revenue  refunding 
bonds  (“Refunding  Water  Bonds”)  for  the  principal  purpose  of  refunding  for  debt  service 
savings  outstanding  water  revenue  bonds,  and  a  series  of  taxable  water  revenue  bonds 
(“CP  Refinancing  Bonds”  and,  together  with  the  Refunding  Water  Bonds,  the  “Bonds”) 
for  the  puipose  of  refinancing  taxable  CP  Notes  in  an  aggregate  principal  amount  not  to 
exceed  Eight  Hundred  Fifty  Million  Dollars  ($850,000,000),  pursuant  to  the  terms  of  that 
certain  Amended  and  Restated  Indenture,  dated  as  of  August  1,  2002  (as  the  same  has 
been  further  amended  and  supplemented,  the  “Indenture”),  by  and  between  the 
Commission  and  U.S.  Bank  National  Association,  as  trustee  (“Trustee”),  and  one  or  more 
additional  supplemental  indentures  as  herein  provided,  provided  that  not  more  than  Forty 
Million  Dollars  ($40,000,000)  of  the  Bonds  shall  be  issued  as  CP  Refinancing  Bonds; 
and 


WHEREAS,  The  refunding  of  certain  of  the  Commission’s  outstanding  water 
revenue  bonds  as  proposed  will  be  accomplished  by  depositing  proceeds  of  the  Bonds 
and  certain  other  amounts  in  one  or  more  irrevocable  escrow  funds,  each  established  and 
held  in  trust  by  the  trustee  for  the  bonds  to  be  refunded  pursuant  to  one  or  more  escrow 
agreements  between  the  Commission  and  said  trustee  (collectively,  the  “Escrow 
Agreements”),  which  moneys  and  the  investment  income  thereon  are  to  be  applied  to  pay 
the  principal  of  and  the  interest  and  redemption  premium,  if  any,  on  the  applicable  bonds 
to  be  refunded  as  provided  therein;  and 

WHEREAS,  It  is  proposed  that  the  Bonds  be  issued  in  one  or  more  series  on  a 
taxable  basis,  each  pursuant  to  one  or  more  supplemental  indentures,  between  the 
Commission  and  the  Trustee  (each,  a  “Supplemental  Indenture”);  and 


WHEREAS,  It  is  further  proposed  that  the  Bonds  be  sold  in  a  negotiated  sale  with 
an  investment  banking  firm  selected  by  the  Commission  pursuant  to  the  terms  hereof  and 
pursuant  to  a  Bond  Purchase  Contract  (“Refunding  Bond  Purchase  Contract”);  and 

WHEREAS,  It  is  proposed  that  a  preliminary  official  statement  for  the  Bonds 
(“Preliminary  Official  Statement”)  and  a  final  official  statement  for  the  Bonds  (  “Official 
Statement”)  be  used  in  connection  with  the  offering  and  sale  of  the  Bonds;  and 

WHEREAS,  It  is  proposed  that  a  continuing  disclosure  certificate  (“Continuing 
Disclosure  Certificate”)  be  executed  and  delivered  with  respect  to  the  Bonds  to  assist  the 
purchasers  or  underwriters,  as  applicable,  comply  with  Securities  and  Exchange 
Commission  Rule  15c2-12  (“Rule  15c2-12”);  and 

WHEREAS,  The  voters  of  the  City  approved  Proposition  P  in  November  2002 
(“Proposition  P”),  pursuant  to  which  this  resolution  and  the  Bonds  are  subject  to  the 
provisions  of  Section  5A.30  et  seq.  (“Public  Utilities  Revenue  Bond  Oversight 
Committee”)  of  Chapter  V  of  the  San  Francisco  Administrative  Code,  including  the 
requirement  that,  to  the  extent  permitted  by  law  and  to  the  extent  not  already  paid  from 
the  proceeds  of  any  previous  issue  of  commercial  paper  or  water  revenue  bonds,  one- 
twentieth  of  one  percent  (0.05%)  of  the  gross  proceeds  of  the  Bonds  (excluding  the 
Bonds)  shall  be  deposited  in  a  fund  established  by  the  Office  of  the  Controller  of  the  City 
(“Controller’s  Office”)  and  appropriated  by  the  Board  at  the  direction  of  the  Public 
Utilities  Revenue  Bond  Oversight  Committee  to  cover  the  costs  of  said  committee;  and 

WHEREAS,  The  Commission  has  been  presented  with  and  has  examined  proposed  forms 
of  Supplemental  Indentures  for  the  Bonds,  and  form  of  a  Refunding  Bond  Purchase 
Contract,  an  Escrow  Agreement,  a  Preliminary  Official  Statement  and  a  Continuing 
Disclosure  Certificate;  and 

WHEREAS,  Without  further  approval  of  the  Board,  but  subject  to  the 
requirements  set  forth  in  Section  9.109  of  the  Charter  and  Ordinance  143-18  with  respect 
to  the  Refunding  Water  Bonds,  and  Proposition  E  and  Ordinance  No.  143-18  with  respect 
to  the  CP  Refinancing  Bonds,  and  the  requirements  of  the  Indenture,  the  Commission  is 
duly  authorized  and  empowered,  pursuant  to  each  and  every  requirement  of  law,  to 
authorize  the  foregoing  transactions  and  issue  the  Bonds  and  to  authorize  the  execution 
and  delivery  (as  applicable)  of  a  Bond  Purchase  Contract,  a  final  Official  Statement,  one 
or  more  Escrow  Agreements,  a  Continuing  Disclosure  Certificate  and  related  documents, 
each  as  appropriate  for  the  issuance  of  the  Bonds,  for  the  purposes,  in  the  manner  and 
upon  the  terms  provided  herein;  and 

WHEREAS,  A  consulting  engineer  previously  issued  a  certificate  to  the  Board  in 
satisfaction  of  the  requirements  of  clause  (a)(1)  of  Section  8B.124  of  Proposition  E  with 
respect  to  the  projects  to  be  financed  with  issuance  of  the  CP  Notes  to  be  refinanced  with 
CP  Refinancing  Bonds,  and  an  updated  certificate  by  a  consulting  engineer  in 
satisfaction  of  the  requirement  of  clause  (a)(2)  will  be  issued  prior  to  the  issuance  of  the 
CP  Refinancing  Bonds;  and 


WHEREAS,  On  September  1,  2016,  the  Environmental  Review  Officer  issued  a 
certificate  to  the  Board  in  satisfaction  of  the  requirements  of  clause  (b)  of  Section  8B.124 
of  Proposition  E  with  respect  to  the  projects  financed  with  the  proceeds  of  the  CP  Notes 
to  be  refinanced  with  CP  Refinancing  Bonds;  and 

WHEREAS,  Prior  to  the  issuance  of  the  CP  Refinancing  Bonds,  the  General 
Manager  will  file  with  the  Clerk  of  the  Board  any  required  updates  to  the  certificates 
referenced  in  the  two  prior  paragraphs,  including  a  certificate  of  a  consulting  engineer  in 
satisfaction  of  the  requirements  of  clause  (a)(2)  of  Section  8B.124  of  Proposition  E;  and 

WHEREAS,  In  compliance  with  California  Government  Code  Section  5852.1,  the 
Commission  has  obtained  from  Montague  DeRose  and  Associates,  LLC,  one  of  the 
municipal  advisors  to  the  Commission  with  respect  to  the  Bonds,  good  faith  estimates  of 
the  following  information:  (a)  the  true  interest  cost  of  the  Bonds,  (b)  the  sum  of  all  fees 
and  charges  paid  to  third  parties  with  respect  to  the  Bonds,  (c)  the  amount  of  proceeds  of 
the  Bonds  expected  to  be  received  net  of  the  fees  and  charges  paid  to  third  parties  and 
any  reserves  or  capitalized  interest  paid  or  funded  with  proceeds  of  the  Bonds,  and  (d)  the 
sum  total  of  all  debt  service  payments  on  the  Bonds  calculated  to  the  final  maturity  of  the 
Bonds  plus  the  fees  and  charges  paid  to  third  parties  not  paid  with  the  proceeds  of  the 
Bonds,  and  such  estimates  are  disclosed  and  set  forth  in  the  staff  report  provided  to  the 
Commission  in  connection  with  this  resolution;  now,  therefore,  be  it 

RESOLVED  by  the  Public  Utilities  Commission  of  the  City  and  County  of  San 
Francisco,  as  follows: 

Section  1 .  Issuance  of  the  Bonds.  The  issuance  of  the  Bonds,  in  one  or  more 
series  and  on  one  or  more  dates,  in  an  aggregate  principal  amount  not  exceeding 
$850,000,000  (of  which  not  more  than  $40,000,000  shall  be  issued  as  CP  Refinancing 
Bonds)  is  hereby  authorized  and  approved  by  the  Commission,  subject  to  (a)  in  the  case 
of  the  Refunding  Water  Bonds,  the  limitations  and  conditions  of  Section  9.109  of  the 
Charter  and  Ordinance  143-18,  and  (b)  in  the  case  of  the  CP  Refinancing  Bonds,  the 
limitations  and  conditions  of  Proposition  E  and  Ordinance  No.  143-18,  and  in  each  case, 
the  requirements  of  the  Indenture,  including  without  limitation  Section  3.04,  Section  3.05 
and  3.06  of  the  Indenture  and  the  applicable  requirements  of  the  Commission’s  policies 
and  procedures  for  refunding  bonds.  The  water  revenue  bonds  of  the  Commission  to  be 
refunded  with  the  proceeds  of  the  Refunding  Water  Bonds  shall  be  selected  by  the  General 
Manager,  in  consultation  with  Montague  DeRose  and  Associates,  LLC  and  Backstrom 
McCarley  Berry  &  Co.,  LLC,  the  municipal  advisors  to  the  Commission  with  respect  to 
the  Bonds  (together,  the  “Municipal  Advisors”),  upon  a  determination  that  the  refunding 
meets  the  requirements  described  in  the  preceding  sentence  and  would  be  financially 
advantageous  to  the  Commission  and  its  operations.  The  proceeds  of  the  Bonds  shall  be 
issued  (a)  to  retire  the  refunded  bonds  or  the  CP  Notes  (as  the  case  may  be)  and  (b)  to  pay 
the  costs  of  issuance  of  the  Bonds. 

The  General  Manager  is  hereby  authorized  and  directed  to  determine  the 
aggregate  principal  amount  of  Refunding  Bonds  to  be  issued  from  time  to  time  (subject  to 
the  maximum  amount  and  further  limitations  and  conditions  set  forth  herein)  and  to 


determine  the  various  titles  and  series  designations  of  the  Bonds.  The  Bonds  may  be 
issued  as  obligations  the  interest  on  which  is  or  is  not  subject  to  federal  income  tax.  The 
forms  of  the  Bonds,  in  substantially  the  forms  set  forth  in  the  forms  of  the  Supplemental 
Indentures  presented  to  this  meeting,  are  hereby  approved.  The  General  Manager  of  the 
Commission  is  hereby  authorized  and  directed  to  approve  and  to  execute  the  Bonds  by 
manual  or  facsimile  signature,  and  the  Secretary  of  the  Commission  is  hereby  authorized 
and  directed  to  attest,  by  manual  or  facsimile  signature,  with  such  changes,  additions, 
amendments  or  modifications  thereto  which  they  may  approve  with  the  advice  of  the  City 
Attorney,  such  approval  to  be  conclusively  evidenced  by  the  execution  and  delivery  of 
the  Bonds,  subject  to  the  limitations  set  forth  in  Section  2  hereof. 

Section  2.  Sale  of  Refunding  Bonds.  The  sale  of  the  Bonds,  in  one  or  more 
series  and  on  one  or  more  dates,  is  hereby  authorized  and  approved  by  the  Commission, 
subject  to  the  limitations  and  conditions  provided  herein.  The  Commission  delegates  to 
the  General  Manager  the  authority  to  determine,  with  the  advice  of  the  Municipal 
Advisors,  whether  to  sell  the  Bonds  from  time  to  time  by  negotiated  sale  or  competitive 
sale,  provided  that  the  General  Manager  shall  not  approve  the  sale  of  the  Bonds  on  a 
negotiated  basis  until  he  determines,  upon  consultation  with  the  Municipal  Advisors,  that 
(i)  the  sale  of  the  Bonds  through  a  negotiated  process  is  likely  to  enhance  the  ability  of 
the  Commission  to  timely  sell  the  Bonds  or  to  achieve  higher  debt  service  savings,  or 
both,  and  (ii)  the  requirements  of  the  Commission's  Debt  Management  Policies  and 
Procedures,  as  the  same  may  have  been  amended  and  in  effect  at  the  time  of  such 
determination,  have  been  satisfied.  Subject  to  the  other  limitations  provided  herein,  the 
interest  rate  or  rates  on  the  Bonds  shall  not  exceed  twelve  percent  (12%)  and  the  final 
maturity  of  any  Refunding  Bonds  shall  not  exceed  40  years  from  their  date  of  issuance. 

Section  3.  Escrow  Agreement.  The  proposed  form  of  Escrow  Agreement 
submitted  to  this  Commission,  and  the  terms  and  conditions  thereof,  is  hereby  approved. 
In  order  to  implement  any  refunding  authorized  herein,  the  General  Manager  or  his 
designee  is  hereby  authorized  to  enter  into  one  or  more  Escrow  Agreements  with  the 
trustee  of  the  water  revenue  bonds  to  be  refunded,  substantially  in  the  form  presented  to 
this  meeting  and  on  file  with  the  Secretary  of  the  Commission,  with  such  changes  and 
additions  as  the  General  Manager  may  approve  upon  consultation  with  the  City  Attorney, 
each  such  approval  to  be  evidenced  conclusively  by  the  delivery  to  the  trustee  of  such 
Escrow  Agreement.  The  Secretary  of  the  Commission  is  directed  to  file  a  copy  of  said  form 
of  Escrow  Agreement  with  the  minutes  of  this  meeting. 

Section  4.  Disposition  of  Revenues:  Rate  Covenant.  Section  5.01(b)  of  the 
Indenture  which  sets  forth  the  disposition  of  Revenues  (as  defined  in  the  Indenture) 
applicable  to  the  Commission’s  Water  Enterprise  Bonds  is  hereby  confirmed  by  the 
Commission  and  the  Commission  further  confirms,  pledges  and  covenants  with  the 
holders  of  the  Bonds  that  the  Revenues  shall  be  appropriated  and  expended  in  the  order 
of  priority  set  forth  in  Section  5.01(b)  of  the  Indenture,  as  the  same  may  be  amended 
from  time  to  time.  This  Commission  also  declares  that  the  Commission  will  comply  with 
all  of  the  terms,  provisions  and  covenants  contained  in  the  Indenture,  as  the  same  may  be 
amended  from  time  to  time,  including  the  covenants  to  establish,  fix,  prescribe  and 


collect  rates,  fees  and  charges  sufficient  to  enable  the  Commission  to  comply  with  the 
terms,  conditions  and  covenants  of  the  Indenture. 

Section  5.  Supplemental  Indenture.  The  proposed  forms  of  Supplemental 
Indentures  for  the  Bonds  submitted  to  this  Commission,  and  the  terms  and  conditions 
thereof,  are  hereby  approved.  The  General  Manager  of  the  Commission  or  the  General 
Manager’s  designee  is  hereby  authorized  and  directed  to  execute  and  deliver  and  the 
Secretary  of  the  Commission  or  the  Secretary’s  designee  is  authorized  to  attest  to  the 
Supplemental  Indenture  in  such  form  or  forms,  with  such  additions  thereto  or  changes 
therein  which  they  may  approve  with  the  advice  of  the  City  Attorney,  such  approval  to  be 
conclusively  evidenced  by  the  execution  and  delivery  of  such  Supplemental  Indenture. 
The  Secretary  of  the  Commission  is  directed  to  file  a  copy  of  the  form  or  forms  of 
Supplemental  Indenture  with  the  minutes  of  this  meeting.  Subject  to  the  further 
limitations  hereof,  the  principal  amount,  date,  maturity  date  or  dates,  maximum  interest 
rate  or  rates,  series  designation,  interest  payment  dates,  forms,  registration  privileges, 
place  or  places  of  payment,  terms  of  redemption,  insurance  provisions  and  other  terms  of 
the  Bonds  shall  be  as  provided  in  the  Indenture. 

Section  6.  Preliminary  Official  Statement  and  Official  Statement.  The 
Preliminary  Official  Statement,  in  substantially  the  form  submitted  to  the  Commission,  is 
hereby  approved,  and  the  General  Manager  or  the  General  Manager’s  designee  is  hereby 
authorized  to  certify  from  time  to  time,  for  and  on  behalf  of  the  Commission,  that  such 
Preliminary  Official  Statement,  with  such  changes,  additions  and  supplements  as  they 
may  deem  necessary  or  appropriate  in  the  interest  of  the  Commission,  in  consultation 
with  the  City  Attorney,  is  deemed  final  as  of  its  date,  within  the  meaning  of  Rule  15c2-12 
(except  for  the  omission  of  certain  final  pricing,  rating  and  related  information  as 
permitted  by  Rule  15c2-12).  Such  Preliminary  Official  Statement  is  hereby  authorized  to 
be  used  from  time  to  time  in  connection  with  the  marketing  of  the  Bonds.  In  connection 
with  the  sale  of  all  or  a  portion  of  the  Bonds,  the  General  Manager  or  the  General 
Manager’s  designee  is  hereby  authorized  and  directed,  for  and  on  behalf  of  the 
Commission,  to  execute  the  Official  Statement  for  such  Refunding  Bonds  in  substantially 
the  form  of  such  Preliminary  Official  Statement,  and  to  cause  the  delivery  of  such 
Official  Statement  to  the  purchasers  of  such  Refunding  Bonds.  Notwithstanding  the 
foregoing  authorization,  Commission  staff  is  hereby  directed  to  return  to  the  Commission 
for  authorization  of  any  Preliminary  Official  Statement  or  Official  Statement  to  be  used 
in  connection  with  any  sale  of  Refunding  Bonds  that  is  to  occur  more  than  ninety  (90) 
days  following  the  date  hereof. 

Section  7.  Negotiated  Sale:  Bond  Purchase  Contract.  For  the  Bonds,  the 
General  Manager  is  hereby  authorized  to  select  and  appoint  one  or  more  underwriters 
(each,  an  “Underwriter”  and,  collectively,  the  “Underwriters”)  from  the  Commission’s  or 
the  City’s  pool  of  prequalified  underwriters  in  accordance  with  the  City’s  policies  and 
procedures  with  respect  thereto,  subject  to  the  limits  on  underwriter  compensation  set 
forth  below.  The  General  Manager  is  hereby  authorized  and  directed,  for  and  on  behalf  of 
and  in  the  name  of  the  Commission,  to  sell  such  Refunding  Bonds  at  one  or  more 
negotiated  sales  in  such  principal  amount  as  the  General  Manager  may  determine,  subject 
to  the  further  limitations  and  conditions  hereof.  The  General  Manager  or  his  designee  is 


hereby  authorized  to  enter  into  one  or  more  Bond  Purchase  Contracts  with  one  or  more  of 
the  Underwriters,  individually  or  collectively  as  the  General  Manager  deems  appropriate, 
substantially  in  the  form  presented  at  this  meeting  and  on  file  with  the  Secretary  of  the 
Commission,  with  such  changes  and  additions  as  the  General  Manager  may  approve  upon 
consultation  with  the  City  Attorney,  such  approval  to  be  evidenced  conclusively  by  the 
execution  and  delivery  of  each  such  Bond  Purchase  Contract;  provided,  however,  that  the 
total  compensation  to  the  Underwriters  shall  not  exceed  two  and  one  half  percent  (2.50%) 
of  the  par  value  of  the  Bonds  to  be  sold  pursuant  to  any  such  Bond  Purchase  Contract. 
Refunding  Bonds  sold  in  a  negotiated  sale  shall  be  delivered  to  the  Underwriters  upon 
payment  of  the  purchase  price  agreed  upon  in  the  applicable  Bond  Purchase  Contract, 
together  with  accrued  interest,  if  any. 

Section  8.  Continuing  Disclosure  Certificate.  The  proposed  form  of 
Continuing  Disclosure  Certificate  for  the  Bonds,  submitted  to  this  Commission,  is  hereby 
approved.  The  General  Manager  or  the  General  Manager’s  designee  is  hereby  authorized 
and  directed  to  execute  one  or  more  the  Continuing  Disclosure  Certificates  for  the  Bonds 
from  time  to  time,  substantially  in  the  form  submitted  to  this  Commission,  with  such 
additions,  changes  and  corrections  thereto  as  the  General  Manager  or  the  designee  thereof 
shall  approve  with  the  advice  of  the  City  Attorney,  such  approval  to  be  conclusively 
evidenced  by  the  execution  and  delivery  of  such  Continuing  Disclosure  Certificate.  The 
Secretary  of  the  Commission  is  directed  to  file  a  copy  of  said  form  of  Continuing 
Disclosure  Certificate  with  the  minutes  of  this  meeting. 

Section  9.  Proposition  P.  Pursuant  to  Proposition  P,  this  resolution  and  the 
Refunding  CP  Bonds  are  subject  to,  and  incorporate  by  reference,  the  requirements  of 
Proposition  P.  Pursuant  to  Proposition  P,  to  the  extent  permitted  by  law  and  to  the  extent 
not  already  paid  from  the  proceeds  of  any  previous  issue  of  commercial  paper  or  bonds, 
one-  twentieth  of  one  percent  (0.05%)  of  the  gross  proceeds  of  the  CP  Refinancing  Bonds 
shall  be  deposited  in  a  fund  established  by  the  Controller’s  Office  and  appropriated  by  the 
Board  at  the  direction  of  the  Public  Utilities  Revenue  Bond  Oversight  Committee 
established  by  Proposition  P  to  cover  the  costs  of  said  committee. 

Section  10.  General  Authority.  The  General  Manager,  the  Deputy  General 
Manager  and  Chief  Operating  Officer  and  the  Assistant  General  Manager,  Business 
Services  and  Chief  Financial  Officer,  of  the  Commission  and  the  officers  of  the  City  are 
hereby  authorized  and  directed,  each  acting  alone,  for  and  in  the  name  and  on  behalf  of 
this  Commission,  to  execute  and  deliver  any  and  all  documents,  certificates  and 
representations,  including,  but  not  limited  to,  signature  certificates,  no-litigation 
certificates,  tax  certificates,  letters  of  representation  relating  to  book-entry  registration, 
custody  agreements,  filing  agent  agreements,  listing  agreements  and  certificates 
concerning  the  contents  of  any  Official  Statement  and  any  Preliminary  Official 
Statement,  to  do  any  and  all  things  and  take  any  and  all  actions  which  may  be  necessary 
or  advisable,  in  their  discretion,  to  accomplish  the  intent  and  purposes  of  this  resolution 
including  the  issuance  and  sale  of  the  Bonds,  the  refunding  of  outstanding  water  revenue 
bonds,  the  retirement  of  the  CP  Notes,  and  the  other  actions  which  the  Commission  has 
approved  in  this  resolution.  The  General  Manager  is  authorized  to  delegate  any  of  the 
responsibilities  or  duties  set  forth  in  this  resolution  to  the  Deputy  General  Manager  and 


Chief  Operating  Officer  or  to  the  Assistant  General  Manager,  Business  Services  and 
Chief  Financial  Officer,  of  the  Commission.  The  other  officers  of  the  Commission  are 
hereby  authorized  to  delegate  any  of  the  actions  on  their  behalf  set  forth  herein  to  another 
officer  or  employee  of  the  Commission. 

Section  11.  Ratification.  All  actions  heretofore  taken  by  the  officers, 
employees  and  agents  of  the  Commission  with  respect  to  the  authorization,  sale  and 
issuance  of  the  Bonds  prior  to  the  date  hereof  and  in  accordance  with  the  provisions 
hereof  are  hereby  approved,  confirmed  and  ratified. 

Section  12.  Effective  Date.  This  resolution  shall  take  effect  from  and  after  its 
adoption. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  November  26,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.:  19-0226 


WHEREAS,  The  City  and  County  of  San  Francisco  has  negotiated  a  Development 
Agreement  (DA)  with  Laurel  Heights  Partners,  LLC  (“Developer”)  for  property  at  3333 
California  Street,  Block  1032  Lot  003  (“Project”)  to  build  a  new  mixed-use  development  that 
will  include  residential,  non-residential,  open  space,  child  care,  and  related  uses;  and 

WHEREAS,  The  DA  sets  forth  vesting  rights  for  the  Project  and  establishes  a  set  of 
public  benefits,  including  the  payment  by  the  Developer  of  an  Auxiliary  Water  Supply  System 
(AWSS)  Community  Benefit  Fee;  and 

WHEREAS,  Under  the  terms  of  the  DA,  the  Developer  would  pay  to  the  San  Francisco 
Public  Utilities  Commission  (SFPUC)  a  $1,055,000  AWSS  Community  Benefit  Fee;  and 

WHEREAS,  An  Environmental  Impact  Report  (EIR)  was  prepared  for  the  3333 
California  Street  Project;  and 

WHEREAS,  At  the  September  5,  2019  hearing,  the  Planning  Commission  certified  the 
Final  Environmental  Impact  Report  (FEIR)  by  Motion  No.  20512,  and  on  the  same  date,  the 
Planning  Commission  adopted  environmental  findings  in  accordance  with  the  California 
Environmental  Quality  Act  (CEQA  Findings)  including  a  Statement  of  Overriding 
Considerations,  and  a  Mitigation  Monitoring  and  Reporting  Program  (MMRP)  in  Motion  No. 
20513; and 

WHEREAS,  On  November  12,  2019,  the  Board  of  Supervisors,  in  Motion  M19-158 
affirmed  the  certification  of  the  FEIR  and  adopted  the  ordinance  in  Board  File  No.  190845 
approving  the  Development  Agreement  and  adopting  Supplemental  CEQA  Findings;  and 

WHEREAS,  The  project  files,  including  the  Final  EIR  (FEIR)  and  the  3333  California 
Street  CEQA  Findings  and  Supplemental  CEQA  Findings,  have  been  made  available  for  review 
by  the  SFPUC  and  the  public  and  those  files  are  part  of  the  record  before  this  Commission;  and 

WHEREAS,  This  Commission  has  reviewed  and  considered  the  information  contained  in 
the  FEIR,  the  findings  contained  in  Planning  Commission  Motions  Nos.  20512  and  20513,  the 
Supplemental  CEQA  Findings,  and  all  written  and  oral  information  provided  by  the  Planning 
Department,  the  public,  relevant  public  agencies,  SFPUC  and  other  experts  and  the 
administrative  files  for  the  Project;  and 

WHEREAS,  The  MMRP  contains  no  utility-related  mitigation  measures  and  the  SFPUC 
has  no  responsibility  for  implementation  of  any  mitigation  measures  for  the  Project;  now, 
therefore,  be  it 


RESOLVED,  This  Commission  has  reviewed  and  considered  the  FEIR  and  record  as  a 
whole,  tinds  that  the  FEIR  is  adequate  for  its  use  as  the  decision-making  body  for  the  action 
taken  herein  and  hereby  adopts  the  CEQA  Findings,  including  the  Statement  of  Overriding 
Considerations  and  adopts  the  Mitigation  Monitoring  and  Reporting  Program  and  incoiporates 
the  CEQA  findings  contained  in  Planning  Commission  Motion  No  20513  and  the  Supplemental 
CEQA  Findings  by  this  reference  thereto  as  though  set  forth  in  this  Resolution;  and  be  it 

FURTHER  RESOLVED,  This  Commission  further  finds  that  since  the  FEIR  was 
tinalized,  there  have  been  no  substantial  project  changes  and  no  substantial  changes  in  project 
circumstances  that  would  require  major  revisions  to  the  FEIR  due  to  the  involvement  of  new 
significant  environmental  effects  or  an  increase  in  the  severity  of  previously  identified  significant 
impacts,  and  there  is  no  new  information  of  substantial  importance  that  would  change  the 
conclusions  set  forth  in  the  FEIR;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  consents  to  the  Development 
Agreement  between  the  City  and  the  Developer  substantially  in  the  form  and  on  the  terms  as 
outlined  in  the  Development  Agreement  with  respect  to  the  Developer’s  payment  of  the  AWSS 
Community  Benefit  Fee  to  the  SFPUC,  and  authorizes  the  General  Manager  to  execute  the 
SFPUC  Consent  to  the  Development  Agreement  on  behalf  of  this  Commission;  and  be  it 

FURTHER  RESOLVED,  That,  subject  to  appropriation  of  any  necessary  funds,  this 
Commission  authorizes  the  SFPUC  General  Manager,  to  take  any  and  all  steps  (including,  but 
not  limited  to,  the  execution  and  delivery  of  any  and  all  agreements,  notices,  consents  and  other 
instruments  or  documents)  as  he  or  she  deems  necessary  or  appropriate,  in  consultation  with  the 
City  Attorney,  in  order  to  consummate  and  perform  its  obligations  under  the  Development 
Agreement  in  accordance  with  this  Resolution  and  legislation  by  the  Board  of  Supervisors,  or 
otherwise  to  effectuate  the  purpose  and  intent  of  this  Resolution  and  such  legislation;  and  be  it 

FURTHER  RESOLVED,  That,  by  consenting  to  the  Development  Agreement  between 
the  City  and  the  Developer,  the  Commission  does  not  intend  to  in  any  way  limit,  waive  or 
delegate  the  exclusive  authority  of  the  SFPUC  as  set  forth  in  Article  VIIIB  of  the  City's  Charter; 
and  be  it 

FURTHER  RESOLVED,  That  the  approval  under  this  Resolution  shall  take  effect  upon 
the  effective  date  of  the  Board  of  Supervisors  legislation  approving  the  Development  Agreement. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  November  26,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSI 
City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0227 

WHEREAS,  The  City  and  County  of  San  Francisco  (City),  under  the  jurisdiction  of  the 
San  Francisco  Public  Utilities  Commission  (SFPUC),  owns  certain  real  property  known  as  the  City 
Property  Street,  Block  3777,  Lot  052  (City  Property),  an  approximately  1.37-acre  parcel  improved 
with  a  warehouse  and  parking  lot  currently  used  by  the  SFPUC  for  heavy  equipment  and  materials 
storage,  SFPUC  vehicle  parking,  construction  staging,  and  other  related  purposes;  and 

WHEREAS,  The  SFPUC  also  operates  a  hydrogen  peroxide  tank  (HP  Tank)  on  the  City 
Property;  and 

WHEREAS,  The  SFPUC  leases  adjacent  property  at  651  Bryant  Street,  Block  3777,  Lot 
050  (City  Leased  Premises),  for  related  SFPUC  office  and  warehouse  purposes  under  a  lease  that 
expires  on  October  18,  2029;  and 

WHEREAS,  The  City  Property  is  small  and  to  meet  the  SFPUC’s  anticipated  futurewater 
and  power  utility  yard  needs,  either  expansion  of  the  existing  facility  or  securing  a  replacement 
facility  will  be  necessary  soon;  and 

WHEREAS,  2000  Marin,  L.P.,  a  Delaware  limited  partnership  (Developer),  owns  certain 
real  property  known  as  2000  Marin  Street,  Block  4346,  Lot  003  (2000  Marin),  an  approximately 
7.98-acre  parcel  with  a  74,000-square  foot  building  built  in  1989;  and 

WHEREAS,  The  Developer  proposes  to  acquire  the  City  Property  in  exchange  for  2000 
Marin,  and  seeks  to  develop  a  mixed-use  project  on  the  City  Property,  the  City  Leased  Premises, 
and  other  adjacent  parcels  the  Developer  proposes  to  acquire  from  third  parties  (Developer’s 
Project);  and 

WHEREAS,  The  City  Property  and  the  City  Leased  Premises  are  located  within  the  City’s 
proposed  Central  SOMA  Plan,  a  multi-year  public  and  cooperative  interagency  planning  process 
the  City  began  in  201 1  (Planning  Department  Case  No.  201 1. 1356EMTZU);  and 

WHEREAS,  The  Central  SOMA  Plan  was  approved  by  the  CityPlanning  Commission  on 
May  10,  2018  and  approved  by  the  Board  of  Supervisors  on  December  4,  2018;  and 

WHEREAS,  This  Commission  has  reviewed  relevant  portions  of  the  Central  SoMa  EER, 
and  the  Community  Plan  Evaluation  (CPE)  certificate  prepared  for  the  598  Brannan  Street 
development  project,  which  includes  the  639  Bryant  Street  site  and  2000  Marin  Street  property 
exchange.  These  documents  have  been  available  for  this  Commission’s  review  as  well  as  public 
review;  and 

WHEREAS,  In  approving  the  Central  SoMa  Plan,  the  Planning  Commission  adopted 
CEQA  findings  in  its  Resolution  No.  20183.  The  Planning  Commission  also  adopted  CEQA 
findings  in  its  Motion  No.  20459  when  it  approved  the  598  Brannan  Street  Project,  which  included 
the  639  Bryant  Street  site  and  the  2000  Marin  Street  property  exchange.  This  Commissionhereby 
incorporates  the  CEQA  findings  contained  in  Resolution  No.  20183  and  Motion  No.  20459, 
including  the  MMRP,  by  this  reference  thereto  as  though  set  forth  herein  in  their  entirety;  and 


WHEREAS,  On  April  17,  2018,  the  Board  of  Supervisors  adopted  Resolution  No.  115-18 
(File  No.  180370)  supporting  negotiations  for  a  potential  exchange  of  the  City  Property  for  2000 
Marin,  subject  to  City  analysis  and  approvals  following  any  required  environmental  review;  and 

WHEREAS,  City  and  Developer  executed  and  delivered  a  Conditional  Land  Disposition 
and  Acquisition  Agreement  (Original  Agreement)  dated  as  of  August  1,  2018  to  establish  a 
framework  for  the  exchange  of  the  City  Property  for  2000  Marin  (Exchange  Transaction)  and  to 
state  the  terms  and  conditions  under  which  the  Exchange  Transaction  would  occur,  subject  to  all 
necessary  approvals  and  environmental  review  required  by  the  California  Environmental  Quality 
Act  (CEQA),  and  other  applicable  laws;  and 

WHEREAS,  The  SFPUC  authorized  its  General  Manager  to  execute  and  deliver  the 
Original  Agreement  pursuant  to  SFPUC  Resolution  No.  18-0121,  and  pursuant  to  Resolution  No. 
218-18,  File  No.  180550,  City’s  Board  of  Supervisors  and  Mayor  authorized  City’s  Director  of 
Property  and/or  the  General  Manager  to  execute  and  deliver  the  Original  Agreement;  and 

WHEREAS,  The  Original  Agreement  was  made  effective  on  October  9,  2018  (Original 
Effective  Date);  and 

WHEREAS,  The  Developer  and  the  SFPUC  propose  entering  into  an  Amended  and 
Restated  Land  Disposition  and  Acquisition  Agreement  (Amended  Agreement)  for  the  Exchange 
Transaction,  a  copy  of  which  has  been  presented  to  this  Commission  and  is  on  file  with  the 
Commission  Secretary;  and 

WHEREAS,  2000  Marin  has  soil  contamination  and  pursuant  to  a  deed  covenant,  2000 
Marin  is  subject  to  oversight  by  the  California  Department  of  Toxic  Substance  Control  (DTSC). 
Any  disturbance  of  the  existing  four-inch  to  12-inch  thick  asphalt  concrete  cap  requires  DTSC 
consent  and  oversight  and  could  require  environmental  remediation,  the  costs  of  which  would 
depend  on  the  extent  of  the  soil  disturbance;  and 

WHEREAS,  Under  both  the  Original  Agreement  and  the  Amended  Agreement,  the  SFPUC 
must  pay  for  any  hazardous  materials  remediation  costs  that  it  may  incur  in  connection  with  its 
future  development  of  2000  Marin.  A  separate  deed  covenant  prevents  any  post-2015  owner  of 
2000  Marin  from  bringing  claims  arising  from  the  soils  contamination  against  prior  owners  of  the 
property;  and 

WHEREAS,  In  accordance  with  the  requirements  of  the  Original  Agreement,  in  May  2019, 
the  environmental  consulting  firm  Ramboll  completed  a  Phase  II  Site  Investigation  of  2000  Marin 
(Phase  II  Report)  based  upon  a  proposed  conceptual  scope  of  work  for  a  potential  use  for  the  site; 
and 


WHEREAS,  Ramboll  took  33  soil  samples  from  12  borings  and  submitted  them  for 
chemical  analyses.  Based  on  the  analyses  results,  Ramboll  determined  that  approximately  30%  of 
the  soil  samples  (9  of  33  samples)  are  classified  as  “hazardous  waste”  under  the  Resource 
Conservation  and  Recovery  Act  (RCRA),  30%  of  the  soil  samples  ( 10  of  33  samples)  are  classified 
as  non-hazardous  waste  under  the  RCRA  but  as  hazardous  waste  under  California  law,  and  the 


remaining  40%  of  the  soils  samples  are  classified  as  non-hazardous  waste  suitable  for  disposal  at 
a  Class  II  Landfill;  and 

WHEREAS,  The  SFPUC  retained  TRC  Solutions,  Inc.  (TRC),  an  environmental  and 
engineering  firm,  to  review  the  results  of  the  Phase  II  Report.  TRC  took  no  issue  with  the  Phase 
II  Report  sampling  and  results  and  issued  a  report  dated  June  20,  2019  which  compiled  a 
$10,040,175  engineering  cost  estimate  (Environmental  Cost  Estimate)  to  transport  and  dispose  of 
the  soil  generated.  TRC  based  its  estimate  on  the  remediation  required  for  a  proposed  conceptual 
scope  of  work  at  2000  Marin  but  those  costs  may  ultimately  be  more  or  less  depending  on  SFPUC’ s 
final  plans  for  use  of  the  site,  which  has  not  yet  been  determined;  and 

WHEREAS,  On  November  19,  2019,  the  Planning  Department  determined  that  the 
relocation  of  SFPUC’s  Power  Enterprise  Utility  Field  Services  to  Port  property  is  exempt  from  the 
CEQA  Guidelines  Section  15301,  Class  1  (Existing  Conditions);  and 

WHEREAS,  In  addition  to  providing  for  the  Exchange  Transaction,  the  Amended 
Agreement  also  provides  that: 

1.  The  Developer  will  construct  and  install  new  tenant  improvements  for  the  SFPUC  at  Port 
leased  facilities  at  Pier  23  and  the  Roundhouse  Two  (together,  the  Port  Leased  Premises.) 
The  SFPUC  desires  such  facilities  to  be  temporary  to  give  the  SFPUC  time  (a)  to  undertake 
a  long-term  facility  master  planning  process  to  determine  the  optimal  use  of  2000  Marin 
and  other  SFPUC  property  in  the  City  and  the  scope  of  improvements  necessary  for  such 
use,  including  improvements  for  the  expanding  Power  Enterprise  operations,  and  (b)  to 
identify  adequate  funding  for  such  improvements.  The  Developer  will  pay  up  to 
$2,700,000  for  the  costs  of  installing  and  constructing  tenant  improvements  at  the  Port 
Leased  Premises.  City  will  reimburse  the  Developer  for  any  tenant  improvement  costs 
above  $2,700,000. 

2.  Promptly  after  the  completion  of  the  tenant  improvements  at  the  Port  Leased  Premises,  and 
the  City’s  acceptance  of  the  tenant  improvements,  on  a  date  mutually  agreeable  to  the 
parties  (Moving  Date),  the  Developer  will  provide  all  services  necessary  (Moving 
Services),  to  move  the  Power  Enterprise’s  personal  property  and  equipment  from  the  City 
Property  and  the  City  Leased  Premises  to  the  Port  Leased  Premises.  The  City  will 
reimburse  the  Developer  for  its  approved  costs  incurred  in  connection  with  the  Moving 
Services. 

3.  Because  the  SFPUC’s  obligation  to  pay  rent  to  the  Port  for  the  Port  Leased  Premises  will 
commence  on  March  1,  2020  (  Port  Commencement  Date),  the  Developer  will  either  waive 
or  reimburse  the  City  for  any  rent  or  other  payments  required  under  the  651  Lease  on  or 
after  the  Port  Commencement  Date  in  order  to  prevent  City  from  having  to  simultaneously 
pay  rent  for  both  the  City  Leased  Premises  and  the  Port  Leased  Premises.  If  the  Developer 
acquires  the  City  Leased  Premises  prior  to  close  of  escrow  for  the  Exchange  Transaction 
(Close  of  Escrow)  and  therefore  becomes  the  City’s  landlord,  the  Developer  will  allow  the 
SFPUC  to  occupy  the  City  Leased  Premises  free  of  charge  from  the  Port  Commencement 
Date  through  the  Moving  Date.  If  the  Developer  does  not  acquire  the  City  Leased  Premises 


prior  to  Close  of  Escrow,  the  Developer  will  pay  or  reimburse  City  for,  and  indemnify  and 
hold  City  harmless  from,  all  rent  and  other  sums  payable  under  the  65 1  Lease  with  respect 
to  the  period  from  and  after  the  earlier  of  the  Moving  Date  or  the  Port  Commencement 
Date  otherwise  payable  by  City  to  the  landlord  of  the  City  Leased  Premises. 

4.  The  Developer  will  deposit  into  escrow  at  the  closing  of  the  Exchange  Transaction  a  flat 
sum  of  $1,000,000  (Transaction  Costs)  for  the  City’s  reimbursable  expenses  arising  from 
the  Exchange  Transaction  and  the  Developer’s  approved  costs  incurred  in  moving  the 
SFPUC  from  the  City  Property  and  the  City  Leased  Premises  to  the  Port  Leased  Premises. 
After  the  Developer  moves  the  SFPUC  from  City  Property  and  the  City  Leased  Premises, 
the  Developer’s  agreed-upon  moving  costs  will  be  disbursed  to  the  Developer  from  the 
sums  deposited  in  escrow  and  the  balance  of  funds  held  in  escrow  will  be  disbursed  to  the 
City.  City’s  Transaction  Costs  include  (a)  City’s  attorney’s  fees  for  negotiation  and 
preparation  of  the  Exchange  Transaction  documents;  (b)  City’s  costs  incurred  to 
investigate  the  physical  condition,  title,  and  suitability  of  2000  Marin  for  City’s  use;  (c) 
City’s  appraisal  fees;  (d)  City’s  personnel,  consultant,  and  other  environmental  review 
costs  and  fees;  and  (e)  City’s  title  insurance,  escrow  costs  and  other  closing  costs  to  acquire 
2000  Marin.  The  Developer’s  obligation  to  pay  the  $  1 ,000,000  will  survive  the  termination 
or  cancellation  of  the  Amended  Agreement. 

6.  The  SFPUC  will  decommission  the  HP  Tank  on  the  City  Property  at  its  sole  cost  by 
abandoning  it  in  place  prior  to  Close  of  Escrow.  The  SFPUC  has  not  determined  if,  where, 
or  when  a  replacement  HP  tank  will  be  installed.  The  SFPUC  may  seek  to  place  a  new 
hydrogen  peroxide  tank  on  land  owned  by  the  California  Department  of  Transportation 
(Caltrans)  which  is  located  on  or  adjacent  to  Harrison  Street,  San  Francisco  between  Merlin 
Street  and  Morris  Street  (Merlin  Morris  Site),  or  another  suitable  nearby  site.  The 
Developer  has  a  professional  relationship  with  Caltrans.  If  the  SFPUC  seeks  to  place  a 
new  hydrogen  peroxide  tank  on  or  adjacent  to  the  Merlin  Morris  Site  or  another  suitable 
site  owned  by  Caltrans,  as  further  consideration  to  the  SFPUC,  and  at  Developer’s  sole 
expense,  the  Developer  will  use  commercially  reasonable  efforts  to  obtain  from  Caltrans 
its  complete  authorization  for  the  SFPUC’ s  placement  of  a  new  hydrogen  peroxide  tank  on 
the  Merlin  Morris  Site  or  another  suitable  nearby  site  owned  by  Caltrans;  and 

WHEREAS,  Under  the  Amended  Agreement’s  terms,  the  Commission's  declaration  of 
surplus  regarding  the  City  Property  and  Close  of  Escrow  are  conditioned  upon  the  completion  of 
all  required  environmental  review  and  satisfaction  of  certain  conditions,  including  (1)  the  SFPUC 
Commission’s  review  and  acceptance  of  the  environmental  condition  of  2000  Marin;  (2)  the 
SFPUC’s  de-commissioning  of  the  HP  Tank  by  abandoning  it  in  place  at  639  Bryant;  and  (3)  the 
Board  of  Supervisors’  waiver  of  certain  development  impact  fees  in  exchange  for  Developer’s 
dedication  of  a  public  park  to  the  City  as  part  of  the  Developer’s  Project  (Park  Fee  Waiver);  and 

WHEREAS,  Developer’s  obligation  to  complete  the  Exchange  Transaction  is  conditioned 
on,  among  other  things,  the  Board  of  Supervisors’  approval  of  the  Park  Fee  Waiver;  and 

WHEREAS,  The  fair  market  value  of  the  City  Property  is  $63,875,000,  as  determined  by 
a  MAI  appraisal  by  Clifford  Advisory,  LLC  dated  May  15,  2018;  and 


WHEREAS,  The  fair  market  value  of  2000  Marin  is  $63,600,000,  as  determined  by  a  MAI 
appraisal  by  Clifford  Advisory,  LLC,  both  dated  July  2,  2018;  and 

WHEREAS,  In  addition  to  providing  for  the  exchange  of  2000  Marin  for  the  City  Property, 
the  Amended  Agreement  also  provides  for  additional  consideration  from  the  Developer;  and 

WHEREAS,  The  SFPUC  intends  to  use  2000  Marin  for  utility  purposes  after  the  SFPUC 
undertakes  a  facility  planning  process  to  determines  the  optimal  use  of  all  of  its  property  in  the 
City,  including  2000  Marin,  and  the  scope  of  improvements  necessary  for  such  use;  now, 
therefore,  be  it 

RESOLVED,  This  Commission  hereby  finds  that  existing  space  for  the  Power  Enterprise 
at  the  City  Property  and  the  City  Distribution  Division  (CDD)  of  the  SFPUC  Water  Enterprise  at 
1990  Newcomb  Avenue  in  San  Francisco  will  not  meet  the  SFPUC's  anticipated  future  utility  yard 
needs  and  both  facilities  require  either  expanding  the  existing  facilities  or  securing  replacement 
facilities  soon;  and  be  it 

FURTHER  RESOLVED,  That  the  SFPUC  is  undertaking  scheduled  repair  and 
replacement  projects  for  all  three  enterprises  and  at  various  locations  in  San  Francisco  in  the  near 
term  and  has  immediate  need  for  additional  space  for  storage  of  equipment  and  vehicles  and 
temporary  relocation  of  existing  uses  near  its  operational  facilities.  When  specific  plans  are 
developed  for  any  of  these  facilities,  they  will  undergo  CEQA  review  and  consideration  by  this 
Commission  prior  to  their  approval;  and  be  it 

FURTHER  RESOLVED,  That  2000  Marin  presents  an  extremely  rare  opportunity  for  the 
SFPUC  to  acquire  industrial  property  with  a  sufficient  area  to  meet  its  critical  utility  yard  needs, 
particularly  as  the  population  in  San  Francisco  increases,  and  the  three  SFPUC  enterprises  expand 
their  operations  to  meet  increased  utility  demand;  and  be  it 

FURTHER  RESOLVED,  That  the  SFPUC’s  acquisition  of  2000  Marin  under  the  terms 
and  conditions  stated  in  the  proposed  Amended  Agreement  could  allow  improved  and  more 
integrated  SFPUC  utilityyard  operations  for  the  SFPUC  on  a  site  that  is  five  times  larger  than  the 
City  Property,  with  a  location  near  the  SFPUC’s  Southeast  Treatment  Plant  and  CDD  and  excellent 
access  to  public  transportation,  and  will  reduce  the  need  for  leased  space  for  storage  and 
construction  staging;  and  be  it 

FURTHER  RESOLVED,  That,  following  acquisition  of  2000  Marin,  the  SFPUC  intends 
to  undertake  a  long-term  facility  master  planning  process  to  determine  the  optimal  use  of  2000 
Marin  as  well  as  other  SFPUC  property  in  the  City,  and  this  Commission  will  have  an  opportunity 
to  review  and  approval  such  plans  upon  completion  of  all  necessary  technical,  feasibility,  planning, 
and  environmental  reviews;  and  be  it 

•  -v  v 

*•  •  J  ’  -v 

FURTHER  RESOLVED,  That  this  Commission  has  reviewed  the  Phase  II  Report  and 
environmental  remediation  cost  estimate  for  a  potential  use  of  2000  Marin  on  file  with  the 
Commission  Secretary  and  finds  that  the  additional  consideration  being  provided  by  the  Developer 
and  the  opportunity  to  acquire  one  of  the  last  large  industrial  parcels  in  San  Francisco  justifies 
proceeding  with  the  Exchange  Transaction  notwithstanding  the  potential  substantial  cost  of  future 
hazardous  materials  remediation  at  2000  Marin,  and  acknowledges  that  such  costs  will  ultimately 


depend  upon  SFPUC’s  plans  for  its  future  use  of  2000  Marin,  which  is  to  be  determined  and 
approved  by  the  Commission  at  a  later  date  following  completion  of  environmental  review  for  any 
such  project;  and  be  it 

FURTHER  RESOLVED,  That  after  Close  of  Escrow  when  the  SFPUC  acquires  2000 
Marin,  the  City  Property  will  be  surplus  to  the  SFPUC’s  utility  needs;  and,  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  ratifies,  approves,  and  approves 
all  actions  heretofore  taken  by  any  City  official  in  connection  with  this  Amended  Agreement;  and, 
be  it 

FURTHER  RESOLVED,  That  this  Commission  authorizes  the  General  Manager  of  the 
SFPUC  and/or  City’s  Director  of  Property  to  seek  approval  of  the  Amended  Agreement  by 
City’s  Board  of  Supervisors  and  the  Mayor,  and  upon  such  approval,  to  execute  the  Agreement 
in  substantially  the  same  form  presented  to  this  Commission;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  SFPUC  General 
Manager  and/or  the  Director  of  Property  to  enter  into  any  amendments  or  modifications  to  this 
Amended  Agreement,  including  without  limitation,  the  exhibits,  that  the  General  Manager  or 
Director  of  Property  determines,  in  consultation  with  the  City  Attorney,  are  in  the  best  interest  of 
the  City,  do  not  materially  increase  the  obligations  or  liabilities  of  the  City,  are  necessary  or 
advisable  to  effectuate  the  purposes  and  intent  of  the  Amended  Agreement  or  this  resolution,  and 
are  in  compliance  with  all  applicable  laws,  including  the  City  Charter;  and,  be  it 

FURTHER  RESOLVED,  That,  upon  approval  by  City's  Board  of  Supervisors  and  the 
Mayor  and  the  consummation  of  the  proposed  Exchange  Transaction,  this  Commission  authorizes 
the  Director  of  Property  and/or  the  SFPUC  General  Manager  to  execute  and  deliver  a  quitclaim 
deed  conveying  the  City  Property  to  Developer;  and,  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  SFPUC  General 
Manager  and/or  the  Director  of  Property  to  enter  into  any  amendments  or  modifications  to  the 
Amended  Agreement,  including  without  limitation,  the  exhibits,  that  the  General  Manager  or 
Director  of  Property  determines,  in  consultation  with  the  City  Attorney,  are  in  the  best  interest  of 
the  City;  do  not  materially  increase  the  obligations  or  liabilities  of  the  City;  are  necessary  or 
advisable  to  effectuate  the  purposes  and  intent  of  the  Agreement  or  this  resolution;  and  are  in 
compliance  with  all  applicable  laws,  including  the  City  Charter. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  November  26,  2019. 


Secretary,  Public  Utilities  Commission 
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For  information,  contact  the  Commission  Secretary  at  415-554-3165 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site: 

www.sfwater.org 

Gavel-to-Gavel  coverage  available  at: 

http://sanfrancisco.qranicus.comA/iewPublisher.php7view  id=22 


Accessible  Meeting  Policy:  The  San  Francisco  Public  Utilities  Commission  meeting  will  be  held  in  Room  400, 
at  1  Dr.  Carlton  B.  Goodlett  Place  (400  Van  Ness  Ave.),  San  Francisco,  CA.  The  closest  accessible  BART 
station  is  the  Civic  Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible  MUNI  lines  serving  this 
location  are:  MUNI  Metro  Lines  J-Church,  K-Ingleside,  L-Taraval,  M-Ocean  View,  N-Judah  and  T-Third  at  Van 
Ness  and  Civic  Center  Stations;  F-Market;  19-Polk,  47-Van  Ness;  49-Mission-Van  Ness;  5-Fulton;  6-Parnassus, 
21-Hayes;  9-San  Bruno;  and  7-Haight  Noriega.  For  information  about  MUNI  accessible  services  call  701.4485. 

The  meeting  room  is  wheelchair  accessible.  Accessible  curbside  parking  spaces  have  been  designated  on  the 
Van  Ness  Avenue  and  McAllister  Street  perimeters  of  City  Hall  for  mobility-impaired  persons.  There  is 
accessible  parking  available  within  the  Civic  Center  Underground  Parking  Garage  at  the  corner  of  McAllister 
and  Polk  Streets,  and  within  the  Performing  Arts  Parking  Garage  at  Grove  and  Franklin  Streets. 

To  obtain  a  disability-related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain  meeting 
materials  in  alternative  format,  please  contact  Donna  Hood  at  415.554.3165.  Providing  at  least  72  hours  notice 
will  help  to  ensure  availability.  Written  reports  or  background  materials  for  calendar  items  are  available  for 
public  inspection  and  copying  at  525  Golden  Gate  Ave.,  13th  Floor  during  regular  business  hours  and  are 
available  on-line  at  http://www. sfwater.org/index. aspx?paqe::::1 67. 

To  assist  the  City’s  efforts  to  accommodate  persons  with  severe  allergies,  environmental  illnesses,  multiple 
chemical  sensitivity  or  related  disabilities,  attendees  at  public  meetings  are  reminded  that  other  attendees  may 
be  sensitive  to  various  chemical  based  products.  Please  help  the  City  to  accommodate  these  individuals. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are  prohibited 
at  this  meeting.  Please  be  advised  that  the  President  may  order  the  removal  from  the  meeting  room  of  any 
person(s)  responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other  similar  sound-producing 
electronic  devices. 

Know  Your  Rights  Under  the  Sunshine  Ordinance:  Government's  duty  is  to  serve  the  public,  reaching  its 
decision  in  full  view  of  the  public.  Commissions,  boards,  councils  and  other  agencies  of  the  City  and  County 
exist  to  conduct  the  people's  business.  This  ordinance  assures  that  deliberations  are  conducted  before  the 
people  and  that  City  operations  are  open  to  the  people's  review.  For  more  information  on  your  rights  under 
the  Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance,  contact  Administrator,  by  mail  to  Sunshine 
Ordinance  Task  Force,  1  Dr.  Carlton  B.  Goodlett  Place,  Room  244,  San  Francisco,  CA  94102.4689;  by 
phone  at  554.7724;  by  fax  at  554.7854;  or  by  email  at  sotf@sfgov.org. 

Copies  of  the  Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San 
Francisco  Public  Library  and  on  the  City’s  website  at  http://www.sfgov.org. 
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Lobbyist  Registration  and  Reporting  Requirements:  Individuals  and  entities  that  influence  or  attempt  to 
influence  local  legislative  or  administrative  action  may  be  required  by  the  San  Francisco  Lobbyist  Ordinance  [SF 
Campaign  &  Governmental  Conduct  Code  §2.100]  to  register  and  report  lobbying  activity.  For  more  information 
about  the  Lobbyist  Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van  Ness  Avenue, 
Suite  220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax  (415)  252-3112;  web  site  at 
www.sfqov.org/ethics. 

CEQA  Appeal  Rights  under  Chapter  31  of  the  San  Francisco  Administrative  Code:  If  the  Commission’s 
action  on  a  project  constitutes  the  Approval  Action  for  that  project  (as  defined  in  S.F.  Administrative  Code 
Chapter  31,  as  amended,  Board  of  Supervisors  Ordinance  Number  161-13),  then  the  CEQA  determination 
prepared  in  support  of  that  Approval  Action  is  thereafter  subject  to  appeal  within  the  time  frame  specified  in  S.F. 
Administrative  Code  Section  31.16.  Typically,  an  appeal  must  be  filed  within  30  calendar  days  of  the  Approval 
Action  for  a  project  that  has  received  an  exemption  or  negative  declaration  pursuant  to  CEQA.  For  information 
on  filing  an  appeal  under  Chapter  31 ,  contact  the  Clerk  of  the  Board  of  Supervisors  at  City  Hall,  1  Dr.  Carlton  B. 
Goodlett  Place,  Room  244,  San  Francisco,  CA  94102,  or  call  (415)554-5184.  If  the  Planning  Department’s 
Environmental  Review  Officer  has  deemed  a  project  to  be  exempt  from  further  environmental  review,  an 
exemption  determination  has  been  prepared  and  can  be  obtained  on-line  at  http://www.sf- 
planninq.org/index. aspx?paqe=3447. Under  CEQA,  in  a  later  court  challenge,  a  litigant  may  be  limited  to  raising 
only  those  issues  previously  raised  at  a  hearing  on  the  project  or  in  written  correspondence  delivered  to  the 
Board  of  Supervisors,  Planning  Commission,  Planning  Department  or  San  Francisco  Public  Utilities 
Commission  at,  or  prior  to,  such  hearing,  or  as  part  of  the  appeal  hearing  process  on  the  CEQA  decision. 


ORDER  OF  BUSINESS 


1.  Call  to  Order 

2.  Roll  Call 

3.  Approval  of  the  Minutes  of  November  26,  2019 

4.  General  Public  Comment  (discussion  only) 

Members  of  the  public  may  address  the  Commission  on  matters  that  are 
within  the  Commission’s  jurisdiction  and  are  not  on  today’s  agenda. 

5.  Communications  (discussion  only) 

a)  Advance  Calendar 

b)  Correspondence  Log 

c)  Contract  Advertisement  Report 

d)  Annual  Water  Resources  Division  Report 

e)  Annual  Water  Supply  Development  Report 

f)  Water  Supply  Conditions  Update 

6.  Citizens’  Advisory  Committee  Update  (discussion  only)  (Zock) 

7.  Report  of  the  General  Manager  (discussion  only) 

a)  Bay  Delta  Water  Quality  Control  Plan  Update 

b)  Sewer  System  Improvement  Program  Quarterly  Report 

c)  Wastewater  Enterprise  Capital  Improvement  Program  Quarterly  Report 

d)  Update  on  PG&E’s  Bankruptcy  and  City’s  Acquisition  Offer 

e)  Report  on  Recent  San  Francisco  Public  Utilities  Commission  Activities, 
Events  and  Announcements 

8.  Update  on  San  Francisco’s  Sea  Level  Rise  Action  Plan  and  Next  Steps 

(discussion  only)  (Norby) 

9.  Update  on  Disaster  Recovery  and  Resiliency  Planning  as  it  relates  to  the 

Sewer  System  Improvement  Program  (discussion  only)  (Norby) 

10.  Discussion  of  informational  presentation  by  the  San  Francisco  Public  Utilities 
Commission  on  the  City’s  water  supply  planning  process  to  be  presented  at 
the  December  12,  2019  Planning  Commission  meeting  (discussion  only) 

(Ritchie) 

1 1 .  New  Commission  Business  (discussion  only) 

The  following  matters  before  the  San  Francisco  Public  Utilities  Commission  are 
recommended  for  action  as  stated  by  the  General  Manager  and  City  Attorney, 
where  applicable.  Explanatory  documents  provided  to  the  Commission  in 
connection  with  this  agenda  are  available  for  public  inspection  and  copying  at  the 
Office  of  the  Commission  Secretary,  525  Golden  Gate  Avenue,  13th  Floor,  San 
Francisco,  CA  94102;  Telephone:  (415)  554-3165;  Fax:  (415)  554-3424;  and  are 
available  on-line  at  http://www. sfwater. orq/index. aspx?page-1 6 7 


CONSENT  CALENDAR 


12.  All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to 
be  routine  by  the  San  Francisco  Public  Utilities  Commission  and  will  be  acted 
upon  by  a  single  vote  of  the  Commission.  There  will  be  no  separate  discussion 
of  these  items  unless  a  member  of  the  Commission  or  the  public  so  requests,  in 
which  event  the  matter  will  be  removed  from  the  Calendar  and  considered  as  a 
separate  item. 


a)  Approve  Amendment  No.  1  to  Agreement  No.  CS-388,  River  Ecosystem 
Science  Support,  with  McBain  Associates  to  continue  providing  hydrologic, 
100229  9eornorPhic-  biological,  and  other  river  ecosystem  science  support  services 
J  *  "  on  an  as-needed  basis,  increasing  the  agreement  amount  by  $700,000  for  a 
total  not-to-exceed  agreement  amount  of  $2,200,000,  and  a  time  extension 
of  four  years  for  a  total  agreement  duration  of  nine  years;  and  authorize  the 
General  Manager  to  execute  this  amendment.  (Ritchie) 


b)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WD-2693,  8- 
Inch  and  12-Inch  Ductile  Iron  Water  Main  Replacement  on  21st,  Bryant, 
1S0230  Ford,  Hancock,  and  Cumberland  Streets,  in  the  amount  of  $3,861 ,835,  and 
with  a  duration  of  585  consecutive  calendar  days  (approximately  one  year 
and  eight  months),  to  the  responsible  bidder  that  submitted  the  lowest 
responsive  bid,  M  Squared  Construction,  Inc.  This  action  constitutes  the 
Approval  Action  for  the  project  for  the  purposes  of  CEQA,  pursuant  to 
Section  31 .04(h)  of  the  San  Francisco  Administrative  Code.  (How) 


1  °023  ?  c)  Accept  work  performed  by  D’Arcy  &  Harty  Construction,  Inc.  for  Contract 
No.  WW-636,  Various  Locations  Sewer  Replacement  and  Pavement 
Renovation  No.  4;  approve  Modification  No.  4  (Final),  decreasing  the 
contract  amount  by  $24,447,  for  a  total  contract  amount  of  $5,037,565,  and 
a  total  contract  duration  of  578  consecutive  calendar  days  (approximately 
one  year  and  seven  months);  and  authorize  final  payment  to  the  contractor. 

(How) 


REGULAR  CALENDAR 


13.  Approve  the  plans  and  specifications,  and  award  Contract  No.  WD-2794B, 

1  °0?32  Sunol  Long  Term  Improvements  -  Alameda  Creek  Watershed  Center,  in  the 
*  J  ^  ^  amount  of  $27,577,000,  with  a  duration  of  690  consecutive  calendar  days 

(approximately  one  year  and  1 1  months),  to  the  responsible  bidder  submitting 
the  lowest  responsive  bid,  S.J.  Amoroso  Construction,  Inc.,  to  construct  a  new 
Alameda  Creek  Watershed  Center  and  a  2.5-acre  landscape  area  that 
resembles  the  middle  and  upper  reaches  of  the  Alameda  Creek.  (How) 


t  00  9°  T14,  Authorize  the  release  of  $391 ,392  in  construction  funding  for  the  Green 
I D U Z o o  Infrastructure  Grant  awarded  to  the  San  Francisco  Unified  School  District  by 

the  San  Francisco  Public  Utilities  Commission  on  June  11, 2019  by  Resolution 
No.  19-0118,  to  construct  stormwater  management  features  at  Lafayette 
Elementary  School.  (Norby) 


15. 


1 ‘30234 


16. 

190235 


17. 

130236 


19023? 


19. 

130238 


20. 

21. 


Adopt  a  resolution  approving  the  2020  update  to  the  San  Francisco  Public 
Utilities  Commission  Wildfire  Mitigation  Plan,  pursuant  to  Public  Utilities  Code 
§  8387.  Section  (b)(1 )  of  Code  8387  requires  an  annual  update  to  the  plan,  and 
that  the  plan  be  submitted  to  the  California  Wildfire  Safety  Advisory  Board  on  or 
before  July  1 , 2020.  (Ritchie) 

Approve  resolution  modifying  the  San  Francisco  Public  Utilities  Commission’s 
Onsite  Water  Reuse  Grant  Program  Rules  to  (1)  expand  eligibility  to  certain 
projects  that  are  installing  onsite  water  systems  on  a  mandatory  basis  in 
compliance  with  the  Non-potable  Water  Ordinance  (NPO)  that  go  above  and 
beyond  Baseline  NPO  Compliance  (referred  to  as  “Above  and  Beyond 
Projects”),  (2)  specify  that  eligibility  of  Above  and  Beyond  Projects  that  consist 
of  multiple  buildings  is  limited  to  projects  using  a  district-scale  project  approach, 
not  projects  using  a  building-scale  approach,  (3)  require  all  projects  to  estimate 
the  energy  offset  that  could  be  achieved  by  the  project  through  the  installation  of 
a  wastewater  heat  recovery  system;  and  (4)  require  Above  and  Beyond  projects 
that  consist  of  mixed-use  and  multi-family  residential  buildings  that  are  seeking 
grant  funding  to  install  a  wastewater  heat  recovery  system.  (Ritchie) 

Approve  a  resolution  endorsing  CleanPowerSF’s  plan  to  transition  residential 
customers  to  time-of-use  (TOU)  as  the  default  rate  and  to  provide  bill 
protection  in  the  form  of  a  one-time  credit  bill  credit  after  the  first  year  of  TOU 
service,  and  direct  staff  to  return  to  the  Commission  with  a  proposed  TOU  rate 
structure  for  consideration  and  possible  implementation  in  2020.  (Sandler) 

Adopt  a  Policy  on  Discontinuation  of  Residential  Water  Service  for 
Nonpayment  in  accordance  with  the  California  Water  Shutoff  Protection  Act, 
the  California  Water  Shutoff  Protection  Act  California  Health  &  Safety  Code 
Section  116900  et  seq.,  and  amend  Section  D,  Rules  4  and  5  of  the  San 
Francisco  Public  Utilities  Commission  Rules  and  Regulations  Governing  Water 
Service  to  Customers  to  reference  such  policy.  (Sandler) 

Approve  and  authorize  the  General  Manager  to  execute  (1)  an  agreement 
between  the  Bay  Area  Water  Supply  and  Conservation  Agency  (BAWSCA)  and 
the  San  Francisco  Public  Utilities  Commission  (SFPUC)  regarding  the  operation 
and  allocation  of  costs  for  the  BAWSCA  Pilot  Water  Transfer  to  take  place  in 
January  2020,  and  (2)  an  agreement  among  the  City  of  Hayward,  East  Bay 
Municipal  Utility  District,  and  the  SFPUC  regarding  the  one-time  use  of  the 
Hayward  Intertie  for  the  BAWSCA  Pilot  Water  T ransfer.  (Ritchie) 

Public  Comment  on  matters  to  be  addressed  during  Closed  Session 

Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters 
listed  below  as  Conference  with  Legal  Counsel 


The  Commission  will  go  into  Closed  Session  to  discuss  the  following  items: 

22.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1)  (Gessner) 


Existing  Litigation 

Luz  de  Verano  Cervantes  v.  City  and  County  of  San  Francisco,  et  al. 

130239  San  Francisco  Superior  Court  Case  No.  CGC-1 8-566598/Date  Filed:  May  16, 
2018.  Proposed  settlement  of  lawsuit  with  plaintiffs  release  of  lawsuit  and  the 
City  to  pay  plaintiff  $49,500. 

23.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1 )  (discussion  only)  (Mueller) 

Existing  Litigation 

Pacific  Gas  &  Electric  Corporation 

Case  No.  19-30088/Date  Filed:  January  29,  2019 

Case  No.  19-30089/Date  Filed:  January  29,  2019 

United  States  Bankruptcy  Court,  Northern  District  of  California 

24.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section 
67.10(d)  (1)  (discussion  only)  (Mueller) 

Existing  Litigation 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 
Docket  No.  ELI  9-38-000/Date  Filed:  January  28,  2019  Federal  Energy 
Regulatory  Commission 

25.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1)  (discussion  only)  (Mueller) 

Existing  Litigation 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Federal  Energy 
Regulatory  Commission  Complaint  under  Sections  206  and  306  of  the  Federal 
Power  Act. 

Case  No.  ELI  5-3-000/Date  Filed:  October  9,  2014 
Following  Closed  Session,  the  Commission  will  reconvene  in  Open  Session 

26.  Announcement  Following  Closed  Session 

27.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session 
pursuant  to  San  Francisco  Administrative  Code  Section  67.12  (a) 


28.  Adjournment 
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1 .  Call  to  Order 

Vice  President  (VP)  Vietor  called  the  meeting  to  order  at  1:36  PM. 

2.  Roll  Call 

Present:  Vietor,  Moran,  and  Maxwell 
Excused  Absence:  Caen 
Commissioner  Paulson  arrived  at  1:37  PM. 

3.  Approval  of  the  Minutes  of  November  26,  2019 

On  Motion  to  approve  the  Minutes  of  November  26,  2019: 

Ayes:  Vietor,  Moran,  and  Maxwell 

Commissioner  Paulson  arrived  at  1:37  PM. 

4.  General  Public  Comment 

•  Francisco  Da  Costa  discussed  flooding  issues  on  Folsom  St.  and  the  City’s 
response;  electric  service  provided  to  Treasure  Island;  and  responsibility 
during  blackouts. 

5.  Communications 

a)  Advance  Calendar 

b)  Correspondence  Log 

c)  Contract  Advertisement  Report 

d)  Annual  Water  Resources  Division  Report 

e)  Annual  Water  Supply  Development  Report 

f)  Water  Supply  Conditions  Update 

No  public  comment. 

6.  Citizens’  Advisory  Committee  (CAC)  Update 

Tracy  Zock,  CAC  Chair,  indicated  that  she  is  near  the  end  of  her  two-year 
term.  She  reviewed  three  resolutions  passed  by  the  CAC:  (1)  Resolution  in 
support  of  SFPUC  Class  A  Biosolids  Local  Distribution  Program,  (2) 
Resolution  in  support  of  improved  communications  related  to  the  San 
Francisco  Groundwater  Supply  Project,  and  (3)  Resolution  in  support  of 
fostering  a  skilled  and  diverse  utility  workforce  by  the  SFPUC. 

She  discussed  the  CAC’s  request  for  a  staffing  position  and  the  subsequent 
denial  by  the  Mayor’s  Office.  She  asked  for  the  Commission’s  assistance  in 
urging  the  Mayor’s  Office  to  approve  the  position. 

In  response  to  a  question  from  Commissioner  Maxwell,  Chair  Zock  further 
discussed  Resolution  number  three. 

General  Manager  Kelly,  Jr.  provided  additional  comments  on  the  position 
request. 

Public  Comment 
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•  Francisco  DaCosta  discussed  the  importance  of  career  jobs. 

7.  Report  of  the  General  Manager 

a)  Bay  Delta  Water  Quality  Control  Plan  Update 

Steve  Ritchie,  Assistant  General  Manager  (AGM)  Water,  indicated  the 
State  Board’s  report  has  not  yet  been  released.  He  indicated  the  State 
has  released  modeling  results  (no  data).  He  noted  the  next  State  Board 
meeting  will  be  in  January. 

AGM  Ritchie  responded  to  a  question  from  VP  Vietor  regarding  water 
release  during  high  water  years,  and  the  next  steps  with  the  State. 

No  public  comment. 

b)  Sewer  System  Improvement  Program  (SSIP)  Quarterly  Report 

GM  Kelly  introduced  the  new  SSIP  Director,  Stephen  Robinson,  who 
provided  the  quarterly  report:  (1)  Program  Status  (34.7%  complete  with 
$2.080B  expended),  (2)  Biosolids  Digester  Facilities  Project,  (3) 
Southeast  Plant  (SEP)  New  Headworks  Facilities  Project,  (4)  SEP 
Seismic  Reliability  and  Condition  Assessment  Improvements,  (5)  Force 
Main  at  Embarcadero  and  Jackson  Streets,  (6)  Other  Phase  1  Projects, 
(7)  current  conditions,  and  (8)  Other  program  updates. 

Director  Robinson  responded  to  a  question  from  Commissioner  Paulson 
regarding  the  role  of  Young  Community  Developers. 

In  response  to  a  question  from  Commissioner  Maxwell,  Mr.  Robinson 
described  what  he  brings  to  his  new  role  as  SSIP  Director. 

Director  Robinson  responded  to  a  request  from  VP  Vietor  to  describe  his 
views  on  Green  Infrastructure  and  Climate  Resiliency. 

No  public  comment. 

c)  Wastewater  Enterprise  Capital  Improvement  Program  Quarterly  Report 

Director  Robinson  reviewed  three  capital  projects  with  forecast  delays  or 
cost  variance:  (1)  Kansas  &  Marin  Streets  Improvement  Projects,  (2) 
Geary  Bus  Rapid  Transit,  and  (3)  New  Treasure  Island  Wastewater 
Treatment  Plant. 

No  public  comment. 

d)  Update  on  PG&E’s  Bankruptcy  and  City’s  Acquisition  Offer 
Barbara  Hale,  AGM  Power,  provided  updates  regarding  PGE’s 
bankruptcy,  PG&E’s  claims  cases,  and  California  regulatory  and 
legislative  activities. 

No  public  comment. 
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e)  Report  on  Recent  San  Francisco  Public  Utilities  Commission  Activities, 

Events  and  Announcements 

Chris  McDaniels,  Sewer  Operations  Manager,  provided  a  brief  update  on 
the  recent  storm  event,  subsequent  flooding,  and  response  efforts.  He 
stated  that  the  SFPUC  uses  the  National  Oceanic  and  Atmospheric 
Administration  (NOAA)  forecasts  during  a  storm  event  to  determine  rain 
levels.  He  discussed  “thresholds”  which  dictate  actions.  Forecasts  of  .25” 
or  less  sewer  operations  are  normal,  .50”  additional  resources  are  need, 

.  75”  equipment  and  labor  are  placed  throughout  the  City  to  shorten 
response  time,  and  1”  or  more  flood  barriers  are  deployed  at  17th  and 
Folsom  Streets.  He  noted  NOAA’s  weekend  predictions  were  .50”  to 
.  75”,  but  1.6”  inches  of  rain  occurred  in  one  hour  with,  which  left  little 
time  to  deploy  additional  resources. 

Mr.  McDaniel  responded  to  a  question  from  Commissioner  Maxwell  as  to 
how  procedures,  thresholds,  and  priorities  will  be  evaluated  in  the  future. 
GM  Kelly  provided  additional  comment. 

No  public  comment. 

The  Commission  Secretary  called  item  9  out  of  order. 

9.  Update  on  Disaster  Recovery  and  Resiliency  Planning  as  it  relates  to  the 

Sewer  System  Improvement  Program 

Greg  Norby,  AGM  Wastewater,  presented  five  Seismic  Reliability  Level-of- 
Service  objectives.  He  focused  on  Objective  2  minimize  public  health  and 
safety  impacts  in  the  first  72  hours;  Objective  3  ensure  facilities  are  on-line  to 
convey  dry  weather  flows  for  treatment  within  72  hours;  and  Objective  4 
provide  dry  weather  primary  treatment  and  disinfection  within  72  hours. 

He  reviewed  current  areas  of  focus  for  Operational  Emergency  Planning. 

No  public  comment. 

8.  Update  on  San  Francisco’s  Sea  Level  Rise  Action  Plan  and  Next  Steps 

Anna  Roche,  Project  Manager  and  member  of  the  Sea  Level  Rise 
Coordinating  Committee,  provided  an  overview  of  Sea  Level  Rise  and 
Consequence  Assessment.  She  noted  a  report  is  expected  to  be  published 
in  early  2020.  Ms.  Roche  reviewed  the  process  involved  in  the  report’s 
creation  (define  process,  data  collection,  and  action),  discussed  vulnerability 
and  risk  assessment,  and  reviewed  assets  and  neighborhoods  determined  to 
most  vulnerable  as  per  the  Vulnerability  and  Consequences  Assessment. 

She  turned  to  potential  impacts  to  SFPUC  assets:  Water  (Regional  Water 
System  (Bay  Crossing)  and  Local  Water  System  pump  stations);  Wastewater 
(treatment  plants,  combined  sewer  discharge,  pump  stations,  and  potential 
flood  pathways);  Power  (interrelation  to  PG&E  assets). 
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She  discussed  on-going  work  the  City  is  taking  to  address  Sea  Level  Rise: 
project  adaption,  district-scale  adaption,  and  Ocean  Beach  Climate  Adaption 
Project. 

She  concluded  with  next  steps  for  Citywide  resilience:  Sea  Level  Rise 
Capital  Planning  guidance,  Hazards  and  Climate  Resilience  Plan,  and 
Citywide  Climate  Resilience. 

Mr.  Brian  Strong,  Director,  Office  of  Resilience  and  Capital  Planning, 
continued  with  an  overview  of  the  Hazards  and  Climate  Resilience  Plan.  He 
reviewed  (1)  Scope  and  Timeline,  (2)  Goals,  (3)  Multi-Hazard  Plan  (13 
primary  (natural)  hazards  in  four  categories);  (4)  standard  hazard  profile,  (5) 
asset  categories,  (6)  vulnerability  and  consequence  profiles,  (7)  stakeholder 
engagement,  (8)  strategies  (includes  over  90  strategies  to  mitigate  risk),  and 
(9)  review  of  sample  strategies  within  different  hazard  categories.  He 
concluded  with  a  review  of  SFPUC-led  strategies. 

Mr.  Strong  and  Ms.  Roche  responded  to  questions  from  Commissioner 
Maxwell  as  to  the  whether  the  inclusion  of  watersheds  and  low-lying  areas 
are  being  considered. 

Director  Strong  responded  to  questions  from  VP  Vietor  regarding  strategies 
not  on  the  list,  and  asked  about  financing/funding  sources. 

Commissioner  Paulson  thanked  staff  for  the  presentation  and  good  work. 

Commissioner  Moran  asked  about  how  the  issues  play  at  the  Southeast 
Plant  (SEP).  GM  Kelly  provided  response. 

No  public  comment. 

10.  Discussion  of  informational  presentation  by  the  San  Francisco  Public  Utilities 

Commission  on  the  City’s  water  supply  planning  process  to  be  presented  at 

the  December  12.  2019  Planning  Commission  meeting 
AGM  Ritchie  provided  an  overview  of  a  presentation  titled  “SFPUC  Water 
Supply  Planning:  Requirements  and  Our  Approach  Based  on  Experience”, 
that  he  will  present  to  the  San  Francisco  Planning  Commission  on  December 
12,  2019. 

AGM  Ritchie  responded  to  a  question  from  VP  Vietor  regarding  the  eight- 
year  drought  and  265  MGD  demand. 

Commissioner  Moran  noted  that  the  presentation  came  about  due  to  the 
rash  of  Water  Supply  Assessments  and  the  Bay  Delta  Plan.  Key  takeaways 
he  hoped  are  conveyed  to  the  Planning  Commission  include:  the  planning 
scenario  is  not  arbitrary  but  is  rather  a  judgement  based  on  experience; 
water  supply  challenges  exist  with  or  without  the  State  Board  order  that 
requires  various  water  supply  projects;  challenge  presented  by  State  Board 
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Plan  is  significant  and  50%  curtailment  is  not  okay.  He  expressed 
appreciation  for  the  graph  discussing  265  MGD.  Brief  discussion  ensued. 

No  public  comment. 

1 1 .  New  Commission  Business 
None. 


12.  Consent  Calendar 

a)  Approve  Amendment  No.  1  to  Agreement  No.  CS-388,  River  Ecosystem 

Science  Support,  with  McBain  Associates  to  continue  providing  hydrologic, 

qeomorphic,  biological,  and  other  river  ecosystem  science  support  services 

on  an  as-needed  basis,  increasing  the  agreement  amount  by  $700,000  for  a 

total  not-to-exceed  agreement  amount  of  $2,200,000,  and  a  time  extension 


of  four  years  for  a  total  agreement  duration  of  nine  years;  and  authorize  the 

General  Manager  to  execute  this  amendment.  (Resolution  19-0229) 

b)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WD-2693,  8- 

Inch  and  12-Inch  Ductile  Iron  Water  Main  Replacement  on  21st,  Bryant, 

Ford,  Hancock,  and  Cumberland  Streets,  in  the  amount  of  $3,861 ,835,  and 


c) 


with  a  duration  of  585  consecutive  calendar  days,  to  the  responsible  bidder 

that  submitted  the  lowest  responsive  bid,  M  Squared  Construction,  Inc.  This 

action  constitutes  the  Approval  Action  for  the  project  for  the  purposes  of 

CEQA,  pursuant  to  Section  31 .04(h)  of  the  San  Francisco  Administrative 

Code.  (Resolution  19-0230) 

Accept  work  performed  by  D’Arcv  &  Hartv  Construction,  Inc,  for  Contract 

No.  VWV-636,  Various  Locations  Sewer  Replacement  and  Pavement 

Renovation  No.  4;  approve  Modification  No.  4  (Final),  decreasing  the 


contract  amount  by  $24,447,  for  a  total  contract  amount  of  $5,037,565,  and 


a  total  contract  duration  of  578  consecutive  calendar  days;  and  authorize 

final  payment  to  the  contractor.  (Resolution  19-0231) 

On  Motion  to  approve  Consent  Calendar  items  10a  thorough  lOf: 

Ayes:  Vietor,  Moran,  Maxwell  and  Paulson 

No  public  comment. 

13.  Approve  the  plans  and  specifications,  and  award  Contract  No.  WD-2794B, 

Sunol  Long  Term  Improvements  -  Alameda  Creek  Watershed  Center,  in  the 

amount  of  $27,577,000,  with  a  duration  of  690  consecutive  calendar  days,  to  the 


responsible  bidder  submitting  the  lowest  responsive  bid,  S.J.  Amoroso 
Construction,  Inc.,  to  construct  a  new  Alameda  Creek  Watershed  Center  and  a 

2.5-acre  landscape  area  that  resembles  the  middle  and  upper  reaches  of  the 

Alameda  Creek.  (Resolution  19-0232) 

Dan  Wade,  Director  of  Water  Capital  Projects  and  Programs,  informed  the 
Commission  that  he  resigned  his  position  for  private-sector  work.  He  expressed 
thanks  for  the  opportunities  that  have  been  provided,  for  the  Commission’s 
support,  and  for  the  support  of  the  General  Manager,  AGM  How,  and  staff. 
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Mr.  Wade  introduce  the  item  and  requested  approval. 

VP  Vietor  and  Commissioner  Moran  thanked  Mr.  Wade  for  his  work  and 
congratulated  him  on  his  new  position. 

On  Motion  to  approve  Consent  Calendar  item  13: 

Ayes:  Vietor,  Moran,  Maxwell  and  Paulson 

No  public  comment. 

14.  Authorize  the  release  of  $391 .392  in  construction  funding  for  the  Green 
Infrastructure  Grant  awarded  to  the  San  Francisco  Unified  School  District  by  the 

San  Francisco  Public  Utilities  Commission  on  June  11, 2019  by  Resolution  No. 

19-0118,  to  construct  stormwater  management  features  at  Lafayette  Elementary 

School.  (Resolution  19-0233) 

On  Motion  to  approve  Consent  Calendar  items  14: 

Ayes:  Vietor,  Moran,  Maxwell  and  Paulson 

No  public  comment. 

15.  Adopt  a  resolution  approving  the  2020  update  to  the  San  Francisco  Public 
Utilities  Commission  Wildfire  Mitigation  Plan,  pursuant  to  Public  Utilities  Code  $ 

8387.  Section  (b)(1)  of  Code  8387  requires  an  annual  update  to  the  plan,  and 

that  the  plan  be  submitted  to  the  California  Wildfire  Safety  Advisory  Board  on  or 

before  July  1, 2020,  (Resolution  19-0234) 

On  Motion  to  approve  Consent  Calendar  items  15: 

Ayes:  Vietor,  Moran,  Maxwell  and  Paulson 

No  public  comment. 

16.  Approve  resolution  modifying  the  San  Francisco  Public  Utilities  Commission’s 

Onsite  Water  Reuse  Grant  Program  Rules  to  (1)  expand  eligibility  to  certain 

projects  that  are  installing  onsite  water  systems  on  a  mandatory  basis  in 

compliance  with  the  Non-potable  Water  Ordinance  (NPO)  that  go  above  and 

beyond  Baseline  NPO  Compliance  (referred  to  as  “Above  and  Beyond 
Projects”),  (2)  specify  that  eligibility  of  Above  and  Beyond  Projects  that  consist 

of  multiple  buildings  is  limited  to  projects  using  a  district-scale  project  approach, 

not  projects  using  a  building-scale  approach,  (3)  require  all  projects  to  estimate 

the  energy  offset  that  could  be  achieved  by  the  project  through  the  installation  of 

a  wastewater  heat  recovery  system;  and  (4)  require  Above  and  Beyond  projects 

that  consist  of  mixed-use  and  multi-family  residential  buildings  that  are  seeking 

grant  funding  to  install  a  wastewater  heat  recovery  system,  (Resolution  19- 
0235) 

On  Motion  to  approve  Consent  Calendar  items  16: 

Ayes:  Vietor,  Moran,  Maxwell  and  Paulson 

No  public  comment. 
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17.  Approve  a  resolution  endorsing  CleanPowerSF’s  plan  to  transition  residential 

customers  to  time-of-use  (TOU)  as  the  default  rate  and  to  provide  bill  protection 

in  the  form  of  a  one-time  credit  bill  credit  after  the  first  year  of  TOU  service,  and 

direct  staff  to  return  to  the  Commission  with  a  proposed  TOU  rate  structure  for 

consideration  and  possible  implementation  in  2020.  (Resolution  19-0236) 

On  Motion  to  approve  Consent  Calendar  items  1 7: 

Ayes:  Vietor,  Moran,  Maxwell  and  Paulson 

No  public  comment. 

18.  Adopt  a  Policy  on  Discontinuation  of  Residential  Water  Service  for  Nonpayment 

in  accordance  with  the  California  Water  Shutoff  Protection  Act,  the  California 

Water  Shutoff  Protection  Act  California  Health  &  Safety  Code  Section  116900  et 

sea.,  and  amend  Section  D,  Rules  4  and  5  of  the  San  Francisco  Public  Utilities 

Commission  Rules  and  Regulations  Governing  Water  Service  to  Customers  to 

reference  such  policy.  (Resolution  19-0237) 

Diala  Batshoun,  Customer  Service  Operations  Manager,  provided  a  background 
of  the  Policy,  presented  requirements  of  Senate  Bill  (SB)  998,  reviewed  existing 
SFPUC  rules  and  practices  that  meet  SB  998  requirements,  and  discussed  new 
SB  998  requirements  that  the  SFPUC  must  implement. 

On  Motion  to  approve  Consent  Calendar  items  1 8: 

Ayes:  Vietor,  Moran,  Maxwell  and  Paulson 

No  public  comment. 

19.  Approve  and  authorize  the  General  Manager  to  execute  (1)  an  agreement 
between  the  Bay  Area  Water  Supply  and  Conservation  Agency  (BAWSCA)  and 

the  San  Francisco  Public  Utilities  Commission  (SFPUC)  regarding  the  operation 

and  allocation  of  costs  for  the  BAWSCA  Pilot  Water  Transfer  to  take  place  in 

January  2020,  and  (2)  an  agreement  among  the  City  of  Hayward,  East  Bay 

Municipal  Utility  District,  and  the  SFPUC  regarding  the  one-time  use  of  the 

Hayward  Intertie  for  the  BAWSCA  Pilot  Water  Transfer.  (Resolution  19-0238) 
AGM  Ritchie  introduced  the  item  and  requested  approval. 

On  Motion  to  approve  Consent  Calendar  items  19: 

Ayes:  Vietor,  Moran,  Maxwell  and  Paulson 


Public  Comment 

•  Nicole  Sand  ku  I  la,  BAWSCA  CEO,  noted  the  pilot  is  a  significant  effort.  She 
stated  BAWSCA’s  expectation  is  to  prepare  a  report  and  present  to  the 
Commission  when  complete. 

20.  Public  Comment  on  matters  to  be  addressed  during  Closed  Session 

None. 
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21.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters 

listed  below  as  Conference  with  Legal  Counsel 

On  Motion  to  assert: 

Ayes:  Vietor,  Moran,  Maxwell  and  Paulson 

The  Commission  entered  Closed  Session  at  4:22  PM. 


22.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 

Existing  Litigation 

Luz  de  Verano  Cervantes  v.  City  and  County  of  San  Francisco ,  et  al. 

San  Francisco  Superior  Court  Case  No.  CGC-1 8-566598/Date  Filed:  May  16, 

2018.  Proposed  settlement  of  lawsuit  with  plaintiffs  release  of  lawsuit  and  the 

City  to  pay  plaintiff  $49,500. 

(Resolution  19-0239) 


23.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 

(d)  (D 

Existing  Litigation 

Pacific  Gas  &  Electric  Corporation 

Case  No.  19-30088/Date  Filed:  January  29,  2019 

Case  No.  19-30089/Date  Filed:  January  29.  2019 

United  States  Bankruptcy  Court.  Northern  District  of  California 

24.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section 

67.10(d)  (1) 

Existing  Litigation 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 

Docket  No.  ELI  9-38-000/Date  Filed:  January  28 ,  2019  Federal  Energy 

Regulatory  Commission 

25.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 

(d)(1) 

Existing  Litigation 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Federal  Energy 

Regulatory  Commission  Complaint  under  Sections  206  and  306  of  the  Federal 

Power  Act. 

Case  No.  ELI  5-3-000/Date  Filed:  October  9,  2014 

The  Commission  exited  Closed  Session  at  4:58  PM. 


Announcement  Following  Closed  Session 

VP  Vietor  announced  that  a  settlement  was  reached  on  item  22.  No  other  action 
was  taken. 
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27.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session 

pursuant  to  San  Francisco  Administrative  Code  Section  67.12  (a) 

On  Motion  not  to  disclose: 

Ayes:  Vietor ,  Moran,  Maxwell  and  Paulson 

28.  Adjournment 

VP  Vietor  announced  that  the  December  24,  2019  meeting  is  cancelled.  The 
meeting  was  ad999999journed  at  4:59  PM. 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


19-0229 


WHEREAS,  On  January  27,  2015,  pursuant  to  Resolution  No.  15-0019,  this  Commission 
awarded  Agreement  No.  CS-388,  River  Ecosystem  Science  Support,  to  McBain  Associates,  and 
authorized  the  General  Manager  to  execute  a  professional  services  agreement  in  the  amount  of 
$1,500,000  and  with  a  term  of  five  years,  concluding  on  February  3,  2020;  and 

WHEREAS,  Amendment  No.  1  is  being  requested  to  increase  the  agreement  by  $700,000, 
increasing  the  total  not-to-exceed  agreement  amount  to  $2,200,000,  and  extend  the  agreement  term  by  4 
years,  for  a  total  agreement  duration  of  9  years,  ending  February  3,  2024,  to  continue  as-needed 
hydrologic,  geomorphic,  biological,  and  related  river  ecosystem  science  work  to  support  San  Francisco 
Public  Utilities  Commission  (SFPUC)  activities  associated  with  existing  instream  flow  agreements,  the 
Water  Enteiprise  Environmental  Stewardship  Policy,  mitigation  measures  associated  with  the  Water 
System  Improvement  Program  (WSIP)  Programmatic  Environmental  Impact  Report  (PEIR),  and  other 
related  efforts;  and 

WHEREAS,  A  Contract  Monitoring  Division  sub-consulting  goal  of  16.2%  Local  Business 
Enterprise  participation  of  the  total  value  of  services  to  be  provided  has  been  established  for  this 
agreement;  and 

WHEREAS,  Funds  for  this  amendment  will  be  available  through  the  Hetch  Hetchy  Water  and 
Power  annual  professional  services  budget;  now  therefore  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  1  to  Agreement  No.  CS- 
388,  River  Ecosystem  Science  Support,  with  McBain  Associates,  to  continue  as-needed  hydrologic, 
geomorphic,  biological,  and  related  river  ecosystem  science  work;  and  be  it 

FURTHER  RESOLVED  That  this  Commission  authorizes  the  General  Manager  to  execute 
Amendment  No.  1,  increasing  the  agreement  by  $700,000  and  four  years,  for  a  total  agreement  amount 
of  $2,200,000,  and  a  total  agreement  duration  of  nine  years. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  December  1 0,  201 9. 


Secretary ,  Public  Utilities  Commission 


\. 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0230 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  advertised  Water 
Enterprise,  Local  Conveyance/Distribution  System  Program-funded  Contract  No.  WD-2693,  8- 
Inch  and  12-Inch  Ductile  Iron  Water  Main  Replacement  on  21st,  Bryant,  Ford,  Hancock,  and 
Cumberland  Streets,  on  September  17,  2019;  and 

WHEREAS,  The  purpose  of  the  8-Inch  and  12-Inch  Ductile  Iron  Water  Main 
Replacement  on  21st,  Bryant,  Ford,  Hancock,  and  Cumberland  Streets  is  the  replacement  and 
installation  of  approximately  6,000  feet  of  ductile  iron  water  conveyance  pipe  and  ancillary 
water  service  pipe,  construction  of  curb  ramps,  and  restoration  of  pavement  to  ensure  reliable 
water  delivery  within  San  Francisco;  and 

WHEREAS,  The  Engineer’s  Estimate  was  $4,415,942  for  this  construction  contract 
work,  and  the  contract  duration  is  585  consecutive  calendar  days;  and 

WHEREAS,  On  November  19,  2013,  the  Planning  Department  determined  that  this 
project  is  categorically  exempt  from  the  California  Environmental  Quality  Act  Guidelines  under 
Section  15302,  Class  2  ;and 

WHEREAS,  Four  (4)  bids  were  received  and  opened  publicly  on  October  17,  2019;  and 

WHEREAS,  SFPUC  staff  and  Contract  Monitoring  Division  (CMD)  review  of  the  bids 
for  qualifications,  responsibility,  responsiveness,  and  application  of  bid  preferences  resulted  in 
the  establishment  of  M  Squared  Construction,  Inc.  as  the  responsible  bidder  that  submitted  the 
lowest  responsive  bid;  and 

WHEREAS,  The  CMD  established  a  Local  Business  Enterprise  (LBE)  subcontracting 
requirement  of  20%  for  this  contract,  and  the  contractor  committed  to  an  LBE  subcontracting 
participation  of  20.68%  with  its  bid  submittal;  and 

WHEREAS,  The  firm  awarded  a  contract  by  the  SFPUC  must  be  in  compliance  with  the 
Equal  Benefits  Provisions  of  Chapter  12B  of  the  City’s  Administrative  Code  either  at  the  time  of 
the  award  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the  bidder  to  obtain 
compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the  responsible  bidder 
that  submitted  the  next  lowest  responsive  bid,  or  in  re -bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUW280PR74  (10015190),  WD- 
2693,  8-Inch  and  12-Inch  Ductile  Eon  Water  Main  Replacement  on  21st,  Bryant,  Ford,  Hancock, 
and  Cumberland  Streets;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  Water  Enterprise,  Local  Conveyance/Distribution  System  Program-funded  Contract  No. 
WD-2693,  8-Inch  and  12-Inch  Ductile  Iron  Water  Main  Replacement  on  21st,  Bryant,  Ford, 
Hancock,  and  Cumberland  Streets,  in  the  amount  of  $3,861,835,  with  a  duration  of  585 
consecutive  calendar  days,  to  the  responsible  bidder  that  submitted  the  lowest  responsive  bid,  M 
Squared  Construction,  Inc. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  December  10,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0231 


WHEREAS,  Construction  has  been  completed  for  WW-636,  Various  Locations  Sewer 
Replacement  and  Pavement  Renovation  No.  4,  by  the  contractor,  D’Arcy  &  Harty  Construction, 
Inc.;  and 

WHEREAS,  On  May  23,  2017,  by  Resolution  No.  17-0177,  this  Commission  awarded 
Contract  No.  WW-636,  Various  Locations  Sewer  Replacement  and  Pavement  Renovation  No.  4, 
in  the  amount  of  $5,062,012,  to  the  responsible  bidder  submitting  the  lowest  responsive  bid, 
D’Arcy  &  Harty  Construction,  Inc.;  and 

WHEREAS,  On  August  8,  2017,  per  Resolution  No.  17-0177,  this  Commission  approved 
a  correction  to  Resolution  No.  17-01 16,  to  state  the  contract  duration  as  414  consecutive  calendar 
days,  which  inadvertently  was  not  included  in  Resolution  No.  17-01 16;  and 

WHEREAS,  The  construction  contract  Notice  To  Proceed  date  was  set  for  October  23, 
2017,  with  an  original  schedule  of  414  consecutive  calendar  days,  and  the  contract  work  was 
completed  in  578  consecutive  calendar  days  on  May  24,  2019;  and  WHEREAS,  On  September 
11,  2018,  per  Resolution  No.  18-0147,  this  Commission  approved  an  increase  of  19  calendar 
days  to  the  existing  contract  duration  contingency  for  a  total  contract  duration  of  up  to  474 
consecutive  calendar  days. 

WHEREAS,  Modification  No.  1  was  issued  for  60  consecutive  calendar  days  to 
coordinate  utility  relocation  and  final  paving  operations,  for  a  total  contract  duration  of  474 
consecutive  calendar  days,  with  no  change  to  the  contract  amount;  and 

WHEREAS,  On  January  22,  2019,  per  Resolution  No.  19-0010,  this  Commission 
approved  an  increase  of  60  calendar  days  to  the  existing  contract  duration  contingency  for  a  total 
contract  duration  of  up  to  534  consecutive  calendar  days;  and. 

WHEREAS,  Modification  No.  2  was  issued  for  an  additional  60  consecutive  calendar 
days  to  complete  paving  restoration  contract  work,  for  a  total  contract  duration  of  534 
consecutive  calendar  days,  with  no  change  to  the  contract  amount;  and 

WHEREAS,  On  February  12,  2019,  per  Resolution  19-0029,  this  Commission  approved 
an  increase  of  45  calendar  days  to  the  existing  contract  duration  contingency  for  a  total  contract 
duration  of  up  to  579  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  3  was  issued  for  an  additional  45  consecutive  calendar 
days  to  complete  paving  restoration  contract  work  as  a  result  of  inclement  weather,  for  a  total 
contract  duration  of  579  consecutive  calendar  days,  with  no  change  to  the  contract  amount;  and 

WHEREAS,  Modification  No.  4  (Final)  is  being  requested  to  decrease  the  contract 
amount  by  $24,447  to  adjust  bid  item  quantities  to  match  actual  quantities  completed,  for  a  total 
contract  amount  of  $5,037,565,  with  no  change  to  contract  duration;  and 


WHEREAS,  The  Contract  Monitoring  Division  has  determined  the  contractor  has 
substantially  complied  with  the  Local  Business  Enterprise  (LBE)  subcontracting  requirement  of 
20%  by  achieving  a  final  LBE  participation  of  22.39%;  and 

WHEREAS,  Funds  are  available  from  San  Francisco  Public  Utilities  Commission  Project 
No.  10015676,  Various  Locations  Sewer  Replacement  No.  4  and  San  Francisco  Public  Works 
(SFPW)  Project  No.  10015676  Various  Locations  Street  Resurfacing;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  accepts  work  performed  for  Wastewater 
Enterprise,  Renewal  and  Replacement  and  SFPW  Street  Resurfacing  Program-funded  Contract 
No  WW-636,  Various  Locations  Sewer  Replacement  and  Pavement  Renovation  No.  4,  approves 
Modification  No.  4  (Final),  decreasing  the  contract  by  $24,447,  for  a  total  contract  amount  of 
$5,037,565,  and  a  total  contract  duration  of  579  consecutive  calendar  days;  and  authorizes  final 
payment  to  the  contractor,  D’Arcy  &  Harty  Construction,  Inc. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  December  10,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0232 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  advertised  Water 
Enterprise,  Capital  Improvement  Program-funded  Contract  No.  WD-2794B,  Sunol  Long  Term 
Improvements  -  Alameda  Creek  Watershed  Center  on  August  29,  2019;  and 

WHEREAS,  The  purpose  of  the  Alameda  Creek  Watershed  Center  Project  is  to  construct 
a  Alameda  Creek  Watershed  Center  and  a  2.5-acre  landscape  area  that  resembles  the  middle  and 
upper  reaches  of  the  Alameda  Creek;  and 

WHEREAS,  The  Engineer’s  Estimate  is  $25,000,000  for  this  construction  contract  work 
and  the  contract  duration  is  690  consecutive  calendar  days;  and 

WHEREAS,  Two  (2)  bids  were  received  and  opened  publicly  on  October  17,  2019;  and 

WHEREAS,  SFPUC  staff  and  Contract  Monitoring  Division  (CMD)  review  of  the  bids 
for  qualifications,  responsibility,  and  responsiveness  resulted  in  the  establishment  of  S.J. 
Amoroso  Construction,  Inc.  as  the  responsible  bidder  submitting  the  lowest  responsive  bid;  and 

WHEREAS,  A  CMD  subcontracting  goal  of  11%  Local  Business  Enterprise  (LBE) 
participation  has  been  established  for  this  contract,  and  the  contractor  has  committed  to  an  LBE 
subcontracting  participation  of  1 1.01%  with  its  bid  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City’s  Administrative  Code  either  at 
the  time  of  the  award  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
responsible  bidder  with  the  next  lowest  responsive  bid,  or  in  re-bidding  of  the  contract  at  the 
discretion  of  the  City;  and 

WHEREAS,  Funds  are  available  from  Project  No.  10015124,  Sunol  Long  Term 
Improvements  and  from  re-allocated  funds  from  Project  No.  10015126,  Millbrae  Yard  Long 
Term  Improvements;  and 

WHEREAS,  On  December  8,  2015,  by  Resolution  No.  15-0264,  this  Commission 
adopted  the  Findings  (CEQA),  a  Final  Mitigated  Negative  Declaration  (FMND)  and  a  Mitigation 
and  Monitoring  Reporting  Program  (MMRP)  required  by  the  California  Environmental  Quality 
Act  (CEQA)  and  approved  the  Sunol  Long  Term  Improvement  Project,  which  includes  the 
Alameda  Creek  Watershed  Center;  and 

WHEREAS,  The  Project  files,  including  the  FMND  and  SFPUC  Resolution  No.  15-0264 
have  been  made  available  for  review  by  this  Commission  and  the  public,  and  those  files  are  part 
of  the  record  before  this  Commission;  and 


WHEREAS,  This  Commission  has  reviewed  and  considered  the  information  contained  in 
the  FMND,  the  findings  contained  in  SFPUC  Resolution  No.  15-0264,  and  all  written  and  oral 
information  provided  by  the  Planning  Department,  the  public,  relevant  public  agencies,  SFPUC 
and  other  experts  and  the  administrative  files  for  the  Project;  now,  therefore,  be  it 

RESOFVED,  The  Commission  has  reviewed  and  considered  the  FMND  and  record  as  a 
whole,  finds  that  the  FMND  is  adequate  for  its  use  as  the  decision-making  body  for  the  Sunol 
Fong  Term  Improvements  -  Alameda  Creek  Watershed  Center,  and  incorporates  the  CEQA 
findings  contained  in  Resolution  No.  15-0264  by  this  reference  thereto  as  though  set  forth  in  this 
Resolution;  and  be  it  further 

RESOFVED,  This  Commission  further  finds  that  since  the  FMND  was  finalized,  there 
have  been  no  substantial  project  changes  and  no  substantial  changes  in  project  circumstances  that 
would  require  major  revisions  to  the  FMND  due  to  the  involvement  of  new  significant 
environmental  effects  or  an  increase  in  the  severity  of  previously  identified  significant  impacts, 
and  there  is  no  new  information  of  substantial  importance  that  would  change  the  conclusions  set 
forth  in  the  FMND;  and  be  it 

FURTHER  RESOFVED,  That  this  Commission  hereby  approves  the  plans  and 
specifications  and  awards  Water  Enterprise  Capital  Improvements  Program-funded  Contract  No. 
WD-2794B,  Sunol  Fong  Term  Improvements  -  Alameda  Creek  Watershed  Center,  in  the  amount 
of  $27,577,000,  to  the  qualified  bidder  submitting  the  lowest  responsive  bid,  S.J.  Amoroso 
Construction,  Inc. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  December  10,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0233 


WHEREAS,  Green  infrastructure  protects  and  enhances  the  function  of  the  City  and 
County  of  San  Francisco’s  combined  sewer  system  by  reducing  the  volume  and  rate  of 
stormwater  run-off  into  the  system;  and 

WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  has  a  multi¬ 
faceted  program  to  maximize  the  detention  and  retention  of  stormwater,  including  through  green 
infrastructure;  and 

WHEREAS,  On  November  13,  2018,  by  Resolution  No.  18-0189,  this  Commission 
approved  the  establishment  of  a  Green  Infrastructure  Grant  Program  to  offer  grants  for  owners  of 
properties  in  San  Francisco  containing  large  impervious  surfaces  to  deliver  cost-effective 
stormwater  management  performance  for  SFPUC’ s  collection  system;  and 

WHEREAS,  On  February  5,  2019,  the  San  Francisco  Board  of  Supervisors  adopted 
Ordinance  No.  26-19  delegating  authority  under  Charter  Section  9.118  to  the  SFPUC  General 
Manager  to  enter  into  grant  agreements  with  terms  of  20  years  under  the  SFPUC’s  Green 
Infrastructure  Grant  Program,  provided  that  this  Commission  must  approve  the  award  of  each 
grant  at  a  public  hearing;  and 

WHEREAS,  On  March  21,  2019,  the  San  Francisco  Unified  School  District  (SFUSD) 
submitted  a  grant  application  to  the  SFPUC  to  fund  green  infrastructure  components  of  the 
proposed  Lafayette  Elementary  School  Project  (Project),  specifically  to  install  dry  creek  beds, 
rain  gardens,  and  removal  of  impervious  surface  at  Lafayette  Elementary  School  located  at  4545 
Anza  Street  in  San  Francisco;  and 

WHEREAS,  On  June  11,  2019,  by  Resolution  No.  19-0118,  this  Commission  approved 
the  award  to  SFUSD  of  a  Green  Infrastructure  Grant  in  the  amount  up  to  $489,142  to  fund  pre¬ 
construction  design  and,  if  the  project  is  approved,  construction  of  stormwater  management 
features  of  the  SFUSD’ s  Lafayette  Elementary  School  Project;  and  authorized  the  General 
Manager  to  execute  a  grant  agreement  with  a  term  of  20  years;  and 

WHEREAS,  Resolution  No.  19-0118  authorized  the  disbursement  of  $97,750  in  grant 
funds  to  SFUSD  solely  for  the  purpose  of  planning  and  design  (pre-construction)  activities  and 
provided  that  funding  for  the  construction  phase  of  the  project  will  not  be  authorized  or 
disbursed  until  environmental  review  of  the  project  is  complete  and  this  Commission  approves 
disbursement  of  grant  funds  for  the  project;  and 

WHEREAS,  SFUSD,  as  the  CEQA  Lead  Agency,  determined  that  the  Project  is 
categorically  exempt  from  CEQA  under  Section  15304,  Class  4  (Minor  Alterations  to  Land)  and 
on  July  10,  2019,  issued  a  Notice  of  Exemption;  and 

WHEREAS,  SFPUC  staff  request  that  the  Commission  now  authorize  the  disbursement 
of  the  remainder  of  grant  funds  for  construction  of  the  Project  (up  to  $391,392);  and 


WHEREAS,  Funding  in  the  amount  of  $391,392  for  construction  is  available  from 
Project  No.  10034553  -  Green  Infrastructure  Grant  Program;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  authorizes  the  release  of  the  remaining 
$391,392  in  grant  funding  for  construction  of  the  Green  Infrastructure  Grant  Project  at  Lafayette 
Elementary  School  pursuant  to  the  Green  Infrastructure  Grant  with  SFUSD  awarded  by 
Resolution  No.  19-0118. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  December  10,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


19-0234 


WHEREAS,  Public  Utilities  Code  §  8387(a),  requires  the  SFPUC  to  "construct,  maintain, 
and  operate  its  electrical  lines  and  equipment  in  a  manner  that  will  minimize  the  risk  of 
catastrophic  wildfire  posed  by  those  electrical  lines  and  equipment.";  and 

WHEREAS,  Public  Utilities  Code  §  8387(b),  requires  SFPUC  to  “determine  whether  any 
ol  its  lines  and  equipment  are  located  in  an  “area  that  has  a  significant  risk  of  catastrophic 
wildfire  resulting  from  those  electrical  lines  and  equipment.”;  and 

WHEREAS,  Public  Utilities  Code  §  8387(c)  requires  that  if  the  SFPUC  finds  that  it  has 
facilities  in  such  an  area,  it  must  adopt  mitigation  measures  to  reduce  the  risk;  and 

WHEREAS,  The  SFPUC  owns  and  operates  overhead  electrical  lines  and  equipment  that 
present  a  significant  risk  of  wildfire  because  they  are  located  in  areas  the  California  Public 
Utilities  Commission  and  United  States  Forest  Service  (USFS)  have  designated  as  high  fire 
danger  zones;  and 

WHEREAS,  The  Commission  approved  the  development  of  a  Wildfire  Mitigation  Plan 
on  December  1 1,  2018,  and  is  required  to  approve  the  plan  annually  thereafter;  and 

WHEREAS,  The  Commission  approved  the  2018  Wildfire  Mitigation  Plan  on  January 
22,  2019;  and 

WHEREAS,  SFPUC  must  prepare  a  Wildfire  Mitigation  Plan  before  January  1,  2020  to 
comply  with  Public  Utilities  Code  §  8387(b)(1);  and 

WHEREAS,  Staff  developed  a  2020  Wildfire  Mitigation  Plan  to  comply  with  Public 
Utilities  Code  §  8387(b)(1);  now  therefore  be  it 

RESOLVED,  That  the  Commission  approves  the  2020  Wildfire  Mitigation  Plan 
presented  for  adoption  at  the  December  10,  2019  Commission  meeting  and  authorizes  the 
General  Manager  to  approve  non-material  changes  to  the  plan  prior  to  its  submission;  and 

BE  IT  FURTHER  RESOLVED,  That  the  Commission  authorizes  the  General  Manager  to 
submit  the  Plan  to  the  California  Wildfire  Safety  Advisory  Board  by  July  1,  2020. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  December  10,  2019. 


Secretary ,  Public  Utilities  Commission 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0235 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  is  targeting  onsite 
water  reuse  in  large  new  developments  to  help  meet  the  goal  of  developing  an  additional  10 
million  gallons  per  day  of  local  water  resources;  and 

WHEREAS,  In  June  2012,  by  Resolution  12-0103,  the  Commission  approved  a  grant 
program  to  provide  incentives  to  retail  water  customers  to  make  use  of  available  alternate  water 
sources  for  onsite  water  reuse  in  buildings,  referred  to  herein  as  the  Non-potable  Grant  Program; 
and 

WHEREAS,  In  2013,  by  Resolution  13-01 15,  the  Commission  expanded  the  Non-potable 
Grant  Program  to  provide  grant  assistance  to  district-scale  (multi-parcel)  non-potable  water 
projects  that  treat  and  share  non-potable  water  between  two  or  more  buildings;  and 

WHEREAS,  In  2015,  by  Resolution  15-0206,  the  Commission  approved  modifications  to 
the  Non-potable  Grant  Program  to  reflect  the  Non-potable  Water  Ordinance  (NPO),  S.F.  Health 
Code  Article  12C,  transitioning  from  a  voluntary  to  a  mandatory  program;  and 

WHEREAS,  Projects  that  are  required  by  the  City’s  NPO  to  install  non-potable  onsite 
systems  are  not  eligible  for  grant  funding  under  the  Grant  Program;  and 

WHEREAS,  In  2018,  by  Resolution  18-0118,  the  Commission  approved  modifications  to 
the  Non-potable  Grant  Program  to  allow  grant  funding  of  up  to  $100,000  for  projects  that  replace 
at  least  450,000  gallons  of  potable  water  per  year,  allowing  buildings  with  existing  dual¬ 
plumbing  and  smaller  buildings  that  are  voluntarily  installing  an  onsite  non-potable  water  system 
to  be  eligible  for  grant  assistance;  and 

WHEREAS.  By  Resolution  18-01 18,  the  Commission  also  approved  modifications  to  the 
Non-potable  Grant  Program  to  allow  breweries  to  collect,  treat,  and  use  brewery  process  water  for  non- 
potable  applications  such  as  tank  rinses,  bottle  rinses,  packaging,  clean-in-place,  and  production;  and 

WHEREAS,  By  Resolution  19-0190,  the  Commission  approved  modifications  to  the  Non- 
potable  Grant  Program  to  (1)  change  the  name  of  the  program  to  the  Onsite  Water  Reuse  Grant 
Program,  (2)  expand  requirements  for  brewery  process  water  treatment  systems,  (3)  make  non¬ 
substantive  corrections  or  modifications  ot  the  Grant  Program  Rules,  and  (4)  authorize  the 
General  Manager,  in  consultation  with  the  City  Attorney,  to  approve  future  modifications  to  the 
Grant  Program  Rules  that  do  not  do  not  materially  increase  the  obligations  or  liabilities  of  the 
City  and  that  do  not  change  the  Rules’  approved  maximum  grant  funding  amounts  for  eligible 
projects;  and 


WHEREAS,  SFPUC  staff  now  recommend  further  modifying  the  Grant  Program  to  (1) 
expand  eligibility  to  certain  projects  that  are  installing  onsite  water  systems  on  a  mandatory  basis 
in  compliance  with  the  NPO  that  go  above  and  beyond  Baseline  NPO  Compliance  (referred  to 
now  as  “Above  and  Beyond  Projects”),  (2)  specify  that  eligibility  of  Above  and  Beyond  Projects 
that  consist  of  multiple  buildings  is  limited  to  projects  using  a  district-scale  approach,  not  to 
projects  using  a  building-scale  approach,  (3)  require  all  projects  to  estimate  the  energy  offset  that 
could  be  achieved  by  the  project  through  the  installation  of  a  wastewater  heat  recovery  system, 
and  (4)  require  Above  and  Beyond  projects  that  consist  of  mixed-use  and  multi-family 
residential  buildings  that  are  seeking  grant  funding  to  install  a  wastewater  heat  recovery  system; 
and 


WHEREAS,  A  copy  of  the  proposed  modifications  to  the  Grant  Program  Rules  is  on  file  with 
the  Commission  Secretary  and  was  presented  to  the  Commission  at  its  December  10,  2019 
meeting;  and 

WHEREAS,  The  the  default  term  for  these  grant  agreements  is  10  years  and  requires  the 
grantee  to  (1)  operate  and  maintain  the  project  for  10  years,  which  is  reasonably  related  to  the 
useful  life  for  these  systems,  and  (2)  record  against  the  subject  property  a  Declaration  of 
Restrictions  notifying  subsequent  property  owners  of  the  obligations  to  operate  and  maintain  the 
system;  and 

WHEREAS,  If  the  General  Manager  of  the  SFPUC  determines  that  a  longer  operation 
and  maintenance  obligation  is  warranted  for  a  particular  grant  project,  the  General  Manager  may 
seek  Board  of  Supervisors  approval  for  a  grant  agreement  term  in  excess  of  10  years  pursuant  to 
Charter  Section  9.1 18;  and 

WHEREAS,  The  estimated  budget  for  the  proposed  grant  assistance  will  be  appropriated 
in  each  fiscal  year,  and  grants  awarded,  subject  to  availability  of  funds;  and 

WHEREAS,  Funds  are  available  in  the  Retrofit  Grant  Program  Project  10025211;  and 

WHEREAS,  Grant  funding  is  based  on  availability  of  funds  and  on  a  first  come,  first 
served  basis;  and 

WHEREAS,  Modification  of  the  Onsite  Water  Reuse  Grant  Program  does  not  constitute 
a  project  under  California  Environmental  Quality  Act  Guidelines  Section  15378(b)(4)  because 
the  Onsite  Water  Reuse  Program  creates  a  government  funding  mechanism  which  does  not 
involve  commitment  to  any  specific  project  which  may  result  in  a  physical  change  in  the 
environment;  now,  therefore,  be  it 

RESOLVED,  That  the  Grant  Program  Rules  are  modified  to  ( 1)  expand  eligibility  to  certain 
projects  that  are  installing  onsite  water  systems  on  a  mandatory  basis  in  compliance  with  the 
NPO  that  go  above  and  beyond  Baseline  NPO  Compliance  (referred  to  now  as  “Above  and 
Beyond  Projects”);  (2)  specify  that  eligibility  of  Above  and  Beyond  Projects  that  consist  of 
multiple  buildings  is  limited  to  projects  using  a  district-scale  approach,  not  to  projects  using  a 
building-scale  approach;  (3)  require  all  projects  to  estimate  the  energy  offset  that  could  be 
achieved  by  the  project  through  the  installation  of  a  wastewater  heat  recovery  system,  and  (4) 


require  Above  and  Beyond  projects  that  consist  of  mixed-use  and  multi-family  residential 
buildings  that  are  seeking  grant  funding  to  install  a  wastewater  heat  recovery  system;  and  be  it 


FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager 
or  his  or  her  designee  to  execute  Grant  Agreements  with  terms  of  up  to  10  years  with  applicants 
who  satisfy  the  Grant  Program  Rules,  as  amended  on  December  10,  2019,  and  to  seek  Board  of 
Supervisors  approval  for  a  grant  agreement  term  in  excess  of  10  years  pursuant  to  Charter 
Section  9. 1 1 8  if  the  General  Manager  determines  that  a  longer  term  is  warranted  for  a  particular 
grant  or  grants,  subject  to  availability  of  funding. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  December  10,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0236 

WHEREAS,  In  2013,  the  California  legislature  enacted  AB  327  to  reform  residential 
electricity  rates;  and 

WHEREAS,  Pursuant  to  AB327,  the  California  Public  Utilities  Commission  (CPUC)  has 
directed  investor  owned  utilities  to  implement  time-of-use  (TOU)  rates  for  residential  customers, 
following  the  principals  of:  designing  rates  based  on  marginal  cost,  encouraging  conservation 
and  energy  efficiency,  reducing  peak  demand,  designing  rates  that  are  stable,  understandable, 
and  provide  customer  choice,  and  transitions  to  new  rates  should  emphasize  customer  education 
and  outreach  that  enhances  customer  understanding  and  acceptance  of  new  rates;  and 

WHEREAS,  In  accordance  with  the  CPUC  directive.  Pacific  Gas  &  Electric  Company 
(PG&E)  intends  to  start  implementing  TOU  rates  in  October  2020;  and 

WHEREAS,  Community  Choice  Aggregators  (CCAs)  like  CleanPower  SF  may  decide 
whether  to  transition  customers’  generation  rates  to  a  TOU  schedule,  and  whether  to  offer  bill 
protection,  which  provides  a  one-time  credit  to  customers  for  the  difference  between  TOU  rates 
and  prior  rates  in  the  first  year;  and 

WHEREAS,  The  complementary  objectives  of  CleanPowerSF  are  to  reduce  greenhouse 
gas  emissions,  and  to  provide  the  City’s  energy  consumers  with  renewable  electricity  supplies 
and  related  services  at  affordable  and  competitive  rates  with  PG&E’s;  and 

WHEREAS,  Reduction  in  energy  consumption  during  peak  demand  hours  will  decrease 
greenhouse  gas  emissions,  reduce  CleanPowerSF’ s  energy  supply  costs,  and  encourage 
integration  of  renewables  in  the  grid;  and 

WHEREAS,  Staff  recommends  that  CleanPowerSF  develop  a  plan  to  transition  to  TOU 
lesidential  electricity  rates  in  2020  and  include  bill  protection  in  order  to  remain  competitive  in 
providing  equivalent  rate  offerings  as  PG&E,  avoid  customer  confusion,  ensure  equity  with 
PG&E  customers  and  educate  residential  customers  on  behaviors  to  shift  usage  away  from  peak 
hours;  and 

WHEREAS,  This  Commission  recognizes  the  implementation  of  TOU  residential 
electricity  rates  for  CleanPowerSF  customers  would  align  with  CleanPowerSF  objectives  and 
statewide  goals;  now,  therefore,  be  it 

RESOLVED,  This  Commission  hereby  endorses  CleanPowerSF’ s  plan  to  transition 
residential  customers  starting  in  2020  to  time-of-use  (TOU)  as  the  default  rate  and  to  provide  bill 
protection  in  the  form  of  a  one-time  credit  after  the  first  year  of  TOU  service;  and  be  it 


FURTHER  RESOLVED,  This  Commission  hereby  directs  staff  to  return  to  the 
Commission  in  2020  with  a  proposed  TOU  rate  structure  and  rate  schedule,  including  bill 
protection,  for  this  Commission’s  consideration  and  possible  approval  at  that  time.. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  December  10,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  19-0237 


WHEREAS,  In  2018,  the  California  Legislature  enacted  Senate  Bill  998  (Stat.  2018,  Ch. 
891),  which  amended  the  California  Health  and  Safety  Code  to  include  a  new  chapter,  California 
Health  and  Safety  Code  Section  116990  et  seq.,  known  as  the  “California  Water  Shutoff 
Protection  Act”  (the  Act);  and 

WHEREAS,  Among  other  things,  the  Act  requires  water  systems  like  the  San  Francisco 
Public  Utilities  Commission  (SFPUC)  to  adopt,  no  later  than  February  1,  2020,  a  written  policy 
on  discontinuation  of  residential  water  service  for  nonpayment  that  includes  a  plan  for  deferred 
or  reduced  payments,  alternative  payment  schedules,  a  formal  mechanism  for  a  customer  to 
contest  or  appeal  a  bill,  and  a  telephone  number  for  a  customer  to  contact  to  discuss  options  for 
averting  discontinuation  of  residential  service  for  nonpayment;  and 

WHEREAS,  The  policy  must  be  available  in  English,  the  languages  listed  in  Section 
1632  of  the  Civil  Code  (Spanish,  Chinese,  Tagalog,  Vietnamese,  and  Korean),  and  any  other 
language  spoken  by  at  least  ten  percent  (10%)  of  the  people  residing  in  its  service  area;  and 

WHEREAS,  The  policy  must  be  posted  to  the  water  system’s  website,  and  if  an  Internet 
Web  site  does  not  exist,  the  water  system  must  provide  the  policy  to  customers  in  writing,  upon 
request;  and 

WHEREAS,  Staff  has  prepared  a  proposed  SFPUC  Policy  on  Discontinuation  of 
Residential  Water  Service  for  Nonpayment  to  satisfy  the  requirements  of  the  Act  and  a  copy  of 
such  Policy  has  been  presented  to  this  Commission  and  is  on  file  with  the  Commission 
Secretary;  and 

WHEREAS,  Staff  recommends  also  amending  provisions  in  the  SFPUC’s  Rules  and 
Regulations  Governing  Water  Service  to  Customers  concerning  water  service  billing  and 
collection,  including  the  presentation  and  payment  of  bills,  and  the  time  limit  for  proper  charges 
to  make  reference  to  the  new  Policy;  now  therefore  be  it 

RESOLVED,  That  this  Commission  hereby  adopts  the  SFPUC  Policy  on 
Discontinuation  of  Residential  Water  Service  for  Nonpayment  (the  Policy)  on  file  with  the 
Commission  Secretary;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  delegates  to  the  General 
Manager  the  authority  to  make  future  modifications  to  the  Policy  that  the  General  Manager 
determines,  in  consultation  with  the  City  Attorney,  are  consistent  and  in  compliance  with  all 
applicable  laws,  including  the  California  Water  Shutoff  Protection  Act,  California  Health  & 
Safety  Code  Section  116900  et  seq.,  and  the  City  Charter;  and  be  it 


FURTHER  RESOLVED,  That  this  Commission  approves  the  amendments  to  Section  D, 
Rules  4  and  5  of  the  SFPUC  Rules  and  Regulations  Governing  Water  Service  to  Customers,  as 
shown  on  the  redlined  document  on  file  with  the  Commission  Secretary,  to  reference  the  Policy 
presented  to  the  Commission  at  its  meeting  on  December  10,  2019;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  staff  to  take  all  steps 
necessary  to  implement  the  Policy  to  ensure  compliance  with  the  Act. 

I  hereby  certify  that  the  foregoing  was  adopted  by  the  Public  Utilities  Commission  at  its  meeting  of 
December  10,  2019. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  19-0238 


WHEREAS,  The  Bay  Area  Water  Supply  and  Conservation  Agency  (BAWSCA)  is  proposing  to 
engage  in  a  one-time  pilot  water  transfer  in  January  2020  in  partnership  with  the  San  Francisco  Public 
Utilities  Commission  (SFPUC),  the  East  Bay  Municipal  Utility  District  (EBMUD),  the  City  of  Hayward, 
and  Amador  Water  Agency  (AW A),  for  which  BAWSCA  will  purchase  up  to  1,000  acre-feet  of  water 
from  AWA  that  will  be  wheeled  by  EBMUD  through  the  EBMUD  water  system  for  delivery  to  and  use 
by  the  SFPUC’s  Wholesale  Customers,  including  the  City  of  Hayward  (“Pilot  Water  Transfer”);  and 

WHEREAS,  The  SFPUC  and  BAWSCA  have  negotiated  an  agreement  that  sets  forth  the  general 
principles  for  the  implementation  of  the  Pilot  Water  Transfer,  on  a  one-time,  non-precedential  basis,  and 
defines  the  SFPUC  and  BAWSCA’ s  roles  and  responsibilities  for  the  Pilot  Water  Transfer,  including 
specific  terms  and  conditions  for  operation  and  allocation  of  costs;  and 

WHEREAS,  BAWSCA  has  negotiated  related  agreements  with  AWA,  EBMUD,  and  the  City  of 
Hayward  to  conduct  the  Pilot  Water  Transfer  on  a  one-time,  non-precedential  basis;  and 

.  V/f  ftAyT  )  'j': 

WHEREAS,  BAWSCA’ s  Board  of  Directors  approved  those  related  agreements  and 
BAWSCA’ s  agreement  with  the  SFPUC  at  its  Board  Meeting  on  November  21,  2019;  and 

WHEREAS,  On  November  21,  2019,  as  the  Lead  Agency  under  the  Environmental  Quality  Act 
(CEQA),  BAWSCA  approved  the  project  and  filed  a  Notice  of  Exemption  for  the  Pilot  Water  Transfer 
including  the  determination  that  the  project  is  categorically  exempt  from  the  CEQA  Guidelines  under 
Section  15301(b),  Existing  Facilities;  and  Section  15061  (b.3),  the  common-sense  exemption;  and 

WHEREAS,  Pursuant  to  the  First  Amended  Joint  Exercise  of  Powers  Agreement  between 
SFPUC ,  EBMUD ,  and  Hayward  for  Long-term  Operation  and  Maintenance  of  the 
Emergency/Maintenance  Water  System  Intertie  Project  (“Hayward  Intertie  ’)  dated  July  10,  2007  (“2007 
JPA”),  the  SFPUC  and  EBMUD  jointly  own,  and  Hayward  operates,  the  Hayward  Intertie,  through 
which  BAWSCA  desires  to  deliver  the  water  supplies  for  the  Pilot  Water  Transfer;  and 

WHEREAS,  The  2007  JPA  provides  for  the  operation  of  the  Hayward  Intertie  only  during 
certain  defined  circumstances  to  which  the  Pilot  Water  Transfer  does  not  conform;  and 

WHEREAS,  The  SFPUC,  EBMUD,  and  the  City  of  Hayward  have  negotiated  an  agreement  to 
authorize  the  one-time,  non-precedential  use  of  the  Hayward  Intertie  for  the  BAWSCA  Pilot  Water 
Transfer  subject  to  certain  terms  and  conditions,  and  to  define  the  responsive  roles  and  responsibilities 
of  the  SFPUC,  EBMUD,  and  the  City  of  Hayward  in  connection  with  the  use  of  the  Hayward  Intertie  for 
the  Pilot  Water  Transfer;  and 


WHEREAS,  the  SFPUC  will  write  a  letter  to  the  City  of  Hayward  consenting  to  its  purchase, 
receipt,  delivery,  and  use  of  the  transfer  water  per  the  terms  of  section  3.07(a)  ot  the  Amended  and 
Restated  Water  Supply  Agreement  between  the  City  and  County  of  San  Francisco  and  Wholesale 
Customers  in  Alameda  County,  San  Mateo  County,  and  Santa  Clara  County,  approved  by  the 
Commission  on  December  11,  2018,  by  Commission  Resolution  No.  18-0212,  and  subsequently 
approved  by  the  Wholesale  Customers;  and 

WHEREAS,  The  SFPUC  expects  to  be  able  to  deliver  the  Pilot  Water  Transfer  water  supplies 
without  negative  impact  to  the  SFPUC’ s  obligations  to  the  Wholesale  Customeis  and  the  SFPUC  s 
ratepayers;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager  of  the  San 
Francisco  Public  Utilities  Commission  to  execute  (1)  the  Agreement  between  the  Bay  Area  Water 
Supply  and  Conservation  Agency  (BAWSCA)  and  the  San  Francisco  Public  Utilities  Commission 
(SFPUC)  for  the  operation  and  allocation  of  costs  of  the  BAWSCA  Pilot  Water  Transfer,  and  (2)  the 
Agreement  among  the  SFPUC,  the  East  Bay  Municipal  Utilities  District,  and  the  City  of  Hayward  to 
authorize  the  one-time,  non-precedential  use  of  the  Hayward  Intertie  for  the  Pilot  Water  Transfer. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  December  10,  2019. 


Secretary,  Public  Utilities  Commission 


San  Francisco 
Water  Power  Sewer 

Services  of  the  San  Francisco  Public  Utilities  Commission 


San  Francisco  Public  Utilities  Commission 

City  and  County  of  San  Francisco 

London  N.  Breed 

Mayor 
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The  Regular  Meeting  of  the 
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1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 

HAS  BEEN  CANCELLED 

Commissioners 

Ann  Moller  Caen,  President 
Francesca  Vietor,  Vice  President 
Anson  Moran 
Sophie  Maxwell 
Tim  Paulson 


Harlan  L.  Kelly,  Jr. 

General  Manager 


Donna  Hood 

Secretary 
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